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Frontispiece:  Map  showing  Isthmus  with  completed  canal. 

APPENDIX  A. 

'[Raport  of  the  assistaiit  chJef  engineer,  In  charge  of  first  division  of  the  office  of  the  chief  englneer.l 

PlATB  1.  Gatun  upper  locks,  west  chamber  looking  north,  showing  upper  guard  gates, 
operating,  intermediate  gates,  and  safety  gates  in  process  of  construction, 
June  7,  1912, 

2.  Gatun  upper  locks  looking  north  from  lighthouse,  July  2, 1912. 

3.  Gatim  upper  locks,  east  chamber,  looking  north  from  forebay,  showing  upper 

guard  gates  and  emergency  dam  sill,  July  7, 1912. 

4.  Pedro  Miguel  Locks  looking  north,  showing  upper  guard  gates,  east  chamber 

forebay,  and  construction  of  approach  wall,  March  28, 1912. 

5.  Pedro  Miguel  Locks,  north  end  of  west  chamber,  showing  construction  of 

upper  guard  gates  and  upper  gates,  June  5, 1912. 

6.  Pedro  Miguel  Locks,  soutii  end  of  east  chamber,  showing  construction  of 

safety  and  lower  gates,  June  3,  1912. 
'7.  Gatun  upper  locks,  miter  gate  moving  machine,  structural  steel  girders  for 
towing  locomotive  track  supports  in  foreground,  June,  1912. 

8.  Pedro  Miguel  Locks,  detail  of  construction  of  electric  towing  locomotive 

rack  track,  June,  1912. 

9.  Miraflores  upper  locks,  showing  Stoney  gate  valve  frames  in  position  in 

south  end  of  west  wall,  November  8, 1911. 

10.  Miraflores  upper  locks,  center  wall  culvert,  showing  Stoney  gate  castings  in 

place,  June  23,  1912. 

11.  Cylindrical  valve  machine,  motor,  and  limit  switch. 

12.  Rising  stem  gate  valve  machine. 

13.  Front  tower,  range  5-6,  Atlantic  division. 

14.  Front  tower,  range  1-2,  Gatun  Lake  section,  on  south  middle  approach  waU 

of  Gatun  Locks. 

15.  Kange  3-4.    (9-11)  Pacific  entrance  at  low  tide. 

16.  Rear  tower,  range  9-11,  Pacific  entrance  looking  northwest,  November  7, 

1911. 

17.  Front  tower,  range  9-11,  Pacific  entrance  looking  southeast,  November  7, 

1911. 

18.  Reenforced  concrete  stairway  in  Atlantic  and  Pacific  division  type  of  range 

towers. 

Following  plates ^  69  to  77,  in  port/olio. 

69.  Rising  stem  gate  valves,  front  elevation  and  section. 

70.  Rising  stem  gate  valves,  rear  elevation  and  sections. 

71.  Rising  stem  gate  valves, horizontal  section  through  valve  and  valve  chamber 

and  sectional  details  of  seals  and  train. 
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Platb  72.  Mitering  lock  gates,  general  drawing  of  aiU  on  maaonry. 

73.  Mitering  lock  gates,  plan  showing  method  of  erection. 

74.  SpiUways,  machinery  for  Gatim  and  Micaflores  spillways,  general  assembly. 

75.  Lighting  and  buoying  canal,  profiles  of  ranges  showing  towers. 

76.  Lighting  and  buoying  canal,  west  breakwater  light  and  fog  signal,  vertical 

section  and  floor  plans. 

77.  Lighting  and  buoying  canal,  general  plan  of  beacon  for  acetylene  gas  and 

electric  lights  for  Pacific  division. 

APPENDIX  B. 
(Rapart  of  the  dlvliioii  engliiMr,  Atlftntio  dlybioiL] 

Plate  19.  West 'breakwater,  looking  seaward  from  Toro  Point,  showing  dredge  at 
work  placing  rock  on  face  of  breakwater,  June,  1912. 

20.  Gatun  lower  locks  looking  south  from  cofferdam,  showing  west  chambers 

of  upper  and  middle  locks,  November  9, 1911. 

21.  Gatun  Locks  forebay,  east  side  looking  north,  showing  flaring  approach 

waU,  June  7, 1912. 

22.  Gatun  lower  lock,  east  chamber,  looking  north,  showing  temporary  coffer- 

dam at  extreme  end  of  lock  chamber,  June  12, 1912. 

23.  Gatun  Locks.    General  view  looking  southwest,  showing  north  end  of  the 

locks,  with  temporary  cofferdam  in  place,  July  2, 1912. 

24.  Gatun  Locks  and  Dam,  looking  west  from  water  tower,  showing  south 

center  approach  wall  and  forebay  of  Gatun  Looks,  with  dam  and  spillway 
in  the  distance,  June,  1912. 

25.  Gatun  Dam.    West  section  of  Dam  looking  west,  showing  progress  of 

hydraulic  fill,  June  12,  1912. 

26.  Gatun  Spillway  looking  east  toward  locks,  showing  up  and  downstream 

facea  of  ogee  dam,  June  6, 1912. 

27.  Gatun  Spillway  looking  southwest,  showing  downstream  fs^ce  of  ogee  dam, 

June  6, 1912. 

Follovnng  plates^  78  to  81,  in  portfolio. 

78.  General  map  showing  location  of  Gatun  Locks  and  Dam,  breakwater  in 

Colon  Harbor,  and  channel  excavation  to  date. 

79.  Gatun  Locks,  progress  sheet. 

80.  Gatun  Spillway,  progress  sheet. 

81.  Gatun  Dam,  section  showing  progress  June  30,  1912. 

APPENDIX  0. 
[Report  of  the  division  engineer,  central  division.)  ^ 

PiATB  28.  Culebra  Cut,  south  end,  looking  south  from  bridge  57}  and  showing  the 
partly  completed  anchorage  basin  north  of  Pedro  Miguel  Lock.  Train 
is  on  completed  bottom  of  canal,  elevation,  +40.    June,  1912. 

29.  Culebra  Cut  looking  north  from  bridge  57},  near  Paraiso.  The  train  on 
the  left,  just  beyond  the  trestle  bridge,  is  on  the  completed  botUxn  of 
the  canal,  elevation  4*40.    June,  1912. 

80.  Culebra  Cut  looking  north  from  a  point  south  of  Contractor's  Hill,  showing 
quiescent  state  of  Cucaracha  slide  on  right  bank.  The  bottom  of  the 
lowest  steam  shovel  cut,  at  a  point  opposite  Contractor's  Hill,  is  about 
16  feet  above  the  final  bottom  of  the  canal,  or  elevation  +56.  May, 
1912. 
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Platb  31.  Heated  material  west  side  of  canal,  350  yards  north  of  Gulebia  Y.    Extent 
of  heated  material,  500  by  25  by  20  feet.    February  16, 1912. 

32.  Gulebra  Cut  looking  south  from  Empire  Suspension  Bridge.    The  group 

of  well  drills  in  the  middle  of  the  canal  is  about  27  feet  above  the  bottom, 
or  at  elevation  +67.    May,  1912. 

33.  Gulebra  Out  looking  north  from  Empire  Suspension  Bridge.    The  nearest 

shovel  shown,  in  the  lowest  cut,  is  working  about  12  feet  above  the 
bottom,  or  at  elevation  +52.    May,  1912. 

34.  Culebra  Out  looking  south  from  Ounette.    The  two  shovels  shown  in  the 

foreground  are  working  on  the  bottom  of  the  canal,  elevation  +40. 
May,  1912. 

35.  Gulebia  Out  looking  north  from  Ounette.    The  two  fihovels  shown  in  the 

foreground  are  working  on  the  bottom,  elevation  +40.    The  water 
standing  in  the  center  drainage  channel  is  about  6  feet  below,  the  bot- 
tom, elevation  +34. 
36   Gulebra  Out  lookii^  noxth  from  Las  Oascadaa.    All  trains  are  standing  <m 
the  bottom  of  the  cut,  elevation  +40.    May,  1912. 

37.  Gulebra  Out  looking  south  from  bend  in  east  bank  near  Gamboa.    The 

.  train  and  shovel  are  standing  on  the  bottom  of  the  cut.  The  water  ia 
the  drainage  channel  is  about  10  feet  below  the  bottom  of  the  canal,  or 
at  elevation  +30.    June,  1912. 

38.  Ghannel  excavated  at  San  Pablo  during  dry  season,  1912.    This  channel 

is  completed  and  is  800  feet  wide,  with  bottom  elevation  at  +40. 

39.  Embankment  of  old  Panama  Railroad  excavated  down  to  +35  in  April 

and  May,  1912. 

40.  Slide  in  east  bank  of  cana]  near  Oucaracha,  June,  1912.    Foi  plan  and 

cross  section  of  this  slide  see  Plate  87. 

41.  Gulebra  Out,  Gulebra.    Break  in  east  bank  of  canal.    Amount  of  material 

involved,  320,000  cubic  yards.  The  train  shown  in  foreground  is  about 
35  feet  above  the  bottom,  or  at  elevation  +75.    February  11, 1912. 

42.  Slide  of  stratified  rock,  west  bank  of  canal,  Oulebra-on-the-dump,  looking 

toward  Gulebra .  Slide  involves  about  1,000,000  cubic  yards  and  moved 
about  3  feel  per  day  on  a  slope  of  1  vertical  to  7  horizontal.  The  train 
is  standing  at  elevation  +95.    February,  1912. 

43.  Steam,  shovel  218  buried  under  fall  of  rock,  west  side  of  canal,  near  Las 

Gascadas.  This  e^ovel  was  working  on  the  bottom  of  the  canal  when 
destroyed.  May  31,  1912. 

44.  South  end  oi  Naos  Island  dump,  4,000  feet  from  island.    Genter  at  A  is 

80  feet  from  track  and  25  feet  above  the  original  bottom.  Elevation  of 
trestle,  +14.    December,  1911. 

45.  South  end  of  Naos  Island  dump,  4,000  feel  from  island.    Genter  at  A  is 

75  feet  from  track  and  25  feet  above  the  original  bottom.  Elevation  of 
trestle,  +14.    Decembei,  1911. 

Follotoing  platet,  8t  to  88 ^  in  port/olio. 

82.  Diagram  of  yardage  and  rainfall. 

83.  Diagram  of  performance  of  steam  shovels. 

84.  New  Gulebra  slide,  plan  and  section. 

85.  New  Gulebra  slide,  section  showing  change  in  Bwrface  as  slide  develops. 

86.  East  and  West  Gulebra  slides.    Section  showing  amount  excavated  each 

year. 

87.  Oucaracha  village  slide,  section  showing  change  in  surface. 

88.  Profile  of  Panama  Ganal  and  yardage  estimate. 
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APPENDIX  D. 
[Report  of  the  division  engineer,  Fadflc  divlslson.] 

Flats  46.  Pedro  Miguel  Locks.  Bird's-eye  view  from  hill  on  east  bank,  July  28, 1912. 

47.  Pedro  Miguel  Locks.    Bird's-eye  view  of  north  approach  wall  from  hill  at 

east  end,  July  28, 1912. 

48.  Pedro  Miguel  Locks,  looking  south.    West  forebay  with  emeigency  dam 

sill,  June  6,  1912. 

49.  Miraflores  upper  locks.    General  view  looking  north  from  lower  west  bank, 

showing  cylindrical  valves,  July  25, 1911. 

50.  Miraflores  Locks,  looking  north,  June  21, 1912. 

51.  Miraflores  Locks,  west  chamber,  looking  south,  June  23,  1912. 

52.  Miraflores  lower  locks,  looking  east.    Electrical  conduit  and  floor  culvert 

at  upper  end  of  east  lock  January  19, 1912. 

53.  Miraflores  lower  locks.    Slide  back  of  west  wall,  looking  south,  March  21, 

1912. 

54.  Miraflores  locks.    Sinking  caissons  for  foimdation  of  north  approach  wall, 

looking  north,  June  14,  1912. 

55.  Stripping  Cocoli  Hill  adjacent  to  canal  prism,  March  21,  1912. 

56.  General  view  of  Balboa  terminal  site,  looking  north,  June,  1912. 

57.  Balboa  lumber  dock  of  reenforced  concrete,  looking  northeast,  June,  1912. 

58.  Dredge  Corozal  in  channel  near  station  2210,  June,  1912. 

Following  plates,  89  to  94,  in  portfolio, 

89.  Pedro  Miguel  Lock,  concrete  progress  sheet. 

90.  Pedro  Miguel  Lock,  forms  for  north  approach  wall. 

91.  Miraflores  Locks,  concrete  handling  plant. 

92.  Miraflores  Locks,  concrete  handling  plant. 

93.  Miraflores  Locks,  concrete  progress  sheet. 

94.  Panama  improvements  completed  during  fiscal  year  1911-12. 

APPENDIX  E. 

[Report  of  geologist.] 

PuLTB  59.  Ideal  section  of  deforming  and  sliding  groimd  near  Culebra,  Canal  Zone. 

60.  Columnar  structure  in  hardened  flows  of  mud  lava.    This  jointing  afforded 

passages  for  seepage  water  which  softened  the  basal  mass,  already  under 
high  pressure,  and  thus  tended  largely  to  promote  the  recent  large  slide 
just  north  of  La  Pita. 

61.  A,  Fault  plane.    B,  crushed  and  sheared  zone  of  rock.    C,  stronger  rocks, 

beds  of  Umy  sandstone.  This  fault  is  the  chief  cause  of  the  big  slide  on 
the  weat  (opposite)  side  of  the  canal  near  Lirio.  There  the  overhanging 
rocks  are  not  strong  limy  sandstone,  but  relatively  weak  clay  rocks,  so 
they  easily  slide  out  along  the  plane  of  this  fault. 

APPENDIX  F. 

(Report  of  the  assistant  to  the  chief  engineer  in  charge  of  second  division  of  the  o.Tioo  of  the  chief 

engineer.) 

Following  plates^  95  to  109^  in  portfolio. 

Plate  95.  Chart  showing  excavation  and  expenditures  to  July  1,  1912. 

96.  Map  of  the  Canal  Zone  and  the  watershed  of  the  Rio  Chagres. 

97.  General  plan  of  Balboa  terminals. 
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PtATB  98.  Annual  rainfall  along  canal  location. 

99.  Wind  roeea,  dry  and  rainy  seasons,  1911. 

100.  Chagres  River  drainage  basin,  discharge  at  Alhajuela.    Dry  seasoxui  1908 

and  1912. 

101.  Chagres  River  drainage  basin,  mass  curves  of  discharge  at  Alhajuela,  1908, 

1911,  and  22-year  period. 

102.  Chagres  River  drainage  basib,  mass  curves  of  discharge  at  Gamboa,  1908, 

1911,  and  22-year  period. 

103.  Chagres  River  drainage  basin,  mass  curves  of  discharge  at  Gatun  spillway, 

1908,  1911,  and  22-year  period. 

104.  Chagres  River,  cross  section  at  Gamboa  gauging  station. 

105.  Gatun  Lake.     Hydrpgraph  from  January  to  June,  1912. 

106.  Gatun  Lake  watershed.     Rainfall,  run-off,  and  retention  curves. 

107.  Chagres  River  drainage  basin,  curve  of  dischaige  duration  at  Alhajuela, 

1911. 

108.  Chagres  River  drainage  basin,  curve  of  dischai^ge  duration  ai  Gamboa,  1911. 

109.  Chagres  River  drainage  basin,  curve  of  dischaige  duration  at  Gatun,  1911. 

APPENDIX  H. 
(Report  of  the  chief  engineer  of  the  Panama  Railroad  relocation.] 

Plate  62.  Relocation  Panama  Railroad.     The  Quebrancha  bottom,  looking  north, 
June,  1912. 

63.  Relocation  Panama  Railroad.    The  Brazos  bottom,  looking  north,  June, 

1912. 

64.  Relocation  Panama  Railroad.    Gold  Hill  line,  looking  north  up  the  Pedro 

Miguel  Valley,  June,  1912. 

65.  Relocation  Panama  Railroad.    Gold  Hill  line,  looking  south  acroes  deep 
^  valley  east  of  Paraiso,  June,  1912. 

66.  Relocation  Panama  Railroad.    New  town  of  Monte  Lirio,  looking  north, 

June,  1912. 

APPENDIX  N. 
[Report  of  the  head  of  the  department  of  ctyU  administration.) 

Platb  67.  Empire-Chorrera    16-foot  macadam  road  under  construction  with  Zone 
prison  labor,  August  29,  1912. 
68.  Mandingo  stockade  for  Zone  convicts  engaged  in  road  building,  August 
1912. 

APPENDIX  Q. 

[Report  of  superintendent  of  dnbhomes.) 
Plate  in  portfolio. 

Plate  110.  Chart  showing  tIbc  and  fall  of  membership  in  Youni?  Men's  Christian  Asso- 
ciation. 

APPENDIX  U. 
[Charts  showing  organisation  of  lithmlan  Canal  Commission  and  Panama  Railroad  Co.,  July,  1912.) 

All  plaUs  in  portfolio. 
Plate  111.  General  organization  of  the  Isthmian  Canal  Commission. 


XXII  LIST   OF   ILLUSTBATIONS. 

hthmian  oJSJloei. 

Pl^tb  112.  Office  force  of  chairman  and  chief  engineer,  aasiBtant  chief  engineer,  and 
aasistant  to  the  chief  engineer. 

113.  First  division  of  chief  engineer's  office. 

114.  Central  division. 

115.  Atlantic  division. 

116.  Pteific  division. 

117.  Secretary  of  the  commission. 

118.  Mechanical  division. 

119.  Chief  quartermaster. 

120.  Subsistence  officer. 

121.  Civil  administration. 

122.  Chief  sanitary  officer. 

123.  Disburring  officer,  examiner  of  accounts,  and  department  of  law. 

124.  Panama  Railroad  Co.,  including  New  York  offices. 
.  125.  Panama  Railroad  Co.,  relocated  line. 

Washington  office, 

126.  General  purchasing  officer. 


ANNUAL  REPORT 

OF  THE 

ISTHMIAN  CANAL  COMMISSION. 


Isthmian  Canal  Commi8Sion^ 

Office  of  the  Chairman, 
CuUhraj  Canal  Zone^  September  10^  191S. 
Sir:  I  have  the  honor  to  submit  the  annual  report  for  the  Isth- 
mian Canal  Commisison  for  the  fiscal  year  ended  June  30,  1912. 

OBOANIZATION. 

When  it  was  determined  to  fortify  the  canal  it  was  recommended 
that  the  construction  be  done  by  the  Isthmian  Canal  Commission, 
utilizing  its  forces  and  such  plant  as  could  be  spared  from  other  work 
under  its  charge,  as  this  would  result  in  economy  in  cost  and  avoid 
the  friction  liable  to  occur  if  two  independent  organizations  were 
carrying  on  work  in  the  same  locality.  It  was  proposed  at  the  same 
time,  in  order  that  the  completed  work  might  embody  the  latest 
improvements  in  battery  construction,  that  the  plans  be  prepared  by 
the  Chief  of  Engineers,  United  States  Army,  subject  to  the  approval 
of  the  Panama  Fortification  Board,  and  the  batteries  and  accessories 
built  in  accordance  therewith.  This  recommendation  received  the 
approval  of  the  authorities  at  Washington.  Funds  for  commencing 
the  work  were  provided  by  the  sundry  civil  act  of  March  4, 1911,  and 
work  was  begun  August  7,  1911,  under  the  division  engineer  of  the 
Pacific  division  and  continued  in  his  diarge  until  January  1,  1912, 
when  an  additional  division  was  established  in  the  office  of  the  chief 
engineer,  which  took  over  the  construction  of  the  fortifications. 

The  third  division  of  the  chief  engineer's  office,  which  formerly 
had  charge  of  general  surveys  not  embraced  within  the  .limits  of 
any  construction  division,  together  with  the  meteorological  and 
hydrographic  work,  was  abolished  on  January  24,  1912,  when  the 
general  survey  work  was  practically  completed.  What  remained  of 
this,  together  with  the  collection  of  meteorological  and  hydrographic 
data,  was  consolidated  with  the  second  division  of  the  chief  engineer's 
office. 

The  locks  and  their  various  appurtenances  were  designed  by  and 
under  the  direction  of  Col.  Hodges,  and,  as  noted  in  the  last  annual 
61012^—12 ^1  1 
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report,  the  erection  of  the  gates,  valves,  fender  chains,  and  emer- 
gency dams,  as  well  as  the  machinery  for  operating  the  lock  acces- 
sories, were  also  placed  under  the  division  of  which  he  has  charge. 
Active  field  operations  for  erecting  the  machinery  were  undertaken 
in  September,  1911,  and  an  organization  was  arranged  to  handle  the 
work.  In  the  same  month,  under  the  same  division,  field  forces  were 
organized  to  undai^ake  the  erection  of  the  range  lights  and  other 
construction  work  required  in  connection  with  the  aids  to  navigation. 

Last  year  recommendations  were  submitted  looking  toward  the 
construction  of  a  dry  dock,  coaling  station,  and  terminal  facilities, 
and,  as  these  seemed  to  be  favorably  considered  by  the  congressional 
committees  visiting  the  Isthmus,  a  designing  force  was  organized 
under  Mr.  Rousseau  for  preparing  the  necessary  plans  for  the  dry 
dock,  coaling  stations,  and  machine  shops. 

Sather  than  tie  up  some  of  the  French  dredges  on  the  Pacific  side 
which  could  no  longer  work  to  advantage,  in  October,  1911,  they 
were  put  ati  work  dredging  the  area  which  was  to  form  the  basin 
between  the  canal  and  the  proposed  terminals.  In  June,  1912,  when 
pending  legislation  indicated  that  the  various  facilities  indicated 
would  be  authorized,  and  as  time  is  an  essential  element,  a  force  was 
organized  imder  the  division  engineer.  Pacific  division,  and  work 
was  begun  by  excavating  to  the  north  and  west  of  Sosa  Hill  to  en- 
able the  moving  of  the  Panama  Bailroad  tracks,  so  that  work  can  be 
commenced  on  the  machine  shops  and  terminals.  The  design  of  the 
wharfs  in  connection  with  the  terminals  was  assigned  to  Mr. 
Williamson. 

Continuing  the  principle  of  concentration  which  was  adopted  in 
1908,  the  shops  which  formerly  had  been  under  the  division  engineer 
of  the  Atlantic  division  at  Gatun  were  transferred  temporarily  to 
the  mechanical  division  on  April  4, 1911,  and  have  been  so  continued 
since  that  date.  Effective  July  1,  1912,  the  shops  at  Empire  for  the 
repair  of  steam  shovels,  and  previously  in  charge  of  the  central 
division,  were  transferred  to  the  mechanical  division. 

With  the  exceptions  noted,  the  organization  of  the  forces  on  the 
Isthmus  was  continued  practically  as  outlined  in  previous  annual 
reports. 

CONSTBUCTION  AND  ENGINEEBING. 

FIRST  DIVISION. 

The  first  division  of  the  office  of  the  chief  engineer,  under  Col. 
H.  F.  Hodges,  United  States  Army,  assistant  chief  engineer,  con- 
tinued in  charge  of  the  design  of  the  locks,  dams,  regulating  works, 
and  accessories;  the  design  and  construction  of  aids  to  navigation: 
the  inspection  of  the  manufacture  and  erection,  under  contract  or 
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otherwise,  of  the  lock  gates,  operating  machinery,  gates  and  valves, 
emergency  dams  and  fender  chains,  and  of  the  placing  of  such 
concrete  in  the  locks  as  was  omitted  imtil  the  installation  of  the 
machinery. 

During  the  fiscal  year  the  general  plans  for  the  lower  portion  of 
the  lower  locks  at  Gatun  and  Mlraflores  were  completed  and  ap- 
proved, as  well  as  the  plans  for  the  south  middle  approach  wall  at 
Miraflores  and  for  the  uncompleted  portion  of  the  south  middle 
approach  wall  at  Pedro  Miguel,  which  was  changed  from  the  solid 
type  already  built  to  the  reenforced  cellular  type  for  the  remainder. 
Li  addition,  all  th^  drawings  required  for  decking  over  various  ma- 
chinery chambers  in  the  lock  walls,  snubbing  posts,  and  spring  buffers 
were  prepared,  so  that  all  the  detailed  plans  for  the  locks  are  com- 
pleted and  approved. 

Chambers  were  prepared  for  the  rising  stem  gate  valves  by  lining 
up  the  fixed  irons,  and  12  completed  at  Gatun  and  2  at  Pedro  Miguel 
during  the  year;  at  Gatun  12  valves  were  placed  in  position.  In  ad- 
dition, 6  bulkhead  gates  were  placed  in  the  side- wall  intakes  and  6 
in  the  center- wall  intakes  at  Gatun.  Three  rising  stem  gate  valves 
and  1  cylindrical  valve  were  placed  in  the  Gatun  spillway.  The 
cylindrical  valves  were  placed  in  all  the  locks  during  construction 
and  all  of  them  are  in  position. 

To  determine  the  probable  leakage  around  the  rising  stem  valves, 
also  the  force  required  to  start  the  valve  and  to  maintain  the  motion, 
a  test  was  made  on  a  set  of  two  valves  which  were  installed  in  the 
upper  valve  chamber  of  the  west  side  culvert  at  Gbitun.  The  en- 
trance to  the  culvert  was  closed  by  a  water-tight  bulkhead,  and  the 
culvert  between  the  bulkhead  and  the  valves,  with  the  well  above 
the  valves  to  the  top  of  the  wall,  was  filled  with  water.  By  this 
arrangement  there  was  a  greater  head  against  the  valves  than  will 
obtain  when  the  lock  is  pumped  dry  for  examination,  and  consider- 
ably greater  than  the  usual  operating  head.  Under  a  79-foot  head 
that  resulted  the  combined  leakage  of  both  valves  was  1.82  cubic  feet 
per  second,  while  the  combined  friction  resulting  from  the  contact 
of  the  side  seals  of  the  gate,  as  well  as  the  action  of  the  roller  trains, 
averaged  21,170  pounds  for  each  valve.  It  had  been  assumed  at 
31,750  poimds  in  the  design  of  the  machinery  which  was  intended  to 
exert  a  lifting  force  of  60,000  poimds,  including  all  friction  and  the 
weight  of  the  valve  and  its  accessories.  It  is  probable  that  both  the 
friction  and  the  leakage  will  be  reduced  in  subsequent  valves,  as  cer- 
tain improvements  in  detail  and  workmanship  are. found  in  those  of 
later  construction. 

One  of  the  cylindrical  valves  in  the  locks  at  Gatun  was  tested  for 
leakage  from  the  exterior  by  constructing  a  bulkhead  across  the 
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entrance  to  the  valve  chamber,  which  was  then  filled  with  water. 
When  the  head  reached  60  feet  the  leakage  was  found  to  vary  from 
a  quantity  too  small  to  measure  to  about  0.25  of  a  cubic  foot  per 
second.  The  average  was  about  what  was  to  be  expected  from  the 
tests  made  at  Pedro  Miguel  and  described  in  the  last  annual  report. 
Examination  indicated  that  the  IcTather  seal  or  gasket  was  sufficiently 
rigid  to  hold  up  the  movable  portion  of  the  valve  and  prevent  its 
seating  properly.  The  segments  which  clamped  the  leather  seal  were 
removed  and  the  edge  beveled  slightly  to  allow  an  easier  bending  of 
the  gasket  After  this  was  done  the  leakage  was  foimd  by  measure- 
ment to  be  about  0.015  of  a  cubic  foot  per  second,  or  about  one-tenth 
of  that  previously  measured.  The  segments  for  all  the  valves  are 
being  beveled  in  the  manner  indicated  as  advisable  by  this  experiment. 

The  two  rising-stem  valve  machines  furnished  under  contract 
were  tested  at  the  works  of  the  manufacturer  and  found  to  be  satis- 
factory, after  which  the  conmiission  exercised  its  option  and  con- 
tract was  entered  into  December  5,  1911,  for  furnishing  all  parts  for 
114  rising-stem  gate-valve  machines  without  motors.  After  suc- 
cessful test  of  the  first  two  cylindrical  valve  machines  at  the  works 
of  the  manufacturer,  contract  was  awarded,  on  October  25, 1911,  for 
118  additional  cylindrical  valve  machines  without  motors  and  12 
auxiliary  culvert  valve  machines  without  motors.  Up  to  June  80, 
1912,  a  total  of  21  rising-stem  valve  machines  (except  valve  stems 
and  thrust  screws),  34  cylindrical  valve  machines,  and  3  auxiliary 
culvert  valve  machines  were  received.  Delays  in  shipment  occurred, 
caused  by  the  strike  of  stevedores  at  Baltimore,  the  point  of  ship- 
ment. 

Owing  to  the  peculiar  climatic  conditions  on  the  Isthmus,  involv- 
ing tropical  heat  and  extreme  humidity,  and  the  deteriorating  effect 
of  these  conditions  on  the  insulation  of  electrical  machinery,  it  was 
necessary  to  investigate  thoroughly  the  different  kinds  of  insulation 
available  for  use  on  the  lock  machinery.  To  accomplish  this,  16 
sample  motors  in  all  were  purchased,  2  from  each  company  offer- 
ing bids  for  the  motors  required.  Eight  of  these  were  sent  to  the 
machine  contractors  for  operating  tests  on  the  valve  machines,  and 
the  other  8  were  shipped  direct  to  the  Isthmus,  where  they  were 
subjected  to  the  extreme  conditions  specified  in  the  specifications 
accompanying  the  invitation  for  bids,  in  order  to  test  the  insulation. 
They  were  first  placed  in  a  storehouse  at  Gatun  and  exposed  to  the 
ordinary  conditions  of  climate  for  a  period  of  about  two  months, 
during  which  time  the  condition  of  the  insulation  was  determined 
periodically  by  inspection  and  tests.  In  order  to  expedite  the  action 
of  the  heat  and  humidity  they  were  subjected  to  a  steam  test,  in 
which  the  extremes  of  temperature  and  humidity  mentioned  might 
be  reproduced.    In  order  that  the  conditions  of  all  motors  might  be 
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identical  in  all  respects,  the  motors  were  placed  in  a  small  building 
erected  for  the  purpose  and  the  tests  performed  on  all  motors  simul- 
taneously, so  that  the  motors  were  subjected  to  the  same  humidity 
and  temperature  for  the  same  length  of  time.  Briefly,  the  tests  con- 
sisted of  filling  the  building  in  which  the  motors  were  located  with 
steam,  thereby  maintaining  a  temperature  of  50®  C.  for  a  period 
of  10  days,  making  potential  tests  and  measurements  of  insulation 
throughout  this  period.  In  addition  to  the  steam  test,  the  motors 
which  survived  were  immersed  by  filling  the  case  with  water  at 
a  temperature  of  approximately  30°  C.  and  maintaining  this  con- 
dition for  about  five  hours,  during  which  time  observations  of  insu- 
lation resistance  were  made  continuously.  The  eight  motors  which 
were  first  shipped  to  the  machine  contractors  were,  after  reaching 
the  Isthmus,  subjected  to  the  immersion  test  but  not  the  steam  test. 
The  tests  were  conducted  without  the  presence  of  any  representative 
of  the  manufacturers. 

The  relative  standing  of  the  various  types  of  insulation  in  these 
tests  was,  in  general,  definite  and  the  choice  of  the  most  suitable 
insulation  was  clear;  however,  in  view  of  the  number  of  mot(»^ 
tested,  it  was  desirable  to  obtain  a  numerical  basis  of  comparison.  A 
schedule  of  the  various  stages  of  the  tests  was  therefore  prepared  and 
a  number  of  points  assigned  for  the  survival  of  each  of  these  stages. 
The  motors  were  given  four  points  for  surviving  the  test ;  three  if, 
after  failure  during  the  test,  the  insulation  recovered  without  re- 
pair ;  two  if,  after  such  failure,  the  insulation  was  found  possible  of 
repair;  one  if,  after  repair,  the  motor  recovered;  and  none  if  they 
failed  to  recover  at  all.  The  total  points  for  each  of  the  four  motors 
representing  the  manufacturer  in  the  entire  series  of  tests  then 
served  as  an  index  from  which  the  relative  value  of  the  insulati<m 
could  be  determined.  The  contract  was  awarded  on  the  basis  of  the 
tests  as  above  outlined.  None  of  the  motors  had  been  shipped  on 
June  80. 

A  series  of  tests  was  also  made  on  the  sample  limit  switches  pur- 
chased under  similar  conditions  as  the  motors.  Insulation  and  poten- 
tial tests  were  made  under  the  climatic  conditions  of  the  Isthmus  and, 
while  they  were  not  so  extensive  as  the  motor  tests,  sufficient  infor- 
mation was  obtained  to  determine  the  suitability  of  the  various 
makes  and  the  award  on  this  class  of  apparatus.  Satisfactory 
progress  has  been  made  in  the  manufacture  of  these  switches,  and  at 
the  end  of  the  year  50  were  reported  as  shipped  from  the  works  of 
the  contractor. 

The  lock  gates  are  being  constructed  and  erected  under  contract 
dated  June  21,  1910.  During  the  past  fiscal  year  the  shop  drawings 
for  all  the  different  heights  of  gates  were  completed  and  approved. 
The  total  steel  plates  and  shapes  accepted  at  the  mills  to  the  end  of 
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the  fiscal  year  aggregated  about  52,822  tons,  which  practically  com- 
prised all  the  rolled  material  required,  excepting  that  for  the  spare 
parts.  About  three-quarters  of  all  the  castings  were  made,  machined, 
and  accepted.  All  specified  chemical  and  physical  tests  were  carried 
out  and  the  contract  requirements  as  to  the  quality  of  material  were 
in  all  cases  fully  met  The  only  change  in  the  material  for  any  part 
of  the  gates  was  made  in  the  bushings  for  the  pintles  at  the  bottom 
of  certain  leaves  that  will  always  be  in  sea  water!  In  order  to  avoid 
possible  damage  through  electrolytic  action,  these  bushings  will  be 
made  of  hard-cast  Vanadium  steel  instead  of  the  manganese  bronze 
used  in  the  other  gates.  Certain  of  the  other  leaves  which  will  be 
operated  in  brackish  water  are  to  be  protected  from  erosion  by  the 
use  of  zinc  rings  placed  close  to  the  bronze  bushings. 

The  total  shipment  of  structural  material  to  the  end  of  the  fiscal 
year  1912  aggregated  about  39,000  tons,  or  76  per  cent  of  the  amount 
required  for  all  the  gates.  Of  the  kbove  total,  about  82,000  tons  were 
shipped  during  the  fiscal  year,  so  that  on  June  80,*  1912,  a  total  of 
13,000  tons  remained  to  be  forwarded,  comprising  about  half  the 
material  for  the  gates  in  the  intermediate  locks  at  Gatun  and  the 
upper  locks  at  Miraflores  and  all  the  material  for  the  gates  in  the 
lower  lock  at  Miraflores.  At  this  rate  of  progress  the  steel  work  for 
all  the  lock  gates  and  the  spare  parts  provided  for  in  the  contract 
will  be  completed  in  the  shops  before  November  1, 1912. 

On  June  30,  1912,  the  work  of  erecting  the  gates  on  the  Isthmus 
was  in  progress  on  28  gates,  or  exactly  half  of  the  total  number  on  the 
canal,  but  these  gates  were  in  various  stages,  and  none  of  them  was 
entirely  completed.  They  comprised  all  the  gates  in  the  upper  lock 
and  the  intermediate  gates  in  the  lower  lock  at  Gatun  and  all  the 
gates  at  Pedro  Miguel  excepting  the  lower  guard  gate  in  the  west 
chamber.  No  material  was  placed  at  Miraflores.  The  total  steel  in 
place  in  the  several  gates  at  the  end  of  the  fiscal  year  amounted  to 
19,681  tons,  or  about  34  per  cent.  With  the  exception  of  412  tons 
previously  reported,  all  of  this  material  was  erected  during  the  fiscal 
year.  The  total  number  of  field  rivets  driven  to  June  30,  1912 — 
practically  all  of  them  during  the  fiscal  year — ^was  968,500  out  of 
5,750,000,  or  only  17  per  cent  of  the  total. 

The  completion  of  the  several  gates  has  fallen  considerably  behind 
the  dates  specified  in  the  contract,  due  in  part  to  the  failure  of  the 
contractors  to  deliver  the  necessary  material  and  tools  on  time,  and 
in  part  to  the  limited  number — and  in  some  cases  to  the  poor  quality — 
of  mechanics  and  laborers.  This  has  been  the  case  especially  in  the 
field  riveting  and  the  machine  work  necessary  for  the  erection  of  the 
gates.  A  close  and  continuous  inspection  was  maintained,  and  it  is 
believed  that  the  completed  gates  will  meet  fully  the  standard  laid 
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down  in  the  specifications.    The  tests  for  watertightness  made  in  the 
first  gate  at  (xatun  indicate  excellent  workmanship  in  this  respect 

Contracts  were  entered  into  toward  the  end  of  the  previous  fiscal 
year  for  the  first  two  miter  gate-moving  machines  and  for  the  first 
miter  forcing  machine*  These  were  c(»npleted  and  satisfactorily 
tested  at  the  works  of  the  contractors  and  shipped  to  the  Isthmus. 
The  miter  gate-moving  machines  were  installed  in  their  respective 
places,  and  one  tested  in  regular  service  of  swinging  a  gate  in  the  dry. 
The  (^ration  was  successfully  performed  in  1  minute  and  48  seconds, 
or  12  seconds  less  than  the  estimated  time.  As  the  tests  were  satis- 
factory, the  contract  for  the  remaining  90  miter  gate-moving  ma- 
chines was  made  on  February  11,  1912.  The  award  for  the  motors 
for  these  additional  machines  was  also  made.  The  installation  of  the 
miter  forcing  machine  was  not  completed  at  the  close  of  the  fiscal 
year,  as  the  structural  features  of  the  gate  were  not  ready  to  permit, 
of  its  installation. 

The  design  selected  for  the  construction  of  the  chain  fenders  was 
described  in  the  last  annual  report,  and  during  the  fiscal  year  bids 
were  invited  and  contracts  entered  into  for  the  delivery  on  the 
Isthmus  of  all  parts  of  one  fender  except  the  chain,  which  was  built 
at  the  United  States  Navy  Yard  at  Boston.  Under  these  contracts 
the  commission  reserves  the  right  to  purchase  the  material  for  the 
other  23  fenders  at  prices  named  in  the  contractors'  bids,  if  the  test 
of  the  one  proves  it  to  be  satisfactory.  To  determine  the  best  form 
of  emergency  resistance  valve,  an  elaborate  series  of  tests  was  made 
in  the  power  plant  of  the  Prudential  Insurance  Co.  at  Newark,  N.  J. 
Three  types  of  valves  were  tested  under  conditions  approximating 
those  of  actual  operation,  two  of  them  giving  satisfactory  results. 
The  chain  is  the  only  part  of  the  apparatus  that  was  shipped  to  the 
Isthmus. 

All  material  for  the  structural  steel  covers  by  which  the  electric 
locomotive  track  is  supported  over  the  lock-gate  recesses  in  the 
masonry  has  been  provided  for  and  the  erection  of  the  steel  in  the 
field  was  let  by  contract  dated  July  7, 1911.  At  the  close  of  the  fiscal 
year  the  erection  of  all  the  covers  in  the  Gktun  and  Pedro  Miguel 
Locks  had  been  practically  completed,  but  no  work  had  been  done  at 
Miraflores. 

The  electric-towing  locomotives  were  described  in  the  annual  re- 
port of  1910.  Bids  for  these  machines  were  invited,  and  the  same 
policy  was  followed  as  in  the  case  of  other  machines  of  asking  the 
price  for  one  and  also  on  the  remainder  if  the  sample  proves  satis- 
factory. A  contract  was  entered  into  for  the  delivery  of  one  loco- 
motive complete,  with  the  option  of  purchasing  the  other  89  that  will 
be  required.    Under  the  contracts  for  materials  in  connection  with 
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the  locomotive  track,  95  per  cent  of  the  structural  parts  was  com- 
pleted during  the  year.  The  delivery  of  the  steel  rack  sections  was 
44  per  cent  completed ;  considerable  difficulty  was  experienced  at  first 
in  producing  sections  which  were  sufficiently  accurate  for  the  purpose 
intended,  but  this  was  subsequently  overcome.  There  was  delivered 
on  the  Isthmus  60  per  cent  of  the  malleable-iron  supporting  brackets 
for  the  conductor-slot  covers,  but  these  were  rejected  on  account  of 
general  irregularities.  The  contract  for  furnishing  malleable-iron 
cover  plates  and  washers  was  completed.  The  bids  first  received  for 
crossovers  and  turnouts  were  not  satisfactory  and  were  rejected.  A 
readvertisement  secured  lower  prices  and  a  contract  was  entered  into 
for  furnishing  them.  Up  to  the  end  of  the  fiscal  year  none  had  been 
shipped. 

Specifications  were  issued  September  9,  1911,  covering  the  main 
^generating  equipment  for  a  hydroelectric  station,,  containing  three 
2,000  kilowatt  units,  to  be  located  adjacent  to  the  spillway  in  Gratun 
Dam.  The  equipment  is  to  consist  of  three  2,250-kilowatt  water  tur- 
bines, three  head  gates,  three  penstocks,  three  governors,  three  draft 
tubes,  three  2,000-kilowatt  generators,  three  direct-connected  50-kilo- 
watt  exciters,  two  100-kilowatt  motor-driven  exciter  sets,  one  80-ton 
electric  crane,  and  one  lubricating  system.  A  contract  was  entered 
into  December  2  for  the  hydraulic  equipment,  with  promise  of  de- 
livery in  150  to  195  days  for  the  water  wheels  and  governors,  125  to 
150  days  for  the  penstocks,  and  90  to  120  days  for  the  head  gates.  A 
contract  was  entered  into  on  the  same  date  for  the  electrical  equip- 
ment, with  promise  of  delivery  in  170  to  200  days  for  the  generators 
and  140  to  160  days  for  the  exciters.  At  the  close  of  the  year  one 
generator  was  completed  and  ready  for  test  at  the  works  of  the  con- 
tractor. The  only  material  delivered  on  the  Isthmus  is  60  per  cent 
of  the  penstocks.  Every  effort  is  being  made  to  have  the  remainder 
of  this  material  on  the  Isthmus  at  an  early  date,  and  the  latest  ad- 
vices from  the  United  States  indicate  that  complete  shipment  has 
been  made. 

There  will  be  available  sufficient  water  from  the  storage  in  Lake 
Oatun  to  warrant  the  installation  of  6,000  kilowatts  in  generating 
capacity,  including  reserve.  The  average  head  throughout  the  year 
will  be  approximately  75  feet,  the  elevation  of  the  tail  race  being 
about  8  feet  above  sea  level.  During  the  dry  season  it  will  be  neces- 
sary to  draw  upon  the  storage  in  Gatun  Lake.  The  maximum  quan- 
tity of  water  diverted  for  hydroelectric  development  is  approxi- 
mately 7  per  cent  of  the  minimum  water  supply  and  is  the  excess 
which  is  not  required  for  lockages,  evaporation,  and  leakage. 

The  spillway-gate  machine  is  designed  to  raise  or  lower,  in  ap- 
proximately 10  minutes,  a  spillway  Stoney  crest  gate  for  controlling 
He  water  levels  of  Gatun  and  Miraflores  Lakes.    It  consists  essen- 
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tially  of  two  counterweights,  one  at  each  end  of  the  gate,  connected 
to  it  by  a  screw  and  chain,  the  screw  being  moved  vertically  by  means 
of  a  worm  nut  which  is  motor  driven  by  a  worm.  The  two  screws  at 
the  gate  ends  are  driven  simultaneously  through  a  driving  shaft 
which  is  provided  with  a  worm  at  each  end  for  operating  the  worm 
nuts.  The  screws  are  held  in  a  vertical  position,  and  the  hoisting 
chains  pass  over  sheaves  at  the  tops  of  the  gate  piers.  The  counter- 
weights practically  balance  the  weight  of  the* gate,  so  that  the 
machine  has  to  overcome  only  the  resistance  to  the  movement  of  the 
gate  due  to  water  pressure.  The  machinery  tunnel  extends  the  full 
length  of  the  spillway,  within  the  dam,  and  contains  all  the  operat- 
ing machinery.  The  screws  for  lifting  the  gates  pass  through  this 
tunnel,  extending  downward  to  the  counterweights  and  upward  to 
the  hoisting  chain  through  openings  provided  for  the  purpose. 
Bids  were  invited  for  22  spillway-gate  machines  and  a  contract 
awarded. 

On  January  31  specifications  were  issued  for  the  purchase  of 
apparatus  for  the  remote  control  and  indication  of  the  lock  ma- 
chinery and  spillway  gates.  The  system  includes  starting  panels 
for  the  various  sizes  of  motors  and  switches ;  also  remote  indicators 
for  showing  at  the  control  switchboard  the  position  of  the  various 
machines.    Bids  were  opened  on  Mkrch  15  and  contracts  awarded. 

For  supplying  electric  current  to  operate  the  lock  machinery  16 
transformer  rooms  are  provided  in  the  locks  at  Gatim,  8  at  Pedro 
Miguel,  and  12  at  Miraflores.  Each  transformer  room  is  practically 
an  independent  substation,  interconnected  with  the  others  in  the 
same  locks  by  means  of  primary  feeders.  Power  is  taken  at  2,200 
volts  from  the  hydroelectric  station  and  is  transformed  to  220  volts. 
Each  room  is  to  contain  two  190  kilowatt  power  transformers,  either 
one  of  which  can  carry  the  motor  load  of  the  section  fed  from  one 
transformer  room.  All  equipment,  including  primary  feeders,  will 
be  in  duplicate,  to  insure  continuity  of  service.  The  transformer 
room  will  also  contain  a  25-kilowatt  lighting  transformer,  a  bank 
of  9  or  10  oil  switches,  a  7-panel,  low-tension  switchboard,  and  mis- 
cellaneous cable  and  terminal  equipment  In  designing  the  trans- 
former rooms  every  effort  was  made  to  render  all  operations  simple 
and  foolproof,  and  care  was  used  to  avoid  the  possibility  of  shut- 
downs and  operating  troubles. 

The  general  features  of  lock  illumination,  both  exterior  and  in- 
terior, were  fixed  during  the  year.  For  exterior  lighting  concrete 
lamp  standards  will  be  erected  on  the  coping  of  the  locks  approxi- 
mately 100  feet  apart  throughout  the  entire  length  of  each  wall.  In 
all  there  will  be  211  lamp  standards  at  Gatun,  131  at  Pedro  Miguel, 
and  169  at  Miraflores,  a  total  of  511.  The  standard  is  of  special 
design  and  supports-  a  reflector  about  30  feet  above  the  coping  level. 
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The  reflector  is  intended  to  throw  the  light  of  a  400- watt  Tungsten 
lamp  outward  over  a  ship  in  the  lock  chamber  and  also  to  produce 
a  uniform  illumination  over  the  surface  of  the  wall,  without  the  glare 
occasioned  by  the  brilliancy  of  the  lamp  shining  directly  into  the 
eyes  of  an  approaching  pilot.  For  interior  lighting  of  operating 
tunnels  and  machinery  rooms,  deck  lights  have  been  arranged  in  the 
roof  of  the  operating  tunnels  which  will  admit  sufficient  light  in  the 
daytime  to  permit -of  circulation.  For  use  at  night,  or  when  repair- 
ing machinery,  artificial  illumination  is  provided  by  the  ordinary 
16-candlepower  carbon  filament  lamps  moimted  in  specially  designed 
reflectors  set  in  the  concrete  of  the  ceiling  and  walls.  A  total  of 
about  7,000  lamps  will  be  installed  in  all  the  locks. 

The  work  of  erecting  the  lock  machinery  was  begun  at  Gktun  in 
September,  1911,  and  at  Pedro  Miguel  in  January,  1912.  Owing  to 
delays  in  the  receipt  of  machinery,  the  schedule  of  erection  has  not 
been  adhered  to  in  all  cases,  but  the  installation  and  erection  are  pro- 
gressing as  fast  as  deliveries  permit.  Nine  thousand  four  hundred 
and  fourteen  feet  of  towing  track,  including  the  conductor  slot  chan- 
nels, have  been  assembled,  lined  up,  and  tested,  and  a  total  of  2,848.9 
cubic  yards  of  concrete  was  laid  in  connection  with  the  towing  track 
and  miter  gate  recess  covers  at  a  cost  of  $16.0344  per  cubic  yard. 

Under  the  contract  entered  into  on  May  16, 1911,  for  the  construc- 
tion of  the  emergency  dams,  2,786  tons  of  material  were  shipped 
from  the  various  plants  of  the  contractor  in  the  United  States,  and 
it  is  expected  that  all  of  the  material  for  the  first  two  dams  will  be 
shipped  before  August  1.  Shipments  to  the  Isthmus  were  somewhat 
delayed,  thereby  interfering  with  the  erection  work,  due  to  a  steve- 
dores' strike,  so  that  of  the  amount  shipped  only  about  1,700  tons 
were  received  on  the  Isthmus.  The  false  work  and  the  erection 
cranes  for  the  east  dam  at  Oatun  were  completed,  which  will  enable 
the  contractor  to  begin  work  immediately  upon  receipt  of  those 
pieces  which  are  first  required  for  erection.  No  work  of  any  kind 
has  been  done  at  any  of  the  other  dam  sites. 

Contracts  were  made  for  the  emergency  dams  and  gate  and  girder 
hoisting  machines,  also  for  the  electrical  equipment  for  operating 
the  machines.  Satisfactory  progress  was  made  during  the  year; 
the  first  machine  of  each  type  was  tested  and  the  other  machines 
advanced  so  that  they  will  soon  be  ready  for  test  Tests  of  the 
worm  gearing  were  carried  out,  so  that  the  motor  characteristics 
and  the  hand-operating  mechanism  could  be  adapted  to  the  results 
of  the  tests. 

Work  on  the  detailed  drawings  for  the  floating  caisson  gates  was 
continued  during  the  year  on  the  basis  of  the  general  design  de- 
scribed in  the  last  annual  report.  The  plans  for  various  decks  have 
been  drawn  out  and  a  detailed  study  made  of  the  pumps  and  piping. 
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Contracts  aggregating  $3,683^06.29  were  entered  into  during  the 
year  on  specifications  prepared  by  this  division  for  various  irons  in 
connection  with  the  locks,  for  electric  locomotives,  tracks,  machines, 
pumps,  electrical  equipment;  in  short,  for  all  necessary  appliances 
for  completely  equipping  the  locks  for  satisfactory  operation,  except 
the  machinery  for  the  guard  valves,  which  will  be  advertised  in 
the  near  future,  and  the  material  for  the  transmission  line  which 
will  connect  the  hydroelectric  station  at  Gatun  with  the  locks  of  the 
Pacific  division. 

To  enable  a  pilot  to  keep  his  course  up  to  the  turning  point  it  is 
necessary  to  have  a  range  of  two  lights  at  each  end  of  the  longer 
tangents  in  prolongation  of  the  sailing  line.  The  prolongations  of 
these  tangents  on  which  the  lights  are  situated  were  covered  by 
heavy  growths  of  brush  and  timber,  so  that  trocas  had  to  be  cut 
through  the  jungle  until  suitable  locations  were  found.  These  trocas 
are  the  width  of  the  canal  at  the  beginning  and  narrow  down  to  480 
feet  at  the  end.  During  the  year  a  total  of  809.85  acres  was  cleared, 
at  a  cost  of  $22.7098  per  acre^  and  305,790  linear  feet  of  trocas  cut. 

Field  forces  were  organized  and  construction  work  begun  on  the 
range  towers  at  the  Pacific  entrance  September  1, 1911.  The  towers, 
which  are  of  concrete,  are  being  constructed  by  means  of  steel  forms, 
which  are  designed  for  the  three  types  of  towers  used  in  the  Atlantic 
and  Pacific  sections.  The  forms  are  4  feet  in  height  and  of  such 
size  as  to  be  easily  handled  by  two  laborers.  They  are  made  in  seg- 
mental sections  or  staves,  and  when  the  form  is  shifted  to  a  higher 
position  the  desired  taper  is  given  by  omitting  a  section  entirely  or 
substituting  a  narrower  one.  One  set  of  forms  answers  for  all  tow- 
ers of  the  type  used  in  the  sea-level  sections  and  another  set  for  all 
towers  of  Gatun  Lake.  The  forms  for  the  watch  room  and  lantern 
room  are  set  up  and  filled  when  the  body  of  the  tower  has  been  fin- 
ished. Eleven  of  the  towers  required  by  the  system  have  been  com- 
pleted to  date — Nos.  5  and  6,  Atlantic  section;  Nos.  2,  9,  11,  13,  and 
14,  Pacific  section;  Nos.  1,  21,  24,  and  25,  Gatim  Lake  section.  In 
the  construction  of  these  towers  805.88  cubic  yards  of  concrete  were 
used,  the  larger  portion  reenforced.  The  position  of  60  gas  buoys 
was  located,  referenced  and  checked,  and  three  beacons  in  the  Gatun 
Lake  section  located.  The  illuminants  will  be  gas  and  electricity, 
the  latter  wherever  the  light  is  sufficiently  accessible.  For  the  float- 
ing buoys  and  for  the  23  towers  and  beacons,  which  are  in  inaccessible 
places,  compressed  acetylene,  dissolved  in  acetone,  has  been  adopted. 
White  lights  will  be  used  throughout,  and,  in  order  to  eliminate  the 
possibility  of  conflicting  the  lights  with  one  another  and  with  the 
lights  on  shore,  all  range  lights,  beacons,  and  buoys  will  have  indi- 
vidual characteristics  formed  by  flashes  and  combinations  of  flashes 
of  light  and  dark  intervals.    The  candlepower  of  the  range  lights 
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will  vary,  according  to  the  length  of  the  range,  from  about  2,500  to 
15,000  candlepower.  The  most  powerful  ones  will  be  those  marking 
the  sea  channels  at  the  Atlantic  and  Pacific  entrances,  which  will  be 
visible  for  from  about  12.5  to  18  nautical  miles.  The  beacons  and 
buoy  lights  will  have  about  950  candlepower. 

For  further  details  concerning  the  work  of  this  division,  attention 
is  invited  to  Appendix  A. 

ATLANTIC  DIVISION. 

The  work  of  this  division  embraces  the  construction  of  the  locks 
and  dam  at  Gatun,  the  quarry  at  Porto  Bello,'the  sand  supply  from 
Nombre  de  Dios  and  elsewhere,  the  excavation  between  the  locks 
and  deep  water  in  the  Caribbean,  the  breakwater  for  the  shelter  of 
shipping  and  protection  of  the  channel  in  Limon  Bay,  the  munici- 
pal improvements  in  Colon  and  the  various  settlements  embraced 
within  the  territorial  limits  of  the  division,  and  such  sanitary  engi- 
neering work  within  the  same  limits  as  is  prescribed  by  the  sanitary 
department.  ,The  work  is  in  charge  of  Lieut  Col.  William  L.  Sibert, 
United  States  Army,  as  division  engineer. 

At  the  close  of  the  previous  fiscal  year  the  excavation  necessary 
for  the  construction  of  so  much  of  the  Oatxm  Locks  as  lie  above  the 
lower  caisson  sills  was  completed,  with  the  exception  of  the  excava- 
tion for  the  lateral  culverts  in  the  lowest  lock.  This  was  completed 
during  the  fiscal  year  just  ended  by  the  removal  of  8,888  cubic  yards, 
at  a  cost  of  $2.9598  per  cubic  yard.  The  material  to  be  excavated 
in  order  to  permit  the  construction  of  the  jwrtions  of  the  locks  in- 
cluding the  wing  walls  and  approach  pier  at  the  north  end  consists, 
for  the  most  part,  of  mud  too  soft  to  support  steam  shovels,  as  the 
water  can  not  be  entirely  excluded,  so  that  recourse  must  be  had  to 
dredging.  A  suction  dredge  operated  in  the  area  between  December, 
1908,  and  June,  1909,  and  again  between  January  1,  1911,  and  April 
14, 1911.  Nothing  further  was  done  until  February  1, 1912,  or  until 
after  the  completion  of  the  temporary  dam  which  was  mentioned  in 
the  last  annual  report  and  which  was  designed  to  prevent  the  water 
from  flooding  the  locks  during  excavation.  This  dam,  which  was 
completed  on  January  15,  1912,  is  46  feet  4  inches  high  by  200  feet 
long,  and  consists  of  a  series  of  reenforced  concrete  buttresses  sup- 
porting timbers.  The  amount  of  material  used  was  1,040  cubic  yards 
of  concrete  and  98,736  feet  b.  m.  of  lumber.  The  cost  of  its  con- 
.struction  was  $36,092.91.  The  total  amount  removed  by  the  dredges 
was  883,918  cubic  yards,  at  a  cost  of  $0.3129  per  cubic  yard,  which 
includes  a  plant  charge  of  $0.0410  for  the  cost  of  the  temporary 
dam.  It  is  estimated  that  89,570  cubic  yards  will  complete  the  ex- 
cavation necessary  to  permit  unwatering  of  the  area,  so  that  the 
construction  of  the  wing  walls  and  north  center  approach  pier  can 
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be  began.  In  order  to  secure  suitable  foundation,  it  was  necessary 
to  excavate  in  places  to  a  depth  of  70  feet  below  sea  level,  which  re- 
quired closing  the  opening  through  which  the  dredges  were  admitted 
by  an  earth  dam  and  lowering  the  water  so  that  the  dredges  could 
work  to  this  depth.  The  material  removed  by  the  dredges  was 
pumped  behind  the  levee  constructed  east  of  the  Panama  Railroad ; 
a  large  portion  escaped,  filling  the  Mindi  River  and  the  French  Canal 
where  these  two  cross,  but  it  is  stated  that  none  reached  the  new 
channel.  After  March  SI,  1912,  the  material  was  pumped  to  the  west 
of  the  canal  prism. 

As  noted  in  the  last  annual  report,  the  unloading  plant  in  connec- 
tion with  the  sand  and  stone  deliveries  consisted  of  the  cableways  and 
five  derricks.  From  July  1, 1911,  the  cableways  operated  on  a  single 
shift  of  9  hours  until  June  1,  1912;  subsequent  to  this  date  occa- 
sional 12-hour  shifts  were  worked  to  facilitate  the  delivery  of  sand 
from  a  new  source  of  supply  in  the  Chagres  River.  During  the  year 
the  cableways  unloaded  237,750  cubic  yards  of  rock  and  109,017  cubic 
yards  of  sand ;  they  average*  30.42  cubic  yards  per  hour  while  in 
service,  or  S2.74  cubic  yards  per  hour  actual  working  time ;  in  other 
words,  57.69  per  cent  of  the  time  was  consumed  in  unloading  opera- 
tions, the  balance  lost  in  waiting  for  barges,  26.35  per  cent,  and  in 
other  delays,  15.96  per  cent.  The  five  derricks  were  in  use  for  un- 
loading rock  and  sand  until  November  16,  1911,  when  the  two  sand 
derricks  were  put  out  of  commission;  the  remaining  three  engaged  in 
unloading  rock  ceased  operations  on  April  29, 1912.  During  the  time 
they  were  in  service  the  derricks  unloaded  139,148  cubic  yards  of  rock 
and  53,768  cubic  yards  of  sand — ^a  total  of  192,916  cubic  yards  of 
material.  This  material  was  unloaded  by  the  derricks  at  an  average 
rate  of  25.57  cubic  yards  per  hour  while  in  service  and  49.87  cubic 
yards  per  hour  in  actual  working  time  of  unloading.  The  operating 
cost  of  handling  material  by  cableways  and  derricks,  exclusive  of 
plant  charges,  was  $0.1904  and  $0.1574  per  cubic  yard,  respectively. 
In  addition  to  unloading,  the  cableways  also  transferred  rock  and 
sand  from  the  stock  piles  to  the  tunnel  hoppers,  which  added  for 
the  last  quarter  of  the  year  $0.2646  per  cubic  yard  of  concrete  laid. 

When  the  deliveries  of  crushed  stone  from  Porto  Bello  were  stopped, 
the  rook  screen,  which  had  been  supplied  by  a  derrick  unloading  di- 
rectly from  barges,  was  dismounted,  placed  on  a  car,  and  moved  to 
one  side  of  the  rock-storage  pile  where  the  cableways  have  access  to 
it,  and  since  May  23,  1912,  one  duplex  cableway  has  been  employed 
exclusively  with  the  rock  screen.  From  July  1,  1911,  until  April 
80, 1912,  when  the  delivery  of  cement  in  barges  was  discontinued,  the 
cement  shed  cranes  unloaded  448,700  barrels  of  cement.  On  the  latter 
date  arrangements  were  made  for  delivering  the  remainder  of  the 
cement  in  cars,  which  will  be  unloaded  by  hand.    The  amount  re- 
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quired  at  the  end  of  the  fiscal  year  for  completing  the  work,  in  addi- 
tion to  that  already  in  storage,  was  190,000  barrels. 

During  the  year  an  average  of  4.30  of  the  eight  2-yard  mixers  in- 
stalled in  the  construction  plant  furnished  a  total  of  348,864  cubic 
yards  of  concrete  (bucket  measurement)  and  were  operated  daily, 
except  Sundays,  on  the  basis  of  12  hours  per  day  from  July  1  to 
January  31, 1912,  and  9  hours  per  day  from  February  1  to  June  80, 
1912,  at  the  rate  of  25.52  cubic  yards  per  mixer  per  hour  in  service, 
or  59.25  cubic  yards  per  hour  at  work.  The  auxiliary  plant  mixers^ 
two  in  number,  operated  on  an  average  of  9  hours  a  day  imtil 
March  11, 1912,  when  the  plant  was  shut  down  and  dismantled ;  this 
plant  mixed  a  total  of  80,544  cubic  yards  of  concrete  (bucket  measure- 
ment) during  the  year,  an  average  of  22.20  cubic  yards  per  mixer 
per  hour  in  service,  or  68.54  cubic  yards  per  hour  at  work.  An 
average  of  three  ^-yard  mixers,  together  with  a  small  portion 
mixed  by  hand,  produced  a  total  of  15,758  cubic  yards  of  concrete. 
The  product  of  the  construction-plant  mixers  was  placed  by  cable- 
ways,  or  transferred  by  chutes  to  narrow-gauge  equipment,  from 
which  the  concrete  was  dumped  in  place.  The  cableways  were  oper- 
ated 12  hours  a  day  up  to  January  31,  1912,  subsequent  to  which 
a  9-hour  day  was  used.  Of  the  time  in  service,  38.74  per  cent  was 
consumed  in  handling  309,534  cubic  yards  of  concrete  and  large  rock, 
17.77  per  cent  in  handling  forms  and  irons,  etc.,  and  43.49  per  cent 
in  delays.  Each  cableway  handled  an  average  of  31.46  pubic  yards 
of  rock  and  concrete  per  hour  when  engaged  on  that  work.  The 
narrow-gauge  equipment  handled,  in  addition  to  large  stone,  100,990 
cubic  yards  of  concrete  from  mixers  and  24,434  cubic  yards  previously 
handled  by  cableways. 

Work  on  the  upper  or  south  approach  pier  was  continued  through- 
out the  year  on  the  fill  reported  in  the  last  annual  report  For  the 
foundation  of  the  wall  a  total  of  73,695  linear  feet  of  concrete  piling 
was  manufactured  during  the  year,  at  a  cost  of  $1.2156  per  linear  foot, 
and  75,474  feet  were  driven.  As  previously  reported,  difficulty  was 
experienc^d  with  the  longer  concrete  piles,  and,  because  of  this  and 
also  to  expedite  the  work,  51,450  feet  of  creosoted  piles  were  substi- 
tuted. Reenforced  concrete  construction  was  used  for  the  south 
approach  pier  and  31,000  cubic  yards  of  concrete  laid  in  it  during 
the  year,  completing  about  67  per  cent  of  it.  The  guide  walls  at  the 
south  end  of  the  locks  were  completed  and  6,000  cubic  yards  were 
placed  for  this  purpose. 

The  total  amount  of  masonry — concrete  and  large  stone — laid  by  the 
concrete  plant,  auxiliary  plant,  portable  mixers,  and  by  hand  aggre- 
gated for  the  year  451,025  cubic  yards ;  of  this  amount,  59,883  cubic 
yards  were  reenforced.  Of  this  total,  371,388  cubic  yards  were  laid 
during  the  time  the  12-hour  day  was  used,  so  that  only  79,637  cubic 
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yards  were  laid  since  January  81,  1912.  The  division  cost  of  the 
masonry  was  $7.7562  per  cubic  yard.  The  large  stone  laid  in  the 
concrete,  aggregating  14,194  cubic  yards,  cost  $1.3283  per  cubic  yard 
delivered  in  the  concrete,  resulting  in  a  saving  of  $49,300.  The  total 
amount  of  concrete  laid  in  the  locks  to  the  close  of  the  fiscal  year  was 
1,875,966  cubic  yards,  at  an  average  cost  of  $7.1142  per  cubic  yard. 
On  the  basis  of  2,000,000  cubic  yards,  the  masonry  work  of  the 
Gatun  locks  was  93.80  per  cent  completed. 

The  slides  at  the  north  end  of  the  locks  continued  to  give  trouble 
during  the  year,  interfering  with  the  extension  of  the  cableway 
tracks. 

The  back  filling  in  rear  of  the  side  walls  of  all  the  locks  was  con- 
tinued during  the  year.  The  back  fill  in  the  center  wall  of  the  upper 
and  middle  locks  was  completed.  Material  was  secured  from  borrow 
pits  and  the  excavation  at  Mindi,  and  a  total  of  922,215  cubic  yards 
were  placed  behind  the  side  walls,  at  a  cost  of  $0.4615  per  cubic  yard. 
The  amount  of  back  fill  placed  during  the  year,  added  to  that  re- 
ported in  the  last  annual  report,  makes  a  total  of  1,462,074  cubic 
yards  in  place.  The  total  fill  in  the  center  wall  aggregates  97,291 
cubic  yards,  at  an  average  cost  of  $0.7692  per  cubic  yard. 

Crushed  stone  for  the  concrete  of  the  locks  and  spillway  was  ob- 
tained from  the  Porto  Bello  quarry  until  April  80,  1912,  when  the 
crusher  plant  was  shut  down,  as  it  was  estimated  that  there  was  a  suf- 
ficient quantity  in  storage  at  Gatun  to  complete  the  concrete  work. 
Though  the  eight-hour  day  was  in  force,  the  crushing  plant  was  not 
operated  at  full  capacity,  as  the  output  was  limited  to  three  barges 
per  day  subsequent  to  June  19,  1911.  The  total  amount  produced 
up  to  the  time  that  the  quarry  was  shut  down  aggregated  440,418 
cubic  yards,  at  an  average  cost  of  $1.4280  per  cubic  yard.  The  out- 
put of  the  crushers  averaged  217.60  cubic  yards  per  hour  in  service 
and  486.66  cubic  yards  per  hour  crushing.  The  material  was  trans- 
ported to  Gatun  in  barges,  thence  transferred  to  the  stock  piles. 
The  cost  delivered  in  the  stock  piles  at  Gatun  averaged  $2.4952  per 
cubic  yard. 

The  Porto  Bello  quarry  is  also  supplying  rock  for  the  outer  stone 
armor  of  the  breakwater  at  Toro  Point.  During  the  first  month  and 
a  half  of  the  fiscal  year  just  ended  work  was  continued  on  the  dock 
for  handling  this  stone  and  on  the  construction  of  tracks  in  the 
breakwater  quarry.  On  August  18  production  was  begun  and  on 
November  20  one  of  the  cranes  ordered  for  the  quarry  was  put  into 
service.  Work  with  this  crane  developed  the  fact  that  the  stone 
could  be  loaded  much  more  rapidly  and  economically  by  steam 
shovels,  and  the  use  of  cranes  for  this  purpose  was  accordingly 
abandoned*  To  enable  the  continuance  in  service  of  the  locomotives 
and  some  of  the  cars  employed  in  the  quarry  for  the  production  of 
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crushed  stone,  42-inch  gauge  tracks  in  the  breakwater  quarry  were 
originally  contemplated,  but  18  additional  flat  cars  which  had  been 
ordered  as  part  of  the  equipment  were  lost  in  transit  and  the  order 
was  not  duplicated,  as  experience  indicated  that  the  standard  5-foot 
gauge  tracks  would  be  more  satisfactory.  It  was  not  practicable  to 
release  any  of  the  standard  equipment  from  work  elsewhere  on  the 
canal,  and  the  quarry  was  operated  at  a  low  rate  of  output  with  the 
incomplete  narrow-gauge  equipment  and  consequently  at  an  increase 
in  cost.  The  stone-bin  dock  was  reenforced  and  changed  to  adapt 
it  to  the  use  of  cranes  for  handling  breakwater  stone;  it  was  prac- 
tically completed  on  June  80.  The  breakwater  quarry  is  on  a  site 
lower  than  the  quarry  for  the  crushed  stone  and  is  being  developed 
in  two  benches.  Each  will  have  a  breast  of  60  feet  at  the  highest 
point.  Eleven  hundred  linear  feet  of  the  lower  bench  have  been 
developed,  and  the  length  of  the  upper  one  will  be  practically  1,700 
feet  The  total  amoimt  quarried  aggregated  65,133  cubic  yards,  at  a 
cost  of  $2.7002  per  cubic  yard  on  board  barges  at  Porto  Bello. 

Sand  was  obtained  from  Nombre  de  Dios  by  use  of  dredge  No.  4 
until  November  17,  1911,  when  the  sand  storage  pile  at  Gatun  was 
filled,  the  work  was  closed  down,  and  the  plant  removed.  The  oper- 
ations of  other  departments  at  this  locality  also  ceased.  The  total 
amount  secured  from  July  1,  1911,  to  this  date,  144,123  cubic  yards, 
was  transported  in  barges  to  Gatun.  The  cost  per  cubic  yard  in  the 
stock  pile  was  $2.2414.  Cham6  sand  was  procured  from  the  Pacific 
division  during  January,  February,  and  March,  when  the  Pacific 
division's  equipment  was  not  sufficient  to  permit  further  shipments; 
a  total  of  20,315  cubic  yards  was  placed  in  the  stock  pile  from  this 
source,  at  a  cost  of  $1.7079  per  cubic  yard,  including  an  arbitrary  of 
$0.7890  for  the  unabsorbed  plant  at  Nombre  de  Dios.  On  May  3, 
1912,  the  division  engineer  was  authorized  to  reopen  sand  operations 
at  Nombre  de  Dios  for  obtaining  by  use  of  a  suction  dredge  the  bal- 
ance of  the  sand  needed  for  the  locks  and  spillway ;  before  this  was 
done,  however,  it  was  decided  to  use  the  sand  secured  by  one  of  the 
dredges  from  the  old  bed  of  the  Chagres  River,  and  since  May  15, 
40,531  cubic  yards  were  obtained  from  this  source;  of  this  amount 
1,771  cubic  yards  were  placed  in  cars  and  the  balance  in  barges,  which 
were  unloaded  by  cableways.  The  cost  of  this  sand  delivered  in  the 
stock  pile  was  $1.2850  per  cubic  yard,  including  a  Nombre  de  Dios 
plant  charge  of  $0.7671.  For  the  transportation  of  sand,  stone,  and 
cement  an  average  of  3  tugs,  including  1  stern-wheel  towboat,  6 
lighters,  and  16  barges  were  in  use.  Under  date  of  February  2, 1912, 
1  tugboat  and  3  barges  were  sent  around  to  the  Pacific  side  of  the 
canal,  with  the  intention  of  increasing  the  equipment  at  this  locality 
so  as  to  furnish  the  balance  of  the  sand  required  by  the  Atlantic 
division.    The  tug  and  barges  left  Cristobal  February  11,  1912,  and 
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arrived  at  Balboa  June  17,  1912.  The  source  of  sand  supply  from 
the  old  Chagres  River  bed  renders  unnecessary  the  further  procure- 
ment of  sand  from  the  Pacific  division. 

At  the  close  of  the  previous  fiscal  year  the  dry  fills  for  the  east 
portion  of  the  Gatun  Dam,  extending  from  the  locks  to  the  spillway, 
had  been  raised  to  an  elevation  of  85  feet  and  the  hydraulic  fill  to  73 
feet  abova  mean  sea  level,  while  the  north  and  south  dry  fills  of  the 
portion  west  of  the  spillway  were  at  an  elevation  of  60  feet  and  67 
feet  above  sea  level,  respectively,  and  the  hydraulic  fill  between  the 
dry  fills  at  67.3  feet  above  sea  level.  At  the  close  of  the  fiscal  year 
just  ended  sufficient  material  had  been  added  to  raise  the  dam  for  a 
length  of  1,000  feet  east  of  the  spillway  to  an  elevation  of  103.85 
feet ;  for  the  balance  of  the  portion  east  of  the  spillway  the  dry  fills 
had  reached  a  general  elevation  of  96  feet  and  the  hydraulic  fill 
between  them  a  general  elevation  of  85  feet;  for  the  portion  of  the 
dam  west  of  the  spillway,  the  north  and  south  fills  had  reached  a 
general  elevation  of  98  feet  and  the  hydraulic  fill  an  elevation  vary- 
ing from  87  feet  at  the  spillway  to  78  feet  at  the  drains  located  in 
the  northwest  comer.  In  securing  the  increases  in  elevation  noted 
the  cross  sections  taken  in  June,  1912,  show  that  the  dry  fill  was 
increased  by  2,544,526  cubic  yards  and  the  hydraulic  fill  by  2,543,086 
cubic  yards.  In  obtaining  this  amount  of  5,087,612  cubic  yards  of 
net  fill,  9,048,896  cubic  yards  of  material  (borrow  pit  measurement) 
were  handled ;  in  other  words,  there  was  a  loss  of  43.8  per  cent  The 
dry  fill  in  place  in  the  dam  shows  a  loss  of  15.53  per  cent  resulting 
from  consolidation  in  the  mass  of  the  diy  fill  and  from  its  inter- 
mixture with  the  hydraulic  material.  The  wet  fill,  measured  in  place, 
shows  that  a  loss  of  56  per  cent  resulted,  due  mainly  to  waste  of  soft 
material  in  suspension  through  the  drain  pipes,  leakage  from  the 
pipes,  and  general  consolidation.  The  cost  per  cubic  yard  of  dry 
fill  averaged  $0.5174  and  for  wet  fill  $0.3844  per  cubic  yard,  on  the 
basis  of  material  handled ;  on  the  basis  of  actual  increase  in  the  dam, 
these  costs  were  $0.5303  and  $0.3938,  respectively.  For  use  in  the  dry- 
fill  portions  of  the  dam,  1,465,596  cubic  yards  of  spoil  were  obtained 
from  the  central  division  between  July  1, 1911,  and  February  15, 1912, 
at  a  cost  of  $0.1040  per  cubic  yard  delivered  on  the  dam.  On  the 
latter  date  the  old  double-track  line  of  the  Panama  Railroad  south  of 
Gatun  was  abandoned,  necessitating  a  reduction  in  the  number  of 
trains  per  day  that  could  be  sent  from  Culebra  Cut,  if  this  source  of 
supply  were  continued,  as  they  were  obliged  to  operate  over  the 
single  track  of  the  relocation.  To  supply  the  additional  amount  that 
could  be  used  economically,  borrow  pits  must  be  opened,  and,  on  the 
estimate  that  all  the  dry  fill  could  be  secured  subsequent  to  this  date 
more  cheaply  from  borrow  pits  in  the  hills  west  of  the  dam,  the 
delivery  of  spoil  from  Culebra  Cut  was  stopped  and  the  borrow  pits 
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as  a  source  of  supply  were  adopted.  From  two  to  six  steam  shovels 
operating  in  these  pits  and  in  the  vicinity  of  the  spillway  removed 
1,467,675  cubic  yards  at  a  cost  of  $0.3027  per  cubic  yard  delivered  on 
the  dam.  In  addition  to  the  foregoing  sources  of  supply,  15,962 
cubic  yards  were  obtained  from  the  excavation  through  the  Mindi 
Hills,  62,689  cubic  yards  from  power  house  excavation,  and  448 
cubic  yards  from  lock  excavation. 

The  hydraulic  fill  was  pumped  into  the  dam  by  five  pipe-line 
dredges  working  in  borrow  pits  upward  of  one  and  a  half  miles  dis- 
tant, the  maximum  lift  of  the  material  being  100  feet.  Two  of  them 
worked  south  of  the  dam  and  three  north  of  that  structure;  of  the 
latter,  one  worked  only  about  three  months  of  the  year  in  this 
locality.  For  the  longer  pipe  lines  and  higher  lifts,  one  or  two 
relay  pumps  were  installed  to  assist  the  dredges.  One  of  the  dredges 
on  tiie  south  side  worked  between  February  1  and  July  6  in  pumping 
material  along  the  south  toe  of  the  extreme  western  portion  of  the 
dam,  spreading  the  foundation  of  the  structure  in  order  to  over- 
come the  slipping  that  was  taking  place  in  the  blanket  over  the  face 
of  the  hill  on  the  west  on  which  the  dam  rests.  It  handled  582,410 
cubic  yards  in  this  work.  The  other  dredge  on  the  south  side  han- 
dled 594,495  cubic  yards  of  material  in  spreading  the  fill  which  had 
been  made  to  support  the  south  approach  pier  of  the  locks,  and 
which  began  to  settle  under  the  weight  of  the  pier.  Of  this  total 
amount,  86,000  cubic  yards  were  handled  in  September,  1911,  the 
balance  between  January  1  and  May  31, 1912. 

The  original  plan  of  the  dam,  given  in  the  report  of  the  Board 
of  Consulting  Engineers  for  the  Panama  Canal,  dated  February  5, 
1906,  contemplated  a  width  of  100  feet  at  a  height  of  135  feet  above 
sea  level,  with  side  slopes  on  the  upstream  side  of  1  on  3  to  eleva- 
tion 90  and  then  1  on  2  to  elevation  135.  On  the  downstream  face 
the  slopes,  starting  at  the  top,  were  to  be  1  on  2  down  to  elevation 
88,  then  1  on  25  to  elevation  20, 1  on  50  for  the  next  10  feet  in  eleva- 
tion, terminating  with  a  slope  of  1  on  2  to  sea  level. 

During  1908  difficulty  was  experienced  with  one  of  the  Panama 
Bailroad  embankments  on  the  relocation  south  of  Gatun,  which 
necessitated  spreading  the  lower  courses  of  the  fill.  In  this  case 
the  slope  of  the  line  joining  the  top  of  the  completed  embankment 
with  the  bottcHn  edge  of  the  bench  which  was  constructed  to  spread 
the  foundation  over  the  relatively  soft  area  was  between  1  on  7  and 
1  on  8.  Assuming  this  for  the  slope  of  the  dam,  the  division  engi- 
neer prepared  a  plfltei  of  cross  section  in  January,  1909,  in  which  the 
upstream  slope  from  elevation  60  was  fixed  at  1  on  7.67  to  elevation 
105,  where  the  width  was  100  feet,  and  the  downstream  slope  was 
1  on  11.63,  continuing  to  elevation  80. 
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In  1909,  when  the  board  of  engineers  appointed  by  the  President 
visited  the  Isthmus  with  the  President  elect,  for  the  purpose  of  re- 
viewing the  project  to  determine  whether  any  change  should  be 
made  as  the  result  of  the  slip  which  had  occurred  in  the  rock  fill  on 
the  south  toe  of  the  dam,  the  proposition  of  reducing  the  height  of 
the  dam  and  flattening  the  slopes  was  submitted  to  it.  The  board's 
report  was  accompanied  by  a  typical  cross  section  of  the  dam  which 
it  advocated  and  which  was  adopted.  The  height  of  the  dam  had 
been  reduced  20  feet,  or  from  elevation  135  feet  to  elevation  115  feet. 
The  slopes  on  the  upstream  side  are  1  on  7.67  to  elevation  90,  with  a 
horizontal  berm  30  feet  wide  at  elevation  60,  and  then  1  on  4  to  the 
full  height,  or  115  feet.  On  the  downstream  side  slopes  from  the  top 
down  were  fixed  at  1  on  4  to  elevation  90,  thence  1  on  8  to  elevation 
60,  from  which  to  elevation  30,  1  on  16  was  adopted.  Below  eleva- 
tion 30,  where  a  berm  was  provided,  the  slope  was  1  on  8  to  sea  level. 
According  to  this  cross  section,  which  will  be  found  in  the  annual 
report  of  1909,  the  hydraulic  fill  was  to  extend  to  elevation  100,  where 
it  was  to  be  100  feet  wide  and  topped  by  15  feet  of  rock  fill.  On  the 
upstream  side  the  hydraulic  fill  was  *to  have  a  slope  of  1  on  2,  and 
in  the  interval  between  this  fill  and  a  10-foot  thickness  of  rock  on 
the  outer  slope  of  the  dam  was  to  be  the  "  cheapest  filling  available." 
On  the  downstream  side  the  hydraulic  fill  had  a  slope  of  1  on  2  down 
to  elevation  55,  and  thence  to  sea  level  on  a  slope  about  parallel  to  the 
slope  of  the  dam,  the  interval  between  the  fill  and  the  exterior  slope 
of  the  dam  to  be  of  the  ^'  cheapest  filling  available,  rock  fill  preferred 
for  surface  of  slopes." 

The  construction  of  the  dam  proceeded  in  accord  with  these  rec- 
ommendations, except  that  for  construction  purposes  authority  was 
given  to  continue  the  practically  1  on  8  slopes  on  upward,  the  change 
of  slopes  to  be  made  later.  The  cheapest  filling  available  was  that 
supplied  by  the  dredges,  and  it  was  evident  that  if  this  did  not  dry 
out  properly  a  condition  might  arise  which  would  result  in  produc- 
ing such  a  head  against  the  dry  fill  that  a  blowout  might  occur. 
Accordingly,  in  November,  1909,  instructions  were  given  to  increase 
the  quantity  of  dry  fill  on  both  the  upstream  and  downstream  sides, 
encroaching  if  necessary  into  the  hydraulic  fill  so  as  to  secure,  outside 
of  the  latter,  masses  such  that  any  hydrostatic  pressure  that  might 
be  produced  by  the  hydraulic  fill  would  tend  to  act  downward  on 
the  exterior  masses  instead  of  upward  and  outward.  The  drying  out 
that  had  been  tried  in  the  dry  season  of  1910-11  showed  an  unsatis- 
factory condition  regarding  the  consolidation  of  at  least  the  central 
portion  of  the  hydraulic  fill  in  that  part  of  the  dam  east  of  the  spill- 
way, but  it  was  believed  that  if  construction  proceeded  along  the  lines 
of  the  instructions  given  the  soft  material  would  be  squeezed  out  as 
the  height  of  the  dam  increased. 
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In  order  to  determine  the  settlement  that  was  taking  place  in  the 
dam,  observations  were  required  -on  hubs  located  as  described  in 
the  last  annual  report  and  a  monthly  record  kept.  These  observa- 
tions showed  a  gradual  settlement  until  on  October  12,  1911,  a  move- 
ment occurred  in  the  east  half  of  the  dam.  On  the  north  side,  for 
a  length  of  approximately  1,000  feet,  the  top  of  the  dry  fill  settled 
4  or  5  feet.  This  vertical  movement  was  accompanied  by  a  hori- 
zontal movement,  greatest  at  the  75-foot  contour,  where  it  amounted 
to  14.2  feet,  and  gradually  diminishing  down  the  slope  to  the  31- 
foot  contour,  where  the  horizontal  displacement  was  about  3.2  feet 
in  a  length  of  about  700  feet.  While  the  crest  of  the  slope  moved 
downward,  the  lower  portions  of  the  slope  were  bulged  upward  to 
a  certain  extent,  measurements  showing  a  rise  of  1.25  feet  on  the 
60-foot  contour  at  a  point  1,150  feet  from  the  center  of  the  spillway 
channel.  The  movement  was  within  the  dam,  as  was  verified  by  a 
test  pit  sunk  where  the  bulging  was  greatest,  which  also  showed  that 
the  masses  of  dry  fill  desired  had  not  been  secured.  Material  was 
piled  to  the  north  of  the  31-foot  contour,  giving  additional  weight 
to  the  toe,  and  a  blanket  of  "spoil  sufficient  to  make  a  continuous 
slope  from  the  31-foot  berm  to  the  top  of  the  dam  was  placed  over 
the  north  face.  There  was  no  motion  after  this  additional  weight 
had  been  added  other  than  the  gradual  settlement.  In  addition  to 
these  steps,  instructions  were  issued  to  pump  sand  into  the  hydraulic 
fill  along  the  1,000-foot  length  where  the  settlement  occurred  at  the 
top,  and  to  bring  the  dry  fill  up  on  the  regular  slopes,  gradually 
crowding  the  hydraulic  fill  until  the  distance  between  the  dry  fills 
on  the  two  sides  was  25  feet,  after  which  the  hydraulic  fill  was  to  be 
covered  with  red  clay  secured  from  the  vicinity  and  properly  tamped 
wet  until  a  height  of  103.35  feet  was  reached,  where  the  thickness 
would  be  100  feet.  It  is  proposed  to  continue  observations  and  ulti- 
mately to  bring  the  dam  to  105  feet  above  sea  level  and,  if  necessary, 
subsequently  to  raise  it  to  the  height  originally  advocated. 

A  movement  occurred  about  the  same  time  on  the  south  slope,  the 
greatest  lateral  motion  being  6.5  feet  on  the  75-foot  contour.  On  the 
60-foot  berm  there  was  a  lateral  movement  of  0.5  foot.  A  heavy  toe 
was  added  on  the  60-foot  level,  extending  from  the  dam  to  the  spill- 
way channel  wall  and  to  the  berm. 

In  adapting  the  cross  section  proposed  by  the  board  in  1909  to 
the  ground,  the  slopes  were  modified  where  the  dam  is  practically  a 
blanket  over  the  spur  projecting  from  the  hills  on  the  west  side 
against  which  the  dam  abuts,  and  here  the  plan  proposed  of  making 
the  upstream  slope  1  on  4  and  the  downstream  slope  1  on  5  was 
approved.  As  dry  fill  was  added  on  the  upstream  face  of  tlie  hill  a 
condition  developed  indicating  that  the  material  on  the  bottom  ex- 
tending out  from  the  foot  of  the  hill  would  not  bear  the  weight,  so 
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that  it  was  necessary  to  flatten  the  slope,  which  was  accordingly 
authorized  to  be  1  on  7.67.  A  heavy  fill  was  placed  on  the  ridge  that 
was  pushed  up  outside  of  the  toe  of  this  slope,  and,  in  addition,  one 
of  the  dredges  operating  to  the  south  of  the  dam  extended  the 
foundation  outside  of  the  rock  fill  by  distributing  material  over  the 
bottom,  thus  adding  to  the  spread  given  the  foundations. 

In  the  construction  of  the  spillway  work  was  confined  during  the 
first  half  of  the  year  to  the  east  and  west  flanks,  where  the  abutments, 
ogee,  and  crest  piers  were  completed  to  elevation  69,  or  the  top  of 
the  dam.  With  the  beginning  of  the  diy  season  about  two-thirds  of 
the  central  section,  which  had  been  held  at  elevation  10  except  for 
the  construction  piers,  was  inclosed  with  a  cofferdam  and  the  concrete 
work  carded  well  above  water  level.  The  full  closure  was  then 
made  within  the  cofferdam  covering  the  balance  of  the  central  section. 
Three  Stoney  gates  and  one  cylindrical  valve  were  installed  to  con- 
trol the  flow  through  the  four  undersluices.  The  program  contem- 
plated the  completion  of  the  central  portion  to  elevation  50  by  April 
1,  so  that  the  lake  could  be  allowed  to  rise  to  this  height  at  the  dam. 
This  was  done  for  the  total  length,  except  about  120  feet  which  re- 
mains at  elevation  45,  but  this  portion  is  to  be  built  up  to  the  required 
height  in  advance  of  the  water  reaching  the  45-foot  level.  Though 
the  gates  controlling  the  undersluices  were  closed  on  April  30  alid 
the  lake  allowed  to  rise,  they  were  subsequently  raised,  as  the  non- 
completion  of  the  lock  gates  did  not  permit  the  proposed  lake  level. 
The -sluice  gates  were  raised  and  lowered,  depending  upon  circum- 
stances, until  August  17,  1912,  when  the  condition  of  the  lock  gates 
was  such  that  they  could  be  closed.  On  this  date  the  lake  had  reached 
a  height  of  32.01  feet  A  trestle  was  built  ^rom  the  eastward  at 
elevation  95  and  a  derrick  erected  near  the  west  abutment  to  enable 
construction  work  on  the  east  and  west  flanks  to  proceed  during  the 
first  half  of  the  current  year.  The  total  amount  of  concrete  laid  was 
58,666  cubic  yards,  at  a  cost  of  $7.0988  per  cubic  yard. 

Plans  prepared  by  the  first  division  of  the  chief  engineer's  office 
for  the  hydroelectric  power  plantj  which  is  to  be  constructed  below 
the  spillway,  having  been  approved,  excavation  work  was  started  by 
the  Atlantic  division  in  May,  and  the  total  amount  accomplislied 
during  the  year  was  72,119  cubic  yards,  at  an  average  cost  of  $0.3767 
per  cubic  yard.  During  the  year  10,062  cubic  yards  of  back  fill,  at 
an  average  cost  of  $0.3898  per  cubic  yard,  W3re  placed  about  the 
spiUway. 

In  the  channel  between  Gatun  locks  and  the  Atlantic  Ocean  exca- 
vation in  the  dry  was  continued  through  the  Mindi  Hills  and,  with 
the  exception  of  the  dike  separating  the  cut  from  the  French  canal, 
was  completed  on  February  24,  1912.  The  sluicing  operations  re- 
ported last  year  were  completed  by  the  removal  of  1,000  cubic  yards 
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of  mud,  at  a  cost  of  $2.5076  per  cubic  yard.  Two  steam  shovels  re- 
moved 66,703  cubic  yards  of  earth  and  368,169  cubic  yards  of  rock 
at  an  average  cost  of  $0.6952  per  cubic  yard.  When  the  dry  excava- 
tion of  the  channel  was  completed  the  barrier  was  blown  up,  for 
which  purpose  81,760  linear  feet  of  drilling  were  done  and  183,160 
pounds  of  dynamite  used.  Of  the  amount  of  material  removed  from 
Mindi  in  the  dry,  about  350,000  cubic  yards  of  rock  were  used  for 
back  filling  at  Gatun,  the  cost  of  dumping  being  charged  to  the  locks. 

The  dredges  which  operated  between  the  Mindi  Hills  and  deep 
water  in  the  Caribbean  ia  excavating  from  the  canal  prism  were  the 
seagoing  dredge  Caribbean^  6-yard  dipper  dredges  Chagrea  and 
Mindi^  and  the  French  ladder  dredges  No,  1  and  No.  6.  They  re- 
moved 3,869,445  cubic  yards  of  earth  and  496,696  cubic  yards  of  rock. 
Channel  silting  during  the  year  amounted  to  3,036,000  cubic  yards, 
making  the  net  earth  excavation  in  this  section  823,446  cubic  yards. 
Between  Mindi  and  Gatun  dredges  No.  4  and  Sandpiper  removed 
616,787  cubic  yards  of  earth  south  of  the  old  Panama  Railroad  line. 
The  total  amount  of  dredging  in  the  prism  aggregated  4,870,827  cubic 
yards,  at  an  average  cost  of  $0.2481  per  cubic  yard.  In  addition 
to  the  foregoing,  material  aggregating  883,918  cubic  yards  of  earth 
and  rock  were  removed  just  south  of  the  locks,  as  already  noted. 
Miscellaneous  dredging  outside  of  the  prism  included  3,762  cubic 
yards  from  the  dry-dock  slip,  72,798  cubic  yards  from  the  east  diver- 
sion at  Gatun,  23,496  cubic  yards  of  earth  and  872  cubic  yards  of 
rock  from  the  east  diversion  at  Mount  Hope,  4,767  cubic  yards  of 
earth  and  2,181  cubic  yards  of  rock  in  front  of  the  dynamite  dock  at 
Mindi,  80,296  cubic  yards  of  earth  from  pit  for  rock  dump  north  of 
Gatun  Locks,  2,786  cubic  yards  of  earth  from  in  front  of  the  fortifica- 
tion trestle  at  Mindi,  and  2,460  cubic  yards  of  earth  from  the  slip  at 
the  cableways.  The  total  output  for  the  year  from  the  canal  prism 
and  lock  site  aggregated  6,764,746  cubic  yards,  and  from  accessory 
works  444,327  cubic  yards. 

At  the  dry-dock  shops  the  oxyacetylene  and  thermit  welding  proc- 
esses were  put  in  operation  during  the  year,  and  the  shops  main- 
tained the  fleet  of  dredges,  barges,  and  tugs  in  charge  of  the  Atlantic 
division  in  working  condition. 

The  breakwater  extending  out  from  Toro  Point  is  intended  for 
the  protection  of  the  harbor  and  the  shelter  of  vessels  against 
northers,  and  its  line  of  direction  is  normal  to  prevailing  winds 
during  these  storms.  It  is  not  intended  to  give  protection  against 
the  waves  produced  by  the  trade  winds,  which  generally  are  from 
the  northeast.  So  far  as  the  waves  caused  by  the  latter  winds  are 
concerned,  it  is  the  consensus  of  opinion  among  seafaring  men  that 
no  shelter  is  necessary,  and  on  this  account  the  construction  of  the 
east  breakwater,  the  commencement  of  which  was  postponed  until 
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the  effect  of  the  west  breakwater  could  be  ascertained,  has  not  been 
undertaken.  It  will  not  be  required,  so  far  as  available  data  now 
at  hand  indicate,  to  protect  the  harbor  or  shipping  in  case  of 
northers,  though  the  actual  occurrence  of  such  a  storm  may  demon- 
strate to  the  contrary.  It  will  not  be  required  by  shipping  against 
the  trade  winds  or  the  waves  produced  by  them.  It  may,  however, 
be  necessary  in  order  to  protect  the  channel  against  the  silting  that 
results  both  from  the  wave  action  and  from  the  erosion  of  the  bank 
which  is  now  taking  place  on  the  shore  of  the  bay  west  of  the  chan- 
nel. It  appears  that  the  effect  of  the  west  breakwater  is  to  increase 
the  wave  action  on  the  beach  at  Colon,  and  it  is  possible  that  it  may 
have  some  effect  on  the  eroding  process  mentioned.  What  effect  the 
mole  being  built  for  the  protection  of  the  new  Panama  Kailroad 
wharves  and  adjacent  anchorage  basin  at  Cristobal  will  have  is  also 
unknown.  The  question  is  one  of  determining  the  relative  cost  of 
maintaining  the  channel  by  dredges,  as  compared  with  the  cost  of 
the  breakwater.  Another  factor  which  enters  intp  consideration  is 
.the  final  cost  of  the  west  breakwater.  While  the  present  indica- 
tions point  to  the  necessity  of  the  construction  of  an  east  break- 
water for  the  maintenance  of  the  channel  against  silting,  expendi- 
tures in  this  direction  are  not  yet  warranted. 

During  the  past  fiscal  year  5,514  lineal  feet  of  double  track  and 
48  lineal  feet  of  single  track  trestle  were  completed,  making  the  total 
length  of  the  trestle  on  July  1, 1912,  10,927  feet.  Fill  dumped  from 
the  trestle  aggregated  460,040  cubic  yards;  in  addition,  6,498  cubic 
yards  were  used  for  ballast  and  4,680  cubic  yards  were  furnished  the 
fortifications,  all  of  which  was  procured  from  the  Toro  Point  quarry, 
which  was  shut  down  on  June  22,  1912.  Porto  Bello  rock  for  the 
exterior  of  the  breakwater  was  delivered  in  August,  1911.  The  rock 
was  shipped  in  barges,  transferred  to  Lidgerwood  trains  by  loco- 
motive cranes,  and  plowed  off  on  the  north  side  of  the  trestle.  Dur- 
ing the  year  65,138  cubic  yards  were  unloaded  in  this  way.  Of 
the  rock  removed  by  the  dredges  from  the  canal  prism,  610,780 
cubic  yards  were  dumped  in  the  vicinity  of  the  trestle.  The  cost  of 
stone  in  the  breakwater  secured  from  the  Toro  Point  quarry  was 
$1.8832  per  cubic  yard ;  that  from  Porto  Bello  was  placed  at  a  cost 
of  $4.6445  per  cubic  yard. 

The  filtration  plant  which  was  authorized  for  the  Agua  Clara 
Reservoir  in  January,  1911,  was  completed  on  December  29,  1911, 
at  a  total  cost  of  $39,138.95.  Due  to  shortage  of  water  in  Colon, 
Toro  Point,  and  Porto  Bello,  water  was  transferred  from  the  Gatun 
water  supply  in  barges,  from  January  25  to  May  23  to  Toro  Point, 
from  May  10  to  June  24  to  Cristobal,  and  from  May  9  to  16  to  Porto 
Bello. 
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During  the  year  the  usual  mamtenanoe  work  was  done  on  roads, 
sewers,  and  drains.  Approximately  10,000  square  yards  of  macadam 
were  laid  and  repaired,  15,000  lineal  feet  of  road  ditches  cleaned, 
2,800  lineal  feet  of  curb  and  gutter  laid,  and  3,000  feet  of  sewers  in- 
stalled. In  addition,  municipal  improvements  were  carried  on  in 
Colon  under  an  appropriation  by  Congress  for  the  purpose. 

Sanitary  work  consisted  of  cleaning  and  grading  336,000  linear 
feet  of  ditches;  constructing  approximately  8,000  linear  feet  of 
ditches,  and  lining  with  concrete  approximately  2,300  linear  feet  of 
ditches. 

For  further  details,  attention  is  invited  to  Appendix  B. 

CENTRAL  DIVISION. 

The  work  of  this  division  embraces  all  the  excavation  between  the 
Gatun  Dam  and  Pedro  Miguel  Locks,  including  diversion  channels, 
the  construction  of  the  Naos  Island  breakwater,  clearing  the  timber 
from  the  channel  and  anchorage  basin,  municipal  improvements  in 
the  various  settlements  included  within  the  division  limits,  and  such 
sanitary  engineering  work  in  the  same  area  as  is  prescribed  by  the 
sanitary  department.  The  work  is  in  charge  of  Lieut  Col.  D.  D. 
Gaillard,  United  States  Army,  as  division  engineer. 

The  division  is  divided  into  four  construction  districts,  as  outlined 
in  the  last  annual  report. 

The  Chagres  district  extends  from  the  Gatun  Dam  to  the  Chagres 
River  at  Gamboa,  in  which  distance  the  Chagres  River  crosses  the 
axis  of  the  canal  23  times,  thus  forming  a  series  of  peninsulas  which, 
beginning  at  Gamboa,  are  known  as  Point  1,  Point  2,  Point  3,  etc. 
The  material  which  remained  to  be  removed  July  1, 1911,  in  Point  1 
consisted  of  gravel  and  sand  carried  down  by  the  Chagres  and  de- 
posited in  the  channel  that  had  been  excavated  through  this  penin- 
sula. In  all  91,300  cubic  yards  of  material  were  removed  from  this 
locality  during  the  fiscal  year  just  ended,  of  which  27,632  cubic  yards 
were  taken  from  the  canal  prism  and  the  balance,  63,668  cubic  yards, 
outside  of  the  prism.  The  gravel  removed  was  stored  for  use  as 
ballast  and  in  concrete  work.  The  total  amount  in  storage  at  the 
close  of  the  fiscal  year  was  110,000  cubic  yards. 

No  work  was  done  at  Points  2,  3,  and  4 ;  the  material  remaining  tp 
be  removed  consists  of  silt  aggregating  58,300  cubic  yards;  it  is 
intended  to  take  this  out  by  a  suction  dredge  during  the  current 
fiscal  year. 

At  Point  4-B  56,380  cubic  yards  were  removed  during  the  fiscal 
year;  of  this,  44,184  cubic  yards  were  taken  out  by  contract.  A  con- 
tract was  entered  into  on  December  6,  1910,  for  excavating  about 
112,450  cubic  yards,  at  a  cost  of  $0.2150  per  cubic  yard ;  afterwards 


REPORT  OP  CHAIRMAN  AND  CHIEF  ENGINEER.  25 

increased  to  $0.3150,  but  little  was  done  at  the  new  rate.  Work  was 
^  begun  in  December,  1910,  and  on  May  16,  1912,  after  removing 
108,992  cubic  yards,  the  contractor  signified  his  inability  to  finish  it. 
The  work  was  therefore  taken  over  and  12,196  cubic  yards  removed 
by  the  forces  of  the  central  division.  There  remained  to  be  removed 
by  dredges  on  June  30, 1912,  2,700  cubic  yards. 

At  San  Pablo  the  completion  of  the  channel  required  the  removal 
of  the  bed  of  the  old  line  of  the  Panama  Railroad,  which  could  not 
be  done  until  this  line  was  abandoned.  Work  was  commenced  in 
January,  1912,  and  completed  in  May  by  the  removal  of  805,291 
cubic  yards,  which  finished  the  prism  at  this  locality. 

At  Tabernilla  excavation  was  commenced  in  March,  1912,  and 
finished  the  same  month  by  the  removal  of  22,893  cubic  yards. 

At  Buena  Vista  100  cubic  yards  were  removed  in  March,  thereby 
completing  this  part  of  the  work. 

At  Bohio  steam-shovel  excavation  was  commenced  in  February, 
1912,  and  finished  in  March ;  6,997  cubic  yards  were  removed. 

At  Pena  Blanco  48  cubic  yards  were  removed  in  March,  1912. 

A  contract  for  the  removal  of  about  202,140  cubic  yards  between 
Tabernilla  and  Bohio  was  entered  into  on  March  21,  1910.  Work 
was  commenced  in  October,  1910,  and  the  contract  completed  in 
April,  1912,  by  the  removal  of  207,132  cubic  yards,  of  which  101,600 
cubic  yards  were  removed  during  the  present  fiscal  year,  at  a  cost  of 
$0.34  per  cubic  yard. 

The  excavation  of  the  Panama  Railroad  embankment  across  the 
anchorage  basin  south  of  Gatun  was  commenced  in  March,  1912,  and 
finished  to  grade  35  feet  above  sea  level  in  the  following  month,  and 
required  the  removal  of  39,568  cubic  yards. 

A  small  force  was  engaged  in  blasting  stumps  and  trees  in  the 
Gatun  Lake  Channel.  The  total  amount  expended  for  this  work  was 
$2,029.51.  Prior  to  August  31, 1911,  this  division  also  did  the  clear- 
ing work  for  the  £rst  division  in  connection  with  lighting  the  chan- 
nel. The  total  clearing  was  652.7  acres  at  $21.1390  per  acre,  involv- 
ing running  49,547  feet  of  profile  and  cutting  163,310  feet  of  trochas 
at  a  cost  of  $0.0990  per  lineal  foot.  Subsequent  to  August  31  this 
work  was  handled  by  forces  under  the  first  division  of  the  chief 
engineer's  office. 

The  total  amount  removed  in  the  Chagres  section  during  the  year 
aggregated  560,509  cubic  yards,  leaving  151,000  cubic  yards  of  wet 
excavation  still  remaining. 

During  the  fiscal  year  16,476,769  cubic  yards  of  material  were  re- 
moved from  the  Culebra  Cut  and,  from  estimates  prepared  on  July 
1,  1912,  11,863,540  cubic  yards  remained  to  be  removed  in  order  to 
complete  this  section  of  the  canal.  The  amount  remaining  was  again 
increased  over  that  reported  a  year  ago  by  3,595,000  cubic  yards,  in 
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order  to  allow  for  slides  already  existing  at  the  beginning  of  the  fiscal 
year  and  for  excavation  along  the  upper  levels  of  the  banks  of  the 
canal,  where  slides  had  developed  or  were  anticipated,  and  outside 
of  the  canal  prism  lines.  The  total  amount  of  material  removed  dur- 
ing the  year  outside  of  the  slope  lines  and  because  of  slides  aggregated 
5.915,000  cubic  yards,  or  35.90  per  cent  of  the  total  amount  of  mate- 
rial removed  from  the  cut  as  against  80.07  per  cent  during  the  pre- 
vious fiscal  year.  The  total  amount  of  material  due  to  slides  so  far 
removed  aggregates  16,671,000  cubic  yards,  and  the  estimated  amount 
remaining  is  8,595,000  cubic  yards.  The  work  in  the  cut  has  been  re- 
larded  on  account  of  slides  and  breaks  in  its  banks  which  increased  as 
the  cut  was  deepened.  The  geological  formation  changes  so  fre- 
quently and  suddenly  that  no  treatment  for  slides  has  proven  effec- 
tive, when  once  developed,  except  that  of  excavating  and  hauling 
away  the  material  composing  the  moving  mass  until  the  slide  comes 
to  rest  or  until  the  angle  of  repose  for  the  particular  material  in 
motion  is  reached.  At  the  Cucaracha  slide,  which  has  been  practi-' 
cally  at  rest  for  over  a  year,  the  angle  of  repose  is  somewhat  steeper 
than  1  on  5,  while  the  Culebra  slide  on  the  west  bank,  where  the 
material  is  still  moving,  the  present  slope  is  about  1  on  5.  In  the 
slide  on  the  west  bank  of  the  canal  just  north  of  the  village  of 
Culebra,  the  moving  material  is  of  stratified  rock  moving  in  mass  on 
a  layer  of  lignite  which  has  an  inclination  of  1  on  7.  This  slide 
devloped  early  in  the  dry  season.  These  very  flat  slopes  of  the 
bank  in  the  deepest  portions  of  the  cut  explain  the  large  amount  of 
material  added  by  slides  and  breaks  over  the  original  estimates.  A 
number  of  relatively  small  slides  developed  as  the  cut  was  deepened, 
but  the  largest  one  now  in  motion  is  that  which  results  from  a  break 
in  the  west  bank  of  the  canal  at  Culebra  and  covers  an  area  of  about 
68  acres.  From  this  slide  2,710,000  cubic  yards  were  removed  during 
the  fiscal  year  just  ended,  making  a  total  thus  far  taken  out  of  6,765,000 
cubic  yards,  and  leaving  still  to  be  handled  an  estimated  amount  of 
1,300,000  cubic  yards.  The  next  largest  slide  lies  on  the  east  side  of 
the  cut,  opposite  Culebra,  and  covers  an  area  of  50.7  acres.  From 
this  slide  1,960,000  cubic  yards  were  removed  during  the  past  fiscal 
year,  making  a  total  of  4,290,000  cubic  yards  that  have  been  taken  out 
since  it  started,  in  1907 ;  it  is  estimated  that  600,000  cubic  yards  still 
remain. 

Work,  begun  in  January,  1911,  of  decreasing  the  pressure  on  the 
banks  where  breaks  might  be  expected  was  continued  throughout 
the  year,  three  steam  shovels  having  been  kept  continuously  at  work 
terracing  the  west  bank  in  the  vicinity  of  Culebra,  and  the  same 
number  during  the  greater  part  of  the  year  on  similar  work  on  the 
opposite  bank.  By  removing  the  weight  from  the  top  of  the  banks 
there  is  less  trouble  and  expense  in  maintaining  the  tracks  at  the 
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bottom  of  the  cut  and  less  interference  with  drainage,  two  important 
considerations  in  prosecuting  the  work  economically  and  expedi- 
tiously. 

With  the  hope  that  it  may  allay  some  misapprehension  which  seems 
to  be  felt  concerning  the  slides  which  are  given  sensational  import- 
ance whenever  any  occur,  attention  is  invited  to  a  report  on  the 
subject  prepared  by  Mr.  Donald  F.  MacDonald,  geologist,  and  given 
in  Appendix  E. 

Thus  far  increases  in  the  estimates  of  material  to  be  removed,  made 
necessary  by  the  slides^  will  cause  no  increase  in  the  total  estimated 
cost  of  Culebra  Cut,  as  the  division  costs  were  reduced  during  the 
past  year,  effected  in  part  by  increased  efficiency  of  the  organiza- 
tion, by  the  fewer  interruptions  in  the  transportation  service  by 
slides  and  water,  by  the  better  conditions  generally  of  the  dumps, 
and  by  the  upkeep  of  the  output,  due  to  the  amount  removed  by  the 
shovels  on  the  upper  reaches.  It  is  also  of  interest  to  note  that  < 
none  of  the  slides  which  occurred  during  the  year  would  have  inter-  ] 
fered  with  the  passage  of  ships  had  the  canal  been  in  operation. 

The  summit  of  drainage  in  the  cut  is  about  opposite  Culebra.  and  ' 
water  south  of  this  point  was  drained  into  the  Pacific  by  pumping  i 
from  a  sump  at  Pedro  Miguel  until  August  15, 1911,  when  arrange- 
ments were  perfected  for  draining  through  the  central  culvert  of  the 
Pedro  Miguel  locks.  The  dike  separating  the  cut  on  the  north  side 
from  the  Chagres  River  remained  intact,  and  the  pumping  plant 
previously  described  continued  in  service  to  handle  the  water  which 
drains  to  the  north  from  the  Hunimit. 

The  diversion  channel  on  the  east  side  of  the  cut,  for  carrying  the 
waters  of  the  Obispo  River  and  its  tributaries,  gave  trouble  during 
the  year.  In  March,  1912,  cracks  appeared  to  the  south  of  Empire 
suspension  bridge,  indicating  a  motion  of  the  material  lying  between 
the  diversion  and  the  cut  proper.  Steps  were  taken  to  relocate  this 
part  of  the  diversion  farther  to  the  eastward,  so  that  should  a  slide 
occur  the  waters  of  the  diversion  would  not  pour  into  the  cut  and  in- 
terfere with  work.  Excavation  was  begun  in  April  and  finished 
during  that  month;  in  all,  26,168  cubic  yards  were  removed;  and 
the  new  portion  is  1,970  feet  long  and  located  610  feet  east  of  the  old 
diversion  at  its  most  distant  point.  The  Empire-Paraiso  wagon  road 
and  the  railroad  were  reconstructed  on  the  west  bank  of  the  n^w  di- 
version. When  the  water  was  turned  into  the  new  channel  the 
weight  of  the  threatening  bank  was  lightened  by  removing  the  ma- 
terial between  the  old  portion  of  the  diversion  and  the  face  of  the  cut. 
The  slide  on  the  east  side  of  the  canal,  opposite  Whitehouse, 
threatened  to  break  back  into  the  Obispo  diversion  at  that  point. 
While  the  movement  of  the  material  was  slow,  it  was  deemed  safer 
to  relocate  the  diversion  about  100  feet  eastward  of  its  present  loca- 
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it  ion,  and  work  with  this  in  view  was  undertaken  toward  the  close  of 
the  year.  It  will  require  about  500  feet  of  trestle  and  the  removal  of 
about  15,000  cubic  yards  of  earth. 

All  trains  loaded  in  the  cut  were  hauled  out  at  either  end  to  the 
dumps.  The  dumps  used  for  wasting  material  from  the  canal  proper 
after  February  15,  when  the  service  to  Gatun  was  discontinued,  were 
those  at  Miraflores  and  Balboa  for  trains  run  to  the  south,  and  the 
relocation  dumps  for  trains  run  to  the  north  over  the  Chagres  River 
bridge.  The  material  excavated  from  the  high  levels  on  both  sides 
of  the  canal  was  wasted  on  local  dumps,  with  the  exception  that  a 
few  of  the  Lidgerwood  trains  serving  shovels  at  Rio  Grande  and 
Culebra  were  run  over  the  Panama  Railroad  to  the  dumps  at  Mira- 
flores and  Balboa.  For  finishing  the  work  at  San  Pablo,  three  old 
dumps  were  reopened  and  two  new  river  diunps  utilized.  The  Taber- 
nilla  dumps  were  reopened  and  used  during  March,  1912,  for  wasting 
a  part  of  the  material  excavated  at  that  point.  Between  the  Balboa 
Y  and  Ancon  and  Sosa  Hills  72  acres  of  marshy  land  that  could  not 
be  drained  properly  were  filled  in,  1,022,591  cubic  yards  of  material 
from  the  canal  being  used  for  this  purpose.  As  this  fill  is  for  sanitary 
purposes,  the  excess  cost  of  dumping  over  the  average  cost  of  dump- 
ing at  Balboa  is  not  included  in  the  cost  of  the  central  division,  but 
is  held  in  a  suspense  account  to  be  distributed  later,  depending  upon 
the  use  to  which  the  land  may  be  put.  Of  the  spoil  hauled  from  the 
central  division,  1,585,184  cubic  yards  were  sent  to  Gatun  for  use  on 
the  dam  in  back  fill  of  the  locks ;  2,872,950  cubic  yards  were  wasted  at 
Miraflores;  3,930,543  cubic  yards  were  used  at  Balboa,  partly  in 
reclaiming  swamp,  partly  in  extending  the  breakwater,  and  the  rest 
wasted;  5,268,890  cubic  yards  dumped  along  the  relocation  between 
Caimito  and  Gamboa. 

In  addition  to  the  amount  wasted  on  the  central  division  dumps, 
which  aggregated  15,259,391  cubic  yards,  1,883,676  cubic  yards  were 
furnished  other  divisions.  The  material  previously  wasted  at  Mira- 
flores, Balboa,  and  on  the  relocation  dumps  having  settled  firmly,  it 
was  found  more  economical  to  place  a  new  layer  or  form  a  new  dump 
on  top  of  them  than  to  start  new  ones. 

The  Naos  Island  Dike  or  Breakwater  is  to  extend  from  the  shore  at 
East  Balboa  to  Naos  Island,  a  distance  of  3.29  miles  from  the  main- 
land, and  is  constructed  for  the  purpose  of  cutting  off  silt-bearing 
currents  from  the  excavated  channel  in  the  Pacific,  thereby  reducing 
the  cost  of  maintenance  and  making  navigation  of  the  channel  easier 
by  eliminating  the  cross  currents.  In  constructing  the  dike,  a  pile 
trestle  is  being  driven  toward  the  island  from  which  material  is 
dumped.  Prior  to  June  30, 1911,  the  trestle  had  been  constructed  for 
a  total  distance  from  the  shore  line  of  2.78  miles.  During  the  fiscal 
year  this  trestle  was  extended  1,360  feet,  giving  a  total  length  of 
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trestle  constructed  to  June  30,  1912,  of  16,051  feet,  or  3.04  miles. 
The  length  of  the  trestle  on  June  30, 1912,  was  1,320  feet  from  Naos 
Island,  and  the  fill  was  extended  to  within  2,000  feet  of  its  end,  or 
3,820  feet  from  the  island.  Much  trouble  was  experienced  during  the 
past  two  years  in  extending  the  fill,  due  to  the  sliding  of  the  bottom 
under  pressure,  caused  by  the  weight  of  the  stone  dumped  from  the 
trestle.  The  total  vertical  settlement  at  one  locality  on  the  dike  dur- 
ing the  year  aggregated  125  feet.  The  elevation  of  the  top  of  the 
trestle  is  14  feet  above  mean  tide,  and  the  average  depth  of  water 
for  the  last  mile  of  trestle  constructed  is  about  15  feet  at  mean  tide, 
giving  a  total  height  of  trestle  of  about  29  feet  above  the  original 
bottom.  When  the  rock  is  dumped  from  the  trestle  it  begins  to 
settle  as  soon  as  it  attains  a  height  of  a  few  feet,  displacing  adjacent 
material  which,  pushing  up,  forms  a  parallel  ri^ge  of  mud.  By  the 
time  the  rock  fill  has  been  completed  to  full  height  these  parallel 
ridges  are  about  80  fe^  from  the  center  of  the  track.  Experience 
shows  also  that  the  trestle  is  pushed  out  when  the  fill  reaches  the 
height  of  mean  tide  and  cuts  off  communication  beyond  the  break. 
To  lessen  the  difficulties  and  to  spread  the  foundations  as  much  as 
possible,  suitable  material  removed  by  the  dredges  in  the  channel  was 
dumped  in  front  of  the  trestle  and  spread  for  a  considerable  distance 
on  either  side  of  the  center  line.  A  board  appointed  to  submit  a  plan 
for  hastening  progress  on  the  construction  of  this  breakwater  recom- 
mended the  building  of  a  double  trestle,  dumping  on  either  side, 
thereby  spreading  the  fill  and  continuing  the  fill  to  mean  tide  out  to 
the  island,  thereby  saving  the  trestle,  which  is  to  be  made  more  sub- 
stantial than  formerly.  When  the  fill  has  been  extended  to  the  island 
it  is  to  be  carried  to  full  height,  conmiencing  at  the  island ;  should 
a  break  then  occur  in  the  trestle,  there  would  be  considerable  length 
of  it  left  to  fill  over.  This  was  approved,  and  the  double  trestle  is 
being  built.  The  total  amount  expended  on  the  dike  by  the  central 
division  up  to  June  30,  1912,  was  $186,396.79.  As  the  work  when 
completed  will  be  a  benefit  to  the  channel  excavated  south  of  Balboa, 
the  Pacific  division  pays  for  the  cost  of  the  trestle,  which  has 
amounted  to  $70,558.01. 

The  average  division  cost  of  excavation  for  the  year,  including 
plant  charges  and  all  items  which  entered  into  its  accomplishment, 
was  $0.5101  per  cubic  yard. 

The  Empire  machine  shops  continued  under  charge  of  the  cen- 
tral division,  making  shop  repairs  and  manufacturing  repair  parts 
for  the  steam  shovels  in  use  on  the  canal,  until  the  close  of  the  fiscal 
year,  when  they  were  transferred  to  the  mechanical  division.  Dur- 
ing the  year  20  steam  shovels  were  repaired  in  the  shops.  The  night 
repair  gang  was  continued  for  field  repairs  on  the  shovels,  and  the 
average  number  repaired  in  the  cut  each  night  was  14. 
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The  construction  of  the  Empire-Chorrera  Road,  which  was  com- 
menced in  April,  1911,  was  continued  throughout  the  year.  On 
June  30,  1912,  macadam  had  been  laid  and  rolled  on  11,280  lineal 
feet  In  addition  to  this,  subgrading,  including  necessary  concrete 
culverts  and  drains,  was  completed  for  a  distance  of  12,450  lineal 
feet.  This  is  a  16-foot  macadam  road  and  will  extend  from  the  vil- 
lage of  Empire  to  the  Zone  boundary,  a  distance  of  about  6  miles, 
and  the  Panama  Gk>vemment  has  promised  to  extend  it  to  Chorrera. 

The  Empire-Paraiso  Road  was  relocated  for  a  distance  of  2,480 
feet  and  reconstructed.  This  was  made  necessary  by  the  slide  on  the 
east  bank  of  the  canal. 

In  the  village  of  Culebra  1,400  feet  of  road  were  reconstructed,  on 
account  of  slides  on  the  west  bank  of  the  canal.  In  the  village  of 
Golden  Green  1,650  feet  of  road  were  constructed. 

In  December,  1911,  it  was  realized  that  it  would  be  necessary  to 
install  auxiliary  pumps  in  the  Chagres  to  assist  the  reservoirs  in 
furnishing  a  sufficient  amoimt  of  water  for  general  use  in  the  central 
division  until  such  time  as  the  rainy  season  should  replenish  the 
supply.  Purchase  was  made  of  two  3-stage  centrifugal  pumps,  belt 
driven,  with  a  rated  capacity  of  2,000,000  gallons  under  a  working 
pressure  of  150  pounds,  and  they  were  installed  under  the  Chagres 
River  bridge  and  put  into  service  on  January  24^  1912,  acting  as 
feeders  for  the  mains  on  the  east  and  west  banks  of  the  canal.  Dur- 
ing the  latter  part  of  February,  on  account  of  draining  off  the  supply 
in  the  Carabali  reservoir,  the  Chagres  River  pumping  station  was 
operated  to  supply  water  to  the  Gorgona  shops  for  mechanical  pur- 
poses. On  March  12  a  6-inch  line  was  completed  connecting  the 
Gorgona  and  Gamboa  systems,  supplying  water  to  the  Panama  Rail- 
road tank  at  Matachin,  the  town  of  Matachin,  Jamaicatown,  and  the 
engine  house  at  Gorgona  shops.  On  April  18  an  additional  piston 
pump  was  installed  on  the  Sardanilla  River,  which  increased  the 
supply  for  canal  purposes  at  this  point  to  400,000  gallons  per  day. 
On  June  8  a  piston  pump  having  a  capacity  of  1,500  gallons  per 
minute  imder  a  working  pressure  of  250  pounds  was  procured  from 
the  Atlantic  division  and  was  installed  by  the  date  that  the  supply 
in  the  Camacho  reservoir  was  exhausted.  An  underwriters'  fire 
pump  procured  from  the  subsistence  department  was  also  installed 
in  the  Chagres  River. 

Sanitary  work  consisted  of  digging  5,763  lineal  feet  of  ditches; 
regrading  311,061  lineal  feet  of  ditches;  cleaning  1,613,820  lineal 
feet  of  ditches;  laying  550  lineal  feet  of  tile  drains;  constructing 
11,650  lineal  feet  of  concrete  gutters;  cleaning  341,214  lineal  feet  of 
concrete  drains ;  and  clearing  6,536  square  yards  of  brush  and  grass. 

For  further  information  concerning  the  operations  of  the  central 
division,  attention  is  invited  to  Appendix  C. 
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PACIFIG  DinSIOK. 

The  work  pf  this  division  consists  of  the  construction  of  the  locks 
and  dam  at  Pedro  Miguel,  the  locks  and  dams  at  Miraflores,  the 
Ancon  quarry,  dredging  for  sand  at  Chame,  excavating  a  channel 
between  the  locks  and  below  Miraflores  Locks  to  deep  water  in  the 
Pacific,  municipal  work  in  Panama  and  within  the  various  settle- 
ments within  the  territorial  limits  of  the  division,  and  such  sanitary 
engineering  work  as  may  be  proscribed  by  the  sanitary  department 
Within  the  same  area.  In  addition,  excavation  necessary  to  prepare 
for  work  on  the  terminals,  including  coaling  station,  dry  dock,  and 
machine  shops,  was  placed  under  this  division.  The  work  is  in 
charge  of  Mr.  S.  B.  Williamson  as  division  engineer. 

The  excavation  for  the  Pedro  Miguel  Locks,  which  was  reported  as 
completed  at  the  end  of  the  previous  fiscal  year,  was  extended  to 
include  95,156  cubic  yards  removed  during  the  last  year  from  the 
French  dump  east  of  the  site,  making  the  total  amount  of  excavation 
done  by  this  division  for  Pedro  Miguel  Lock  1,130,236  cubic  yards, 
exclusive  of  the  material  removed  in  preparing  the  foundations. 
The  cost  of  the  work  during  the  last  year  was  $0.3018  per  cubic  yard. 
In  preparing  the  lock  foundations,  which  consisted  of  removing  ma- 
terial below  floor  level  in  order  to  secure  footings  for  the  walls,  foun- 
dations for  lateral  culverts,  sills,  and  sumps,  38,826  cubic  yards  were 
handled  at  a  cost  of  $2.1715  per  cubic  yard.  A  large  portion  was 
removed  with  picks  and  shovels  and  loaded  into  skips  which  were 
handled  by  locomotive  cranes  or  derricks  into  cars.  Steam  shovels 
were  employed  wherever  practicable. 

At  the  beginning  of  the  fiscal  year  the  construction  plant  had  been 
moved  to  Miraflores,  with  the  exception  of  two  chamber  cranes.  The 
dismantling  of  these  began  on  December  12  and  February  7,  respec- 
tively. The  total  amount  of  concrete  laid  during  the  year  at  Pedro 
Miguel  was  182,870  cubic  yards,  mixed  entirely  by  the  auxiliary 
plant,  which  consisted  of  one  2-yard  mixer  located  at  the  south  end 
of  the  east  wall  until  September  25,  two  2-yard  mixers  installed  at 
the  south  end  of  the  west  storage  trestle  in  the  forebay,  one  of  which 
was  moved  on  March  15,  and  an  average  of  3.16  one-half  yard  mix- 
ers, which  were  moved  about  as  considered  most  advantageous. 
Prior  to  dismantling,  the  chamber  cranes  handled  28,450  cubic  yards 
of  concrete  supplied  by  the  auxiliary  plant  and  were  also  engaged  in 
setting  ironwork  and  filling  the  center  wall.  The  remaining  154,420 
cubic  yards  were  handled  either  by  locomotive  cranes  and  derricks  or 
poured  into  forms  from  the  one-half  yard  mixers.  The  auxiliary  mix- 
ers operated  on  an  8-hour-day  basis  and  produced  36.12  cubic  yards 
))er  mixer  per  hour  working  time  and  20.96  cubic  yards  service  time. 
The  total  yardage  for  the  year  was  made  up  of  134,193  cubic  yards 
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of  plain  concrete,  at  an  average  cost  of  $5.7183  per  cubic  yard,  and 
48,677  cubic  yards  of  reinforced  concrete,  at  an  average  cost  of  $8.5195 
per  cubic  yard.  Revised  estimates  made  on  July  1,  1912,  showed  an 
increase  of  61,761  cubic  yards  in  the  total  amount  of  concrete  pre- 
viously estimated  for  these  locks.  The  amount  placed  to  June  30, 
1912,  was  847,926  cubic  yards  and  the  estimated  amount  remaining 
was  51,150  cubic  yards. 

Back  filling  behind  the  side  walls  was  continued  throughout  the 
year,  and  a  total  of  371,212  cubic  yards  were  placed,  of  which  186,518 
cubic  yards  were  back  of  the  east  wall,  162,757  cubic  yards  back*  of 
the  west  wall,  and  21,937  cubic  yards  in  the  center  wall.  The  cost  of 
the  back  fill  of  the  main  waUs  averaged  $0.3535  per  cubic  yard  and  in 
the  center  wall  $0.9633  per  cubic  yard. 

The  drainage  from  the  central  division  was  turned  through  the 
culvert  in  the  center  wall  at  Pedro  Miguel  on  August  15,  which  per- 
mitted the  resumption  of  building  the  west  dam,  and  321,589  cubic 
yards  were  added  during  the  year,  at  a  cost  of  $0.5040  per  cubic  yard. 
The  dam  is  87  per  cent  completed.  The  excavation  for  the  concrete 
cor©  wall,  to  connect  the  dam  with  the  wing  wall  of  the  lock,  was  be- 
gun and  is  95  per  cent  completed;  the  amount  of  material  removed 
was  3,937  cubic  yards,  at  a  cost  of  $1.5026  per  cubic  yard. 

At  Miraflores  excavation  of  the  lock  pit  was  continued,  and  re- 
sulted in  the  removal  of  624,747  cubic  yards,  exclusive  of  that  for 
preparing  foundations.  Of  the  amount  excavated,  120,351  cubic  yards 
were  of  earth  and  504,396  cubic  yards  were  of  rock.  The  average 
cost  for  lock  excavation  was  $0.6566  per  cubic  yard.  Of  this  total, 
364,767  cubic  yards  were  used  for  back  filling  and  259,980  cubic  yards 
were  placed  in  the  toes  of  the  west  dam.  The  surface  of  the  rock  on 
which  the  Miraflores  Locks  are  founded  dips  rapidly  at  the  north  end 
of  the  site.  The  walls  were  originally  located  with  their  northern 
extremities  on  rock  which  was  only  a  few  feet  above  the  desired 
grade.  After  the  excavation  for  the  locks  had  been  begun,  changes  in 
design  necessitated  extending  the  walls  98  feet  farther  north,  thereby 
not  only  increasing  the  amount  and  depth  of  excavation  required  to 
secure  suitable  foundations,  but  adding  materially  to  the  difficulties 
and  cost,  in  that  the  additional  work  had  to  be  done  in  a  confined 
space  below  the  surface  water  level,  and  it  was  necessary  to  remove 
a  number  of  construction  tracks  which  had  been  located  according  to 
the  original  plan.  In  performing  this  work  and  preparing  the  lower 
lock  foundations  165,145  cubic  yards  were  removed,  of  which  26,832 
cubic  yards  were  of  earth  and  the  remainder  of  rock.  The  average 
cost  was  $1.5677  per  cubic  yard. 

The  construction  plant,  consisting  of  four  berm  and  four  chamber 
cranes,  was  described  in  the  annual  report  of  1910,  but  the  arrange- 
ment of  cranes  at  Miraflores  was  changed  since  that  report  because 
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of  slidee  which  developed  at  both  the  east  and  west  sides  of  the  lower 
lock.  These  interfered  with  the  movements  of  the  berm  cranes, 
necessitating  a  different  system  of  handling  made  possible  by  utiliz- 
ing the  construction  locomotives  and  cars  which  had  been  used  in 
connection  with  the  plant  at  Pedro  Miguel  and  no  longer  required  at 
this  locality.  The  slide  at  the  lower  end  of  the  lower  west  chamber 
has  been  the  source  of  greatest  difficulty,  has  delayed  the  construction 
of  the  west  wall,  and  materially  increased  the  cost.  Instead  of  erect- 
ing two  chamber  cranes  in  each  lock,  as  was  originally  proposed, 
and  supplying  them  with  concrete  for  the  center  wall  from  the  berm 
cranes,  the  four  cranes  were  placed  in  the  east  chambers,  two  erected 
in  the  upper  and  two  in  the  lower  locks.  The  cantilevers  occupy  such 
a  position  that  the  longer  arms  extend  entirely  over  the  center  wall 
instead  of  as  indicated  in  the  report  for  1910.  In  addition,  the  supply 
of  concrete  is  not  furnished  by  the  berm  cranes,  as  originally  in- 
tended, but  by  stationary  mixing  plants — two  in  number— one  in  the 
east  wall  of  the  upper  lock  and  one  in  the  east  wall  of  the  lower 
lock,  each  containing  two  2-yard  mixers.  The  concrete  is  delivered 
from  the  auxiliary  mixers  to  the  chamber  cranes  by  narrow-gauge 
equipment  operating  over  tracks  laid  on  the  lock  floors.  After  com- 
pleting the  upper  lock  walls  one  of  the  chamber  cranes  was  taken  to 
the  lower  level,  and  at  present  there  are  three  operating  on  the  level 
of  the  lower  lock. 

On  June  80,  1911,  there  were  two  berm  cranes  in  operation  at 
Miraflores,  and*the  other  two  were  put  in  commission  on  July  25  and 
October  28,  respectively.  They  handled  the  concrete  for  the  side 
walls,  forms,  and  irons,  and  worked  on  a  basis  of  an  8-hour  day, 
except  from  December  21  to  May  11,  and  fr(»n  May  15  to  June  8, 
when  two  cranes  were  operated  on  a  basis  of  a  12-hour  day.  One  of 
the  cranes  was  operated  12  hours  at  various  times,  aggregating  17 
days*  They  averaged  9.65  hours  per  day  throughout  the  year.  The 
eight  mixers  connected  with  them  produced  409,651  cubic  yards  of 
concrete,  at  the  rate  of  88.06  cubic  yards  of  concrete  per  mixer  per 
hour  of  actual  time  working  and  21.24  cubic  yards  per  mixer  per 
hour  of  service  time.  During  the  past  year  these  cranes,  while  in 
service,  were  engaged  55.49  per  cent  of  the  time  in  mixing  and  plac- 
ing concrete,  and  6.51  per  cent  in  handling  forms,  steel,  or  other 
material,  the  rest  of  the  time  being  taken  up  in  making  repairs,  5.54 
per  cent;  waiting  for  forms,  14.04  per  cent;  moving  crane,  8.52  per 
cent ;  and  other  delays,  9.90  per  cent 

The  four  chamber  cranes  were  assembled  and  began  placing  con- 
crete, handling  forms,  and  steel  on  July  18,  August  8,  February  16, 
and  March  26,  respectively.  The  chamber  cranes  handled  284,520 
cubic  yards  of  concrete  and  7,842  cubic  yards  of  filling  for  center 
walL  They  were  operated  on  a  basis  of  an  8-hour  day,  with  the 
ei012*— 12 8 
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following  exceptions :  Two  cranes  worked  10  hours  from  September 
21  to  October  13,  1911 ;  one  crane  worked  12  hours  from  March  5  to 
March  31 ;  and  two  cranes  from  April  1  to  June  30, 1912 ;  an  average 
of  10.23  hours  per  crane  per  day  during  the  year.  They  placed  an 
average  of  58.38  cubic  yards  of  concrete  and  filling  per  hour  actual 
working  time,  and  they  averaged  32.30  cubic  yards  of  material  per 
hour  in  service,  consuming  at  this  work  55.34  per  cent  of  the  total 
time  in  service.  During  9  per  cent  of  the  time  in  service  the  cranes 
handled  forms  and  other  material,  and  delays  amounted  to  45.66  per 
cent,  14.58  per  cent  of  which  was  waiting  for  forms. 

The  two  auxiliary  2-yard  mixers  installed  in  the  east  wall  of  the 
upper  locks  supplied  concrete  until  June  15,  1912,  and  from*  May  8 
two  2-yard  mixers  installed  on  the  east  wall  of  the  lower  locks  were 
operated,  making  an  average  of  2.09  mixers  of  this  size  for  the  year. 
They  produced  253,450  cubic  yards  of  concrete  and  operated  oa  the 
same  time  as  the  chamber  cranes,  averaging  10.18  hours  per  day,  or 
at  the  rate  of  66.33  cubic  yards  of  concrete  per  mixer  per  hour  work- 
ing time  and  40.29  cubic  yards  service  time. 

In  addition  to  the  regular  plant  an  average  of  4.24  i-yard  portable 
mixers  were  used  throughout  the  year,  mainly  in  constructing  the 
walls  of  the  f  orebay  and  the  upper  reenf  orced  concrete  approach  pier. 

The  total  amount  of  concrete  placed  in  the  Miraflores  locks  during 
the  past  year  was  751,540  cubic  yards,  made  up  of  729,096  cubic  yards 
of  plain  and  22,444  cubic  yards  of  reenforced  concrete.  The  construc- 
tion and  auxiliary  plants  placed  401,079  cubic  yards  and  350,461 
cubic  yards,  respectively.  The  total  amount  of  masonry  laid  in  the 
locks  on  the  Pacific  side  was  therefore  934,410  cubic  yards  and  174 
cubic  yards  in  the  wing  walls.  The  average  cost  of  the  concrete 
placed  was  $4.5867  per  cubic  yard  of  plain  concrete  and  $10.6388 
per  cubic  yard  for  reenforced  concrete. 

The  total  amount  of  concrete  laid  in  the  Pacific  division  locks  to 
July  1,  1912,  aggregated  1,874,029  cubic  yards,  at  an  average  cost  of 
$5.0264  per  cubic  yard.  There  remained  to  complete  the  locks  51,150 
cubic  yards  at  Pedro  Miguel,  as  already  noted,  and  386,729  cubic 
yards  at  Miraflores;  in  addition,  there  will  be  required  to  complete 
the  cut-off  walls  at  Pedro  Miguel  3,000  cubic  yards  and  the  dam  at 
Miraflores  75,000  cubic  yards. 

Backfilling  the  lock  walls  was  continued  with  material  from  locks 
end  prism  excavation  below  the  locks,  and  450,686  cubic  yards  were 
placed  during  the  year,  of  which  315,487  cubic  yards  were  placed 
back  of  the  east  wall,  127,287  cubic  yards  back  of  the  west  wall,  and 
7,912  cubic  yards  in  the  center  wall,  at  costs  of  $0.4174  per  cubic  yard 
for  that  back  of  the  side  walls  and  $1.0126  per  cubic  yard  for  that  in 
the  center  wall. 
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The  crushed  stone  for  concrete  in  the  Pacific  locks  was  obtained 
from  the  Ancon  quarry  which,  with  the  crusher  plaint,  was  operated 
throughout  the  year.  For  the  most  part,  the  operation  was  on  the 
basis  of  a  9-hour  day/ but  for  the  last  few  months  it  was  necessaiy 
to  put  on  a  night  shift  for  a  week  or  two  at  a  time  in  order  to  supply 
the  demand.  The  total  amount  produced  by  the  plant  was  839,279 
cubic  yards,  at  a  cost  of  $0.6720  per  cubic  yard  in  the  bins.  The 
crushers  produced  252.76  cubic  yards  per  hour  service  time  and  351.50 
cubic  yards  per  hour  actual  working  time.  Of  the  total  amount 
crushed,  782,818  cubic  yards  were  placed  in  the  storage  piles  for  use 
at  the  locks,  31,467  cubic  yards  were  used  in  other  work  under  charge 
of  the  division,  21,642  cubic  yards  were  sold  to  other  departments 
and  divisions,  and  3,352  cubic  yards  were  used  in  municipal  work. 
The  cost  of  stone  delivered  in  the  stock  piles  at  the  locks  was  $0.7996 
per  cubic  yard. 

Sand  for  the  lock  masonry  and  other  concrete  construction  was 
obtained  from  Cham6  Bay,  located  about  20  miles  west  of  Balboa. 
It  is  secured  by  dredging,  thence  loaded  into  barges,  towed  to  Bal- 
boa and  transferred  to  bins  by  rapid  unloading  cranes.  Of  the  three 
electric  cranes  two  were  operated  eight  hours  per  day  and  one  held 
in  reserve.  During  the  year  564,837  cubic  yards  were  unloaded,  or 
an  average  of  115.94  cubic  yards  per  hour  in  service,  or  161.41  cubic 
yards  per  hour  working,  at  an  average  operating  cost  of  $0.1177  per 
cubic  yard,  exclusive  of  charges  for  plant.  From  the  bins  it  is  loaded 
by  gravity  into  cars  and  transported  to  the  storage  piles  at  the  lock 
sites  or  to  such  other  points  as  may  be  desired.  The  total  amount 
produced  during  the  year  was  564,837  cubic  yards,  at  a  cost  of  $0.5107 
per  cubic  yard  delivered  in  the  bins.  Of  this  amount,  509,587  cubic 
yards  were  placed  in  the  storage  piles  for  use  in  concrete,  34,394  cubic 
yards  were  delivered  to  the  Atlantic  division,  and  20,856  cubic  yards 
were  delivered  to  other  divisions.  The  cost  of  the  sand  in  stock  piles 
was  $0.7025  per  cubic  yard. 

The  hydraulic  fill  in  the  west  dam  at  Miraflores  was  completed  on 
December  4,  1911,  and  contains  625,048  cubic  yards,  of  which  78,816 
cubic  yards  were  pumped  into  the  dam  during  tlie  past  year. 

Dry  filling  was  continued  throughout  the  year;  425,125  cubic 
yards  were  placed,  at  an  average  division  cost  of  $0.4044  per  cubic 
yard.  The  dam  is  87  per  cent  completed  and  the  remaining  work 
consists  in  connecting  the  north  end  of  the  present  work  and  the  lock 
wall  over  the  space  now  occupied  by  the  west  storage  trestle  and  train 
tracks. 

Excavation  of  the  channel  by  steam  shovels  between  Pedro  Miguel 
and  Miraflores  and  south  of  the  latter  was  continued ;  864,475  cubic 
yards  were  removed  during  the  year,  of  which  411,987  ciJi>ic  yards 
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were  of  earth  and  the  remainder  of  rock.    The  average  cost  was 
$0.7627  per  cubic  yard. 

The  hydraulic  excavation  plant  was  in  operation  throughout  the 
year  in  the  sea-level  section  of  the  canal  south  of  Miraflores  and 
excavated  900,596  cubic  yards  of  material.  Of  this  amount,  78,316 
cubic  yards  were  dumped  into  the  west  dam  at  Miraflores  and  822,280 
cubic  yards  were  deposited  in  the  swamps  east  of  the  canal  prism. 
The  total  cost  of  handling  this  material,  earth  and  rock,  was  $0.5564 
per  cubic  yard.  The  material  deposited  on  adjacent  swamps  re- 
claimed 76  acres  of  tidal  swamp  land  east  of  the  prism. 

The  dredges  operating  in  the  canal  during  the  year  below  Miraflores 
were  the  20-inch  seagoing  suction  dredge  Cvlehra^  the  5-yard  dipper 
dredge  Cardenas^  three  French  ladder  dredges,  and,  for  a  period  of 
three  months  at  the  close  of  the  fiscal  year,  the  new  ladder  dredge 
Corozal.  Operating  in  the  prism  the  dredges  worked  between  sta- 
tions 2100  and  2236,  or  for  a  stretch  of  13,600  feet,  the  lower  end  of 
which  is  1,855  feet  north  of  the  French  dock.  During  the  year  the 
dredges  removed  4,683,902  cubic  yards,  at  an  average  cost  of  $0.19 
per  cubic  yard.  Of  this  amount,  3,884,287  cubic  yards  were  removed 
from  the  channel,  including  about  1,044,203  cubic  yards  in  maintain- 
ing the  channel,  and  799,615  cubic  yards  outside  of  the  canal  prism 
in  the  vicinity  of  the  terminals  at  Balboa,  in  maintaining  the  berth 
at  the  sand  dock,  and  in  excavating  a  channel  to  Flamenco  Island. 
Of  the  latter  amount,  370,607  cubic  yards  were  removed  from  the 
area  of  the  basin  in  connection  with  the  terminals  on  the  Pacific 
side.  The  ladder  dredges  could  not  dredge  economically  on  account 
of  the  depth  of  water  at  high  tide,  and  rather  than  tie  them  up  they 
were  worked  in  this  area  pending  action  by  Congress  on  recom- 
mendations relative  to  terminals.  There  remained  at  the  close  of  the 
fiscal  year  to  complete  the  excavation  in  the  channel  4,194,059  cubic 
yards,  including  700,000  cubic  yards  estimated  allowance  for  silting. 

South  of  station  2142  the  rock  that  must  be  removed  in  order  to 
secure  the  required  depth  lies  in  separate  shoals  of  relatively  small 
area  and  volume,  and  the  rock  is  broken  up  for  dredging  by  drilling 
under  water  with  a  drill  scow  and  breaking  below  water  with  a 
Lobnitz  rock  breaker.  Three  drills  were  operated  on  the  drill  barge, 
on  two  10-hour  shifts,  and  covered  an  area  of  approximately  236,082 
square  feet,  through  which  153,819  lineal  feet  of  holes  were  drilled. 
Of  the  amount  broken  up,  160,903  cubic  yards  were  removed  by 
dredging.  By  the  rock-breaker  method  the  area  covered  was  ap- 
proximately 663,617  square  feet  and  the  depth  of  penetration  aver- 
aged 3.69  feet.  The  amount  dredged  from  the  area  thus  broken 
aggregated  77,156  cubic  yards. 

The  dredge  Corozdl  is  a  self-propelling  center  ladder  dredge  de- 
signed to  excavate  mud  or  sand  at  the  rate  of  1,200  cubic  yards  per 
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hour  from  a  depth  of  SO  feet  and  to  discharge  the  spoil  directly 
into  hoppers  of  1,020  cubic  yards  capacity  or  into  barges  alongside. 
Two  sets  of  89  buckets  are  provided,  one  set  with  a  capacity  of  54 
cubic  feet  per  bucket  for  use  in  soft  material  and  the  other  set  with 
a  capacity  of  34  cubic  feet  per  bucket  to  be  used  when  digging  rock. 
The  dredge  was  delivered  by  the  contractors  at  Balboa  on  March  27^ 
1912. 

No  equipment  was  assembled  or  erected  during  the  year  at  the 
Balboa  shops  and  shipways.  All  necessary  running  repairs  were 
made  to  the  plant  and  floating  equipment  at  these  shops.  The  equip- 
ment, in  addition  to  the  dredges  already  enumerated,  consisted  of  5 
tugs,  6  clapets,  7  dump  scows,  and  6  sand  and  4  service  barges. 

In  addition  to  the  municipal  improvements  carried  on  in  Panama 
under  a  separate  appropriation  made  by  Congress,  municipal  im- 
provements consisted  in  replacing  the  16-inch  main  from  Bio  Grande 
Reservoir  by  a  20-inch  main  at  a  cost  of  $158,562.87.  The  16-inch 
pipe  from  the  reservoir  to  the  Pedro  Miguel  Locks  was  left  in  posi- 
tion, where,  together  with  the  20-inch  main,  it  is  connected  to  a  24- 
inch  pipe  embedded  in  the  emergency  dam  sills.  Both  mains  were 
again  connected  on  the  east  side  of  the  locks  and  the  double  line  ex- 
tended to  within  2,490  feet  of  the  Ancon  piunping  supply.  This 
was  done  not  only  to  insure  the  supply  and  pressure  at  the  south  end 
of  the  system,  but  to  avoid  changing  a  large  number  of  temporary 
connections  already  made  for  construction  work  with  the  16-inch  line. 
A  second  10-inch  line  from  the  Cocoli  pumping  station  to  the  main 
at  Miraflores  was  also  added.  The  Cocoli  pumping  and  filtration 
plant,  which  was  installed  for  the  purpose  of  pumping  water  from 
the  Cocoli  Reservoir  to  make  up  the  deficiency  in  the  Bio  Orande 
supply,  was  increased  by  the  addition  of  two  pumps.  They  are  8- 
stage,  motor-driven  centrifugal  pumps,  with  a  capacity  of  1,500 
gallons  per  minute  each  against  a  head  of  300  feet,  and  are  diroct- 
connected  with  200-horsepower,  8-phase,  25-cycle  motors. 

The  reenf orced  concrete  dock  constructed  for  the  Panama  Bail- 
road  Co.  by  the  Pacific  division  and  described  in  the  last  annual 
report  was  completed  during  the  year,  including  the  back  filling. 
The  dredging  in  front  of  the  wharf,  aggregating  1,005,988  cubic 
yards,  is  not  yet  completed,  but  was  advanced  sufficiently  to  permit 
docking  vessels  for  a  lengtli  of  575  feet  Forty-five  caissons  were 
sunk  to  rock,  the  greatest  depth  found  being  64.08  feet  below  mean 
tide  and  the  least  depth  52  feet  below  mean  tide.  The  total  cost  of 
the  dock  was  $851,741.89. 

Borings  were  made  over  the  area  to  be  occupied  by  the  dry  docks, 
coaling  station,  terminal  docks,  and  machine  shops,  and,  based  on 
these,  permanent  locations  were  selected. 
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Sanitary  work  consisted  in  cleaning  654,531  linear  feet  of  earth 
drains;  excavation  of  new  earth  drains,  requiring  the  removal  of 
8^74  cubic  yards  of  earth;  sweeping  627,009  linear  feet  of  cement 
drains ;  filling  swamps  and  holes  at  various  points,  necessitating  the 
handling  of  975  cubic  yards  of  material;  laying  270  linear  feet  of 
tile  drains;  constructing  5,164  linear  feet  of  cement  drains;  and  clear- 
ing 112|  acres  of  vegetation. 

For  further  information  concerning  the  operations  of  the  Pacific 
division,  attention  is  invited  to  Appendix  D. 

MUNICIPAL  IMPROVEMENTS  IN  COLON  AND  PANAMA. 

The  act  of  March  4,  1909,  making  appropriations  for  the  canal, 
included  an  item  of  $800,000  for  extending  the  municipal  improve- 
ments in  Colon  and  Panama,  to  enable  the  growth  of  the  cities 
beyond  the  areas  the  improvement  of  which  was  undertaken  in  1906. 
The  amount  expended  in  the  two  cities  will  be  added  to  the  indebted- 
ness previously  incurred  for  this  purpose,  to  be  refunded  through 
the  collection  of  water  rents  at  the  end  of  the  50-year  period. 

Of  the  money  appropriated,  the  sum  of  $550,000  was  allotted  for 
work  in  Colon,  which  was  to  be  expended  in  the  construction  of  the 
D  Street  storm  sewer  and  filling  in  to  the  east  of  D  Street,  so  as  to 
give  the  height  of  8.5  feet  above  sea  level  at  the  intersection  of 
Ninth  and  E  Streets,  grading  down  to  the  elevations  reached  by  the 
former  improvements.  Work  was  continued  during  the  fiscal  year, 
the  suction  dredge  continuing  operations  until  August,  1911,  when 
it  had  added  129,939  cubic  yards  of  material  (borrow  pit  measure- 
ment) to  that  laid  during  the  previous  fiscal  year,  at  an  average  divi- 
sion cost  of  $0.8533  per  cubic  yard,  exclusive  of  the  charge  for  plant. 
The  total  fill  actually  placed  amounts  to  585,527  cubic  yards,  showing 
a  loss  of  29.33  per  cent  from  borrow  pit  measurement  due  to  waste 
and  consolidation.  The  average  cost  was  $0.2999  per  cubic  yard. 
This  fill  was  for  lots  as  well  as  streets,  the  former  paid  for  by  the 
property  owners,  in  this  case  the  Panama  Railroad  Co.,  so  that 
$52,311.52  were  chargeable  to  the  appropriation. 

In  addition  to  the  fill,  9,826  lineal  feet  of  water  mains  and  9,608 
lineal  feet  of  sewer  lines  were  laid,  3,931  square  yards  of  macadam 
added  in  surfacing  D  Street,  40,794  square  yards  of  macadam  laid 
in  improved  areas,  including  1,560  square  yards  of  resurfacing  on 
other  streets,  21,440  lineal  feet  of  curb  and  gutter  built,  1,590  square 
yards  of  concrete  alleys,  and  1,341  square  yards  of  sidewalk  con- 
structed. Due'  to  settlement,  2,015  lineal  feet  of  curb  and  gutter 
were  replaced.  Cham6  sand  was  used  for  concrete,  and,  except  a 
small  quantity  from  Ancon  quarrj'  used  early  m  the  year,  the  stone 
was  from  Porto  Bello,  from  the  cost  of  which  the  plant  charge  was 
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deducted.    During  the  year  $84,528.41  were  expended,  making  the 
total  cost  of  improvements  to  June  30,  $451,970.39. 

Of  the  amount  appropriated  by  Congress,  $250,000  were  allotted 
for  improvements  in  the  city  of  Panama.  The  work  at  first  under- 
taken was  completed.  Survey  and  plans  were  made  for  developing 
the  district  bounded  by  the  Zone  Line  Road,  B  Street,  Fourth  of 
July  Avenue,  and  West  Sixteenth  Street,  and  the  money  was  to  be 
advanced  bv  the  Government  of  Panama  in  accordance  with  an 
agreement  that  the  cost  of  all  further  municipal  improvements  in 
the  two  cities  will  be  paid  for  by  that  Government.  As  the  Govern- 
ment was  unable  to  do  this,  as  the  improvements  were  required  for 
sanitary  purposes,  and  as  there  was  an  unexpended  balance  of  the 
amount  allotted  for  work  in  Papama,  authority  was  given  to  make 
the  improvements  in  accordance  with  the  plans,  and  the  work  per- 
formed during  the  past  year  comprised  grading  and  macadamizing 
streets,  placing  concrete  curbs  and  gutters,  and  laying  water  mains 
and  sewers  in  the  portions  of  the  city  specified,  as  shown  in  the 
following  table : 


ImproTementB. 


Paving square  feet. 

Curbing linefdfeet. 

Sewer  maina do... 

Sewer  latemla do... 

Water  mains do... 

Water  laterals do... 


Ancon 
Boulevard. 


Extension 
Avenue  A. 


8,882 
272 


The  amount  expended  during  the  fiscal  year  was  $38,745.05  and 
the  total  cost  of  the  improvements  in  the  city  of  Panama  was 
$228,105.68. 

For  further  details  in  connection  with  this  work,  attention  is 
invited  to  Appendices  B  and  D. 

SECOND  DIVISION,  CHIEF  ENGINEER'S  OFFICE. 

This  division  has  charge  of  all  mechanical  questions  that  may 
arise  and  supervises  expenditures  and  allotments  for  the  work.  The 
third  division  of  the  chief  engineer's  office  was  abolished  on  Janu- 
ary 24,  1912,  after  the  resignation  of  Mr.  C.  M.  Saville,  assistant 
engineer  formerly  in  charge,  and  the  work  transferred  to  the  second 
division.  To  this  division  was  also  assigned  the  design  of  the  dry 
dock,  coaling  stations,  shops,  and  appliances  in  the  form  of  harbor 
tugs,  cranes,  and  barges.  The  division  is  in  charge  of  Mr.  H.  H. 
Rousseau,  United  States  Navy,  as  assistant  to  the  chief  engineer. 

On  the  assumption  that  favorable  legislation  would  be  provided, 
general  and  detailed  plans  of  the  terminals  were  undertaken  with  a 
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view  to  beginning  work  of  construction  as  soon  as  funds  should 
become  available.  The  general  layout  of  the  terminals  at  the  At- 
lantic and  Pacific  entrances  to  the  canal  is  arranged  with  the  object 
of  affording  sufficient  wharves  and  piers  to  meet  all  requirements 
when  the  canal  is  opened,  and  at  the  same  time  to  permit  of  exten- 
sion in  case  future  needs  so  require.  In  addition  to  wharf  space 
for  vessels,  the  general  plan  provides  the  necessary  facilities  for 
docking  and  repairing  all  classes  of  vessels  and  for  furnishing  them 
with  fuel,  fresh  water,  and  supplies  of  all  kinds.  As  these  facilities 
may  be  required  for  military  purposes  as  well  as  conmiercial,  all 
general  plans  were  submitted  to  the  Navy  Department  for  its  views, 
which  have  been  followed  in  the  final  designs. 

The  main  coaling  plant  at  the  Atlantic  end  of  the  canal  will  be 
located  on  the  north  end  of  the  island  opposite  Dock  No.  11,  at  Cris- 
tobal, with  railroad  connection  across  the  French  canal.  It  will  be 
capable  of  handling  and  storing  200,000  tons  of  coal,  with  a  pos- 
sible increase  of  50  per  cent ;  100,000  tons  will  be  in  subaqueous  stor- 
age. The  coaling  plant  at  the  Pacific  terminus  will  be  located  at 
Balboa,  adjacent  to  the  site  of  the  dry  dock,  and  will  be  capable 
of  handling  and  storing  100,000  tons  of  coal,  with  a  possible  in- 
crease of  50  per  cent;  subaqueous  storage  will  be  provided  for 
50,000  tons.  Arrangements  are  made  for  supplying  fuel  oil,  and 
four  tanks  of  40,000  barrels  capacity  each  are  under  advertise- 
ment, which  will  give  an  initial  storage  capacity  of  80,000  barrels 
at  each  terminus. 

The  piers  or  docks  on  the  Atlantic  side  are  to  be  protected  against 
storms  by  a  mole  or  breakwater  extending  out  in  prolongation  of  the 
line  separating  the  Zone  from  Colon.  They  are  to  be  1,000  feet  in 
length,  209  feet  in  width,  and  300  feet  apart.  At  present  the  Panama 
Bailroad  Co.,  to  meet  its  own  requirements,  is  engaged  in  building 
one  of  the  piers,  with  a  slip  on  either  side,  and  a  1,000-foot  wharf, 
together  with  the  necessary  length  of  mole  or  breakwater  to  afford 
protection.  On  the  Pacific  side  the  piers  for  commercial  use  will  be 
placed  at  right  angles  to  the  axis  of  the  canal,  with  the  ends  of  the 
piers  2,650  feet  from  the  center  of  the  500- foot  canal  channel.  The 
piers  will  be  1,000  feet  long  and  200  feet  wide,  with  300-foot  slips 
between  the  piers.  The  construction  of  one  pier  is  to  be  undertaken. 
The  superstructure  of  the  commercial  piers  and  wharves  will  be  one- 
story  steel  sheds,  with  a  dear  height  of  25  feet  The  sheds,  of  fire- 
proof construction,  will  cover  the  entire  pier  except  for  a  space  of 
about  18  feet  along  each  side  and  the  outer  ends.  A  track  will  extend 
along  each  edge  of  the  piers  at  floor  level,  and  two  tracks  will  run 
through  the  center  of  the  pier  sheds,  so  depressed  as  to  bring  the  car 
floor  level  with  the  floors  of  the  sheds.  Much  study  was  given  to  pro- 
viding for  the  economical  handling  and  storing  of  freight  at  the  ter- 
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minals,  but  the  best  t3rpe  of  cargo-handling  appliances  can  not  be 
determined  at  this  time,  as  the  amount  of  freight  that  will  be  moved 
from  ship  to  ship  at  the  terminals  or  will  require  storage  is  at  pres- 
ent unknown. 

The  plans  provide  for  one  dry  dock  capable  of  accommodating 
any  vessel  that  can  pass  through  the  canal  locks.  It  will  have  a 
usable  length  of  1,000  feet,  an  entrance  width  of  110  feet,  and  a  depth 
over  the  keel  blocks  of  85  feet  at  mean  sea  level.  The  dock  will  be 
built  in  the  rock,  which  will  be  lined  with  concrete  after  it  has  been 
excavated.  The  borings  indicate  that  the  rock  is  strong,  solid,  and 
well  suited  for  such  construction.  In  lieu  of  the  marine  railway  at 
first  contemplated  for  smaller  classes  of  vessels,  an  auxiliary  dry 
dock  will  be  provided,  and  a  suitable  foundation  on  similar  rock 
has  been  found  for  it.  This  dock  will  have  a  usable  length  of  850 
feet,  a  width  at  entrance  of  71  feet,  and  a  depth  over  the  keel  blocks 
of  18^  feet  at  mean  tide.  On  the  Atlantic  side  the  present  dry  dock 
at  Cristobal,  which  has  a  usable  length  of  800  feet  and  a  width  at 
entrance  of  50  feet,  with  a  depth  over  the  sill  of  18  feet  at  mean  sea 
level,  will  be  retained* 

Plans  for  the  various  shops,  foundries,  storehouses,  and  subsidiary 
buildings  have  been  approved,  and  specifications  are  prepared  for 
furnishing  the  material,  as  it  is  desirable  to  have  the  erection  com- 
pleted and  the  machine  shops  moved  from  Gorgona  by  July  1, 1918. 
The  machines  now  in  use  will  be  installed  in  the  new  ^ops,  and  they 
will  be  electrically  driven,  both  individual  and  group  drives  being 
used.  The  floor  area  of  the  buildings  in  connection  with  the  shops 
aggregates  491,880  square  feet  Until  further  requirements  are  more 
definitely  developed,  the  shop  facilities  for  emergency  repaiiB  will  be 
retained  in  the  vicinity  of  the  dry  dock  at  Cristobal. 

For  the  expeditious  and  convenient  handling  of  lock  gate  leaves,  as 
well  as  for  commercial  and  other  canal  needs  and  for  general  wreck- 
ing purposes,  it  will  be  necessary  to  provide  a  floating  crane  of  the 
largest  practicable  capacity  at  each  terminus  of  the  canal.  An  in- 
vestigation is  now  under  way  to  determine  the  best  manner  in  which 
these  requirements  can  be  filled. 

For  handling  vessels  of  the  largest  size,  harbor  tugs  of  high  power 
will  be  required  and  must  be  secured,  as  the  tugs  now  owned  by  the 
commission  will  not  be  satisfactory  or  eccmomical  for  that  service. 
It  is  intended  to  provide  two  large  harbor  tugs  at  each  end  for  this 
purpose. 

It  may  be  reasonably  expected  that  a  large  quantity  of  coal  will 
have  to  be  furnished  to  shipping  in  barges  or  lighters,  so  that  the 
canal  must  be  equipped  with  a  sufficient  number,  not  only  for  this 
service  but  also  for  supplying  fuel  oil  and  fresh  water.  The  Navy 
Department  has  recommended  that  provisions  be  made  for  sufficient 
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lighters  to  give  a  capacity  of  16,000  tons  of  coal  for  the  Atlantic 
terminus  and  8,000  tons  for  the  Pacific  end.    This  will  be  done. 

During  the  year  the  locations  of  the  permanent  administration 
building  and  canal  headquarters  and  the  permanent  settlements  for 
employees  have  been  determined.  The  permanent  administration 
building  will  be  on  a  knoll  west  of  Ancon  quarry,  and  quarters  for 
employees  attached  thereto  will  be  erected  in  the  general  area  adja- 
cent to  and  northeast  of  this  building.  Employees  connected  with  the 
shops,  docks,  and  other  terminal  facilities  will  be  housed  in  quarters 
erected  in  the  area  surrounding  the  slope  of  Sosa  Hill  and  on  the 
fill  adjoining  the  Ancon-Balboa  highway.  There  will  be  a  permanent 
settlement  at  Pedro  Miguel  for  employees  of  the  Pacific  locks  and 
one  at  Gatun  for  employees  of  the  Atlantic  locks.  The  settlement  at 
Cristobal  will  be  maintained  and  also  the  one  at  Ancon. 

During  the  year  a  number  of  applications  have  been  received  from 
individuals  and  companies  for  leases  of  land  in  the  vicinity  of  the 
Atlantic  and  Pacific  terminals  for  various  purposes  connected  with 
the  operation  of  the  canal.  The  question  is  now  being  considered 
with  a  view  to  making  recommendations  in  the  near  future. 

Three  first-class  meteorological  stations  at  Ancon,  Culebra,  and 
Cristobal  were  continued  during  the  year,  each  with  a  full  comple- 
ment of  instruments  and  in  charge  of  a  skilled  observer.  There  were 
two  second-class  stations  at  Gatun  and  Pedro  Miguel,  at  which  wind 
velocity,  temperature,  and  rainfall  were  recorded.  Twenty-six  rain- 
fall stations  were  in  operation,  15  of  which  were  equipped  with 
standard  and  11  with  automatic  rain  gauges.  Evaporation  stations 
were  in  operation  at  Ancon,  Rio  Grande  Beservoir,  Gatun  Lake, 
Brazos  Brook  Reservoir,  and  Colon.  Two  seismograph  stations 
were  in  operation,  one  at  Ancon  and  the  other  on  Guarapo  Island, 
near  Gatun.  Duplicate  automatic  tide  registers  are  located  on  Dock 
No.  1  at  Colon  and  two  on  the  Panama  Railroad  Dock  at  Balboa. 
Gauging  stations  were  maintained  throughout  the  year,  one  on  the 
Chagres  River  at  Gatun,  one  at  Gamboa,  and  one  at  Alhajuela.  Au- 
tomatic water-stage  registers  were  put  in  operation  above  and  below 
the  spillway  at  Gatun  and  on  the  Chagres  River  at  Bohio,  Gamboa, 
Alhajuela,  and  Vigia.  The  automatic  registers  on  the  Trinidad  and 
Pedro  Miguel  Rivers  continued  in  operation  throughout  the  year  at 
the  old  locations. 

From  July  1,  1911,  to  July  1,  1912,  the  minimum  dry  season  and 
total  fiow  for  12  consecutive  months  for  years  of  record  occurred. 
The  previous  minimum  dry-season  fiow  occurred  during  the  cal- 
endar year  1908.  The  total  fiow  for  the  calendar  year  1911  was  the 
minimum  fiow  for  calendar  years  of  record  since  1905,  and  new 
low-water  records  were  established  at  Alhajuela  and  Gamboa.  At 
Alhajuela  the  minimum  was  91  feet  on  April  20,  1912,  and  at  Gam- 
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boa  4S.5  feet  on  May  7  and  8, 1912.  The  previous  low-water  records 
were  91.86  at  Alhajuela  on  April  26,  1905,  and  44.40  at  Gamboa  on 
April  4,  1911.  According  to  the  discharge  measurements  at  Gam- 
boa,  the  heaviest  freshet  of  the  year  occurred  on  August  21,  1911, 
-when  there  was  a  rise  at  that  point  of  11.4  feet  and  the  discharge  was 
85,120  cubic  feet  per  second.  The  minimum  flow  at  Gamboa  during 
the  year  was  on  April  10  and  11,  1912,  and  the  discharge  was  250 
cubic  feet  per  second.  Backwater  from  Lake  Gatun  interfered  with 
-  gauging  work  on  the  Trinidad  Kiver,  at  Bohio,  and  on  the  Gatun 
Biver. 

The  temperature  for  the  calendar  year  1911  was  generally  above 
normal.  July  was  the  warmest  month  in  Ancon  and  Culebra  and 
December  at  Colon.  The  highest  temperature  recorded  during  the 
year  was  95^  F.  at  Ancon  on  October  16,  and  the  lowest  65°  F.  at 
Culebra  on  March  27. 

The  rainfall  in  the  Canal  Zone  during  1911  was  below  normal  at 
all  stations,  being  the  lightest  of  record  at  Gamboa,  Bohio,  and  several 
of  the  stations  for  which  only  a  few  years'  records  are  available.  The 
deficiencies  ranged  from  10  per  cent  at  Balboa  to  41  per  cent  at 
Bohio.  The  dry-season  rainfall  amounted  to  12  per  cent  of  the 
annual  total  in  the  Pacific  section  and  8  per  cent  and  9  per  cent, 
respectively,  in  the  central  and  Atlantic  sections.  The  average  rain- 
fall for  the  calendar  year  1911  was  67.20  inches  in  the  Pacific  section, 
79.10  inches  in  the  central  section,  and  116.45  inches  in  the  Atlantic 
section.  The  number  of  rainy  days  in  the  Pacific  section  was  172, 
in  the  central  section  214,  and  in  the  Atlantic  section  265.  The 
heaviest  precipitation  of  the  year  occurred  at  Porto  Bello  on  Novem- 
ber 29,  when  during  the  storm  7.60  inches  of  rain  fell  in  12  hours, 
the  maximum  fall  for  5  minutes  being  approximately  2.48  inches. 

There  was  a  moderate  excess  of  wind  movement  at  the  various 
stations  during  1911.  The  prevailing  direction  was  from  the  north- 
west at  Ancon  and  Culebra  and  from  the  north  at  Colon.  The  rela- 
tive humidity  was  generally  below  normal  during  the  year  1911  and 
the  first  half  of  1912 ;  the  mean  for  1911  was  81  per  cent  at  Ancon  and 
84  per  cent  at  Culebra  and  Colon. 

Slight  seismic  disturbances  were  of  frequent  occurrence  during  the 
year,  but  few  were  of  sufficient  intensity  to  be  sensibly  felt  in  the 
Canal  Zone. 

A  stadia  survey  was  made  to  locate  the  ridge  line  between  the 
upper  Gatun  River  and  the  Atlantic  Ocean,  and  19  miles  of  line  were 
run  between  Mount  Bruja  and  Santa  Kita  Mountain.  A  stadia 
survey  was  made  of  the  Atlantic  coast  line  in  the  vicinity  of  Mar- 
garita Island,  near  Colon,  and  a  triangulation  station  was  established 
on  the  island.    The  Majagual  and  Escondido  Bivers  were  run  up  to 
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the  limits  of  tidewater.    Several  islands  and  inlets  not  heretofore 
shown  on  the  maps  were  located. 

There  were  no  marked  changes  in  the  conduct  of  the  mechanical 
work  on  the  Isthmus  during  the  past  year.  Constant  efforts  were 
made  to  reduce  the  cost  of  repairs  to  equipment  and  a  marked  reduc- 
tion was  made  in  car  repairs.  All  the  equipment  has  be^i  growing 
older,  and  general  repairs  were  required  to  a  greater  extent  during 
the  past  jQscal  year  than  during  any  previous  one.  This  is  especially 
true  of  locomotives,  largely  on  account  of  stay  bolts  breaking,  defec- 
tive flues, .  and  wearing  out  of  tires. 

The  principal  shops  are  located  at  Gorgona,  and  the  policy  of  con- 
centrating manufacturing  work  and  repairs  to  rolling  equipment  at 
these  shops  has  been  continued.  With  the  construction  work  drawing 
to  a  close,  the  general  policy  of  gradually  reducing  the  amount  of 
repair  parts  and  other  material  carried  in  the  storehouses  caused  the 
mechanical  division  toliandle  more  and  more  manufacturing  work 
on  short  notice,  and  also  resulted  in  the  installation  of  a  Tropenas 
2-ton  converter,  blower,  sand  grinder,  and  all  necessary  apparatus  for 
the  manufacture  of  steel  castings.  Two  additional  pipe  cutting  and 
threading  machines — one  8-inch  and  one  12-inch — ^were  installed  in 
the  main  shops,  and  in  the  planing  mill  the  French  horizontal  com- 
pound engine,  which  formerly  operated  these  shops,  was  replaced  by 
a  stationary  engine  removed  from  the  Lirio  planing  mill  and  supple- 
mented with  a  50-horsepower  motor. 

Engine  houses  and  repair  shops  were  operated  at  Pedro  Miguel, 
Gatun,  Las  Cascadas,  Gamboa,  and  Gold  Hill.  The  removal  of  ma- 
terial from  the  top  of  the  slides  on  the  Gold  Hill  side  of  the  cut 
required  the  establishment  of  an  engine  house,  and  a  temporary 
repair  shop  and  storehouse,  made  of  two  old  box  cars,  were  installed, 
with  the  necessary  storage  and  cleaning  tracks.  The  Gatun  machine 
and  repair  shop  was  transferred  to  the  mechanical  division,  and  on 
July  1, 1912,  the  Empire  shops  for  the  repair  of  steam  shovels  were 
also  transferred  to  the  same  division. 

The  operation  and  maintenance  of  the  air-compressor  plants  at  Las 
Cascadas,  Empire,  Rio  Grande,  and  Balboa  are  also  under  the 
mechanical  division,  as  well  as  the  operation  and  maintenance  of  the 
electric  power  and  lighting  plants  at  Cristobal,  Gorgona,  Empire,  and 
Balboa.  The  output  of  all  air-c<xnpressor  plants  operated  during  the 
year  was  8,795,157,458  cubic  feet  of  free  air  at  70®  F.,  which  was 
compressed  and  distributed  at  100  pounds  pressure,  at  an  average 
cost  for  the  year  of  $0.0312  per  thousand  cubic  feet  The  increased 
construction  work  on  the  Pacific  division  and  the  decrease  of  work 
on  the  north  end  of  the  Atlantic  division  increased  the  air  consump- 
tion at  Pedro  Miguel  and  Miraflores  to  such  an  extent  as  to  necessi- 
tate the  removal  from  the  Las  Cascadas  plant  and  installation  in  the 
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Aguadulce  pumping  plant  of  the  Pacific  division  of  two  2^00-foot 
Ingersoll-Band  compressors,  with  necessary  boilers  and  pumps.  The 
mechanical  division's  electric  plants  totaled  an  output  of  4,966,958 
kilowatt  bbtirs,  which,  with  2,279,151  kilowatt  hours  furnished  by 
the  construction  divisions  to  the  mechanical  division,  makes  a  totid 
of  7,246,104  kilowatt  hours  distributed  and  billed  by  this  division. 

The  total  appropriations  made  by  Congress  up  to  June  80,  1912, 
amounted  to  $298,561,468.58.  By  act  approved  August  24, 1912,  ad- 
ditional appropriations  were  made  for  the  fiscal  year  1918  amount- 
ing to  $28,980,000,  exclusive  of  fortifications.  On  June  80,  1912, 
$259,658,286.74,  or  about  69  per  cent  of  the  total  estimated  cost,  had 
been  charged  into  the  work.  Of  this  amount,  $84,188,188.48  were  ex- 
pended during  the  fiscal  year  1911,  or  about  9  per  cent  of  the  total 
estimated  cost  of  the  canal.  The  difference  between  the  appropria- 
tions and  the  classified  expenditures  to  June  80,  1912,  amounting  to 
$88,908,231.84,  represents  such  items  as  receipts  returned  to  the  Treas- 
ury of  the  United  States,  unexpended  balances  of  appropriations,  un- 
expended material  and  supplies  in  storehouses,  and  other  items  that 
will  not  be  prorated  to  construction  work  until  the  construction  is 
completed;  buildings  of  all  descriptions,  roads,  sewers,  and  water 
supplies.  Of  the  total  classified  expenditures  to  June  80,  1912, 
$82,547,720.75,  or  about  12^  per  cent,  were  for  plant  and  equipment 
for  construction  and  for  four  steamships;  of  this  amount,  $1,254,- 
697.70  were  expended  during  the  fiscal  year  1912. 

For  further  details,  attention  is  invited  to  Appendices  F  and  O. 

CONSTRUCTION  OF  THE  NEW  PANAMA  BAILBOAD. 

The  construction  of  the  new  or  relocated  line  of  the  Panama  Rail- 
road was  continued  by  the  engineering  department  of  the  Panama 
Bailroad  Co.  during  the  year  and  was  in  charge  of  Lieut.  Frederick 
Mears,  United  States  Army,  as  chief  engineer  of  the  Panama 
Railroad. 

At  the  beginning  of  the  year  construction  work  was  confined  to  the 
stretch  of  road  from  Gatun  to  Ghimboa — the  Gatun  Valley  section — 
and  consisted  in  completing  the  embankments  across  the  Quebrancha, 
Brazos,  and  Baja  bottoms,  which  have  been  under  construction  since 
1910.  The  amount  of  material  reported  as  necessary  at  the  begin- 
ning of  the  fiscal  year  for  their  completion,  850,000  cubic  yards,  was 
exceeded  and,  though  they  were  practically  completed  on  January  1, 
1912,  two  steam  shovels  were  at  work  during  the  following  month 
and  a  half  furnishing  material  for  riprapping  the  slopes.  The  largest 
embankment  on  this  section  of  the  railroad  is  4,800  feet  long  across 
the  Brazos  bottom.  The  rock  in  this  valley  is  from  150  to  200  feet 
below  the  surface  of  the  ground,  which  is  of  fairly  good  clay  from 
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20  to  80  feet  thick,  but  between  this  and  the  rock  the  material  is  very 
soft.  The  embankment,  which  is  60.70  feet  high,  was  given  side  slopes 
of  1  on  2  with  the  hope  that  this  would  spread  the  foundation  suffi- 
ciently to  enable  the  layer  of  clay  to  support  it  without  disturbing 
the  soft  strata.  Just  before  the  full  height  was  reached,  however, 
the  pressure  became  too  great  and  the  soft  material  moved  out,  up- 
heaving the  natural  ground  beyond  the  toes  of  the  slopes.  When  this 
occurred  the  base  was  widened  so  as  to  secure  a  slope  of  about  1  on  3 
before  any  weight  was  added  to  the  upper  level,  after  which  the  em- 
bankment was  completed  to  grade.  Trouble  with  settlements  was 
encountered  in  the  fills  over  the  Quebrancha  and  Baja  bottoms,  where 
it  was  necessary  to  spread  the  base  so  as  to  secure  a  slope  of  1  on  4; 
these  fills  were  72.70  and  68.70  feet,  respectively,  above  the  naturfil  sur- 
face of  the  ground.  In  the  3  miles  covered  by  these  bottoms,  4,736,072 
cubic  yards  of  material  were  placed,  or  an  average  of  1,578,690  cubic 
yards  per  mile,  all  necessary  to  secure  a  permanent  roadbed  above 
the  proposed  lake  level. 

Laying  the  remainder  of  the  permanent  track  was  undertaken  in 
December,  1911,  and  completed  as  far  as  practicable  by  February 
15,  1912.  The  track  is  of  90-pound  open  hearth  steel,  100  per  cent 
splice  bars,  and  either  creosoted  or  hardwood  crossties  fitted  with 
"Economy"  tie-plates  and  screw  spikes.  The  track  was  ballasted 
with  gravel  obtained  from  the  deposits  in  the  Chagres  Biver. 

This  section  was  formally  turned  over  to  the  Panama  Railroad 
Co.  on  February  15,  1912,  on  which  date  the  operation  of  the 
road  was  transferred  from  the  old  to  the  new  line.  Trains  now 
operate  east  of  the  canal  as  far  as  the  north  end  of  Culebra  Cut, 
where  they  switch  back  across  the  canal  on  a  construction  dike  to 
the  old  main  line,  following  it  north  to  Gorgona,  thence  south  over 
the  old  route  to  Panama.  The  operation  over  the  new  roadbed  was 
attended  with  no  difficulties,  except  that  in  some  cases  small  slides 
occurred  along  the  slopes  of  the  embankments.  The  work  of  rip- 
rapping  the  submerged  embankments  was  continued  and  the  weight 
of  rock  has  sometimes  caused  the  sides  of  the  fill  to  slide,  but  has  not 
interrupted  operation. 

The  slides  on  the  east  side  of  Culebra  Cut  and  the  necessity  of 
maintaining  through  communication  caused  the  construction  of  a 
high  line  around  Gold  Hill  and  the  abandonment  of  the  original 
plan  of  carrying  the  railroad  on  the  95-foot  berm  through  Culebra 
Cut.  It  was  hoped  that  eventually  the  high  line  might  be  abandoned 
in  favor  of  the  95-foot  berm,  but  all  thought  of  this  has  been  given 
up  on  account  of  the  excessive  cost  of  rebuilding  this  berm  throughout 
the  cut.  The  Gold  Hill  line  joins  Gamboa  bridge  on  the  north  with 
Pedro  Miguel  on  the  south,  and  is  9}  miles  long.   The  summit  is  near 


BBPOBT  OF  CHAIBMAN  AND  CHIEF  ENGINEEB.  47 

the  La  Pita  divide  at  elevation  271  feet  above  mean  sea  level,  and 
the  continental  divide  is  crossed  opposite  Culebra  at  an  elevation  of 
241  feet  above  mean  sea  level.  This  section  of  the  road  was  well 
under  constructiim  at  the  beginning  of  the  fiscal  year,  and  the  work 
progressed  to  completion  in  the  early  part  of  1912.  Some  difficulty 
was  encountered  along  the  Pedro  Miguel  Biver  on  account  of  slides. 
The  laying  of  the  permanent  track  was  begun  in  May  and  the  line  was 
completed  and  formally  turned  over  to  the  Panama  Bailroad  Co. 
on  May  25, 1912. 

The  ccmstruction  of  the  telephone  and  telegraph  line  was  continued 
during  the  year  and  completed  on  June  30,  1912.  A  new  frame 
station  building  and  section  house  were  erected  at  the  town  site  of 
Monto  Lirio  on  the  Gatim  Biver,  and  a  reenforced  concrete  water 
station  constructed  at  Frijoles.  Work  of  dismantling  the  old  bridge 
at  Barbacoas,  consisting  of  three  girder  spans,  was  undertaken  as 
soon  as  the  original  Panama  Bailroad  was  abandoned  on  February 
IS,  1912.  The  bridge  was  transferred  to  Monte  Lirio,  where  it  is  to  be 
used  for  carrying  the  relocated  line  over  the  Gatun  Biver.  The 
two  shore  spans  were  set  in  place  at  the  new  site  and  the  center  span 
is  to  be  converted  into  a  balanced  lift  span,  so  that  steamers  can  have 
access  to  the  upper  arm  of  Gatun  Lake. 

During  the  year  3,209,021  cubic  yards  of  grading  were  completed 
at  an  average  cost  of  $0.345027  per  cubic  yard,  including  the  cost  of 
clearing  28.7  acres,  and  123,468  lineal  feet  of  permanent  track  laid  at 
a  cost  of  $2.9863  per  lineal  foot ;  1,820.2  cubic  yards  of  concrete  were 
placed  in  bridge  culverts. 

For  further  details  concerning  this  work,  attention  is  invited  to 
Appendix  H. 

FOBTIFICATIONS. 

The  act  approved  March  4,  1911,  appropriated  $2,000,000  for  the 
construction  of  gun  and  mortar  batteries  for  the  defense  of  the  canal 
against  naval  attack.  The  actual  execution  of  the  work  was  assigned 
to  the  commission,  and  the  constructions  are  to  conform  to  plans 
furnished  by  higher  authority. 

Work  was  commenced  on  August  7,  1911,  under  a  provisional  or- 
ganization which  continued  until  January  1,  1912,  when  the  work 
was  consolidated  and  placed  in  charge  of  Lieut.  Gteorge  B.  Goethals, 
United  States  Army,  reporting  to  the  chief  engineer. 

During  the  year  408,392  cubic  yards  of  excavation,  at  a  cost  of 
$0,571,  were  done,  5,159  cubic  yards  of  concrete,  at  a  cost  of  $9,055 
per  cubic  yard,  were  laid,  and  a  channel  excavated  to  one  of  the 
islands  by  dredging  32,150  cubic  yards,  at  a  cost  of  $0,377  per  cubic 
yard. 
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The  methods  of  cost  keeping  adopted  on  January  1, 1910,  were  con- 
tinued throughout  the  year.  In  addition  to  those  reported  a  year 
ago,  cost  accounts  were  prepared  and  kept  for  aids  to  navigation,  ter- 
minal facilities  at  Balboa,  fortifications,  and  installation  of  the  lock- 
operating  machinery.  Supervision  of  cost  data  for  the  construction 
of  the  docks  at  Cristobal  and  the  New  Washington  Hot«l  at  Colon  was 
added  to  the  duties  of  the  office ;  as  these  pieces  of  work  are  in  charge 
of  the  Panama  Railroad,  their  costs  are  not  included  in  this  report. 
The  costs  are  made  up  of  the  labor  engaged  in  and  the  material 
applied  to  the  work,  an  arbitrary  to  absorb  the  cost  of  the  plant 
and  a  proper  proportion  of  the  division  overhead  charges.  As  the 
plant  was  designed  by  the  division  engineers  and,  within  limits,  they 
are  responsible  for  the  organization  carrying  on  the  work,  the  costs 
are  to  a  certain  extent  comparable  where  the  character  of  the  work 
is  similar.  The  general  expenses  of  the  commission  are  prorated  to 
different  parts  of  the  work  and  must  be  added  to  the  division  costs 
in  order  to  determine  the  total  cost.  As  the  division  engineers  do  not 
necessarily  have  control  over  the  items  which  make  up  these  general 
expenses,  the  costs  reported  are  the  division  costs  except  where  noted 
to  the  contrary.  The  cost-keeping  accountant,  Mr.  Ad.  Faure,  reports 
directly  to  the  chief  engineer.  His  duties  consist  in  supervising  and 
verifying  the  statements  of  costs  furnished  by  the  division  engineers, 
establishing  accounts  for  new  work,  and  preparing  statistical  data. 

In  the  distribution  of  general  expenses  the  central  division  con- 
tinues to  carry  the  larger  proportion,  due  to  the  fact  that  prior  to 
1907  but  little  work  was  done  except  in  this  division,  so  that  all  the 
overhead  charges  were  properly  added  to  it 

Excavation  in  the  prism  by  steam  shovels  was  cheapest  in  the 
central  division,  averaging  $0.5101 ;  in  the  Atlantic  division  a  lower 
cost  is  shown  than  during  the  previous  year — $0.5962  against  $0.6010 — 
while  in  the  Pacific  division  it  is  higher — $0.7527  against  $0.6960 — 
and  also  greater  than  in  the  Atlantic  division.  In  the  preparation 
of  the  foundations,  the  costs  are  higher  in  the  Atlantic  division 
than  a  year  ago  and  lower  in  the  Pacific  division,  while  those  of  the 
Atlantic  division  are  higher  than  in  the  Pacific  division. 

In  dredging  the  costs  were  higher  than  for  the  previous  year,  and 
for  work  in  the  channels  the  Pacific  division  shows  lower  than  the 
Atlantic  division ;  the  Pacific  division  dredging  does  not  include  any 
arbitrary  for.  plant,  the  total  cost  of  which  was  absorbed  prior  to 
the  fiscal  year,  but  on  this  side  increase  in  depth  is  attended  with 
additional  expense  because  of  the  great  tidal  variations. 

There  was  a  total  of  1,443,670  cubic  yards  of  masonry  laid  in  the 
locks  and  spillways  during  the  year,  as  against  1,741,908  cubic  yards 
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during  the  previous  year.  The  unit  costs  for  the  masonry  were: 
Gatun  Locks,  $7.7552 ;  Gatun  spillway,  $7.0988 ;  Pedro  Miguel  Locks, 
$6.4640;  Miraflores  Locks,  $4.7675.  With  a  decrease  in  quantity  laid 
of  512,315  cubic  yards  in  the  Gatun  Locks,  the  cost  of  plain  concrete 
last  year  shows  an  increase  of  $0.5898  as  compared  with  the  previous 
year.  At  Pedro  Miguel,  with  a  decrease  in  the  amount  laid  of  368,- 
609  cubic  yards,  there  was  an  increase  in  cost  of  $1.0143,  due  to 
forms,  placing,  mixing,  and  plant  arbitrary,  the  construction  plant 
having  been  removed  to  Miraflores,  with  exception  of  two  berm 
cranes,  which  were  operated  until  December  12,  1911,  and  February 
7,  1912,  respectively.  With  an  increase  in  quantity  of  456,163  cubic 
yards,  the  cost  of  plain  concrete  at  Miraflores  shows  a  decrease  of 
$0.0959.  The  li^bor  costs  for  the  year  per  cubic  yard  of  plain  con- 
crete at  the  various  locks  and  spillways  show  lowest  at  Miraflores, 
$0.8394;  next,  Gatun  Locks,  $1.3840;  Pedro  Miguel  Locks,  $1.4733; 
and  Gatun  spillway,  $1.5425. 

The  difference  between  the  costs  in  the  Atlantic  and  Pacific  divi- 
sions is  mainly  in  the  cost  of  cement,  sand,  and  stone.  While  the 
cement  for  the  Atlantic  division  is  now  handled  in  bags,  it  must  pass 
through  the  cement  shed,  while  the  bulk  of  the  cement  in  the  Pacific 
division  passes  directly  from  the  cars  to  the  work.  In  the  produc- 
tion of  stone  the  cost  in  the  storage  bins  at  Gatun  was  $2.4952,  while 
in  the  storage  pile  for  the  locks  on  the  Pacific  side  it  was  $0.7996  per 
cubic  yard,  a  difference  of  $1.6956  per  cubic  yard.  If  there  be  de- 
ducted from  this  difference  the  extra  expense  attached  to  the  Porto 
Bello  stone  represented  by  the  difference  between  the  costs  of  towing 
and  unloading  and  that  of  transportation  by  rail,  amounting  to 
$0.7365  per  cubic  yard,  and  the  difference  in  plant  arbitraries,  amount- 
ing to  $0.4336,  the  net  difference  in  labor  cost  in  favor  of  Ancon 
quarry  is  $0.5255  per  cubic  yard.  Sand  from  Nombre  de  Dios  in  the 
stock  piles  in  the  Atlantic  division  averaged  $2.2414  as  against  sand 
in  the  stock  piles  of  the  Pacific  division  at  $0.7025,  or  an  excess  of 
$1.5889  per  cubic  yard  in  the  cost  of  Nombre  de  Dios  sand  over  that 
from  Cham^.  Cham£  sand  delivered  in  the  stock  pile  at  Gatun  cost 
$1.7079,  including  $0.7890  for  unabsorbed  plant  charge  at  Nombre 
de  Dios.  The  sand  secured  from  the  Chagres  River  between  May  15 
and  June  30  cost  $1.2850  delivered  in  the  stock  pile,  including  $0.7671 
for  plant. 

The  cost  of  concrete  piling  at  Gatun  was  $0.0679  less  during  the 
year  than  in  1911,  while  the  cost  in  place  was  $0.7088  less.  The  total 
amount  driven  was  83,670  lineal  feet,  at  a  cost  of  $1.5719  per  Kneal 
foot ;  in  addition,  51,450  lineal  feet  of  wooden  piles  were  driven,  at  a 
cost  of  $0.6516  per  lineal  foot.  On  this  basis  had  wooden  piling 
only  been  used  for  the  south  approach  pier  a  saving  of  $77,001.50 
would  have  resulted.     In  the  Pacific  division  6,580  lineal  feet  of 
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wooden  piling  were  driven  for  the  foundations  of  the  northeast 
wing  wall,  at  a  cost  of  $2.3200  per  lineal  foot. 

In  connection  with  division  costs  it  is  to  be  noted  that  the  amounts 
paid  for  salaries  of  clerks  and  supervisory  forces  in  the  three  con- 
struction divisions  were  less  in  the  central  and  Pacific  divisions  dur- 
ing 1912  than  those  paid  during  the  fiscal  year  1911,  while  in  the 
Atlantic  division  the  percentage  was  higher.  These  percentages  were 
as  follows:  Atlantic  division,  26.09;  central  division,  17.89;  Pacific 
division,  18.94. 

For' further  details  concerning  the  costs  of  the  various  parts  of  the 
work  and  the  performance  of  the  different  plants,  attention  is  in- 
vited to  Appendix  I. 

QUABTEBMASTEB'S  DEPABTHENT.'' 

The  quartermaster's  department  is  charged  with  the  recruitment 
of  labor;  care,  furnishing,  and  assignment  of  quarters;  distributing 
fuel,  conmiissary  supplies,  and  distilled  water;  construction  and  re- 
pair of  all  buildings ;  requisitioning  for  supplies  of  all  kinds,  together 
with  the  receipt  and  distribution  of  them  on  arrival ;  cutting  of  grass 
and  disposal  of  night  soil  and  garbage  as  prescribed  by  the  sanitary 
department;  and  the  auditing  of  all  property  returns.  The  depart- 
ment is  in  charge  of  Col.  C.  A.  Devol,  United  States  Army,  as  chief 
quartermaster. 

There  was  no  change  in  the  organization  of  the  department  during 
the  year. 

The  number  of  employees  of  the  commission  and  Panama  Kail- 
road  on  the  Isthmus  fluctuated  during  the  year;  in  March,  1910,  the 
highest  recorded  force  was  reached,  aggregating  38,676 ;  on  June  30, 
1911,  the  force  totaled  32,690  men,  and  on  June  30,  1912,  34,957  men 
were  employed  by  the  two  interests.  While  there  was  a  decrease 
as  between  June  30, 1911,  and  June  30, 1912,  of  approximately  2,900 
men  in  the  Atlantic  division  and  on  the  relocation  of  the  Panama 
Bailroad,  this  has  been  more  than  offset  by  increases  because  of  the 
construction  of  the  docks  at  Cristobal  under  the  Panama  Railroad, 
the  terminals  at  Balboa  under  the  Pacific  division,  the  work  of  the 
first  division  of  the  chief  engineer's  office,  and  the  fortifications. 
Immigration  to  the  Isthmus  continued  to  decrease,  the  excess  of  ar- 
rivals over  departures  for  the  year  amounting  to  3,510.  At  the  begin- 
ning of  the  fiscal  year  941  laborers  were  recruited  in  Barbados  and  the 
small  islands  adjacent  thereto,  in  order  to  meet  a  demand  for  un- 
skilled labor,  which  could  not  be  recruited  on  the  Isthmus  from  the 
unemployed  living  in  the  brush.  The  supply  of  and  demand  for 
labor  was  about  balanced  at  the  end  of  the  year.  During  the  last  three 
months  of  the  year  1,339  laborers  were  taken  over  by  the  United 
Fruit  Co.  for  work  in  Guatemala. 
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The  average  number  of  American  employees  on  the  rolls  of  the 
commission  during  the  year  was  4,264,  on  the  rolls  of  the  Panama 
Railroad  837,  or  a  total  of  5,101.  During  the  same  period  there  were 
2,123  separations  from  the  service  of  the  commission,  559  persons 
employed  in  the  United  States  and  1,286  employed  on  the  Isthmus, 
indicating  that  more  than  49  per  cent  of  the  force  was  changed. 

There  were  22  new  buildings  constructed  during  the  year,  at  a 
total  cost  of  $26,000;  of  these  the  fire  station  at  Cristobal,  the  care- 
taker's Residence  at  Brazos  Brook  reservoir,  and  a  type  27  at  Toro 
Point  cost  $21,000;  the  remaining  19  were  small,  costing  $5,000. 
The  fire  station  and  the  caretaker's  house  are  permanent  structures 
of  concrete.  Eighteen  additions  to  existing  buildings  were  made, 
at  a  cost  of  $71,000 ;  of  this  amount  $63,000  were  expended  for  altera- 
tions and  additions  to  the  Hotel  Tivoli.  Thirty-six  buildings  were 
taken  down  in  sections  and  moved  to  new  locations,  at  a  cost  of 
$58,000.  Fifteen  buildings  were  demolished,  material  moved  to 
other  points  and  used  in  construction  of  13  buildings,  costing 
$26,790.30.  'Of  these  51  buildings,  14  were  removed  from  Culebra 
on  account  of  slides  and  25  from  Tabernilla  and  San  Pablo  on 
account  of  the  flooding  of  the  lake  area.  The  removal  and  reerec- 
tion  of  American  buildings  still  good,  but  useless  in  their  old  loca- 
tions, accounts  for  the  small  amount  of  new  construction.  The  pur- 
chase from  the  Pacific  Mail  Steamship  Co.  of  their  undivided  half 
interest  in  the  islands  in  the  Pacific  brought  with  it  22  buildings, 
which  were  utilized  for  quarters  in  connection  with  fortifications.  Of 
old  French  buildings,  149  were  sold,  realizing  $8,000,  and  131  were 
demolished,  a  loss  of  280  buildings.  Of  the  2,148  buildings  turned 
over  by  the  French  in  1904  but  850  remain.  The  laborers'  camp  at 
White  House  and  other  buildings  in  the  Las  Cascadas  district  were 
altered  and  repaired  as  quarters  for  the  Tenth  Infantry,  United 
States  Army.  These  alterations  and  repairs  were  made  at  an 
expense  of  $50,000,  payable  from  the  appropriation  for  barracks, 
and  quarters,  United  States  Army. 

An  analysis  of  the  census  of  occupants  of  quarters  shows  a  de- 
crease of  300  in  the  number  of  Americans  and  an  increase  of  700 
in  the  number  of  West  Indians  in  quarters.  The  number  of  Euro- 
peans remains  the  same.  Of  the  Americans,  210  are  employees  of 
the  McClintic-Marshall  Construction  Co.  This  census  also  shows 
that  48  per  cent  of  the  married  men  and  20  per  cent  of  the  bachelors 
were  hired  prior  to  1908.  There  has  been  no  diminution  in  the 
demand  for  married  quarters,  the  number  of  applications  on  file 
as  of  June  30  being  697,  or  54  more  than  a  year  before. 

The  policy  of  reducing  the  stock  concentrated  in  the  storehouses, 
so  as  to  leave,  when  the  canal  is  completed,  the  smallest  accumulation 
(hat  is  consistent  with  the  continuous  and  eflScient  progress  of  the 
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work  and  wise  economy,  has  been  continued.  Relatively  few  annual 
contracts  were  made  during  the  spring,  as  on  certain  classes  of  stock 
prospective  requirements  are  so  small  that  orders  can  be  placed  when 
needed.  The  quantity  and  value  of  supplies  received  from  the 
United  States  were  larger  than  during  any  previous  year  of  the 
canal  work.  There  were  received  504,004  tons  of  material,  with  a 
value  of  $10,617,260.99.  This  does  not  include  the  piling  nor  mate- 
rial for  the  McClintic-Marshall  Construction  Co.  There  was  a  de- 
crease in  the  cement  receipts,  but  an  increase  in  the  amount  of  piling 
and  of  over  4,000,000  feet  b.  m.  in  lumber.  A  large  amount  of  mate- 
rial was  recovered  from  the  work  and  returned  to  stock.  The  cen- 
tral and  Atlantic  divisions  and  the  relocation,  part  of  whose  work 
was  completed,  turned  in  material  to  the  value  of  $680,000.  Clean- 
ups of  repair  shops  were  made,  and  repair  parts,  fittings,  and  miscel- 
laneous material  were  turned  in  in  large  quantities.  The  total 
amount  of  reduction  in  stock,  including  material  turned  in,  was 
$1,652,969.34. 

So  far,  but  little  of  the  commission's  plant  has  been  retired.  Mate- 
rial to  the  value  of  $193,313.34  was  surveyed  and  turned  into  the 
storehouse  for  obsolete  material  during  the  year,  the  amoimt  remain- 
ing on  hand  at  price-book  prices  being  $369,000.  The  quantity  was 
such  that  additional  facilities  had  to  be  provided  and  an  addition  to 
the  storehouse  for  obsolete  material  was  constructed.  Property  to 
the  value  of  $21,704.65  was  reissued  and  $10,708.94  was  disposed  of 
by  local  sales  from  the  storehouse  for  obsolete  material.  Much  of  the 
dbsolete  material  and  equipment  was  advertised  for  sale  in  February; 
the  bids  on  18  classes  were  rejected  and  awards  made  on  8  classes  for 
the  sum  of  $20,858. 

On  September  26,  1911,  a  contract  was  entered  into  for  the  sale  of 
all  French  scrap  on  the  Isthmus  as  it  lies  for  a  consideration  of 
$215,000.  Approximately  10,000  tons  have  been  collected  for  ship- 
ment. About  4,603  tons  of  American  scrap  were  collected  at  the 
Empire  and  Gorgona  shops  and  stored  at  Mount  Hope.  Of  this 
amount  1,892  tons  were  shipped  and  sold  in  New  York  at  an  average 
price  of  $10.35  per  ton,  the  net  price  realized  being  about  $5  per  ton. 
Sales  of  scrap  screening,  rope,  rubber,  hose,  and  rubber  belting  con- 
tinued throughout  the  year.  A  contract  was  entered  into  October  12, 
1911,  for  delivery  at  New  York  of  the  screening  at  $8.25  per  hundred- 
weight, rope  at  $2.18  per  hundredweight,  rubber  at  $2.10  per  hundred- 
weight, and  hose  at  $2.50  per  hundredweight. 

The  work  done  for  the  sanitary  department,  consisting  of  grass 
and  brush  cutting,  disposal  of  night  soil  and  garbage,  continued  as 
heretofore.  In  accordance  with  the  recommendations  of  a  board,  the 
grass-cutting  areas  in  the  various  districts  were  plotted  and  measured 
and  regulations  compiled  for  sanitary  inspectors  and  district  quar- 


REPOBT  OF  CHAIRMAN  AND  CHIEF  ENGINEER.  53 

termasters  with  reference  to  the  method  of  handling  work  performed 
by  the  quartermaster's  department  for  the  department  of  sanitation. 
Less  grass  cutting  has  been  done  since  January  9,  1912,  as  objection 
was  raised  by  the  sanitary  department  that  keeping  the  grass  cut 
close  around  quarters  was  not  necessary  except  for  aesthetic  reasons, 
and  that  it  could  be  allowed  to  grow  a  foot  high,  so  far  as  sanitary 
purposes  are  concerned.  As  there  are  no  funds  available  except  for 
sanitary  grass  cutting,  no  work  of  this  kind  is  done  under  existing 
regulations  except  on  requests  by  the  sanitary  department.  The 
cost  of  the  sanitary  work  done  by  the  quartermaster's  department 
amounted  to  $251,768.07. 

The  regular  delivery  work  done  by  the  quartermaster's  department 
was  continued,  and,  in  addition,  delivery  service  was  furnished  to  the 
Tenth  Infantry.  Horse  mowing  machines  were  introduced  into  all 
districts,  which  necessitates  the  use  of  more  teams  by  the  sanitary 
department.  Twenty-four  horses  and  mules  were  condemned  and 
destroyed,  10  condemned  and  sold,  6  were  killed,  and  8  died — ^a  total 
of  48.  No  animals  have  been  purchased  for  over  three  years,  and  the 
service  of  those  now  in  the  corrals  averages  ov^r  six  years. 

The  quartermaster's  department  attends  to  all  purchases  on  the 
Isthmus,  and  the  amount  expended  aggregated  $2,639,416.09,  of 
which  $1,540,700.65  were  for  the  purchase  of  coal  from  the  Panama 
Railroad  Co.,  $978,055.26  for  the  purchase  of  crude  oil  from  the 
Union  Oil  Co.,  and  $96,176.24  for  miscellaneous  purchases  from  the 
Panama  Railroad  Co.,  leaving  $24,035.94  for  the  purchase  of  miscel- 
laneous supplies  from  local  merchants.  The  balance  was  used  for 
postage  stamps. 

For  further  information  concerning  the  operations  of  this  de- 
partment, attention  is  invited  to  Appendix  J. 

SUBSISTENCE  DEPABTMENT. 

The  subsistence  department  is  charged  with  the  operation  of  the 
Isthmian  Canal  Commission  hotels,  messes,  and  kitchens,  and  is  in 
charge  of  Lieut.  Col.  Eugene  T.  Wilson,  United  States  Army,  as 
subsistence  officer. 

On  June  30,  1912,  this  department  was  operating  19  line  hotels,  3 
night  restaurants,  18  European  laborers'  messes,  and  18  common 
laborers'  kitchens — an  increase  of  2  messes  and  4  kitchens  over  last 
year.  The  hotel  and  kitchen  at  Nombre  de  Dios  and  the  hotel  at 
Tabemilla  were  closed  because  of  c(«ipletion  of  the  work  at  these 
points.  One  of  the  two  messes  at  Bas  Obispo  was  also  closed. 
Hotels,  messes,  and  kitchens  were  opened  at  Naos  Island  and  Mar- 
garita Island,  a  mess  and  kitchen  at  Cerro,  and  kitchens  at  Rio 
Grande  and  Paraiso.  The  revenue  from  the  line  hotels,  restaurants, 
messes,  and  kitchens  was  $1,263,869.81,  an  increase  of  $9,607.41  over 
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the  previous  year.  The  total  cost  of  operations  was  $1,226,352.16, 
an  increase  of  $4,882.90.  The  profit  was  $37,617.65,  an  increase  of 
$4,724.51  over  the  previous  year.  The  total  number  of  meals  served 
in  the  line  hotels  was  2,075,385,  6.38  per  cent  less  than  during  the 
previous  year;  the  total  number  of  rations  served  in  European 
laborers'  messes  was  1,108,175,  5.09  per  cent  more  than  during  the 
year  previous;  the  total  number  of  rations  served  in  common  labor- 
ers' kitchens  was  584,457,  31.49  per  cent  more  than  during  the  previ- 
ous year.  The  expenditures  in  salaries  and  wages  for  line  hotels, 
restaurants,  messes,  and  kitchens  was  $162,006.78,  a  saving  of 
$10,022.74,  as  compared  with  the  previous  fiscal  year.  As  the  result 
of  the  year's  operations,  the  line  hotels  and  restaurants  showed  a 
loss  of  $12,085.37,  the  European  laborers'  messes  showed  a  profit  of 
$38,455.78,  and  the  common  laborers'  kitchens  showed  a  profit  of 
$11,147.24. 

The  accommodations  of  the  Hotel  Tivoli  were  increased  during  the 
year  by  building  lo  it  a  new  wing,  thereby  increasing  the  number  of 
rooms  opening  on  private  baths  from  28  to  90.  New  fm'niture  and 
other  equipment  to  the  value  of  approximately  $10,000  were  pur- 
chased, the  greater  part  of  this  equipment  being  for  the  new  rooms. 
The  hotel  was  operated  at  a  profit  of  $53,652,36. 

For  further  particulars  concerning  the  operations  of  the  subsist- 
ence department,  attention  is  invited  to  Appendix  K. 

EXAMINATION  OF  ACCOUNTS  AND  DISBUBSEMENTS. 

EXAMINATION  OF  ACCOUNTS. 

The  duties  of  the  examiner  of  accounts  were  outlined  in  detail  in 
the  annual  report  of  1909  and  have  continued  with  but  little  change 
during  the  year  just  ended.  The  department  was  in  charge  of  Mr. 
H.  A.  A.  Smith. 

The  system  of  bookkeeping  by  which  a  record  is  kept  of  classified 
expenditures  for  the  construction  of  the  canal  was  extended  to 
include  accounts  for  the  department  of  law,  terminal  facilities  at 
Cristobal  and  Balboa,  lighting  and  buoying  the  canal,  inspection  of 
lock  gates,  installation  of  lock  machinery,  emergency  dams,  and  the 
fortifications,  with  their  usual  detailed  distribution.  Since  the 
establishment  of  the  method  of  absorbing  plant  charges,  begun  July 
1,  1909,  a  total  of  $25,226,779.74  has  been  charged  to  construction 
costs  up  to  June  30,  1912,  leaving  a  balance  of  $3,590,949.49  still  to 
be  absorbed.  The  classification  of  accounts  recommended  by  the 
Commission  on  Economy  and  Efficiency  for  all  Government  depart- 
ments would  necessitate  a  radical  departure  from  that  now  in  use, 
and,  because  of  the  small  remaining  portion  of  the  work  of  construc- 
tion and  the  confusion  that  a  change  at  this  time  would  create,  it 
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was  recommended  that  the  new  system  be  not  put  in  force  on  the 
Isthmus  until  after  the  accounting  method  has  been  adopted  for  the 
operation  and  maintenance  of  the  canal.  This  was  approved  by  the 
President  of  the  United  States.  • 

The  financial  accounts  of  employees  making  collections  or  report- 
ing charges  for  collections  were  carefully  audited.  Bills  against 
employees  and  outside  parties  for  charges  due  the  commission  on 
account  of  services  and  materials  increased  during  the  year,  the 
monthly  average  being  490. 

The  required  administrative  examination  of  the  disbursing  offi- 
cer's accounts  was  made  monthly.  A  careful  check  was  made  of 
unpaid  salaries  and  wages  representing  amounts  earned  by  employees, 
but  for  various  reasons  not  collected.  The  balance,  which  has  been 
accumulating  since  the  beginning  of  the  work,  amounted  to  $238,- 
684.02  on  June  30,  1912. 

Under  the  revised  agreement  with  the  Republic  of  Panama  for  the 
construction  and  maintenance  of  waterworks,  sewers,  and  pavements 
within  the  cities  of  Panama  and  Colon  and  for  the  reimbursement 
of  such  expenditures  to  the  United  States,  there  were  expended 
$1,432,110.68  in  the  city  of  Panama  and  $1,297,566.04  in  the  city  of 
Colon,  a  total  of  $2,729,676.72,  while  during  the  same  period  $757,- 
025.76  were  reimbursed,  of  which  $219,163.92  was  for  interest. on 
outlay,  leaving  a  balance  due  the  United  States  of  $2,191,814.88. 
Included  in  the  reimbursed  amount  is  $27,830.51,  representing  the 
value  of  water  used  by  the  Isthmian  Canal  Commission  in  the  two 
cities. 

There  are  49  bonded  employees  engaged  in  issuing  coupon  books 
and  meal  tickets.  During  the  year  593,900  coupon  books  and  over 
1,700,000  meal  tickets  were  issued  and  proper  collections  made.  On 
June  1, 1912,  the  method  of  selling  commissary  books  for  cash  by  the 
commissary  department  of  the  Panama  Railroad  Co.  was  installed 
at  several  points,  in  addition  to  the  existing  practice  of  issuing  books 
for  payment  by  pay-roll  deduction.  This  practice  reduced  to  some 
extent  the  work  of  the  issuing  clerks  and  increased  the  volimie  of 
business  in  the  commissaries  during  the  early  and  latter  parts  of  the 
month  on  the  days  when  the  issue  of  commissary  books  was  prohib- 
ited. The  purchase  and  the  issue  of  commissary  books  to  issuing 
clerks  were  transfered  to  the  Panama  Railroad  Co.  on  July  1,  1912. 
During  the  year  $3,123,220.96  were  paid  the  railroad  company  on 
account  of  commissary  coupon  books  issued  and  collected  by  the 
commission. 

The  accounts  of  all  bonded  employees  charged  with  the  collection 
of  funds  were  inspected  at  frequent  and  irregular  periods,  as  in  the 
past.  A  more  complete  and  detailed  checking  of  the  accounts  of  post 
offices,  hospitals,  and  Hotel  Tivoli  was  instituted  during  the  year, 
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made  necessary  by  the  great  and  increasing  volume  of  business  and 
by  the  installation  of  the  postal  savings  system.  Effective  November 
1,  1909,  the  Illinois  Surety  Co.  executed  a  schedule  bond  covering 
employees  of  the  isthmian  Canal  Commission  and  the  Canal  Zone 
Government  who  were  required  to  give  bond  imder  the  regulations, 
with  the  understanding  that  the  bond  was  to  run  for  a  period  of  three 
years.  To  avoid  the  diflBculties  incident  to  a  change  in  surety  com- 
panies just  as  the  canal  work  is  being  completed,  arrangements  were 
made  with  the  surety  company  to  continue  the  bond  in  effect  from 
year  to  year  from  July  1,  1912,  at  the  rate  heretofore  paid — $3  per 
thousand. 

The  number  of  claims  audited  and  vouchers  prepared  during  the 
year  totaled  3,440,  involving  disbursements  to  the  amount  of 
$10,440,047.25,  of  which  over  $9,000,000  represents  payments  to  the 
Panama  Railroad  Co.  The  increase  in  number  of  claims  is  largely 
due  to  payments  to  landowners  and  others  in  the  region  to  be  occu- 
pied by  Gatun  Lake.  Unsettled  claims  at  the  end  of  the  year 
amounted  to  $114,176.99,  of  which  $73,107.05  included  several  large 
claims  for  land  purchased  but  not  yet  completed  for  payment. 

To  the  largest  division  of  the  office  is  assigned  the  duty  of  auditing 
the  pay  rolls  of  the  commission  and  keeping  up  the  personnel  file  of 
gold  employees.  There  are  121  pay  rolls  each  month,  carrying  in  the 
aggregate  over  36,000  payments  involving  approximate  monthly  dis- 
bursements of  $1,500,000..  They  include  not  only  the  amount  paid  to 
each  employee,  but  deductions  made  on  account  of  amounts  due  the 
United  States  or  the  Panama  Railroad  Co.  To' this  division  is  also 
assigned  the  duty  of  examining  recommendations  for  meritorious 
sick  leave,  which  during  the  year  totaled  5,141  cases  and  resulted  in 
payments  amounting  to  $55,838.25. 

In  the  time-inspection  division  the  number  of  districts  has  been 
reduced  to  three,  the  senior  inspectors  being  located  at  Ancon, 
Empire,  and  Gatun,  and  a  reduction  in  the  force  of  inspectors  was 
made  from  46  to  42  without  detriment  to  the  work. 

Verification  of  the  cash  balance  in  the  hands  of  the  disbursing 
officer  was  made  by  witnessing  the  transfers  of  cash  and  cash  values 
between  the  disbursing  officer  and  his  assistant  on  September  1  and 
November  1, 1911,  and  a  complete  check,  including  a  count  of  all  cash 
on  hand,  was  made  on  December  15, 1911. 

The  examiner  of  accoimts  handles  claims  that  arise  under  the 
employers'  liability  act.  In  accordance  with  section  5  of  the  act  of 
March  4,  1911,  claims  totaling  1,849  were  filed  during  the  year  on 
account  of  injuries  received  in  the  course  of  employment  and  50 
claims  on  account  of  deaths — a  total  of  1,899.  Of  these,  1,410  injury 
claims  and  31  claims  on  account  of  death  were  allowed;  167  injury 
claims  and  18  death  claims  were  disapproved ;  174  injury  claims  were 
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for  less  than  15  days,  hence  were  settled  on  pay  rolls,  and  at  the  close 
of  the  year  there  were  98  injury  and  1  death  claims  under  investiga- 
tion. The  total  amount  paid  out  during  the  year  in  these  claims  was 
$259,993.14.  From  the  effective  date  of  the  act  (Aug.  1,  1908)  to 
June  80,  1912,  $691,753.07  were  paid  to  employees  for  injuries  re- 
ceived in  the  course  of  employment,  including  meritorious  sick  leaves. 

A  new  system  of  accounting  will  «have  to  be  introduced  for  the 
operation  and  maintenance  of  the  canal,  and  all  accounting  on  the 
Isthmus  shoidd  be  under  one  head.  This  will  include  receipts  from 
tolls  and  from  the  sale  of  supplies  of  all  kinds,  and  disbursements 
of  appropriations  by  Congress,  and  of  all  collections  resulting  from 
sales  of  supplies  which  the  law  makes  applicable  for  use;  it  should 
include  property  accountability,  as  well  as  collections,  disbursements, 
and  auditing  of  the  Panama  Railroad  on  the  Isthmus  and  of  the 
Canal  2iOne  government;  also  cost  keeping.  The  system  should  be  an 
up-to-date  accounting  system  and,  as  the  Commission  on  Economy 
and  Efficiency  has  established  an  accounting  system  for  the  various 
departments  of  the  Government,  it  is  believed  that  this  commission 
is  better  able  to  prepare  a  proper  system  to  meet  the  wants  of  the 
Isthmus  than  can  be  done  by  a  board  composed  of  men  employed 
there.  It  has  been  recommended  that  this  course  be  taken  with  a 
view  to  outlining  and  adopting  a  system  to  meet  the  new  conditions 
at  as  early  a  date  as  practicable. 

As  already  noted,  Congress  has  appropriated  $293,561,468.58  on 
account  of  canal  work  and  chargeable  against  the  authorized  bond 
issue.  To  June  30, 1912,  $5,856,426.77  were  collected  and.retumed  to 
the  Treasury  as  ^'  miscellaneous  receipts,^'  and  this  amount  should  be 
deducted  from  the  total  appropriations  in  order  to  determine  the  net 
amount  available  for  actual  canal  purposes.  On  the  other  hand,  the 
commission  has  received  benefit  from  moneys  collected  which  was  not 
expected  when  the  estimates  of  1908  were  prepared,  namely,  water 
rentals  paid  by  the  Republic  of  Panama  as  a  repayment  of  the 
amount  expended  in  installing  waterworks,  sewers,  and  pavements  in 
the  cities  of  Panama  and  Colon,  and  the  net  receipts  from  the  sale  of 
acrap.  To  June  80  the  commision  has  had  the  use  of  $625,654.54,  re- 
ceived from  the  water  rentals;  $67,492.60,  received  from  the  sale  of 
French  scrap,  and  $98,605.75,  received  from  the  sale  of  American 
scrap,  or  a  total  of  $791,752.89.  The  total  amount  available  for  canal 
work  under  its  various  departments  to  June  30, 1912,  was,  therefore, 
$288,496,794.70. 

The  examiner  of  accounts  is  also  auditor  for  the  Canal  Zcne  gt)v- 
emment.  He  receives,  examines,  and  settles  all  accounts  pertaining 
to  the  revenues  of  the  Canal  Zone  government  and  expenditures 
therefrom.  This  includes  nearly  600  monthly  accounts.  The  total 
revenues  for  the  year  were  $370,272.81  and  the  expenditures  $312,- 
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469.75.  The  increase  in  expenditures  during  the  year  is  principally 
>  due  to  the  increase  in  construction  and  maintenance  of  roads  and 
trails  and  the  payments  made  steamship  companies  on  account  of 
ocean  transportation  of  mails  covering  the  period  from  1905  to  the 
present  time.  There  has  been  a  falling  off  in  revenues,  due  to  the 
abandonment  of  sf>me  of  the  districts,  and  as  other  towns  are  aban- 
doned the  revenues  obtained  by  taxation  and  rentals  v^ill  continue 
to  be  reduced.  ^  During  the  year  the  average  monthly  balance  in 
Washington  was  $1,121,707.64  and  that  on  deposit  on  the  Isthmus 
$43,625.73,  the  interest  on  which  amounted  to  $20,784.96. 
For  further  particulars,  attention  is  invited  to  Appendix  L. 

DISBURSEMENTS. 

The  work  of  this  department  embraces  the  securing  of  and  dis- 
bursing the  necessary  funds  and  the  accounting  for  all  moneys  paid 
out  or  collected,  as  well  as  the  issuance  of  hotel  and  commissary 
books  and  meal  tickets  to  the  various  departments  of  the  commis- 
sion.   It  is  in  charge  of  Mr.  E.  J.  Williams,  disbursing  officer. 

The  total  amount  paid  out  by  the  disbursing  officer  on  pay  rolls 
aggregated  $19,407,398.90,  in  addition  to  which  $10,465,634.09  were 
paid  out  in  settlement  of  public  bills  and  on  reimbursement  vouchers. 
The  value  of  hotel  books,  commissary  books,  and  meal  tickets  issued 
totaled  $4,591,510.50. 

For  further  details,  attention  is  invited  to  Appendix  M. 

DEPARTMENTS  OF  CIVIL  ADMINISTRATION  AND  LAW. 

CIVIL  ADMINISTRATION. 

The  organization  of  the  department  of  civil  administration  re- 
mained substantially  as  described  in  former  annual  reports  and  con- 
tinued in  charge  of  Mr.  Maurice  H.  Thatcher. 

Five  ordinances  were  enacted  by  the  Isthmian  Canal  Commission 
and  approved  by  the  Secretary  of  War;  the  more  important  were 
for  night  quarantine  inspection  of  vessels  at  the  port  of  Colon; 
establishing  market  regulations  for  the  Canal  Zone,  and  instituting 
a  reciprocal  license  tax  upon  motor  vehicles  licensed  in  the  Canal 
Zone  and  in  the  Kepublic  of  Panama. 

Negotiations  carried  on  with  the  officials  of  the  Republic  of  Pan- 
ama included  the  following  subjects:  Charging  of  fees  by  Panama 
consuls  in  San  Francisco  for  the  certification  of  manifests  covering 
shipments  designed  for  the  port  of  Ancon;  adoption  of  laws  and 
regulations  by  the  Kepublic  of  Panama  governing  the  navigation  of 
waters  imder  its  jurisdiction  uniform  with  those  of  the  Canal  Zone ; 
occupancy  of  public  lands  of  the  Eepublic  by  persons  forced  to 
vacate  lands  in  the  Gatun  Lake  area;  exercise  of  Canal  Zone  juris- 
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diction  over  Gatun  Lake  areas  lying  within  the  territory  of  the 
Republic;  operation  of  the  Chinese-exclusion  law  in  the  Kepublic 
and  in  the  Zone ;  adjustment  of  automobile  license  taxes ;  interference 
with  United  States  mails  in  the  city  of  Colon;  transfer  by  the 
Panama  Bailroad  Co.  to  the  Panama  Government  of  certain  lots 
in  exchange  for  land  situated  opposite  the  Hotel  Tivoli;  operation 
of  schools  for  Panaman  children  by  the  Government  of  Panama 
within  the  Canal  Zone ;  extradition  to  the  United  States  of  persons 
charged  with  carrying  on  white-slave  traffic;  extradition  from  the 
Canal  Zone  to  Panama  of  persons  charged  with  crime ;  deportation 
of  gamblers  and  other  undesirable  characters  living  in  Panama  and 
Colon ;  the  operation  of  saloons  in  Colon  near  the  Zone  line ;  enforce- 
ment of  the  laws  of  the  Republic  prohibiting  the  recruiting  of  labor- 
ers; attempted  exercise  of  police  authority  on  Zone  territory  by  police 
officers  of  the  Republic;  administration  of  estates  of  citizens  of 
Panama  who  die  in  the  Canal  Zone;  celebration  of  marriages  in  the 
Republic  of  Panama  by  Protestant  ministers ;  customs  inspection  of 
baggage  at  the  Panama  City  railroad  station  by  officials  of  the  Re- 
public ;  repatriation  of  alien  patients  in  the  Ancon  Insane  Asylum  at 
the  expense  of  the  l^anama  Government;  the  construction  of  build- 
ings, streets,  sewers,  and  other  improvements;  and  the  maintenance 
of  proper  water  service  in  Colon  and  Panama.  The  relations  of  the 
commission  with  the  Republic  of  Panama  and  with  foreign  repre- 
sentatives  continued  satisfactory. 

In  the  last  annual  report  recommendation  was  made  for  the  de- 
population of  the  Canal  Zone,  and  the  reasons  on  which  it  was  based 
were  stated  therein.  The  question  arose  as  to  the  number  of  people 
that  would  be  affected  if  such  a  course  were  pursued.  A  census, 
taken  as  of  June  23,  1908,  over  four  years  ago,  showed  the  popula- 
tion to  be  50,003,  but  the  accuracy  of  this  was  questioned  by  the 
sanitary  department,  which  at  that  time  was  reporting  a  population 
of  upward  of  70,000.  This  number  had  grown  to  over  90,000,  and 
was  so  much  in  excess  of  the  force  report  that  the  impression  obtained 
that  the  number  to  be  moved  in  case  depopulation  were  resorted  to 
would  be  upward  of  20,000  or  30,000.  It  was  therefore  thought  ad- 
visable to  take  a  new  census  and  to  employ  for  it  persons  experienced 
in  th^t  line  of  work.  Arrangements  were  made  with  the  Census 
Bureau  at  Washington  for  transfer  to  the  Isthmus  of  two  of  its  ex- 
perts, and  the  work  was  placed  under  the  department  of  civil  admin- 
istration. The  census,  taken  as  of  February  1,  1912,  resulted  in  the 
following:  Zone  population  (including  the  territory  of  the  Canal 
Zone,  the  commission  settlements  at  Porto  Bello  and  Nombre  de*Dios, 
Colon  Beach  and  Taboga  Sanitarium) ,  62,810.  Employees  of  the  com- 
mission, Panama  Railroad  Co.,  and  various  canal  contractors  num- 
bered, as  of  February  1, 1912,  42,174.    Of  the  62,810  persons  enumer- 
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ated  in  the  Canal  Zone,  1,521  were  Colombians  and  7,363  were  Pana- 
mans;  of  the  total  9,157,  4,870  were  males.  This  number  repre- 
sents more  closely  the  probable  number  that  would  be  affected  by  the 
depopulation  of  the  Zone.    The  total  cost  of  the  census  was  $12,815.74. 

During  the  year  the  board  of  local  inspectors  issued  34  licenses  to 
pilots;  9  to  masters,  4  of  which  were  issued  as  joint  master-pilot 
licenses;  10  to  mates;  and  11  to  engineers — a  total  of  64.  There  were 
also  issued  between  July  1,  1911,  and  November  14,  1911,  under  the 
provisions  of  the  law  then  in  force,  15  certificates  of  seaworthiness  to 
launches.  Licenses  were  also  issued  to  97  chauffeurs  under  the  pro- 
visions of  the  ordinance  approved  by  the  Secretary  of  War  on  April 
26, 1911. 

Postage  sales  for  the  fiscal  year  amounted  to  $87,694.41,  an  increase 
of  $4,800.69  over  the  previous  year.  There  were  146,633  registered 
letters  and  parcels  handled,  of  which  47  per  cent  was  official  matter. 
Money  orders  to  the  number  of  227,680,  having  a  total  value  of 
$1,915,077.29,  were  issued,  on  which  fees  aggregating  $22,889.90  were 
collected.  Of  the  money  orders  issued  during  the  year,  orders 
amounting  to  $3,834,251.55  were  made  payable  without  and  $1,080,- 
825.74  within  the  limits  of  the  Canal  Zone.  Under  an  Executive 
order  dated  September  8,  1911,  a  postal  savings  system  was  estab- 
lished on  February  1,  1912,  in  the  post  offices  of  the  Canal  Zone.  At 
the  close  of  the  fiscal  year  there  was  on  deposit  in  these  postal  savings 
banks  a  total  of  $356,947.  There  were  in  the  post  offices  of  the  Canal 
Zone  on  the  same  date  unpaid  money  orders  aggregating  $332,141.60, 
drawn  to  the  order  of  the  remitter  and  payable  at  the  office  of  issue. 

During  the  year  327  vessels  entered  the  port  of  Ancon,  with  a  total 
tonnage  of  619,422,  and  the  same  number  of  vessels  cleared,  with  a 
tonnage  of  622,023.  At  Cristobal  284  vessels  entered,  with  a  tonnage 
of  784,156,  and  282  vessels  cleared,  with  a  tonnage  of  775,445. 

On  June  30, 1912,  there  were  in  force  858  leases,  of  which  575  were 
for  building  lots  and  258  for  agricultural  lands — a  decrease  of  1,383 
as  compared  with  the  niunber  of  leases  in  force  on  June  30,  1911. 
The  leases  for .  agricultural  lands  covered  352  hectares.  Rents  col- 
lected during  the  year  amounted  to  $16,033.54.  A  total  of  $122,674.54 
was  collected  from  general  taxes  and  licenses;  of  this  amount, 
$5,083.71  were  for  distillation  taxes;  $55,200  for  licenses  for  the  sale 
of  liquor  at  retail ;  $1,137.83  for  license  fees  from  insurance  companies 
doing  business  in  the  Canal  Zone ;  and  $2,059  for  licenses  for  motor 
vehicles. 

During  the  year  60  estates  were  settled,  and  on  June  30, 1912,  there 
were  98  estates  in  the  course  of  settlement.  The  money  handled  on 
account  of  the  administration  of  estates  was  $7,306.31. 

At  the  end  of  the  fiscal  year  the  organization  of  the  police  force 
remained  the  same  as  it  was  at  the  time  the  last  annual  report  was 
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written.  There  were  7,055  arrests  made  during  the  year,  of  which 
number  6,452  were  males  and  603  females.  Of  the  total  number  of 
persons  arrested,  79  per  cent  were  convicted.  On  June  30, 1912,  there 
were  141  convicts  confined  in  the  penitentiary  at  Culebra,  who  were 
kept  at  work  on  public  roads,  and  the  value  of  their  work,  on  the 
basis  of  10  cents  an  hour,  was  $28,126.95.  The  cost  of  guarding,  sub- 
sisting, and  clothing  the  convicts  was  $35,325.03.  A  stockade  was 
erected  on  the  Mandingo  River  for  the  temporary  housing  of  con- 
victs while  building  the  Empire-Chorrera  Boad.  Slides  on  the  west 
bank  of  Culebra  Cut  made  necessary  the  demolition  of  the  peniten- 
tiary buildings  at  Culebra. 

The  only  changes  in  the  organization  of  the  division  of  fire  pro- 
tection were  a  reduction  of  one  in  the  number  of  firemen  and  the 
employment  of  a  motor  engineer.  The  new  concrete  fire  station  at 
Cristobal,  described  in  the  last  annual  report,  was  completed  and 
occupied  early  in  January.  The  small  station  at  Balboa  was  re- 
moved to  make  room  for  the  construction  of  the  terminals  at  that 
point.  The  Tivoli  station  was  altered  to  accommodate  one  of  the 
two  new  combination  automobile  fire  engines  and  hose  wagons  which 
were  purchased  during  the  year.  There  were  333  alarms  of  fire  re- 
sponded to,  18  of  which  were  false.  Of  the  315  fires,  6  were  in  the 
city  of  Panama  and  2  in  the  city  of  Colon ;  196  were  in  Government 
property  and  21  in  property  of  the  Panama  Bailroad  Co.  The  value 
of  Government  and  railroad  property  involved  was  reported  to 
be  $1,755,685.58.  The  total  lo63  was  estimated  at  $4,638.58  for  Gov- 
cmment  property  and  $101  for  property  of  the  Panama  Bailroad 
Co.  The  largest  fire  on  the  Zone  totally  destroyed  two  private  frame 
dwellings  at  Miraflores  and  caused  a  loss  of  $5,000.  The  year's  fires 
resulted  in  12  injuries  from  burns ;  two  deaths  occurred,  one  from  the 
explosion  of  gasoline  fumes  and  the  other  from  an  explosion  of 
alcohol. 

There  was  no  change  in  the  organization  of  the  division  of  public 
works.  In  the  city  of  Panama  1,985  water  connections  have  been 
made  to  date,  and  on  June  30,  1912,  35  applications  were  pending. 
The  collections  of  water  rents  from  private  consumers  for  the  first 
three  quarters  of  the  year  in  the  city  of  Panama  were  $67,491.75,  and 
bills  rendered  for  the  last  quarter  aggregated  $25,436.25.  For  the 
second  and  third  quarters  of  the  fiscal  year  the  water  collection  ex- 
ceeded requirements  by  $4,293.26,  which  amount  was  placed  in  the 
amortization  fund  to  be  applied  to  the  reduction  of  the  cost  of  water- 
works, sewers,  and  pavements.  In  the  city  of  Colon  731  connections 
have  been  made  with  water  mains,  and  at  the  end  of  the  year  there 
were  45  applications  pending.  Collections  in  Colon  from  private 
consumers  and  from  the  commission  and  Panama  Bailroad  Co.  dur- 
ing the  first  three  quarters  amounted  to  $58,631.20,  and  the  net 
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amount  of  bills  rendered  for  the  fourth  quarter  was  $20,623.80.  The 
Republic  of  Panama  paid  $10,943.11  in  order  to  liquidate  its  propor- 
tionate part  of  the  cost  of  the  water,  sewer,  and  street  systems.  In 
the  Canal  Zone  691  water  connections  have  been  made.  From  the 
eight  public  markets  in  operation  during  the  year  a  revenue  of 
$4,183.96  was  derived  in  rent. 

The  organization  of  the  division  of  schools  consisted  of  1  super- 
intendent, 2  clerks,  1  supervisor  of  primary  grades,  2  supervisors  of 
children,  1  principal  of  high  school,  7  principals  of  grammar  schools, 
66  teachers,  and  1  gardener,  the  last  named  being  temporarily  em- 
ployed. The  school  year  opened  October  1, 1911,  with  an  enrollment 
of  2,105  children— 1,174  whites  and  931  blacks.  On  June  30,  1912, 
26  buildings  were  used,  11  for  white  schools  and  15  for  colored 
schools.  Medical  inspection  of  the  pupils,  inaugurated  during  the 
preceding  year,  was  continued. 

The  supreme  court  held  12  sessions  during  the  year.  It  affirmed 
decisions  of  the  circuit  court  in  4  criminal  cases  and  reversed  the 
ruling  of  that  court  in  1  criminal  case.  At  the  beginning  of  the 
year  4  civil  cases  were  pending  in  the  supreme  court,  6  were  filed, 
and  8  disposed  of.  In  the  circuit  courts  567  criminal  cases  were  in- 
stituted, out  of  which  number  there  were  353  convictions,  126  acquit- 
tals, and  84  dismissals,  leaving  23  cases  pending  at  the  close  of  the 
year.  There  were  541  civil  cases  filed  during  the  year,  414  of  which 
were  disposed  of  and  127  were  pending  on  June  30, 1912.  In  the  dis- 
trict courts  7,128  criminal  cases  were  instituted,  5,183  convictions 
secured,  1,063  acquittals,  350  dismissals,  528  appeals  to  the  circuit 
courts,  leaving  4  cases  pending  at  the  close  of  the  year.  There  were 
1,305  civil  actions  brought,  1,280  of  which  were  disposed  of  and  25 
pending  on  June  30, 1912. 

At  the  beginning  of  the  fiscal  year  there  were  $197,207.56  in  the 
Zone  treasury,  and  during  the  year  collections  amounted  to 
$370,272.81.    Expenditures  for  the  year  totaled  $312,459.75. 

For  further  particulars  concerning  the  work  of  this  department, 
attention  is  invited  to  Appendix  N. 

DEPARTMENT  OF  LAW. 

The  organization  and  duties  of  the  department  of  law  were  de- 
scribed in  detail  in  the  last  annual  report  and  remained  unchanged 
throughout  the  year.  The  department  continued  in  charge  of  Judge 
Frank  Feuille. 

Congressional  legislation  affecting  the  canal  was  not  enacted  until 
after  the  close  of  the  fiscal  year.  On  August  24  the  Panama  Canal 
act  was  made  effective  and  the  sundry  civil  act  approved  on  the  same 
date,  making  appropriations  for  the  current  fiscal  year,  contains 
legislative  provisions  affecting  the  canal.    In  addition  to  the  fore- 
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going,  16  Executive  orders  having  the  effect  of  law  were  issued  dur- 
ing the  year  to  provide  for  cases  and  conditions  which  had  arisen 
and  which  necessitated  the  enactment  of  provisions  to  cover  them. 
Copies  of  the  laws  and  Executive  orders  are  appended  hereto, 
marked  Appendix  T. 

Attention  has  already  Ix^en  called  to  the  necessity  of  a  revision  of 
the  Canal  Zone  laws,  in  order  that  legislation  might  be  brought 
under  one  complete  correlated  system.  The  zone  is  now  governed 
by  laws  of  Colombia,  of  Panama,  by  executive  orders  of  the  Presi- 
dent, and  ordinances  of  the  commission.  The  head  of  the  depart- 
ment of  law  advocates  remedying  the  existing  faulty  condition 
by  embracing  in  one  code  all  the  Colombian  and  Panaman  laws 
which  it  is  deemed  expedient  to  keep  and  repealing  all  the  others. 
A  revision  of  the  administrative  laws  is  also  necessary,  but  nothing 
was  done  in  the  direction  of  cither  pending  the  attitude  of  Congress 
toward  the  canal  and  the  Canal  Zone.  The  work  of  revision  has 
been  assigned  to  the  department  of  law. 

The  assistant  prosecuting  attorney  handled  criminal  matters  in  the 
Zone  during  the  past  year  and  615  such  cases  were  disposed  of  in  the 
three  cinmits,  of  which  398  resulted  in  convictions,  139  in  acquittals, 
66  in  dismissals,  and  12  in  which  the  defendants  were  fugitives  and 
were  not  arrested.  This  makes  a  considerable  increase  in  the  num- 
ber of  criminal  cases  as  compared  with  the  previous  year,  due  in  part 
to  the  large  number  of  prosecutions  for  gambling  and  for  violations 
of  the  navigation  laws ;  an  increase  in  the  idle  population  is  probably 
responsible  to  some  extent.  During  the  year  four  criminal  cases  were 
passed  upon  by  the  Supreme  Court  of  the  Canal  Zone ;  two  resulted 
in  affirmance  of  the  judgment  of  the  circuit  court,  in  one  the  trial 
court's  finding  was  reversed,  and  the  fourth  was  a  habeas  corpus 
proceeding  brought  originally  in  the  supreme  court. 

Cases  arise  occasionally  in  which  unlawful  intrusions  are  made 
upon  public  lands,  but  there  is  no  authority  for  anyone  in  the  Canal 
Zone  to  submit  the  title  of  the  United  States  to  judicial  ascertain- 
ment. If  the  land  be  needed  for  canal  purposes,  the  intruders  are 
ordered  to  leave,  and  on  failure  to  do  so  are  ejected  by  the  police. 
When  the  lands  intruded  upon  are  not  needed  for  construction 
purposes,  appeal  is  taken  to  the  courts  in  order  to  evict  the  occupants. 
On  this  theory  several  suits  were  instituted  in  the  courts  on  behalf 
of  the  commission  and  225  acres  of  land  situated  between  the  ceme- 
tery at  Mount  Hope  and  the  quartermaster's  corral  at  Cristobal 
were  recovered  for  the  United  States  and  the  Panama  Railroad 
Co.  Several  disputed  land  claims  are  now  pending  which  might 
be  adjusted  amicably  if  the  commission  or  its  representatives  were 
authorized  by  Congress  to  Agree  upon  boundary  lines  with  the 
claimants. 


64  REPORT  ISTHMIAN   CANAL  COMMISSION. 

Several  small  tracts  of  lands  were  acquired  from  private  persons 
by  deed,  and  the  claims  in  these  cases  will  not  be  submitted  to  the 
joint  commission  for  an  adjustment  of  the  damages.  The  amount 
aggregated  approximately  979  hectares  and  the  consideration  was 
$9,318.  In  addition  31  quitclaim  deeds  were  taken  by  the  Panama 
Railroad  Co.  from  squatters  at  Toro  Point;  the  consideration  was 
$5,578. 

Revocable  licenses  to  the  number  of  295  were  issued  for  815  lots  in 
town  sites,  calling  for  an  annual  rental  of  $2,529.09.  The  siun  of 
$1,536  was  obtained  from  monthly  licenses  covering  27  rooms  in 
houses  belonging  to  the  commission  at  Gorgona,  and  $900  additional 
for  the  rental  of  one  house  at  the  same  place. 

For  further  details  concerning  this  department,  attention  is  in- 
vited to  Appendix  O. 

DEFABTMENT  OF  SANITATION. 

This  department  has  charge  of  sanitary  work  in  the  cities  of  Colon 
and  Panama  and.  except  oiling,  it  designates  the  sanitary  work 
to  be  done  in  the  Canal  Zone,  in  order  to  accomplish  the  desired 
ends,  to  the  construction  divisions  and  district  quartermasters,  and 
it  exercises  such  supervision  as  may  be  necessary  to  see  that  the  work 
is  done  properly.  In  addition,  the  department  has  charge  of  hos- 
pitals and  quarantine.  It  is  in  charge  of  Col.  William  C.  Gorgas, 
United  States  Army,  as  chief  sanitary  officer. 

The  work  in  the  terminal  cities  consists  in  cutting  grass  and  brush, 
oiling  pools,  constructing  and  maintaining  ditches  for  drainage 
purposes,  removal  of  garbage  and  night  soil,  fumigation,  and  street 
cleaning.  On  account  of  the  juxtaposition  of  Cristobal  and  Moimt 
Hope  to  Colon,  these  are  included  in  the  Colon  area,  and  for  the 
same  reason  Ancon  Hospital  grounds  are  incorporated  with  Panama. 
According  to  the  report  submitted,  the  work  done  in  Panama  con- 
sisted in  cleaning  398  miles  of  ditches,  digging  2.5  miles  of  ditches, 
and  clearing  118  acres  of  weeds  and  grass,  in  addition  to  oiling,  dis- 
infecting, and  fumigating.  In  the  Colon  district,  from  the  same 
source,  112.5  miles  of  ditches  were  maintained,  8  miles  of  ditches 
constructed,  and  217  acres  cleared  of  vegetation,  in  addition  to  oiling, 
disinfecting,  fumigating,  etc. 

The  impression  is  general  elsewhere  than  on  the  Isthmus  that  the 
sanitary  work,  in  the  way  of  clearing  land,  extends  over  the  entire 
area  included  within  the  limits  of  the  Zone,  so  that  it  is  interesting 
to  note  in  this  connection  that  of  the  278,848  acres  comprised  within 
those  limits  less  than  1,200  acres  are  kept  cleared  for  sanitary  J)ur- 
poses  and  on  sanitary  requests,  outside  of  the  military  reservations, 
where  the  work  is  done  by  the  troops.    What  clearing  may  be  done 
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around  groups  of  squatters  in  the  brush  is  not  done  under  sanitary 
supervision  nor  for  such  purpose,  and  is  relatively  small.  In  addi- 
tion, clearing  is  done  for  construction  purposes,  but  almost  the  en- 
tire Zone  is  in  its  original  condition  as  regards  brush  and  jungle. 

The  total  expense  for  sanitary  work  in  the  Canal  2iOne  and  in  the. 
cities  of  Panama  and  Colon  was  $596,608.73,  of  which  $67,968.19 
were  for  sanitation  proper  in  the  two  cities,  $409,205.84  for  sanitation 
proper  in  the  Zone,  $18,672.50  for  removal  of  garbage  and  street 
cleaning  in  the  two  cities,  and  $100,760.20  for  removal  of  garbage 
and  street  cleaning  in  the  Zone.  Of  the  amount  expended  for  sani- 
tation proper  in  the  Zone  the  construction  divisions  expended  $89,- 
725.17,  principally  in  the  maintenance  of  existing  ditches  and  the 
construction  of  new  ones  for  drainage  purposes ;  the  quartermaster's 
department,  $93,876.26  for  grass  and  brush  cutting;  the  sanitary 
department  used  719,835  gallons  of  oil,  costing  $18,862.81,  and  124,718 
gallons  of  larvacide,  costing  $23,751.64;  the  labor  expense  for  dis- 
tributing was  $18,820.05  and  $17,514.06,  respectively.  All  work  per- 
formed by  the  construction  divisions  and  the  quartermaster's  depart- 
ment was  done  under  the  direction  of  the  sanitary  department,  new 
ditching  being  done  in  accordance  with  plans  prepared  by  that  de- 
partment after  consultation  with  the  divisions  interested.  The  re- 
moval of  garbage  and  night  soil  in  the  Zone  was  done  by  the  quarter- 
master's department. 

Reporting  on  the  health  conditions  on  the  Isthmus,  the  chief  sani- 
tary officer  states  that  the  total  admissions  to  hospitals  and  sick  camps, 
including  those  sick  in  quarters  during  the  year,  was  48,307;  that 
the  daily  average  sick  was  22.91  out  of  every  thousand  employees  as 
against  24.77  for  1910-11  and  23.01  for  1909-10  on  the  basis  that  the 
total  numbers  employed  during  the  years  mentioned  were  50,008, 
49,129,  and  50,535,  respectively;  that  the  total  number  of  deaths 
among  employees  was  508,  of  which  35  were  Americans,  79  were 
white  employees  of  other  nationalities,  and  394  were  blacks ;  that  the 
total  number  of  deaths  from  violence  among  all  employees  was  154, 
as  against  178  for  the  preceding  year.  In  addition,  on  the  recom- 
mendation of  the  medical  examining  board,  193  deportations  were 
made,  141  for  disease  and  52  for  injuries. 

For  further  details  concerning  this  department,  attention  is  invited 
to  Appendix  P. 

BEGBBATION  OF  EMPLOYEES. 

On  June  30,  1912,  clubhouses  were  in  operation  at  Corozal,  Cule- 
bra,  Empire,  Oorgona,  Gatun,  Cristobal,  and  Porto  Bello,  under  the 
supervision  of  the  Young  Men's  Christian  Association.    During  the 
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year  bowling  alleys,  locker  rooms,  shower  baths,  and  a  barber  shop 
were  added  to  the  Corozal  clubhouse  at  a  cost  of  about  $5,000. 

The  average  monthly  membership  for  the  year  was  1,944,  as  against 
1,947  for  the  previous  year.  The  smallest  membership  for  any  month 
was  1,784  for  August,- 1911,  and  the  largest  was  2,092  for  June,  1912. 

The  total  expenditures  from  commission  funds  for  the  support  of 
these  clubhouses  aggregated  $50,565.61. 

For  further  details  of  the  operation  of  the  clubhouses  see  Ap- 
pendix Q. 

WASHINGTON  OFFICE. 

The  work  of  the  Washington  office  was  of  the  same  scope  as 
previously  reported,  and  continued  in  charge  of  Maj.  F.  C.  Boggs, 
United  States  Army. 

During  the  year  1,296  persons  within  the  United  States  were 
tendered  employment  for  duty  on  the  Isthmus  in  grades  above  that 
of  laborer;  632  accepted  and  were  appointed,  covering  51  different 
positions. 

The  total  amount  of  purchase  orders  placed  for  the  fiscal  year  was 
$10,446,551.23.  The  most  important  contracts  entered  into  were  for 
permanent  equipment  in  the  form  of  structural  lock  material,  $386,- 
274.60;  electric  locomotives  and  tracks,  $249,258.44;  spillway  gates 
and  materials,  $526,697.03 ;  machinery  for  the  operation  of  locks  and 
spillways,  $2,271,582.01 ;  and  hydroelectric  station,  $156,586.58. 
C)ther  important  purchases  included  10,105,000  pounds  of  dynamite, 
84,424,500  feet  of  lumber,  and  7,259  gross  tons  of  steel  rails.  Under 
a  contract  for  4,500,000  barrels  of  Portland  cement  entered  into 
January  7,  1909,  a  total  of  4,354,024  barrels  has  been  shipped,  of 
which  1,579,210  barrels  were  delivered  during  the  past  year. 

During  the  year  the  three  independent  inspecting  offices  were  con- 
tinued for  the  inspection  of  lock  gates  and  material  which  enter  into 
construction  of  the  locks  and  dams. 

For  further  details  attention  is  invited  to  Appendix  R. 

GENERAL  REMARKS. 

A  year  has  passed  since  the  last  annual  report,  in  which  was  noted 
the  dates  by  which  the  various  parts  of  the  work  were  to  be  com- 
pleted, and  the  situation  has  been  modified  somewhat,  so  that  more 
accurate  information  can  be  given  than  was  possible  at  thai;  time. 
The  division  engineer  of  the  central  division  reported  at  the  close  of 
the  year  that  if  no  more  material  due  to  slides  had  to  be  removed 
than  the  increase  wliich  the  revised  estimates  of  July  1,  1912,  con- 
templated, the  excav  'ion  through  Culebra  Cut  would  be  completed 
by  July  1,  1913,  or  t  .^  same  date  as  was  fixed  a  year  ago.  Though 
additional  slides  hav(.  occurred  since  the  close  of  the  fiscal  year,  there 
has  been  no  decrease  in  the  force,  so  that  it  is  still  possible  to  com- 
plete it  as  predicted,  though  the  date  must  depend  upon  the  slides. 
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In  the  Atlantic  division  concrete  work  at  the  north  end  of  the  locks 
remains  to  be  completed.  As  outlined  in  the  report,  excavation  in 
the  area  below  by  dredging  was  not  begun  until  February,  1912,  and 
it  is  reported  by  the  division  engineer  that,  due  to  slides,  the  date  . 
for  completing  the  concrete  will  now  be  June  30,  1913.  On  account 
of  increase  in  the  additional  quantity  of  dry  fill  that  must  be  added 
to  the  dam,  July  1,  1913,  is  now  the  date  fixed  for  c<xnpleting  this 
work,  and  August  1,  1913,  is  fixed  as  the  date  for  completing  the 
Oatun  spillway. 

In  the  Pacific  division  the  division  engineer  now  estimates  that 
the  locks  will  be  completed  in  their  entirety  by  January  1,  1913,  by 
which  date  the  dams  at  Pedro  Miguel  and  Miraflores  will  also  be 
finished,  and  that  the  spillway  at  Miraflores  Locks  will  be  completed 
by  June  30, 1913.  The  delay  of  seven  months  in  the  delivery  of  the 
dredge  Corozdl  threatened  to  cause  a  delay  in  completing  the  excava- 
tion in  the  channel  below  Miraflores  by  the  amount  that  it  was  esti- 
mated the  dredge  would  remove  in  that  time.  However,  a  large  por- 
tion of  this  excavation  will  be  done  by  steam  shovels,  thus  reducing 
the  length  of  time  sufficiently  to  permit  the  completion  of  the  channel 
by  June  30,  1913.      . 

As  already  noted,  the  contract  for  the  lock  gates  has  not  been  car- 
ried out  as  rapidly  as  was  anticipated,  and  the  contractor  has  been 
called  upon  to  finish  the  gates  in  one  flight  of  locks  first,  so  that,  if 
the  rest  of  the  work  is  in  condition,  passage  of  ships  can  be  permitted 
by  the  use  of  one  of  the  fiights  instead  of  both.  While  delays  have 
occurred  in  the  delivery  of  the  lock  machinery  and  accessories,  the 
assistant  chief  engineer  is  so  organizing  his  work  as  to  have  com- 
pleted sufficient  machinery  to  meet  the  conditions  that  the  lock-gate 
contract  will  furnish.  It  is  probable  that  certain  features  of  the 
work  will  not  be  finished  until  some  time  after  the  first  vessel  passes 
the  locks.  These  are  features,  such  as  the  power-generating  station, 
the  transmission  line,  the  aids  to  navigation,  etc.,  which,  though  im- 
portant in  themselves,  are  not  essential  to  the  preliminary  trial  of  the 
system. 

The  act  of  Congress  approved  March  4, 1911,  provides  that — 

Except  In  cases  of  emergency  or  conditions  arising  sabseqnoit  to  and  unfore- 
seen at  the  time  of  the  passage  of  this  act,  there  shall  not  be  employed  at  any 
time  daring  the  fiscal  year  nineteen  hundred  and  twelve,  under  any  of  the 
foregoing  appropriations  for  the  Isthmian  Canal,  any  greater  number  of  per- 
sons than  are  specified  in  the  notes  submitted*  respectirely,  in  connection  with 
the  estimates  for  each  of  said  appropriations  in  the  annual  Book  of  Bstimates 
for  said  year,  nor  shall  there  be  paid  to  any  such  persons  during  that  fiscal 
year  any  greater  rate  of  compensation  than  was  authorized  to  be  paid  to  per- 
sons occupying  the  same  or  like  positions  on  the  first  day  of  July,  nineteen 
hundred  and  ten,  and  all  employments  made  or  compensation  Increased  because 
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of  emerg^eQCles  so  arising  shall  be  specifically  set  forth,  with  the  reasons  there- 
for, by  the  chairman  of  the  commission  in  his  report  for  the  fiscal  year  nineteen 
hundred  and  twelve. 

In  compliance  with  the  requirements  of  the  law,  the  increase  in 
salaries  and  the  increase  in  the  number  of  employees  are  given  in 
Appendix  S. 

The  laws  affecting  the  canal  recently  enacted  and  the  Executive 
orders  issued  during  the  fiscal  year  are  given  in  Appendix  T. 
The  organization  in  effect  July  1, 1912,  is  given  in  Appendix  U. 
Bespectfully  submitted. 

Geo.  W.  Gk)£THAL8, 
Colonel^  Corps  of  Engineers^  Umted  States  Army^ 

Chmrm<m  and  Chief  Engineer, 
The  Hon.  Henry  L.  Stimson, 

Secretary  of  War^  Washington^  D.  C. 
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BEPOBT  OF  COL.  H.  F.  HODGES,  COEPS  OF  ENODTEEES,  TJiriTED 
STATES  AEHY,  MEMBEE  OF  ISTHMIAN  CAHAL  COHMISSION, 
ASSISTANT  CHIEF  ENGINEEE,  IN  CHAEOE  OF  THE  FIEST  DIVI- 
SION OF  THE  OFFICE  OF  THE  CHIEF  ENOINEEE. 


Isthmian  Canal  Commission, 
Office  of  the  Chief  Engineer,  First  Division, 

Cvlebra^  Canal  Zone^  July  29^  1912. 

Sir:  I  have  the  honor  to  make  the  following  report  of  the  opera- 
tions during  the  fiscal  year  ending  June  30, 1912,  of  the  first  division 
of  the  office  of  the  chief  engineer : 

This  division  is  charged  with  the  design  of  the  locks,  dams,  regu- 
lating works,  and  accessories;  with  the  design  and  construction  of 
aids  to  navigation,  and  with  the  erection  of  the  operating  machinery 
at  the  locks  and  spillways.  In  addition  it  is  responsible  for  the  in- 
spection of  the  manufacture  and  of  the  erection  under  contract  or 
otherwise  of  certain  of  the  structures  and  machines  designed  in  its 
different  subdivisions. 

At  present  the  division  is  organized  in  subdivisions  in  charge  of 
designs  and  work  as  follows:  (a)  Design  of  masonrv  and  lock 
structures,  including  spillways  and  valves;  (6)  design  of  lock  gates 
and  protective  devices,  including  the  inspection  of  construction  and 
of  erection  under  contract;  {c)  design  of  operating  machinery  and 
electrical  installation,  including  inspection  and  erection;  {d)  aesign 
of  movable  dams,  including  inspection  of  construction  and  of  erec- 
tion under  contract;  and  {e)  design  and  construction  of  aids  to 
navigation. 

A  chart  of  the  approved  organization  is  herewith  (plate  112). 

Masonry  and  Lock  Structures. 

This  subdivision  is  under  charge  of  Mr.  L.  D.  Cornish,  designing 
engineer,  assisted  by  Messrs  T.  E.  L.  Lipsey,  A.  R.  Brown,  and  L.  B. 
Fay,  assistant  engineers,  and  the  necessary  draftsmen. 

LOCKS. 

At  the  beginning  of  the  last  fiscal  year  the  general  desien  of  all 
the  locks  had  been  adopted,  approvea,  and  issued,  except  the  plans 
of  the  lower  portion  of  the  lower  locks  at  Gatun  and  Miraflores,  and 
detailed  drawings  needed  by  the  working  force  in  the  field  had  been 
made  and  issued  from  time  to  time. 

During  the  fiscal  year  ending  June  30,  1912,  the  general  plans 
for  the  lower  portion  of  the  lower  locks  at  Gatun.  and  Miraflores 
were  completed,  approved,  and  issued. 
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All  detailed  plans  for  all  the  locks  were  completed  during  the  fiscal 
year.  All  the  decking  drawings,  showing  details  of  construction 
over  rising  stem  gate  valve  machinery  chambers,  miter  gate  moving 
machinery  chambers,  intake  valve  operating  machinery  chambers, 
and  other  miscellaneous  deckings,  were  made  and  issued  during  the 
year. 

VALVES  AND  FIXED  PARTS. 

At  the  close  of  the  last  fiscal  year  the  designs  had  been  completed 
and  approved  for  the  fixed  irons  for  the  valve  and  gate  chamwrs  in 
all  locks  and  in  the  Gatun  and  Miraflores  spillways;  for  the  cylin- 
drical valves  for  all  locks,  for  the  Stoney  gates,  caissons,  footbridges, 
and  railing  for  the  spillways,  and  for  the  rising  stem  gate  valves  for 
the  locks,  including  all  roller  trains,  sealing  devices,  rocker  bearings, 
etc.,  for  the  above  gates  and  valyes;  for  the  guard  valves,  screens, 
bulkhead  gates,  lateral  culvert  valves,  snubbing  hooks,  and  bridges 
at  intakes,  and  other  miscellaneous  ironwork. 

During  the  fiscal  year  all  reenforcing  irons  in  decking  over  oper- 
ating machinery  chambers  were  designed  and  contracted  for,  also 
8nuin>ing  posts  and  spring  buffers. 

APPBOACH  WALLS. 

At  the  close  of  the  last  fiscal  year  the  designs  for  all  approach 
walls  at  all  locks  had  been  adopted,  approved,  and  issued,  except  for 
the  south  middle  approach  wall  for  Miraflores. 

During  the  fiscal  year  ending  June  30,  1912^  the  design  for  the 
south  middle  approach  wall  at  Miraflores  was  adopted,  approved, 
and  issued,  ana  the  design  for  the  uncompleted  portion  of  south 
middle  approach  wall  at  Pedro  Miguel  was  altered,  adopting  the  re- 
enforced  type  in  lieu  of  the  solid  type  previously  proposed. 

DRAWINGS. 

During  the  fiscal  year  1910-11, 133  drawings  were  made,  approved, 
and  issued,  covering  the  features  hereinbefore  mentioned. 

During  the  fiscal  year  1911-12,  181  drawings  have  been  made,  ap- 
proved, and  issued.  The  following  spillway  drawings  have  been 
changed  and  new  drawings  issued  to  replace  same:  40^,  4510,  4511, 
4512,  4513,  4515,  4516,  4517,  4523,  and  4524.  About  300  drawings 
have  been  revised.  A  drawing  of  Pedro  Miguel  Lock  has  been  made 
for  the  Post  Office  Department,  and  work  begun  on  drawing  of  Pedro 
Miguel  Lock  for  final  record. 

CONTRACTS. 

At  the  end  of  the  last  fiscal  year  the  following  contracts  had  been 
completed : 

Dated  July  10,  1910,  with  the  Rosedale  Foimdry  &  Machine  Co., 
of  Pittsburgh,  Pa.,  for  40  cylindrical  valves  for  the  upper  Gatun  and 
Pedro  Miguel  Locks.    Totiii  cost  of  contract,  $84,177.50. 

Dated  July  10,  1909,  with  the  Chapman  Valve  Co.,  of  Indian 
Orchard,  Mass.,  for  valves,  expansion  joints,  and  pipe  for  by-pass 
valves  at  upper  end  of  all  locks.    Total  cost  of  contract,  $4,399.80. 
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Dated  September  7,  1909,  with  the  Crane  Co.,  of  BaltimoFe,  Md., 
for  valves  for  by-pass  valves  at  upper  end  of  all  locks.  Total  contract 
price,  $6,456. 

Dated  September  7, 1909,  with  Lynchburg  Foundry  Co.,  of  Lynch- 
burg, Va.,  for  valves,  expansion  joints,  ana  pipe  for  by-pass  valves 
at  upper  end  of  all  locks.    Total  price,  $9,114.90. 

Dated  July  10, 1909,  with  Penn  Bridge  Co.,  of  Beaver  Falls,  Pa., 
for  ladder  rungs  for  all  locks.    Total  price,  $2,058.40. 

Dated  July  10,  1909,  with  United  Engineering  &  Foundry  Co., 
of  Pittsburgn,  Pa.,  for  anchor  bolts,  snubbing  hooks,  girders,  cut- 
waters, wicket  girders,  seats  and  guides,  and  reaction  castings  for 
all  locks.    Total  contract  price,  $46,846.66. 

Dated  July  10,  1909,  with  the  Penn  Bridge  Co.,  of  Beaver  Falls, 
Pa.,  for  2  sets  of  fixed  irons  for  rising  stem  gate  valves,  4  rising 
stem  valves  with  roller  trains  and  sealing  devices  for  upper  lock  at 
Gatim.    Total  contract  price,  $29,252.56. 

Dated  March  2,  1910,  with  the  Wheeling  Mold  &  Foundry  Co.,  of 
Wheeling,  W.  Va.,  for  22  sets  of  fixed  irons  for  rising  stem  gate 
valves  for  Pedro  Miguel  and  upper  Gatun  Locks,  and  18  intake  valves, 
12  bulkhead  gates  for  all  locks.    Total  contract  price,  $199,106.24. 

During  the  past  fiscal  year  the  following  contracts  were  completed : 

Dated  September  1, 1910,  with  the  Wheeling  Mold  &  Foundry  Co., 
of  Wheeling,  W.  Va.,  for  34  sets  of  fixed  irons  for  rising  stem  gate 
valves  for  Miraflores  Locks  and  middle  and  lower  locks  at  Gatun. 
Total  contract  price,  $225,895.61. 

Dated  August  11, 1910,  with  the  Rosedale  Foundry  &  Machine  Co., 
of  Pittsburg,  Pa.,  for  80  cylindrical  valves  for  Miraflores  Locks  and 
middle  and  lower  locks  at  Gatun  and  spillway.  Total  contract  price, 
$140,588. 

Dated  August  11,  1910,  with  Pennsylvania  Steel  Co.,  of  Steelton, 
Pa.,  for  snubbing  hooks  and  girders  for  Miraflores  Locks,  and  middle 
and  lower  locks  at  Gatun.    Total  contract  price,  $17,216.94. 

During  the  fiscal  year  1912,  the  following  contracts  have  been  let 
on  plans  and  specifications  prepared  in  the  fiscal  year  1911 : 

Dated  September  11,  1911,  with  the  McClintic-Marshall  Construc- 
tion Co.,  of  Pittsburgjh,  Pa.,  for  22  spillway  gates,  2  steel  caissons, 
material  for  22  footbridges,  132  rising  stem  gate  valves  and  2  spares, 
12  guard-gate  valves,  6  lateral  culvert  valves,  12  bulkhead  gates  to 
miodle  wall  culverts,  27  bulkhead  gates  at  intakes,  and'36  screens  at 
intakes.    Total  contract  price,  $342,681.88. 

Dated  September  2, 1911,  with  the  Excelsior  Tool  &  Machine  Co., 
of  East  St.  Louis,  111.,  for  515  tons  of  fixed  irons  for  spillways  at 
Gatun  and  Miraflores  spillways.    Total  contract  price,  $25^724.12. 

Dated  September  11, 1911,  with  the  Westinghouse  Machine  Co.,  of 
East  Pittsburgh,  Pa.,  for  264  roller  trains  and  4  spares  and  292 
sealing  devices  and  32  spares  for  rising  stem  gate  valves  in  all  Ick^ks, 
46  roller  trains  and  2  spares,  52  sealing  devices  and  8  spares^  rocker 
bearings  and  tracks  for  spillways  at  Gatun  and  Miraflores  spillways. 
Total  contract  price,  $177,147.58. 

Dated  August  21,  1911,  with  the  Vulcan  Rail  &  Construction  Co., 
of  Brooklyn,  N.  Y.,  for  material  required  for  22  sets  of  bridge  rail- 
ings for  Gatun  and  Miraflores  spillways.  Total  contract  price, 
$5,665. 
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Dated  December  26,  1911,  with  the  United  States  Steel  Products 
Co.,  30  Church  Street,  New  York  City,  for  material  for  four  intake 
bridges  at  upper  end  of  Pedro  Mi^el  and  Miraflores  Locks  and  struc- 
tural material  for  decking  over  rising  stem  gate  valve  and  miter  gate 
moving  machinery  chambers  of  aU  locks.  Total  estimated  cost, 
$21,414.97. 

The  following  contracts  have  been  let  on  plans  and  specifications 
prepared  during  the  fiscal  year  1912 : 

Dated  November  23,  1911,  with  the  Standard  Foundry  Co.,  743 
Hartel  Avenue,  Buffalo,  N.  Y.,  for  snubbing  posts  and  wasners  for  all 
locks.    Total  contract  price,  $5,518.09. 

Dated  November  23,  1911,  with  the  American  Car  &  Foundry  Co., 
165  Broadway,  New  York  City,  for  bolts,  links,  anchor  rods,  etc.,  for 
buffers  on  all  lock  walls.    Total  contract  price,  $6,257.02. 

Dated  December  21,  1911,  with  the  Railway  Spring  &  Steel  Co., 
New  York  City,  for  25,608  helical  springs  for  spring  buffers  on 
approach  walls  of  locks.    Total  contract  price,  $13,572.24. 

Dated  November  11,  1911,  with  J.  B.  Kendal  Co.,  of  Washington, 
D.  C,  for  cold  twisted  s(}uare  steel  bars  for  reenforcing  deckings  over 
miter  gate  moving  and  rising  fetem  gate  valve  machinery  chambers  for 
all  locks.    Total  contract  price,  $1,059.35. 

Dated  January  5, 1912,  with  the  United  States  Steel  Products  Co., 
of  30  Church  Street,  New  York  City,  for  triangular  mesh  slab  reen- 
forcement  for  deckings  over  rising  stem  gate  valve  and  miter  gate 
moving  machinery  diambers  at  all  loc&.  Total  contract  price, 
$891.44. 

CASTINGS  MADE  ON  THE  ISTHMUS. 

In  addition  to  the  ironwork  made  in  the  United  States  the  com- 
mission foundry  has  made  or  fabricated,  in  accordance  with  the 
designs  of  this  subdivision,  about  5,361  tons  of  castings  and  structural 
material.  (Nine  hundred  and  fifty- four  tons  of  material  was  fur- 
nished during  the  fiscal  year  1910-11.) 

INSTALLATION  OF  VALVES,  GATES,  ETC. 

The  work  of  preparing  chambers  for  and  installation  of  rising 
stem  gate  valves  was  begun  during  this  fiscal  year,  and  14  chambers 
(12  at  Gatun  and  2  at  Fedro  Miguel)  were  prepared  for  valves,  and 
12  valves  have  been  placed  in  position  in  lock^  Six  bulkhead  gates 
have  been  placed  in  side-wall  mtakes  and  six  in  center-wall  intakes 
at  Gatun.  The  three  rising  stem  gate  valves  and  one  cylindrical 
valve  have  been  placed  in  spillway,  and  all  cylindrical  valves  have 
been  placed  at  all  locks. 

About  90  per  cent  of  the  material  for  the  two  caissons,  22  spillway 
gates,  and  22  spillway  footbridges  has  been  delivered,  and  the  erec- 
tion of  the  caissons  and  gates  in  the  yards  was  about  to  begin  at  the 
close  of  the  fiscal  year.  The  placing  of  all  this  material  will  be  done 
by  the  commission  during  this  fiscalyear. 

TESTS  OF  VALVES. 

The  details  of  construction  of  the  rising  stem  valves  for  the  main 
culverts  are  illustrated  in  plates  69,  70,  and  71  herewith.  The  plates 
show  slight  changes  from  the  valves  illustrated  in  the  annual  report 
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for  1909,  the  changes  having  been  made  after  contracting  for  the  first 
two  experimental  sets.  For  test  under  working  pressures  a  set  of  two 
valves  was  installed  in  the  upper  valve  chamber  of  the  west  side  cul- 
vert at  Gatun,  the  entrance  to  the  culvert  was  closed  with  a  water- 
tight bulkhead,  and  the  culvert  above  the  valves,  with  the  well  con- 
necting the  same  to  the  top  of  the  wall,  was  filled  with  water.  When 
the  water  reached  the  copmg  level  there  was  a  head  a^inst  the  valve 
slightly  greater  than  that  which  will  obtain  when  the  lock  is  pumped 
dij  for  examination  and  considerably  greater  than  the  usual  oper- 
ating head.  Under  this  condition  the  leakage  was  measur^,  and 
also  the  force  required  to  start  the  valve  and  to  maintain  motion  for 
a  distance  of  about  1  foot.    The  leakage  was  as  follows : 

Cubic  feet 
per  second. 

28-foot  head  above  bottom  of  valve : 0.75 

48-foot  head  above  bottom  of  valve 1.46 

53-foot  head  above  bottom  of  valve 1.66 

79-foot  head  above  bottom  of  valve 1. 82 

The  following  table  gives  the  result  of  the  test  made  under  full 
head,  i.  e.,  with  the  surface  of  the  water  79  feet  above  the  bottom  of 
the  valve.  It  will  be  seen  that  the  combined  friction  resulting  from 
the  contact  of  the  side  seals  of  the  gates,,  as  well  as  the  action  of  the 
roller  trains^  averages  21,170  pounds.    It  had  been  assumed  as  31,750 

f>ounds  in  the  design  of  the  machinery^  which  was  intended  to  exert  a 
ifting  force  of  60,000  pounds,  including  all  friction  and  the  weight 
of  the  valve  and  its  accessories.  The  valve  tested  was  one  of  the  first 
made  and  lacks  certain  improvements  in  details  and  workmanship 
which  are  found  in  those  of  later  manufacture  and  which  would 
undoubtedly  reduce  the  friction  and  leakage  somewhat. 

Tabulation  of  tests  of  rising  stem  gate  valv^es. 


No. 


1 
2 

3 
i 

5 

6 

7 

8 

9 

10 

11 

12 

13 


Designation. 


Pull  to  lift  gate,  no  water  pressure 

Weight  of  gate,  plus  one-half  weight  of  roller  trains 

Friction  oTside  seals,  Initial  (1-2) 

Friction  of  side  seals,  due  to  water  pressure 

Friction  of  side  seals,  total  (3+4) 

Water  pressure  against  gate,  calculated  (h— 79  feet) 

Water  pressure  against  upper  seal,  lifting  force 

Dynamometer  pull  to  start  motion 

Total  upward  force,  initial  (7+8) 

Dynamometer  pull,  maximum  during  12-inch  travel  of  gate 

Total  friction,  sliding  plus  rolling  (9—2) 

Rolling  friction,  lnltfiir(l  1-6) 

Coefflcient  of  rolling  friction  (12+6) 


Gate. 


260 


Pound*. 

24,000 

23.000 

1.000 

4.170 

5,170 

651,000 

5,420 

37.500 

42,920 

41,500 

19,920 

14,750 


261 


Poundi, 

25.000 

23,  boo 

2.000 

4.170 

6,170 

651.000 

5,420 

40,000 

45.420 

44,500 

22.420 

16,250 


0.0226 


0.0231 


One  of  the  cylindrical  valves  in  the  locks  at  Gatun  was  tested  for 
leakage  from  the  exterior  by  constructing  a  bulkhead  across  the 
entrance  to  the  valve  chamber.  The  valve  chamber  was  filled  with 
water  under  pressure.  When  the  head  reached  60  feet,  the  leakage 
was  foimd  to  vary  from  a  quantity  too  small  to  measure  to  about 
0.25  cubic  foot  per  second.  The  average  was  about  what  was  to  be 
expected  from  the  previous  tests  made  and  described  in  the  last 
annual  report.    Close  examination  indicated  that  the  leather  seal  or 
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gasket  was  sufficiently  rigid  to  hold  up  the  movable  portion  of  the 
valve  and  prevent  its  seating  properly.  The  segments  which 
clamped  the  leather  seal  were  removed  and  the  edge  beveled  slightly 
to  allow  an  easier  bending  of  the  gasket.  After  this  operation  the 
leaka^  was  found,  by  measurement,  to  be  about  0.015  cubic  foot  per 
second,  or  about  one-tenth  of  that  previously  measured.  The  seg- 
ments for  all  the  valves  are  now  bemg  beveled  in  the  manner  indi- 
cated as  advisable  by  this  experiment. 

The  details  of  construction  of  the  cylindrical  valves  will  be  found 
illustrated  in  the  annual  report  for  1909. 

Lock  Gates  and  PROTEcrrvE  Devices. 

This  subdivision  has  been  under  the  immediate  charge  of  Mr. 
Henry  Goldmark,  designing  engineer,  assisted  in  the  office  by  Messrs. 
F.  E.  Stems,  L.  A.  Mason,  and  J.  Soderberg,  assistant  engineers,  and 
the  necessary  draftsmen  and  clerk. 

The  force  organized  for  inspection  of  lock  gates  in  the  United 
States  was  under  the  immediate  charge  of  Mr.  J.  Hammer,  assistant 
engineer,  and  Mr.  Frank  Price,  chief  inspector,  Mr.  George  F. 
Guynn  was  the  chief  inspector  on  the  Isthmus. 

LOCK  GATES. 

The  fixed  metallic  parts  embedded  in  the  masonry,  such  as  the 
anchorages,  sill  reenforcement,  quoin  and  foundation  castings,  etc., 
furnished  under  a  contract  with  the  United  Engineering  &  Foundry 
Co.,  of  Pittsburgh,  Pa.,  had  been  delivered  prior  to  the  beginning  of 
the  fiscal  year  1912.  All  these  parts  have  been  erected  by  the  division 
engineers* 

The  construction  and  erection  of  the  lock  gates  proper  and  of  the 
fixed  parts  necessary  for  supporting  the  gates  on  the  foundation  cast- 
ings and  fastening  them  to  the  anchors  have  been  carried  on  under 
the  contract  with  the  McClintic-Marshall  Construction  Co.j  of  Pitts- 
burgh, Pa.,  dated  June  21, 1910.  During  the  year  the  shop  drawings 
for  all  the  different  heights  of  gates  were  completed  by  the  con- 
tractors and  approved. 

The  inspection  of  the  material  for  the  gates  in  the  rolling  mills, 
foundries,  and  the  contractor's  works  at  Pittsburgh  was  continued 
in  essentially  the  same  manner  as  in  the  previous  fiscal  year.  The 
only  change  of  importance  was  the  transfer  of  the  inspection  at  the 
foundry  of  the  Wheeling  Mold  &  Foundry  Co.  from  inspectors 
reporting  to  the  Washin^on  office  to  a  force  under  the  direct  orders 
of  the  assistant  engineer  m  charge  of  the  lock  gates. 

The  inspection  of  the  hand  railing  and  its  mechanism,  as  well  as 
of  a  few  minor  parts,  is  still  being  carried  on  by  the  commission 
inspectors  engaged  on  other  duties  m  connection  with  the  Washing- 
ton office. 

The  total  steel  plates  and  shapes  accepted  at  the  mills  to  the  end 
of  the  fiscal  year  aggregated  52,322  tons,  half  of  which  was  rolled 
during  the  year.  This  practically  comprises  all  rolled  material 
required  for  the  gates,  excepting  that  for  the  spare  parts. 

The  manufacture  of  the  steel  castings,  both  of  ordinary  carbon 
steel  and  the  vanadium  steel  alloy  used  in  certain  parts  of  the  gates, 
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was  oontinued  in  a  satisfactory  manner*  At  the  end  of  the  fiscal  year 
about  three-quarters  of  all  castings  had  been  cast,  machined,  and 
accepted. 

All  specified  chemical  and  physical  tests  have  been  carried  out,  and 
the  contract  requirements  as  to  the  quality  of  material  were  in  all 
cases  fully  met. 

The  only  change  in  the  material  for  any  part  of  the  gates  was  made 
in  the  bushings  for  the  pintles  at  the  bottom  of  certain  leaves  that 
will  always  be  in  sea  water.  In  order  to  avoid  possible  damage 
through  electrol;^tic  action  these  bushings  will  be  made  of  hard  cast 
vanadium  steel  instead  of  the  manganese  bronze  used  in  the  other 
gates.  Certain  of  the  other  leaves  wnich  will  be  operated  in  brackish 
water  are  to  be  protected  from  corrosion  by  the  use  of  zinc  rings 
pfaced  dose  to  the  bronze  bushings. 

Two  other  modifications  in  the  gates  may  be  mentioned  here.  One 
of  them  concerns  the  coating  of  bitumastic  enamel,  which,  by  a  modi- 
fication in^  the  contract,  is  to  be  applied  to  all  the  inside  surfaces, 
while  originally  only  the  upper  surface  of  the  horizontal  girders  and 
the  vertical  surfaces  for  10  inches  above  the  same  were  to  be  coated 
with  this  compound.  The  extra  cost  involved  by  this  change  is 
$158,000.  The  other  change  in  plan  is  the  addition  of  a  rubber  seal 
to  the  bottoms  of  the  gates  to  prevent  leakage  at  the  sills.  The  simple 
device  which  has  been  adopted  for  all  the  gates,  together  with  the 
general  plan  of  the  sills,  is  shown  on  drawing  No.  5012  (pi.  72)  and 
will,  it  is  believed,  successfully  accomplish  its  purpose  and  consider- 
ably reduce  the  waste  of  water  at  the  gates.  A  seal  of  this  kind  is 
thought  to  be  novel  for  use  with  lock  gates. 

The  fabrication  of  the  riveted  structural  steel  was  continued  at 
the  contractor's  works  at  Rankin,  Pa.  A  high  degree  of  accuracy  in 
laying  out  the  several  parts  in  the  shops  has  been  attained  and  the 
workmanship  was  excellent  in  every  respect.  As  a  result  very  few 
errors  have  oeen  discovered  in  the  field,  and  the  gate  leaves  when 
erected  are  exceptionally  straight  and  true,  as  weu  as  water-tight. 
The  holes  for  the  field  rivets  have  been  subpunched  or  drilled  in  the 
shop  to  a  uniform  diameter  of  \\  inch  for  f  inch  and  1  inch  rivets, 
although  the  specifications  permit  somewhat  larger  holes.  Conse- 
quently there  are  very  few  oblong  rivet  holes  when  the  field  reaming 
is  completed. 

The  total  shipment  of  structural  material — ^i.  e.,  plates,  shapes,  and 
riveted  parts — ^to  the  end  of  the  fiscal  year  1912  a^ggregated  about 
39,000  tons,  or  76  per  cent  of  the  amount  required  K»r  ail  the  gates. 
Of  the  above  total  about  32,000  tons  went  forward  during  the  fiscal 
year. 

On  Jime  30, 1912,  a  total  of  13,000  tons  remained  to  be  shipped,  com- 
prising about  half  the  material  for  the  sates  in  the  intermediate  lock 
at  Gatun  and  the  upper  lock  at  Miranores,  and  all  the  material  of 
this  grade  for  the  gates  in  the  lower  lock  at  Miraflores.  At  the 
present  rate  of  progress  the  steel  work  for  all  the  lock  gates  and  the 
spare  parts  provided  for  in  the  contract  will  be  completed  in  the 
snops  before  rl^ovember  1, 1912. 

The  first  material  to  be  erected  under  the  McClintic-Marshall  con- 
tract was  put  in  place  in  the  locks  on  March  21,  1911,  when  the  first 
bearing  plates  were  attached  to  the  hollow  quoins  in  the  upper  lock 
at  Gatun.    The  erection  of  the  lock  gates  proper  was  startea  May  17, 
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1911,  when  the  bottom  girders  for  the  upper  guard  gates  at  Gatun 
were  lowered  into  position. 

By  the  end  of  the  fiscal  year  1911  the  skeletons  of  these  gates  had 
been  erected  for  one-third  of  their  height,  and  a  small  amount  of 
riveting  had  been  done. 

In  the  Pacific  division  work  was  begun  August  7,  1911,  on  the 
upper  guard  gates  at  Pedro  Miguel. 

The  work  of  erection  has  proceeded  throughout  the  year  at  vary- 
ing rates  of  speed. 

On  June  30, 1912,  work  was  in  progress  on  23  gates,  or  exactly  half 
of  the  total  number  on  the  canal,  but  none  of  tliese  gates  had  been 
entirely  completed.  They  comprised  all  the  gates  in  the  upper  lock 
and  the  intermediate  gates  in  the  lower  lock  at  Gatun,  and  all  the 
gates  at  Pedro  Miguel  excepting  the  lower  guard  gate  in  the  western 
chamber.    No  material  had  been  put  in  place  at  Miraflores. 

The  gates  under  construction  were  in  all  stages  of  progress ;  in  some 
only  part  of  the  steel  was  in  place ;  in  others  all  the  material  had  been 
raised,  but  only  the  interior  rivets  in  the  skeleton  had  been  driven. 
In  the  gates  that  were  further  advanced  toward  completion  the  ream- 
ing of  the  holes  for  the  field  rivets  and  the  driving  of  these  rivets  had 
progressed  in  varying  proportions. 

The  only  gates  which  had  been  stepped  on  the  pintles  and  attached 
to  the  anchors  were  the  upper  guara  gates  at  Gatun.  These  gates 
were  very  nearly  completed  by  the  end  of  the  fiscal  year.  The  work 
remaining  to  be  done  on  these  leaves,  besides  the  erection  of  the  foot- 
walk  and  its  railing,  was  the  adjustment  of  the  metallic  bearing  faces 
along  the  quoin  aim  miter  posts  and  the  sill  timbers,  and  the  testing 
of  one  of  the  gates  for  water-tightness;  also  the  cementing  of  the 
bottom  girder  and  the  interior  and  exterior  painting  on  both  of  the 
gates. 

None  of  the  other  gates  had  been  completely  riveted  up,  and  prac- 
tically none  of  the  castings  for  the  bearings  along  the  quoin  and 
miter  posts  had  been  attached. 

The  total  steel  in  place  in  the  several  gatps  at  the  end  of  the  fiscal 
year  amounted  to  19,631  tons,  out  of  a  total  of  58,000  tons,  or  about 
34  per  cent,  but  much  of  this  was  only  partly  reamed  or  riveted.  All 
of  this  material,  with  the  exception  of  412  tons  previously  raised,  was 
erected  during  the  fiscal  year. 

The  total  number  of  field  rivets  driven  to  June  30,  1912,  prac- 
tically all  of  them  during  the  fiscal  year,  was  963,500,  out  of  5,750,000, 
or  only  17  per  cent  of  the  total. 

The  completion  of  the  several  gates  has  fallen  considerably  behind 
the  dates  specified  in  the  contract.  This  has  been  due  in  part  to  the 
failure  of  the  contractors  to  deliver  the  necessary  material  and  tools 
on  time  and  in  part  to  the  limited  number,  and  m  some  cases  to  the 
poor  quality  of  the  force  of  mechanics  and  laborers.  This  has  been 
the  case  especially  in  the  field  riveting  and  the  machine  work,  etc., 
necessary  for  the  complete  erection  of  tne  gates. 

A  close  and  continuous  inspection  has  been  necessary,  but  it  is  be- 
lieved that  the  completed  gates  will  be  entirely  up  to  the  standard 
laid  down  in  the  specifications  and  equal  to  or  superior  to  similar 
work  elsewhere.  The  tests  for  water-tightness  made  in  the  first  gate 
at  Gatun  indicate  excellent  workmanship  in  this  respect. 

The  progress  of  the  work  is  shown  in  photographs.    (Plates  1  to  6.) 
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METHODS  USED  IN  ERECTING  LOCK  GATES. 

The  method  of  erection  and  character  of  the  plant  employed  is  de- 
scribed as  follows  by  Designing  Engineer  Goldmark : 

The  erection  of  the  lock  gates  forms  a  part  of  the  contract  with  the  Mc- 
Clintic-MarshaU  Constmctlon  Co.,  the  method  of  erection  being  left  to  the  con- 
tractorSf  subject  to  the  approval  of  the  chief  engineer  of  the  commission. 
I  Drawing  No.  5091  (plate  73)  has  been  compiled  from  the  plans  for  the  erec- 

tion submitted  by  the  contractors  and  approved  on  the  part  of  the  commission, 
and,  in  connection  with  the  photographs  of  the  gates  and  the  description  of  the 
plans,  should  give  a  clear  idea  of  the  methods  used.  The  means  adopted  for 
handling  the  material  and  for  moving  the  leaves  into  plnce  are  novel  but  simple, 
HDd  are  believed  to  be  an  advance  on  previous  practice.  They  have  proved 
I  entirely  successful. 

The  gates  are  of  the  straight  type,  having  a  uniform  width  of  7  feet  and  a 
j  ]eD^h  of  nearly  65  feet.    The  main  operating  gates  are  77  feet,  77  feet  10 

inches,  79  feet,  and  82  feet  high,  the  heights  of  the  different  guard  gates  being 
47  feet  4  Inches,  54  feet  8  inches,  and  66  feet.    Their  frame  or  skeleton  consists 
I  of  the  horizontal  girders  spaced  from  3  feet  8  inches  to  5  feet  apart,  of  vertical 

frames  extending  the  entire  height  of  the  leaf,  of  the  intercostals,  which  stiffen 
I         the  sheathing  plates  at  intervals  of  about  2  feet,  and  of  two  vertical  dia- 
phragms for  transferring  the  thrust  of  the  leaves  along  the  quoin  and  miter 
posts  to  the  web  plates  in  the  horizontal  girders.     Sheathing,  doubling,  and 
cover  plates  are  attached  to  the  upstream  and  downstream  sides  of  the  main 
I         frame,  and  the  ends  are  closed  by  flat  plates  connected  to  the  skeleton  by  con- 
tinuous bent  plates.    The  lower  part  of  the  gate  forms  an  air  chamber  subdi- 
I         vided  by  three  water-tight  bulkheads,  while  the  upper  portion  is  arranged  to 
'         permit  the  water  to  flow  in  and  out  freely.    To  the  vertical  ends  of  the  riveted 
,         Ftructare  Just  described,  which  comprises  about  nine-tenths  of  the  material  in 
I         the  leaf,  steel  reaction  castings  are  attached,  which  are  shown  in  section  in 
figures  8  and  9,  drawing  5091.     (Plate  73.) 

The  bearing  plates,  which  are  of  hard  rolled  nickel  steel,  are  secured  in  con- 
tinuous recesses  in  these  ciTstings,  being  bolted  to  them  and  backed  up  by  bab- 
/         bJtt  metal  during  erection.    The  leaf  rests  on  a  hemispherical  pintle  secured  to 
I         the  masonry,  while  at  the  top  it  is  connected  to  the  anchorage  by  a  vertical  pin. 
I  The  horizontal  girders,  with  their  stiffening  angles  and  beams,  are  riveted 

op  complete  in  the  United  States,  and,  together  with  the  vertical  frames,  dia- 
pfaraions.  and  intercostals,  as  well  as  the  plating,  are  delivered  at  the  locks 
1        neady  for  erection. 

Xo  difllculty  has  been  experienced  in  delivering  the  material  in  good  condi- 
I  tion^^although  besides  the  ocean  transfer  It  is  transported  by  rail  both  in  the 
Tnited  States  and  on  the  Isfhmus.  The  girders,  some  1,500  In  all,  which  are 
«r»  feet  long  and  weigh  as  much  as  18  tons  each,  are  carried  both  as  deck  loads 
and  in  the  holds  of  the  steamers,  but  very  few  of  them  have  sustained  serious 
injury.  The  material  is  received  at  the  lock  site  by  rail  and  stored  on  the 
back  filling  close  to  one  of  the  side  walls.  There  are,  as  a  rule,  two  or  three 
Knnge  tracks  parallel  with  the  walla  Their  general  arrangement  is  shown 
0  figure  1.  The  track  nearest  the  lock  is  150  feet  from  the  edge  of  the  wall 
»nd  connected  by  a  curve  of  90°  to  the  rails  on  the  erecting  bridges  when  they 
are  In  place  for  the  erection  of  the  several  gates.  These  bridges  and  their  posl- 
*i^s  when  in  use  are  shown  In  figures  2,  3t  ond  4,  as  well  as  in  some  of  the 
•>b»cosraph8.  They  are  supported  on  the  coping  close  to  its  edge.  When  they 
ir**  to  be  moved  the  trusses  are  lengthened  so  as  to  clear  the  gate  recesses  by 
'^tDjiorary  extension  pieces,  also  shown  on  the  plan.  When  passing  from  one 
#«"k  level  to  the  next,  it  will  probably  be  necessary  to  take  down  and  reerect 
'V^^  bridges.  Eight  spans  in  all  have  been  provided,  so  that  erection  proceeds 
I        -i  i«  leaves  at  once. 

Wftli  trifling  exceptions  all  material  is  handled  by  self-propelling  or  loco- 
r-^^lve  cranes,  of  which  the  contractor  has  10  in  use.  With  these  cranes  the 
«»*iel  ia  unloaded  from  the  cars  as  it  arrives  from  the  docks  and  handled  during 
^^  aabseqaent  sorting.  As  the  erection  proceeds  the  same  cranes  serve  for 
t-ktng  up  the  separate  girders  and  other  parts  from  the  storage  piles,  loading 
.^NiD  on  flat  cars,  towing  the  same  out  on  the  erection  bridges,  and  afterwards 
.•vprfni?  the  steel  members  into  their  final  positions  In  the  lock  gates.  The 
bridges  and  cranes  take  the  place  of  expensive  false  work  and  derricks. 
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and  have  proved  efficient  and  economical.  It  sbonld  be  noted  that  all  material 
is  Btored  on  one  side  wall  only,  and  reaches  both  lock  chambers  by  the  erection 
bridges  exclusiyely. 

The  work  of  completing  the  gates  ready  for  operation  is  divided  Into  several 
distinct  parts.  In  the  first  place,  comes  the  erection  proper — that  is,  the  put- 
ting in  place  of  the  material  in  the  structural  frames.  Second,  the  reaming  of 
the  rivet  holes,  the  driving  of  the  field  rivets,  and  the  necessary  calking.  Third, 
the  finishing,  which  includes  the  attachment  and  adjustment  of  the  reaction 
castings  and  bearing  plates,  the  moving  of  the  leaves  into  position  on  their 
pintles,  and  their  attachment  to  the  achorages ;  also  the  testing  for  water-tight- 
ness, the  adjustment  of  the  sill  timbers,  and  the  erection  of  the  footwalks  and 
of  various  minor  parts,  as  well  as  the  painting. 

The  erection  proper  begins,  in  the  case  of  each  leaf,  with  the  placing  of  the 
bottom  girder.  The  upper  pintle  casting,  so  called,  which  rests  on  the  fixed 
pintle,  also  the  large  heel  casting  Just  above  this  girder,  and  the  reaction  frame 
at  the  miter  end,  are  riveted  and  bolted  to  the  girder  in  the  storage  yard  and  all 
necessary  Joints  are  fully  calked.  In  view  of  the  considerable  weight  to  be 
handled,  amounting  to  24  tons  for  the  high  gates,  two  cranes  are  used  simul- 
taneously in  lifting  the  bottom  girders  into  the  flat  cars,  and  for  lowering  them 
into  the  lock  pit    For  all  other  material  one  crane  is  amply  sufficient 

At  the  bottom  of  the  lock  the  girders  are  placed  on  rolled  beams,  which  are 
RupportlBd  in  part  on  the  sill  walls  and  in  part  on  small  temporary  pedestals  of 
concrete.  As  shown  in  figure  2,  the  leaf  Is  placed  4  feet  from  its  final  position 
on  the  pintle,  and  at  an  angle  of  about  45^  with  the  lock  walls.  The  blocking 
is  Just  high  enough  to  permit  the  bottom  of  the  gate  castings  to  clear  the  pintle 
when  the  leaf  is  being  rolled  into  position. 

The  rest  of  the  skeleton  is  built  up  on  the  bottom  girder,  the  vertical  frames 
and  diaphragms  being  attached  before  the  successive  girders  are  lowered  into 
place.    The  intercostals  are  as  a  rule  attached  later. 

It  is  very  important  that  the  gates  shall  be  exactly  true  in  shape,  and  great 
stress  has  been  laid  on  accuracy  in  the  shop,  as  well  as  when  erecting  the  frame- 
work. A  special  machine  was  installed  in  the  contractors'  works,  by  which  both 
ends  of  the  girders  are  planed  at  the  same  time.  This  machine  is  to  remain 
unchanged  in  position  until  all  the  girders  are  completed.  The  results  obtained 
by  its  use  are  very  accurate.  In  the  field  fine  steel  wires  are  used  to  check  the 
shape  of  the  skeleton  as  erection  proceeds  and  all  observed  errors  are  promptly 
corrected.  It  is  believed  that  the  greatest  deviation  from  a  plumb  line  in  the 
ends  of  the  frames  will  not  exceed  one-eighth  Inch  for  any  of  the  high  gates. 
In  order  to  insure  a  correct  total  height  in  the  gates,  adjustable  fillers  are  used 
between  the  vertical  diaphragms  and  the  girders  at  the  top  of  every  fourth 
panel  from  the  bottom.  The  heights  of  all  completed  gates  agree  within  less 
than  one-fourth  inch  with  the  figures  shown  in  the  plans. 

The  erection  of  the  framework  is  completed,  as  a  rule,  before  the  attach- 
ment of  the  sheathing  plates  begins,  although  in  some  cases  a  part  of  the 
plates  were  placed  before  the  erection  of  the  skeleton  reached  the  top.  The 
interior  rivets  connecting  the  different  parts  of  the  skeleton  to  each  other  are 
driven  during  its  erection  or  shortly  thereafter,  but  all  of  this  riveting  must  be 
completed  before  the  sheathing  is  entirely  in  place.  All  plates  are  lowered  into 
position  by  the  cranes  standing  on  the  erection  bridges  and  attached  to  the 
framing  at  the  proper  places,  but  no  attempt  is  made  at  this  time  to  complete 
the  adjusting  and  bolting.  They  are  merely  fastened  by  a  small  number  of 
bolts,  so  that  the  bridges  may  be  released  as  soon  as  possible  and  moved  into 
position  for  erecting  the  next  set  of  gate& 

After  the  erection  proper  is  completed,  the  work  next  to  be  done  is  the  exact 
fitting  and  bolting  of  the  sheathing  plates,  the  reaming  of  the  rivet  holes,  and 
the  driving  of  the  rivets.  Very  complete  bolting  is  insisted  upon,  in  order  to 
insure  good  reaming  and  tight  rivets. 

The  holes  for  the  rivets  which  connect  the  sheathing  plates  to  the  skeleton 
have  been  punched  or  drilled  in  the  shops  to  a  uniform  diameter  of  iJ  inch  for 
both  i  and  1  inch  rivets,  and  are  reamed  out  to  full  size  in  the  field.  The 
diameter  of  the  holes  before  reaming  is  smaller  than  that  specified,  but  was 
adopted  by  the  contractor  in  order  to  insure  good  fitting,  a  result  that  has  been 
fully  attained.  In  view  of  the  large  number  of  holes  (55,000  in  the  larger 
leaves  and  over  4,000,000  in  all  gates)  to  be  reamed,  a  special  machine  was 
designed  with  which  the  greater  part  of  the  work  is  being  done.  This  machine 
is  a  large  electrically  driven  shop  tool  by  which,  if  desired,  two  holes  spaced  31 
inches  apart,  as  in  the  cover  plates,  can  be  reamed  at  the  same  time.  Sixteen 
such  machines  are  in  use.    A  large  number  of  the  holes,  including  all  those  on 
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the  curved  parts  of  the  upstream  face,  and  others  difficult  to  reach,  are  being 
reamed  out  with  small  hand  reamers,  mainly  driven  by  compressed  air.  While 
the  work  done  by  the  large  reaming  machines  is  excellent,  it  is  questionable 
whether  there  is  any  decided  advantage  in  their  use. 

The  riveting  and  calking  calls  for  no  detailed  mention  from  a  technical  stand- 
point, as  standard  pneumatic  riveters  are  used  for  practically  all  rivets.  The 
output  per  machine  has,  however,  been  small,  owing  largely  to  the  employment 
of  inexperienced  local  labor,  and  the  progress  has  been  slow.  As  tiiere  are 
nearly  6,000,000  field  rivets  to  be  driven,  a  delay  in  this  part  of  the  work  is, 
of  course,  serious. 

After  the  reaming  and  riveting  of  a  gate  are  completed,  the  castings  must 
be  attached  along  the  quoin  and  miter  posts  and  the  leaves  placed  into  position 
on  their  pintles.  As  noted  above,  the  leaves  are  erected  a  short  distance  from 
their  final  position.  The  appliance  for  moving  them  consists  of  structural-steel 
frames,  which  are  shown  on  figures  2,  5,  and  6,  and  also  in  several  of  the 
photographs.  These  frames  are  of  sufficient  strength  to  support  the  weight  of 
the  completed  gates,  which  are  attached  to  the  frames  by  temporary  bolts.  It 
was  at  first  proposed  to  place  the  frames  adjacent  to  the  gates  as  soon  as  three 
or  four  panels  of  the  skeleton  were  erected,  and  to  depend  upon  Uie  frames  to 
give  lateral  stability  to  the  leaves.  In  practice,  it  was  found  that  when  used  in 
this  way  the  frames  interfered  with  the  attachmoit  of  the  sheathing  and  with 
the  driving  of  many  of  the  rivets.  At  present,  guys  are  used  to  steady  the  gates 
and  the  frames  are  not  put  In  place  until  after  practically  all  rivets  are  driven. 
They  are  readily  handled  by  locomotive  cranes  standing  on  the  lock  walls.  As 
shown  in  detail  on  flgrure  7,  there  are  rollers  and  wedges  at  the  foot  of  the 
main  posts  by  which  the  gates  suspended  between  the  frames  are  rolled  into 
position  over  their  pintles  and  lowered  upon  them.  No  trouble  has  been  ex- 
perienced in  this  operation,  the  time  taken  being,  so  far,  about  two  days  per  l^if. 
Hydraulic  Jacks  are  used  for  moving  the  leaves  forward. 

The  connection  of  the  gates  to  the  anchor  at  the  top  is  readily  made  by 
wedges,  the  pin  being  placed  vertically  over  the  pintle  below  and  a  correct  ad- 
justment obtained  by  the  use  of  fillers  in  the  anchorage  castings. 

It  may  be  of  interest  to  note  the  great  stiffness  of  the  leaves,  which  Is  evi- 
denced by  the  fact  that  in  the  case  of  the  guard  gates  the  total  deflection  at  the 
foot  of  the  miter  post  did  not  exceed  one^ighth  inch  when  the  leaves  were 
suspended  from  their  anchors. 

Along  both  the  quoin  and  miter  posts  metallic  bearings  are  used  In  place  of 
timber.  Figures  8  and  9  show  the  details  adopted.  Heavy  steel  castings  are 
embedded  in  the  concrete  at  the  hollow  quoins  and  similar  castings  are  at- 
tached to  the  ends  of  the  gates  by  bolts  and  rivets.  In  order  to  obtain  an  exact 
bearing,  and  also  to  provide  for  easier  renewal,  separate  bearing  plates  are 
fastened  into  machined  recesses  in  these  castings.  The  hollow  quoin  castings 
were  set  in  the  concrete  during  the  construction  of  the  walls,  and  many  of  them 
show  considerable  deviation  from  an  absolutely  correct  position.  The  erection 
and  adjustment  of  the  bearing  plates  formed  a  part  of  the  gate  contact  and 
preceded  the  erection  of  the  gates  themselves.  The  plates  are  attached  to  the 
castings  by  1-inch  bolts  placed  17  inches  apart.  Their  exact  adjustment  is  made 
by  these  bolts  and  by  temporary  stud  bolts  placed  at  intervals  of  about  2  feet 
along  the  center  line  of  the  plates.  A  fine  steel  wire  is  fastened  at  tiie  top  and 
the  bottom  of  the  quoin  so  as  to  pass  exactly  through  the  center  to  which  the 
curved  surfaces  of  the  bearing  plates  are  to  be  set  These  wires  are  fixed  in 
position  by  reference  to  a  plumb  line  placed  directly  over  the  center  of  the 
pintle  below.  By  using  a  flat  metallic  template,  which  is  curved  on  one  side  to 
the  correct  radius  and  notched  at  the  other  to  indicate  the  center,  the  several 
quoin  plates  are  readily  revolved  about  their  axis  and  shifted  forward  and 
bnckward  into  correct  positions.  Even  with  errors  of  as  much  as  three-eighths 
to  onf^half  inch  in  the  position  of  the  castings  there  has  been  no  difficulty  in 
setting  the  bearings  exactly,  although  a  small  amount  of  grinding  was  at  times 
necessary.  Extreme  care  has  been  taken  to  get  the  best  possible  results,  and  it 
is  believed  that  the  deviation  in  the  bearing  surfaces  rarely  exceeds  four  to 
flve  thousandths  of  an  inch  from  an  absolutely  correct  position,  except  where 
the  machining  in  the  shops  was  defective. 

After  the  plates  are  exactly  aligned,  melted  babbitt  metal  is  poured  Into  the 
spacefi  between  the  plates  and  the  castings  through  some  of  the  bolt  holes  used 
for  adjustment.  These  are  used  as  pouring  holes  at  intervals  of  about  4  feet 
After  a  little  practice,  no  difficulty  was  experienced  in  pouring  the  metal  suc- 
cessfully.   A  rather  large  melting  pot  is  desirable,  and  a  high  temperature.    To 
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avoid  explosions  from  dampness,  it  has  proved  necessary  to  blow  hot  "com- 
pressed air  into  the  spaces  to  be  filled,  just  before  pouring.  The  joints  between 
the  bearing  plates  and  castings  are  finally, call^ed.  The  castings  along  the  gate 
leaves  are  attached  and  secured  to  same  before  the  gates  are  moved. 

In  order  to  insure  a  good  bearing  between  the  castings  and  the  end  plate  on 
the  gate  frame,  the  latter  are  carefully  ground  with  emery  wheels.  No  attempt 
is  made  to  obtain  an  absolutely  true  plane  for  the  whole  height  of  the  leaf, 
as  minor  errors  are  readily  corrected  by  the  adjustment  of  the  bearing  plates. 
The  deviation  from  a  true  plane  is,  however,  very  small.  The  grinding 
has  for  its  purpose  the  obtaining  of  good  contact  between  the  individual  cast- 
ings, which  are  a  panel  in  height,  and  the  end  plates.  An  exact  contact  is 
insisted  upon  along  the  outer  edges  of  each  casting,  and  also  opposite  the  reac- 
tion diaphragms,  but  small  depressions  at  other  parts  of  the  surface  are 
permitted. 

The  adjustment  of  the  wedge-shaped  plates  between  the  castings  and  the 
sides  of  the  structural  frame  is  somewhat  difl!icult,  and  many  of  the  bolt  holes 
have  to  be  reamed  from  the  inside  of  the  leaf.  After  the  leaf  is  in  correct 
position  on  the  pintle,  with  the  bearing  plates  loosely  attached  to  the  reaction 
castings,  the  final  adjustment  of  the  plates  is  made.  For  the  quoin  end  this 
is  done  by  placing  the  leaves  in  their  correct  closed  position  against  the  sill 
and  then  forcing  the  several  bearing  plates  against  the  fixed  plates  in  the  hol- 
low quoin.  This  Is  done  by  means  of  the  bolts  which  fasten  the  plates  to  the 
castings  and  of  small  temporary  bolts  or  jaclts  attached  to  the  ends  of  the 
permanent  bolts  and  bearing  with  their  other  ends  against  the  opposite  surface 
of  the  casting.  With  the  plates  thus  firmly  held,  the  gate  is  revolved  into  a 
wide-open  position  and  the  plates  babbitted  through  holes  in  their  faces.  Fig- 
ures 8,  9,  and  10  show  these  bearings  and  the  small  Jacks  used  for  adjustment. 
It  may  be  noted  that  there  is  sufficient  room  for  adjusting  the  bolts  when  the 
leaves  are  closed,  and  also  that  the  bearing  is  accessible  for  pouring  the  babbitt 
and  for  possible  future  renewal  of  the  bearing  plates  when  the  leaves  are  wide 
open. 

A  very  close  adjustment  has,  in  the  manner  just  mentioned,  been  made  In 
the  case  of  the  first  two  gates  so  far  finished.  It  should  be  added  that  the 
leaves  are  always  adjusted  in 'the  early  morning,  when  the  temperature  is 
lowest  and  the  gates  are  at  a  uniform  temperature  in  all  their  parts.  It  was 
expected  to  adjust  the  bearings  at  the  miter  i)osts  in  the  same  way  .by  bringing 
the  two  leaves  into  a  correct  closed  position  and  pressing  the  bearing  plates 
against  each  other  by  means  of  jacks.  The  variations  in  the  lengths  of  the 
leaves  from  temperature  changes,  even  within  a  very  short  period  of  time, 
have  made  it  necessary  to  abandon  this  method.  It  also  proved  dlflicult  to 
hold  the  tops  of  the  leaves  in  a  fixed  position  with  reference  to  each  other. 
The  method  which  seems  to  give  the  best  results  is  to  close  the  leaves,  bring 
the  plates  at  the  top  and  bottom  into  contact,  and,  after  fixing  them  in  that 
position,  to  open  the  leaves  and  adjust  all  the  bearings  on  each  miter  post  to 
a  true  line  between  the  top  and  bottom.  This  is  done  by  the  use  of  the  fine 
wires  and  the  adjusting  bolts,  and,  after  babbitting,  the  gates  are  brought  to- 
gether, so  that  irregularities  may  be  observed  and  corrected  by  grinding.  In 
order  to  counteract  possible  slight  drooping  of  the  leaves,  it  may  prove  best 
to  use  a  small  spacer  between  the  two  bearings  at  the  top  when  first  adjusting 
the  top  plates  at  the  miter  posts.  • 

The  adjustment  of  the  timber  at  the  sill  is  made  after  the  miter  and  quoin 
bearings  are  completely  finished.  These  timbers  rest  in  castings  with  a  space 
about  1  inch  wide  for  grouting.  Hence  they  can  readily  be  pressed  against 
the  gate  leaves  when  they  are  closed,  bolted  fast,  and  afterwards  grouted. 

The  final  work  is  the  testing  of  the  leaf  for  water-tightness.  In  order  to  do 
this,  it  is  blocked  up  securely  and  the  entire  air  chamber  filled  with  water, 
the  manshaft  being  also  filled  to  the  top  of  the  leaf,  giving  a  head  at  the 
bottom  equal  to  the  full  height  of  the  gate.  Any  leaks  along  the  calked  seams 
or  at  the  rivets  are  at  once  corrected  by  calking.  The  tightness  of  the  bulk- 
heads subdividing  the  air  chambers  is  afterwards  tested  by  successively  empty- 
ing the  several  compartments,  thus  exposing  the  bulkheads  to  one-sided 
pressure. 

The  leaves  so  far  tested  have  shown  but  very  few  and  unimportant  leaks,  so 
that  the  gates  were  made  absolutely  water-tight  in  a  few  hours. 

The  testing  of  the  downstream  sheathing  above  the  air  chambers  can  not  be 
undertaken  until  the  locks  are  filled  with  water,  so  that  the  leakage  on  the 
downstream  side  may  be  observed  and  errors  corrected. 
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CHAIN  FENDEB8.      . 

The  studies  made  for  the  chain  fenders  and  the  design  selected  for 
the  construction  of  a  trial  unit  were  fully  described  in  the  annual 
rwort  for  1911.  The  design  as  shown  on  drawing  5224  (PI.  No.  81 
or  that  report)  was  completed  in  detail  during  the  early  part  of  the 
present  fiscal  year  and  bids  were  invited  for  the  construction  of  the 
machinery  under  Circular  No.  649,  to  be  submitted  November  4, 1911. 
On  the  basis  of  the  ^oposals  received,  a  contract  was  let  to  the  lowest 
bidder,  the  United  Engineering  &  Foundry  Co.,  of  Pittsburgh,  Pa., 
for  the  delivery  on  the  Isthmus  of  all  parts  of  the  fender,  excepting 
the  chain  proper,  the  water  tank,  the  resistance  valves,  the  pumps, 
the  motors,  and  the  electric  and  signal  apparatus. 

The  heavy  riveted  anchors  embedded  in  the  masonry  had  been 
previously  built  at  the  commission's  shops  on  the  Isthmus. 

The  above  contract  covers  the  machinery  for  one  fender  delivered 
at  Colon,  the  price  being  $21,113  for  this  unit,  but  the  commission 
reserves  the  rieht  to  purchase  the  material  for  the  other  23  fenders 
at  prices  named  in  the  contractor's  bid.  The  pumps  and  motors  were 
let  to  the  General  Electric  Co.,  under  Circular  No.  681,  the  pumps  to 
be  built  by  the  Cameron  Pump  Co.,  of  Phillipsburg,  N.  J.  The  con- 
tract prices  for  this  material  delivered  on  the  Isthmus  are  as  follows : 
Two  pumps  for  the  first  chain  fender,  $976;  forty-six  pumps  for 
remaining  fenders,  $22,252;  motors  for  same,  $2,132  and  $27,002, 
respectively. 

The  electric  control  was  advertised  for  under  Circular  679  and  let 
to  the  General  Electric  Co.,  and  the  signal  apparatus,  advertised  under 
the  same  circular,  was  let  to  the  Union  Switch  &  Signal  Co. 

To  determine  the  best  form  of  emer^ncy  resistance  valve,  an 
elaborate  series  of  tests  has  been  made  m  the  power  plant  of  the 
Prudential  Insurance  Co.,  at  Newark,  N.  J.  Tnree  types  of  valve 
have  been  tested  under  conditions  approximating  those  of  actual 
operation,  two  of  the  valves  giving  satisfactory  results  under  test. 

No  material  for  the  fenders  had  been  shipped  at  the  end  of  the 
fiscalvear  except  the  chain  for  the  first  fender,  which  was  built  at 
the  rfnited  States  navv  yard  at  Boston.  It  is  believed  that  the 
machine  parts  for  the  first  fender  will  be  shipped  from  the  United 
States  in  July,  so  that  erection  can  begin  about  September  1, 1912. 

It  should  be  added  here  that  a  large  amount  of  time  has  been  spent 
in  this  subdivision  during  the  year  in  working  out  the  detailed  plans 
for  the  decking  of  the  lock  walls  over  the  machinery  rooms  for  the 
fender  chains.  Owing  to  the  very  limited  head  room  and  varjring 
amount  of  space  available,  considerable  study  has  been  necessary. 

FLOATING  CAISSON  GATES. 

Work  on  the  detailed  drawing[s  for  these  gates  has  been  continued 
during  the  fiscal  year  on  the  basis  of  the  general  design  described  in 
the  last  annual  report.  The  plans  for  various  decks,  eta,  have  been 
drawn  out  and  a  detailed  study  made  of  the  pumps  and  piping. 
Owing  to  the  pressure  of  other  work,  the  amount  of  time  devotra 
to  the  caissons  was  comparatively  small. 

61012*— 1 
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BECESS  COVESS. 

All  material  for  the  structural  steel  covers  by  which  the  electric 
locomotive  track  is  supported  over  the  recesses  of  all  the  lock  gates, 
excepting  the  lower  guard  gates,  was  delivered  during  the  fiscaiyear 
by  the  United  States  Steel  Products  Co.,  the  contractors  for  the 
manufacture  of  this  metal  work. 

The  erection  in  the  field  was  let  to  the  McClintic-Marshall  Con- 
struction Co.  by  a  contract  dated  July  7, 1911. 

By  the  end  of  the  fiscal  year  they  had  practically  completed  the 
eredtion  of  all  the  covers  in  the  Gatun  and  Pedro  Miguel  locks,  but 
had  done  no  work  at  Miraflores.  Parties  operating  under  the  ma- 
chinery-erection force  were  engaged  in  concreting  in  place  the  beams 
of  the  covers  after  erection  under  contract. 

CONTRACTS. 

During  the  fiscal  year  contracts  have  been  made  for  work  under 
this  subdivision  as  follows : 

For  pumps  and  motors  for  unwatering  gate  leaves,  with  Alberger 
Pump  Co.  and  the  General  Electric  Co.,  respectively. 

For  motors  for  hand-rail  gearing,  with  the  General  Electric  Co. 

The  above-named  material  is  included  in  contracts  for  other  ma- 
terial advertised  under  Circular  681. 

Dated  May  4,  1912,  with  the  Earle  Gear  &  Machine  Co.,  of  Phila- 
delphia, Pa.,  for  hand-rail  gearing  for  lock  gates.  Total  contract 
price,  $5,360. 

Dated  July  7, 1911,  with  the  McClintic-Marshall  Construction  Co.. 
of  Pittsburgh,  Pa.,  for  erection  of  lock-gate  recess  covers.  Total 
price,  approximately,  $30,000. 

Dated  December  5,  1911,  with  the  United  Engineering  &  Foundry 
Co.,  of  Pittsburgh,  Pa.,  for  fender  chains.  Total  price,  $21,113  for 
one  unit ;  $428,005  for  24  units. 

Operating  Machinery. 

This  subdivision  has  been  under  the  charge  of  Mr.  Edward 
Schildhauer,  electrical  and  mechanical  engineer.  The  designing  and 
drafting  has  been  carried  on  with  the  assistance  of  Messrs.  C.  B. 
Larzelere,  W.  R.  McCann,  and  C.  C.  Coppin,  assistant  engineers, 
and  the  necessary  draftsmen  and  clerks.  Mr.  Frank  A.  Browne, 
assistant  engineer,  has  had  the  immediate  charge  of  the  inspecting 
force  in  the  United  States,  and  Mr.  E.  E.  Lee,  superintenaent  or 
erection,  has  directed  the  erecting  force  on  the  Isthmus. 

RISING  STEM  AND  CYLINDRICAL  VALE'S  MACHINES. 

The  first  two  machines  furnished  by  the  Wheeling  Mold  &  Foundry 
Co.  were  tested  at  the  works  of  the^  manufacturer  and  found  to  be 
satisfactory,  after  which  the  commission  exercised  its  option,  and 
contract  was  entered  into  December  5,  1911,  with  this  company  for 
the  furnishing  of  all  parts  for  114  rising  stem  gate- valve  macnines. 
without  motors.  After  successful  test  of  the  first  two  cylindrical 
[  valve  machines  at  the  works  of  the  manufacturer,  the  Wheeling 
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Mold  &  Foundry  Co.  was  also  awarded  the  contract  on  October  25, 
1911,  for  118  additional  cylindrical  valve  machines,  without  motors, 
and  12  auxiliary  culvert  valve  machines,  without  motors. 

Two  trial  machines  of  each  kind  were  ordered  in  March  of  last 
year  from  the  Wheeling  Mold  &  Foundry  Co.  The  cylindrical  valve 
machines  were  received  on  the  Isthmus  October  23,  1911,  and  the 
rising  stem  gate- valve  machines  January  2,  1912.  The  latter  Nos. 
260  and  261,  are  now  installed  complete;  were  tested  in  June,  1912, 
and  found  to  be  satisfactory.  Shipment  was  begun  in  April  on 
the  main  order  of  114  rising  stem  gate-valve  machines  and  118 
cylindrical  valve  machines  from  the  works  of  the  contractor,  but 
delay  has  been  caused  by  the  strike  of  stevedores  at  Baltimore,  the 
point  of  shipment.  Up  to  June  SO,  1912,  a  total  of  21  rising  stem 
valve  machines  (except  valve  stems  and  thrust  screws) ,  84  cylindrical 
valve  machines,  and  3  auxiliary  culvert  valve  machines  have  been 
received. 

Owing  to  the  peculiar  climatic  conditions  of  the  Isthmus,  involving 
tropical  heat  and  extreme  humidity,  and  the  deteriorating  effect  of 
these  conditions  on  the  insulation  of  electrical  machinery,  it  was 
necessary  to  investigate  thoroughly  the  different  kinds  of  insulation 
available  for  use  on  the  lock  machinery.  Accordingly,  the  sample 
motors  ordered  under  Circular  614,  as  reported  in  the  last  annual 
report,  were  subjected  to  very  careful  tests.  Sixteen  sample  motors 
in  all  were  purchased.  Eight  of  these  motors  were  first  sent  to  the 
machine  contractors  for  operating  tests  on  valve  machines.  The 
other  eight  motors  were  shipped  direct  to  the  Isthmus. 

These  motors  were  subjected  to  a  very  extensive  and  complete 
series  of  tests,  in  which  the  insulation  was  subjected  to  the  extreme 
conditions  spcK^ified  in  the  circular. 

The  eight  motors  shipped  direct  to  the  Isthmus  were  first  placed 
in  a  storehouse  at  Gatun,  where  they  were  exposed  to  the  ordinary 
conditions  of  climate,  for  a  period  of  about  two  months,  during 
which  time  the  condition  of  the  insulation  was  periodically  deter- 
mined by  inspection  and  tests. 

In  order  to  expedite  the  action  of  the  heat  and  humidity,  it  was 
proposed  to  subject  the  motors  to  a  steam  test,  in  which  the  extremes 
of  temperature  and  humidity  mentioned  might  be  reproduced. 
Accordingly,  a  small  building  was  erected  at  Gatun  in  which  these 
tests  were  conducted.  In  order  that  the  test  conditions  of  all  motors 
might  be  identical  in  all  respects,  the  motors  were  placed  in  this 
bunding  and  tests  performed  on  all  motors  simultaneously,  so  that 
the  motors  were  subjected  to  the  same  humidity  and  temperature  for 
the  same  lengths  of  time.  Briefiy,  the  tests  consisted  of  filling  the 
building  in  which  the  motors  were  located  with  steam,  thereby  main- 
taining a  temperature  of  50^  C,  for  a  period  of  10  days,  making 
potential  tests  and  measurements  of  insulation  through  the  period  of 
test  The  precaution  of  placing  all  motors  in  the  same  house  and 
of  performing  simultaneous  tes&  on  all  motors  was  taken  in  order 
that  exactly  the  same  conditions  would  exist  for  all  of  the  motors 
tested.  The  tests  were  conducted  without  the  presence  of  anv  ren- 
resentatives  of  the  manufacturers.    The  arrangements  were  brieny 

as  follows: 

A  2-inch  steam  pipe  was  installed  at  the  center  of  the  room  near 
the  ceiling.    The  motors  were  distribtued  about  the  room  so  that  the 
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motors  of  the  same  make  were  not  together,  nor  in  the  same  relative 
position.  To  obtain  the  desired  temperature  control,  a  regulating 
valve  was  installed  in  the  steam  pipe,  and  thermometers  were  located 
at  14  different  points  around  the  walls  of  the  building,  these  ther- 
mometers being  read  from  the  outside  of  the  building.  The  adjust- 
ment of  temperature  was  made  by  admitting  air  through  openings 
located  about  4  feet  above  the  floor  around  the  walls  of  the  room  to 
obtain  a  uniform  temperature,  as  shown  on  the  various  thermometers. 

At  the  start  of  this  steam  test  the  motors  were  subjected  to  a  poten- 
tial test  of  1,600  volts  for  one  minute.  Thereafter  they  were  sub- 
jected to  tests  of  1,000  volts  for  10  seconds,  each  24  hours.  Also, 
during  steam  test,  measurements  of  insulation  resistance  were  made 
at  intervals  of  six  to  eight  hours.  Before  the  start  of  the  steam  test 
all  motors  were  run  li^ht  for  a  short  time  under  normal  conditions  on 
a  220-volt,  3-phase  circuit.  All  finished  parts  of  the  motors  were 
treated  with  a  coating  of  graphite  and  oil  before  the  steam  was 
turned  on  the  first  time.  The  terminals  of  the  motors  were  also  pro- 
tected by  a  covering  of  rubber  tape. 

In  making  the  high  potential  tests  the  terminals  of  all  motors 
were  connected  to  a  common  bus,  the  frames  being  likewise  connected 
to  a  common  ground.  The  buses  were  then  made  alive  through  hook 
switches  and  the  potential  raised  to  test  voltage  and  maintamed  for 
the  specified  period,  when  it  was  again  lowered  and  current  cut  off. 
As  the  test  progressed  it  was  not  possible,  nor  desirable^  to  maintain 
the  secondary  voltage  at  desired  value  after  the  insulation  of  one  or 
more  motors  had  weakened  or  broken  down.  It  was  therefore  neces- 
sary to  test  the  motors  separateljr  after  they  had  once  broken  down. 
Usually  100  or  200  volts  was  sufficient  to  indicate  on  primary  ammeter 
that  insulation  of  motor  was  defective.  During  tne  period  of  the 
steam  tests  the  observations  of  insulation  resistance  were  plotted, 
and  a  complete  record  of  the  condition  obtaining  throughout  the  test 
was  kept.  For  the  10  days  following  the  steam  test  the  motors  were 
allowed  to  remain  under  normal  conditions  of  room  temperature  and 
humidity.  Such  motors  as  had  broken  down  under  the  steam  test 
and  did  not  recover  in  the  following  10  days  were  taken  apart  to 
facilitate  examination  of  the  windings,  the  case  and  rotor  bein^  re- 
moved.   The  faults  on  these  motors  were  located  as  far  as  possible. 

In  order  to  determine  further  the  possibility  of  clearing  faults  on 
the  windings  by  drying  out,  the  motors  having  sufficient  insulation 
were  run  light  on  normal  voltage.  The  other  motors  were  heated  by 
current  from  a  rheostat,  the  insulation  resistance  beinff  measured  at 
frequent  intervals.  It  was  further  proposed  as  a  test  ot  the  insulation 
to  actually  immerse  the  motors  in  water.  The  motors  which  had  sur- 
vived the  steam  test  were  therefore  given  this  additional  test,  which, 
briefly,  consisted  of  filling  the  case  with  water  at  a  temperature  of 
approximately  30°  C.  and  maintaining  this  condition  over  a  period  of 
about  five  hours,  during  which  time  observations  of  insulation  resist- 
ance were  made  continuously.  After  this  period  the  water  was  re- 
moved and  the  motors  were  allowed  to  dry  out,  first  under  room 
temperature  and  then  with  internal  heat  applied  by  current  from  a 
rhoestat,  and  finally  by  running  the  motors  light. 

The  remaining  eight  motors  which  were  first  shipped  to  the  machine 
contractors  were  not  subjected  to  the  steam  test,  but,  after  reaching 
the  Isthmus,  were  given  immersion  tests  similar  to  those  above  de- 
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scribed.  The  motors  were  first  run  light  in  order  that  they  might 
be  thoroughly  dried  out,  observations  of  insulation  being  taken  at 
frequent  intervals  throughout  these  runs,  and  serving  as  an  indica- 
tion of  their  condition.  After  the  five-hour  immersion  the  water  was 
removed  and  motors  put  through  drying-out  process,  first  under 
room  temperature^hen  with  internal  heat,  and  finally  by  running 
light,  as  before.  The  motors  which  had  sufficient  insulation  resist- 
ance were  run  light  on  the  day  following  the  immersion  test. 

The  relative  standing  of  the  various  types  of  insulation  in  these 
tests  was  in  general  definite,  and  the  choice  of  the  most  suitable  instil- 
lation was  clear;  however,  in  view  of  the  number  of  motors  tested,  it 
was  desirable  to  obtain  a  ntunerical  basis  of  comparison  of  the  various 
motors.  A  schedule  of  the  various  stages  of  the  tests  was  therefore 
prepared  and  a  number  of  points  assigned  for  the  survival  of  each 
of  these  stages.  The  motors  were  given  four  points  for  surviving 
the  test ;  three,  if  after  failure  during  the  test  the  insulation  recovered 
without  repair;  two,  if  after  such  failure  the  insulation  was  found 
possible  of  repair ;  one,  if  after  repair  the  motor  recovered ;  and  none 
if  they  failed  to  recover  at  all.  Tne  total  points  for  each  of  the  four 
motors  representing  the  manufacturer  in  the  entire  series  of  tests 
then  served  as  an  index  from  which  the  relative  value  of  the  insula- 
tion could  be  determined* 

On  the  basis  of  the  tests  as  above  outlined,  the  contract  was 
awarded  to  the  General  Electric  Co.  on  the  alternative  bid,  for  114 
motors  for  the  rising  stem  gate  valve  machines,  118  motors  for  the 
cylindrical  valve  machines,  and  12  motors  for  auxiliary  culvert  valve 
machines,  at  a  total  price  of  $121,515.20.' 

LIMPT  SWnCHES. 

A  series  of  tests  was  also  made  on  the  sample  limit  switches  pur- 
chased under  Circular  614.  The  tests  consisted  of  insulation  and 
potential  tests  under  the  climatic  conditions  of  the  Isthmus,  and 
while  these  tests  were  not  as  extensive  as  the  motor  tests,  sufficient 
information  was  obtained  to  determine  the  suitability  of  the  various 
bids  and  make  the  award  on  this  class  of  apparatus. 

Contract  was  entered  into  with  the  Cutler-Hammer  Manufacturing 
Co.  for  114  limit  switches  for  rising  stem  ^te  valve  machines  and 
118  limit  switches  for  cylindrical  valve  machines,  in  exercise  of  option 
reserved  by  the  purchase  of  the  trial  equipment.  The  contract  price 
for  these  switches  was  $5,586  and  $5,782,  respectively,  for  the  rising 
stem  gate  valve  machines  and  the  cylindrical  valve  machines.  Satis- 
factory progress  has  been  made  in  the  manufacture  of  these  switches, 
and  50  are  reported  as  having  been  shipped  from  the  works  of  the 
manufacturer  to  date. 

HOISTING  MACHINERY  FOR  EMEROENCT  DAMS. 

The  Otis  Elevator  Co.  is  building  the  emergencv  dam  and  gate 
and  girder  hoisting  machines  designed  in  this  subdivision,  and  the, 
contract  for  the  electrical  equipment  has  been  placed  with  the  Greneral 
Electric  Co.,  and  is  inspected  under  this  subdivision  of  the  office. 

Satisfactory  progress  has  been  made  during  the  year.  The  first 
machine  of  each  type  has  been  tested  and  the  other  machines  have 
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processed  to  the  extent  that  they  will  soon  be  ready  for  tests.  Tests 
of  tne  worm  gearing  were  carried  out  at  the  works  of  the  Otis  Eleva- 
tor Co.,  and  the  motor  characteristics  and  the  hand-operating  mech- 
anism adapted  to  the  results  of  the  tests. 

TOWING  DEVICES. 

A  report  of  awards  under  Circular  619  for  towing-locomotive  track 
was  ^iven  in  the  last  annual  report  The  condition  of  the  work  is 
as  follows: 

Class  1.  Structural  steel  parts,  furnished  by  the  United  States 
Steel  Products  Co.    This  contract  is  over  95  per  cent  completed. 

Class  2.  Considerable  difficulty  has  been  experienced  oy  the  con- 
tractors in  producing  steel  castings  for  the  rack  sections,  which  are 
sufficiently  accurate  for  the  purpose  intended.  The  subcontractor, 
the  Pennsylvania  Steel  Co.,  experimented  with  the  sections  until  they 
produced  a  satisfactory  product,  and  the  delay  involved  thereby  has 
practically  been  overcome  by  the  recent  deliveries  being  in  excess  of 
schedule.    The  delivery  of  steel  rack  sections  is  44  per  cent  completed. 

Class  3.  Malleable  iron  supporting  brackets  for  the  conductor  slot 
covers;  contractor,  Ross-Meehan  Foundry  Co.  Sixty  per  cent  of 
the  brackets  furnished  by  this  contractor  have  been  delivered  to  the 
Isthmus,  but  were  rejected  on  account  of  general  irregularities.  Mal- 
leable iron  cover  plates  and  washers,  furnished  by  the  same  contrac- 
tor, have  been  completely  delivered. 

Class  4.  Copper  conductor  rails  and  splice  bars  for  towing  track. 
Bids  obtainea  on  material  covered  by  this  class  of  the  original  cir- 
cular were  rejeSbted  and  readvertised  under  Circular  No.  647.  Most 
of  the  bidders  submitted  prices  on  a  copper  conductor  rail  of  the 
rolled  structural  T  section,  but  the  irregular  surface  obtained  made 
it  unsuitable  for  the  purpose  intended.  Contract  was  placed  with 
the  Wheeling  Mold  &  Foundry  Co.,  the  lowest  bidder,  on  October  16, 
1911,  for  approximately  700,000  pounds  of  extruded  copper  T  con- 
ductor rail  for  the  towing  tracks  and  approximately  16,000  pounds  of 
copper  splice  bars  for  the  same,  at  20.7  and  27.95  cents  per  pound, 
respectively. 

Class  5.  Crossovers  and  turnouts.  The  bids  received  were  unsatis- 
factory. All  bids  were  rejected,  and  the  materi«,l  was  readvertised 
under  Circular  688.  The  original  bids  on  this  class  ranged  from 
$146,466  to  $324,030.  The  readvertisement,  which  was  accompanied 
by  more  complete  detail  drawings  than  the  first  advertisement,  re- 
sulted in  the  United  States  Steel  Products  Co.  being  the  lowest 
bidder,  and  the  contract  was  entered  into  with  that  company  on 
April  26  for  $44,142,  exclusive  of  some  items  which  were  purchased 
imder  the  increase  clause  of  other  existing  contracts,  amounting  to 
$15,000.  This  readvertisement  resulted  in  a  saving,  in  round  num- 
bers, of  $87,000  to  the  commission. 

Tne  electric  towing  locomotive  was  described  in  the  annual  report 
of  1910.  Certain  modifications  were  made  in  the  design  from  that 
previously  described.  Circular  650  invited  bids,  and  the  policy  was 
pursued,  as  in  the  case  of  other  machines,  namely,  to  ask  price  on 
sample  machine  and  also  on  the  remainder  should  the  sample  prove 
satisfactory.  The  circular  called  for  bids  on  1  and  on  39  electric 
towing  locomotives.    Six  bids  were  received,  of  which  that  of  the 
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General  Electric  Co.  was  the  lowest.  Their  total  price  for  the  39 
locomotives  will  be  approximately  $456,300,  or  about  $11,700  each. 
This  price  is  $325  a  ton,  or  16.1  cents  per  pound.  The  cost  of  the 
first  locomotive  is  $24,951.  Award  was  made  to  the  General  Electric 
Co.  for  the  first  locomotive,  decision  as  to  the  balance  to  be  made 
after  it  has  been  tested. 

MTTER  GATE  MOVING  AND  MITBR  GATB  FOBCING  MACHINES  AND  MOTORS 

FOR  SAME. 

(Circular  627.) 

The  machines  for  operating  the  lock  gates  were  described  in  the 
annual  report  for  1910,  and  the  last  annual  report  gave  a  review  of 
the  bids  and  respective  prices. 

Contract  was  given  to  the  Wheeling  Mold  &  Foundry  Co.  at  the 
close  of  the  last  fiscal  year  (June  22,  1911)  for  the  first  two  miter 
gate-moving  machines  and  on  the  same  date  the  Richard  Manuf  ac* 
turing  Co.  was  given  contract  for  the  first  miter  forcing  machine. 

These  were  completed  and  satisfactorily  tested  in  the  works  of  the 
contractors  and  were  shipped  to  the  Isthmus  and  received  in  Janu- 
ary. The  miter  gate-moving  machines  have  been  installed  in  their 
respective  places  and  one  tested  in  regular  service  of  swinging  a 
gate  in  the  dry.  The  operation  was  successfully  performed  in  1  min- 
ute and  48  seconds,  this  bein^  12  seconds  less  than  the  estimated 
time.  These  tests  were  satisfactory,  and  the  Wheeling  Mold  & 
Foundry  Co.  was  given  contract  for  the  remaining  90  miter  sate- 
moving  machines  on  February  11,  1912.  At  the  close  of  the  nscal 
year  shipment  has  been  started  from  the  works  of  the  William  Tod 
Co.,  suteontractors  to  the  Wheeling  Mold  &  Foundry  Co.  Ship- 
ment is  to  be  completed  May  1, 1913. 

The  installation  of  a  miter  forcing  machine  has  not  been  com- 
pleted, as  the  structural  features  of  the  gate  were  not  ready  to  permit 
of  its  installation. 

The  award  for  the  motors  was  withheld  until  the  results  .of  the 
tests,  described  hereinbefore,  conducted  under  Circular  614,  should 
be  known.  Instructions  were  issued  from  the  Isthmus  under  date  of 
May  9  this  year  for  placing  the  award  with  the  General  Electric  Co. 
for  the  entire  number  of  motors  for  miter  gate-moving  and  miter 
forcing  machines.  The  award  for  miter  forcing  machine  motors 
beinff  conditional  and  dependent  on  a  decision  to  use  this  machine 
on  all  gates. 

The  award  for  the  main  q^uantity  of  miter  forcing  machines  has 
been  withheld  until  a  test  is  obtained  with  the  sample  machine 
erected  in  place  on  the  miter  gate. 

VITRIFIED  TILE  DUCT. 

This  circular  covered  vitrified  tile  ducts  for  power  and  control 
cables  in  the  lock  walls  and  connecting  the  Iocks  with  the  power 
stations.  One  million  five  hundred  thousand  duct  feet  were  ordered 
from  the  Shawmut  Clay  Manufacturing  Co.  at  a  unit  cost  of  5.69 
cents  per  foot,  or  $85,350.    The  delivery  is  practically  completed. 
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HYDROELECTRIC  STATION. 

Specifications  were  issued  September  9,  1911,  covering  the  main 
generating  equipment  for  a  hydroelectric  station  containing  three 
2,000-kilowatt  units,  to  be  located  adjacent  to  the  spillway  in  Gatun 
Dam.  The  equipment  is  to  consist  of  three  2,250-kilowatt  water 
turbines,  three  head  gates,  three  penstocks,  three  governors,  three 
draft  tubes,  three  2,000-kilowatt  generators,  three  direct-connected 
50-kilowatt  exciters,  two  100-kilowatt  motor-driven  exciter  sets,  one 
30-ton  electric  crane,  and  one  lubricating  system. 

Bids  were  opened  in  Washington  on  October  9  and  canvassed  on  the 
Isthmus  upon  their  arrival.  The  award  of  the  hydraulic  equipment, 
class  1,  was  made  November  28, 1911,  to  the  Pelton  Water  Wheel  Co., 
^nd  contract  was  entered  into  December  2  with  promise  of  delivery 
in  160  to  196  days  for  the  water  wheels  and  governors,  126  to  160  days 
for  the  penstocks,  and  90  to  120  days  for  the  head  gates. 

Award  was  made  for  the  electrical  equipment,  class  2,  to  the  General 
Electric  Co.  November  28, 1911,  and  contract  entered  into  December  2, 
with  promise  of  delivery  as  follows: 

Days. 

Generators 170-200 

Exciters 140-160 

The  crane,  class  3,  was  awarded  to  the  Niles-Bement-Pond  Co. 
January  6,  1912,  and  contract  drawn  under  date  of  January  19,  with 
promise  of  delivery  in  100  to  120  days. 

The  cost  of  the  three  classes  is  as  follows: 

Class  1 $85, 834.  50 

Class  2 54, 599. 00 

Glass  3 7, 445. 00 

147, 878. 50 

At  the  close  of  the  yeat  one  generator  was  completed  and  ready  for 
test  at  the  works  of  the  contractor.  The  only  material  delivered  on 
the  Isthmus  is  60  per  cent  of  the  penstocks.  Every  effort  is  being 
made  to  have  the  remainder  of  this  material  on  the  Isthmus  at  an 
early  date,  and  the  latest  advices  from  the  States  indicate  that  com- 
plete shipment  will  be  made  by  June  29, 1912. 

From  the  storage  in  Lake  Gatun  there  will  be  available  sufficient 
water  to  warrant  the  installation  of  6,000  kilowatts  in  generating 
capacity,  including  reserve.  The  average  head  throughout  the  year 
will  be  approximately  75  feet,  the  elevation  of  the  toil  race  beinc 
about  8  leet  above  sea  level.  During  the  rainy  season  water  will 
be  plentiful  and  must  be  wasted  over  flie  adjacent  spillway.  During 
the  dry  season,  however,  it  will  be  necessary  to  draw  upon  the  storage 
in  Gatun  Lake.  The  maximum  quantity  oi  water  diverted  for  hvdro- 
electric  development  is  approximately  7  per  cent  of  the  minimum 
water  supply,  and  is  the  excess  which  is  not  required  for  lockages, 
evaporation,  and  leakage. 

AUXILIABY  ELECTRICAL  EQUIPMENT  FOR  OATUK  HYDROELECTRIC  STATION. 

Circular  715  was  issued  on  June  8  covering  the  auxiliary  equipment 
of  the  hydroelectric  station,  consisting  of  switchboards,  lighting  trans- 
formers and  power  transformers  for  the  spillway,  air  compressor, 
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storage  battery  for  emergency  lighting  and  switch  control,  and  the 
crane  equipments    Bids  on  this  circular  are  to  be  opened  on  July  8. 

SPILLWAY  GATE   MACHINE  AND  PUMP. 

The  spillway  gate  machine  is  designed  to  raise  or  lower  in  approxi- 
mately 10  minutes  a  spillway  Stoney  crest  gate  for  controlling  the 
water  levels  of  Gatun  and  Miraflores  Lakes.  It  consists  essentially 
of  two  counterweights,  one  at  each  end  of  the  gate,  connected  to  the 
gate  at  each  end  by  a  screw  and  chain,  the  screw  being  moved  verti- 
cally by  means  of  a  worm  nut  which  is  motor  driven  by  a  worm. 
The  two  screws  at  the  gate  ends  are  driven  simultaneously  through  a 
driving  shaft  which  is  provided  with  a  worm  at  each  end  for  operat- 
ing the  worm  nuts.  The  screws  are  held  in  a  vertical  position  and 
the  hoisting  chains  pass  over  sheaves  at  the  tops  of  the  gate  piers. 

The  counterweights  practically  balance  the  weight  of  the  gate,  so 
that  the  machine  has  to  overcome  only  the  resistance  to  movement  of 
thegate  due  to  water  pressure. 

The  machinery  tunnel  extends  the  full  length  of  the  spillway  within 
the  dam  and  contains  all  the  operating  machinery.  The  screws  for 
lifting  the  gates  pass  through  this  tunnel,  extending  downward  to  the 
counterweights  and  upward  to  the  hoisting  chain  through  openings 
provided  for  the  purpose. 

The  limit  switcn,  geared  to  the  driving  shaft,  prevents  overtravel 
at  the  two  ends  of  travel  of  the  screw  by  cutting  off  current  from  the 
motor  in  the  direction  of  travel.  The  limit  switch  allows  the  motor 
to  be  reversed  at  the  ends  of  travel  or  at  any  intermediate  point.^ 

Circular  661  invited  bids  for  22  spillway  mte  machines,  without 
motors  or  limit  switches,  and  for  three  small  portable  jpuinps,  com- 
plete with  motors,  for  emptying  the  counterweight  pits,  in  which 
seepage  water  will  originally  be  allowed  to  accumulate.^ 

Seven  bids  were  received  for  the  spillway-gate  machines,  of  which 
that  of  the  Steacy- Schmidt  Manufacturing  Co.  was  the  lowest.  Its 
total  price  for  the  22  machines,  including  spare  parts,  was  $70,542. 
The  unit  price  of  a  machine  per  pound,  not  including  the  spare  parts, 
is  14  cents,  or  price  per  ton,  $281.65.  The  counterweights  for  these 
machines  are  being  manufactured  on  the  Isthmus  at  a  unit  cost  of 
1.75  cents  per  pound. 

Three  bids  were  received  for  the  pumps,  and  award  was  made  to 
Henry  R.  Worthington,  the  lowest  bidder,  after  an  investi^tion  of 
the  insulation  proposed  for  the  motor.  Their  price  for  ttie  three 
pumps  is  $821.25.  The  Westinghouse  Electric  &  Manufacturing 
Co.  IS  the  maker  of  the  motors  for  these  pumps.  Drawings  No.  6702 
to  cover  appended  hereto.    (Plate  74.) 

LOCK-CONTROL  AND  INDICATINO  EQUIPMENT. 

On  Januarv  31  specifications  were  issued  for  the  purchase  of  ap- 
paratus for  the  remote  control  and  indication  of  the  lock  machinery 
find  spillway  gates.  The  system  includes  starting  panels  for  the  va- 
rious sizes  of  motors,  limit  switches,  and  special  switches,  such  as  a 
commutating  switch  for  the  miter-gate  control  and  an  auxiliary  cut- 
out  switch  for  the  miter-gate  strut,  handrail  ccmtrollers,  etc.;  also 
remote  indicators  for  showing  at  the  control  switchboard  the  posi- 
tions of  the  various  machines  during  operation,  indicators  for  the 
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varioiis  water  levels,  local  indicators  for  the  chain  fenders,  and  con- 
trol switchboard  for  each  of  the  three  groups  of  locks,  frcmi  which 
all  regular  operating  machinery  will  be  controlled  by  means  of  inter- 
locking switches. 

The  oids  were  opened  in  Washington  on  March  15  and  canvassed 
on  the  Isthmus.  There  were  three  bidders — ^the  Cutler-Hammer 
Manufacturing  Co.,  the  Union  Switch  &  Signal  Co.,  and  the  General 
Electric  Co.  There  were  only  two  complete  bids,  that  of  the  Cutler- 
Hammer  Manufacturing  Co.  and  that  of  the  General  Electric  Co. 

The  General  Electric  Co.  was  coiisi Jerably  lower  in  price  for  the 
complete  equipment,  except  the  local  indicators  for  fender  chains, 
and  mstructions  for  placing  award  with  them  for  all  except  the  local 
indicators  were  sent  to  the  Washington  office  on  April  15.  The  local 
indicators  referred  to,  of  which  only  a  trial  equipment  is  being 
ordered  at  present,  were  awarded  to  the  Union  Switch  &  Signid 
Co.,  the  lowest  bidder. 

The  character  of  the  drawings  submitted  with  the  lowest  bid  ren- 
dered it  necessary  to  make  the  award  tentatively  in  the  case  of  cer- 
tain classes,  particularly  class  4,  the  control  boards  with  the  inter- 
locking switcnes,  until  the  bidders  could  demonstrate  more  fully  that 
the  apparatus  proposed  would  comply  with  the  specifications.  It 
was  also  desired  to  obtain  a  demonstration  of  the  accuracy  of  the 
indicators,  especially  the  float-well  indicators,  and  to  require  some 
minor  changes  in  the  control  panels  before  making  the  award  finaL 

The  amoimts  involved  are  as  follows : 

General  Electric  Co.,  aU  items  except  local  indicators  for  chains $109, 631 

Union  Switch  &  Signal  Co.,  local  Indicators  (trial  equipment) 450 

Union  Switch  &  Signal  Co.,  remaining  quantity  (not  yet  ordered) 10,350 


210, 431 


PUMPS  AND  MOTORS. 


There  will  be  a  total  of  966  permanently  installed  motors  used 
for  diverse  purposes  in  all  locks.  Motors  to  drive  the  risinff  stem 
gate  valves,  the  cylindrical  valves,  and  the  miter-gate  macninery 
were  included  in  the  specifications  for  the  machines.  Under  Cir- 
cular 681,  327  motors,  not  included  in  the  purchase  of  the  machines, 
were  contracted  for,  and  covered  motors  for  all  remaining  machinery 
and  pumps.  These  specifications  were  for  motors  of  various  capaci- 
ties, and  detailed  stipulations  for  the  purchase  of  207  centrirugal 
pumps  and  the  control  and  starting  equipment  of  149  of  these  pumps. 
The  largest  of  these  pumps  are  to  be  used  to  operate  the  manipula- 
tions 01  the  hydraulically  driven  chain  fender  machine.  The  ma- 
jority of  the  pumps  are  of  smaller  capacity,  used  to  clear  various 
sumps  and  drainage  pits  of  bilge.  The  different  pumps,  with  rated 
capacities,  are  tabSated  as  follows : 


Pump. 


1.  Chain  fender  pumps 

2.  Chain  fender  sump  pumps 

3.  Hiter  gate  sump  pumps. . . 

4.  Drainage  sump  pumjis 

5.  Main  culvert  pumps 

6.  Portable  pit  ptunps 


Quan- 
Uty. 


48 

48 

92 

0 

3 

7 


Gallons 
per  min- 
ute. 


1,200 

200 

76 

800 

4,200 
100 


Head. 


Feet. 
Variable. 
06 
90 
16 
60 
100 
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Circular  681  was  issued  February  7,  and  awards  made  April  29 
in  accordance  with  the  following  tabulation : 

327  motors  to  the  General  Electric  Co $106, 490. 18 

60  pumps  to  the  Qeneral  Electric  Oo.  (Cameron  Steam  Pump  Co., 

makers) 26, 921. 50 

147  pumps  to  the  Alberger  Pump  Co 21, 860. 78 

308  float  switches,  starters,  etc.,  to  General  Electric  Co 12, 882. 20 

80  handrail  gearings  to  Earle  Gear  &  Machine  Co..^ 5,360.00 

173, 514. 66 

Deliveries  are  promised  for  the  principal  items  on  dates  varying 
from  July  15  to  November  15,  1912. 

IN8UI4ATED  CABLE. 


• 


Circular  695  was  issued  March  20,  calling  for  prices  on  an  assort- 
ment of  41  sizes  and  kinds  of  cable,  said  prices  to  hold  good  for  a 
period  of  15  months  from  April  3, 1912. 

On  May  1,  to  the  General  Electric  Co.,  the  lowest  bidder  on  this 
class,  award  was  made  for  140.000  feet  No.  0000  B.  &  S.  8-conductor, 
varnished  cambric,  lead-covered  cable,  and  30,000  feet  No.  00  B.  &  S. 
3-conductor,  varnished  cambric,  lead-covered  cable,  at  a  total  cost  of 
approximatelv  $132,000. 

The  control  cables  were  originally  called  for  in  7,  13,  and  19  con- 
ductor sizes,  as  these  lay  up  most  economically  in  the  finished  cable. 
It  was  intended  to  make  a  19-conductor  cable  serve  two  or  three 
adjacent  machines.  Later,  upon  more  detailed  consideration  of  ter- 
minal connections,  it  was  decided  to  adhere  more  closely  to  indi- 
vidual cables  for  each  machine;  also,  the  bids  on  control  and  indi- 
cating apparatus  were  received  and  the  exact  number  of  conductors 
required  became  known.  As  a  result  it  now  becomes  advantageous 
to  employ  5  and  8  conductor  cabl^,  and  prices  have  been  asked  from 
all  bidders  on  this  kind  of  cable  with  varnished  cambric  insulation. 

Varnished  cambric  insulation  will  be  used  as  far  as  possible,  but 
there  will  be  some  cases  where  the  conductors  can  not  be  readily 

Protected  by  lead  covering,  and  in  such  cases  rubber  insulation  will 
eused. 

TRANSFORMER  ROOM  EQUIPMENT. 

For  the  purpose  of  supplying  the  966  motors  which  drive  the  lock 
machinery  witn  electric  current,  there  are  provided  throughout  the 
three  groups  of  locks  a  total  of  36  transformer  rooms — 16  at  Gatun, 
8  at  redro  Miguel,  and  12  at  Miraflores.  Each  transformer  room 
itf  practically  an  independent  substation,  interconnected  with  the 
others  in  the  same  locks  by  means  of  primary  feeders.  Power  is 
taken  at  2,200  volts  from  the  hydroelectric  station  (or  other  transmis- 
sion line  substation)  and  is  transformed  to  feeder  pressure  at  220 
volts.  The  transformer  rooms  are  all  located  near  the  heavy  motor- 
load  centers.  Each  of  the  large  motors  is  to  have  an  independent 
feeder  of  4/o  capacity,  and  provision  will  be  made  to  cut  one  motor 
over  upon  an  aajacent  feeder  by  means  of  a  semiflexible,  portable, 
cable  interconnection. 

Each  transformer  room  is  to  contain  two  190-kilowatt  power  trans- 
formers, either  one  of  which  can  carry  the  motor  load  of  the  section 
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fed  from  one  transformer  room.  All  equipment,  including  primary 
feeders,  will  be  in  duplicate  to  insure  continuity  of  service.  In  addi- 
tion to  the  power  transformers,  each  room  will  contain  a  25-kilowatt 
lighting  transformer,  a  bank  of  9  or  10  oil  switches,  a  seven-panel  low- 
tension  switchboard,  and  miscellaneous  cable  and  terminal  equip- 
ment. One  of  the  seven  panels  of  the  switchboard  is  to  be  a  lighting 
panel,  containing  circuit  breakers  for  the  exterior  lamps  and  branch 
switches  for  tunnel  ancl  machine-room  lamps.  In  the  design  of  the 
transformer  room  every  effort  was  made  to  render  all  operations 
simple  and  fool-proof,  and  painstaking  care  was  used  to  avoid  the 
possibility  of  shutdown  and  operating  troubles. 

The  design  of  the  transformer  room  was  started  and  completed 
during  the  year,  specifications  were  issued  April  22,  and  bids  were 
opened  May  22  and  sent  to  the  Isthmus  for  canvassing.  Award  has 
not  yet  been  made. 

MISCELLANEOUS   MATERIAL. 

Circular  666  was  issued  December  7,  1911,  covering  miscellaneous 
material  for  rack  railway  and  miter  gates,  including  track  bonds, 
flexible  and  solid  conduit^  conduit  fittings,  steel  splice  bars,  asbestos 
pads  for  the  conductor  rail,  insulators,  etc. 

The  bids  were  not  canvassed  on  the  Isthmus,  but  awards  were 
made  by  the  Washington  office.  Some  trouble  was  experienced  in 
getting  suitable  conduit  both  of  the  ri^d  kind  and  the  flexible  for 
the  necessary  wiring  on  the  top  of  the  miter  gates,  but  this  was  finally 
adjusted.  A  quantity  of  junction  boxes  were  ori^ally  included, 
but  boxes  suitsible  for  the  service  could  not  be  obtained,  and  it  was 
decided  to  design  them  here  and  have  them  made  at  the  Gorgona 
^ops. 

The  bonds  and  track  supplies  have  been  received  complete,  but  not 
the  conduit 

CX)V£R   SEATS  FOR   CR4NK-GEAR   MACHINERY  RECESSES. 

Specifications  were  issued  December  13,  1911,  and  contract  was 
given  to  the  Standard  Foundry  Co.,  of  Buffalo,  N.  Y.,  January  4, 
1912,  covering  a  total  of  92 — aggregating  719,152  pounds — cast-iron 
and  cast-steel  cover  seats  at  a  total  cost  of  approximately^  $30,421, 
or  4.23  cents  per  pound.    A  total  of  32  per  cent  has  been  delivered. 

CAST-IRON   COVERS. 

Approximately  824  tons  of  handhole,  manhole,  and  cast-iron  and 
reenforced-concrete  machinery-room  covers  are  being  manufacture 
on  the  Isthmus  at  a  unit  cost  of  3  cents  per  pound. 

I/)CK  ILLUMINATION. 

The  general  features  of  the  lock  illuminatiofn — ^both  exterior  on  the 
coping  and  interior  in  the  operating  tunnel  and  the  machinery 
rooms — ^have  been  fixed  during  the  year,  and  specifications  are  about 
to  be  issued  covering  the  purchase  of  the  required  lighting  material. 
The  illumination  work  has  necessitated  the  drafting  of  some  25  detail 
drawings  and  wiring  diagrams. 
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For  lightinff  the  exterior  of  the  lock  walls  and  the  lock  chambers, 
it  is  proposed  to  erect  concrete  lamp  standards  on  approximately 
100- foot  centers  throughout  the  entire  length  of  each  wall.  The  con- 
crete standard  is  of  special  design  and  is  arranged  to  support  a  so- 
called  canal  type  of  reflector,  about  30  feet  above  the  copinglevel.  The 
reflector  is  designed  to  throw  the  lighting  flux  of  a  400-watt  tungsten 
lamp  outward  over  a  ship  in  the  lock  chamber,  and  also  to  produce  a 
uniform  illumination  over  the  surface  of  the  wall,  without  the  glare 
occasioned  by  the  intrinsic  brilliancy  of  the  lamp  shining  directly 
into  the  eye  of  an  approaching  pilot.  Each  lamp  standard  is  to  fale 
supplied  with  an  outlet  box,  which  contains  receptacles  for  inserting 
portable  lamp  and  telephone  circuits.  In  all,  there  will  be  on  the 
lock  walls  alone  211  lamp  standards  at  Gatun,  131  at  Pedro  Miguel, 
and  169  at  Miraflores,  a  total  of  511. 

Deck  lights  in  the  roof  of  the  operating  tunnels  will  admit  suffi- 
cient light  in  the  daytime  to  permit  of  circulation.  For  use  at  night, 
or  when  repairing  machinery,  artificial  illumination  is  provided  by  the 
ordinary  16-canalepower  carbon-filament  lamps  mounted  in  specially 
designed  reflectors,  which  are  set  in  the  concrete  of  the  ceilmg  ana 
wal£.    A  total  of  nearly  7.000  lamps  will  be  installed  in  all  locks. 

In  general,  the  lamps — ^Doth  exterior  and  interior — are  to  be  con- 
nected on  alternate  circuits,  to  avoid  local  total  darkness  resulting 
from  a  burn  out  on  one  circuit,  and  also  to  conserve  power  whenever 
a  mild  illumination  only  s  required. 

GUABO-VAIiVE  MACHINES. 

Work  on  the  redesign  of  machineiy  for  operating  the  guard  valves 
was  resumed  in  April,  1912.  Drawings  and  specifications  are  in 
course  of  preparation,  and  invitation  for  proposals  will  be  asked  in 
the  near  future. 

TRANSMISSION  LINE. 

Considerable  study  has  been  given  to  the  design  of  the  transmis- 
sion line  which  will  connect  the  hydroelectric  station  at  Gatun  widi 
the  locks  of  the  Pacific  division.  Need  was  established  during  the 
year  for  further  transmission  lines  to  the  various  fortifications,  and 
some  further  study  has  been  given  to  this  feature.  Provision  will 
also  be  made  for  a  possible  electrification  of  the  Panama  Railroad. 
As  ^et  no  final  design  has  been  approved ;  but  the  attention  of  several 
designers  is  about  to  be  given  to  this  one  undecided  feature  of  the 
permanent  electrical  system. 

INSPECTION  OF  MACHINERY  AND  ELECTRICAL  EQUIPMENT. 

The  force  handling  technical  matters  relating  to  inspection  of 
electrical  and  mechanical  equipment  has  been  continued  throughout 
the  year  in  connection  with  contracts  for  machinery  heretofore  de- 
scribed under  the  heading  "  Operating  machinery.".  The  headquar- 
ters of  this  force  has  not  been  changedduring  the  yean  The  inspec- 
tion work  under  the  jurisdiction  of  this  force  has  required,  so  far,  a 
maximum  of  44  inspectors,  at  an  average  salary  of  $127.20  per  month, 
in  addition  to  the  office  force  provided  for  in  the  organization. 
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During  the  year  inspection  has^  at  various  times,  been  carried  on 
at  the  works  of  275  different  mam  and  subcontractors  on  contracts 
aggi^gftting  $3,803,000.  Inspection  on  completed  contracts,  at  an 
aggregate  price  of  $421,663,  was  carried  out  during  the  year.  The 
remaining  uncompleted  c<mtracts  are  now  under  inspection. 

The  valve  stems  and  thrust  screws  for  the  rising-stem  gate-valve 
machines  were  ordered  by  the  contractors  in  Dusseldorf ,  Germany, 
and  Trollhattan,  Sweden,  and  arrangements  were  made,  through  the 
general  purchasing  officer  and  the  Department  of  State,  securing  the 
services  of  local  inspectors  for  these  items. 

Inspection  has  been  performed  by  this  force  for  the  general  pur- 
chasing officer  on  contracts  amounting  to  about  2  per  cent  of  the  total 
above  given.  In  connection  with  infections  made^  1,548  drawing 
have  been  checked  and  approved,  and  11,492  determmations  made  in 
the  chemical  laboratory  connected  with  this  branch  of  the  inspection 
service.  This  laboratory  was  placed  in  operation  in  August,  and  to 
the  close  of  the  fiscal  year  the  average  unit  cost  of  determmations  has 
been  43  cents.  Of  the  total  determinations  made,  approximately  5 
per  cent  were  made  for  and  at  the  request  of  other  branches  of  the 
inspection  service.  This  laboratory  was  established  to  avoid  claims 
for  delay  on  the  part  of  contractors,  as  by  this  method  returns  are 
available  in  the  case  of  ferrous  samples,  as  a  rule,  on  the  day  the 
sample  is  received.  Ordinarily  two  days  are  required  for  the 
analysis  of  copper  and  tin  alloys. 

The  total  cost  of  maintaining  this  inspection  force  has  been  well 
within  the  estimate  made  at  the  time  it  was  decided  to  organize  it. 

EBECnON  OP  MACHINERY. 

Active  field  work  was  begun  at  the  Atlantic  locks  in  September, 
1911,  and  at  the  Pacific  locks  in  January,  1912.  Offices  for  the  super- 
visors were  erected,  storage  sites  laid  out,  storage  space  arranged,  and 
lines  and  grades  established  for  the  erection  of  the  various  machines. 
Other  preparatory  work  that  was  possible  before  the  receipt  of  ma- 
chinery has  been  taken  up  as  fast  as  the  organization  could  be  in- 
creased to  handle  it,  such  as  the  making  up  of  templets  and  jigs, 
preparation  of  masonry  and  fixed  ironwork,  equipping  tool  cars  and 
rooms,  making  up  concrete  trains,  arranging  for  compressed  air,  and 
light  and  power  service. 

Owing  to  delay  in  the  receipt  of  machinery,  the  schedule  of  erection 
has  not  oeen  adhered  to  in  all  cases.  The  installation  and  erection  of 
machinery  are  progressing  as  fast  as  deliveries  permit  The  two  ma- 
chines, each  secured  on  trial  orders,  for  the  rising  stem  gate  valve 
machines,  cylindrical  valve  machines,  and  miter  gate  moving  ma- 
chines have  been  erected  and  tested  under  conditions  approaching 
normal  operation  as  closely  as  feasible. 

The  miter-forcing  machine  secured  on  trial  order  has  not  been 
erected,  no  gates  bemff  yet  completed.  It  has,  however,  been  given 
a  preliminary  test  and  is  in  condition  to  be  installed  at  the  earliest 
opportunity. 

Nine  thousand  four  hundred  and  fourteen  feet  of  towing  track, 
including  conductor  slot  channels,  have  been  assembled,  lined  up,  and 
tested  with  a  pinion  mounted  on  a  special  truck.  A  trial  length  of 
conductor  slot  of  200  feet  has  been  installed  with  the  exception  of 
insulators  and  conductor  bar. 
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In  setting  machinery  and  towing  track  and  miter  sate  recess  covers 
a  total  of  2,848.9  cubic  yards  of  concrete  has  been  laid  by  the  division. 

With  the  start  of  the  erection  of  the  lock  machinery  and  electrical 
equipment  it  became  necessarv  to  assemble  tools  and  construction  plant 
for  the  Pacific  and  Atlantic  locks.  This  plant  consists,  chiefly,  of  an 
air  compressor,  6  one-half  yard  portable  motor-driven  mixers  and 
various  air  and  motor  driven  tools,  and  10  locomotive  cranes,  8  of 
which  (15-ton  locomotive  cranes  with  auxiliary  hooks  and  lines  at  a 
price  of  $63,000,  not  including  the  cast-iron  counterweights)   were 

£urchased  on  contract  from  the  Industrial  Works,  of  Bay  City, 
Qch.,  and  2  were  transferred  from  other  divisions. 

Special  Reports. 

Several  detail  reports  have  been  prepared  on  various  subjects, 
principally  the  following: 

On  July  22  a  report  was  submitted  by  a  committee,  consisting  of 
representatives  from  each  of  the  lock  divisions  and  the  electrical  and 
mechanical  engineer,  proposing  a  division  of  responsibilities  between 
the  divisions  constructing  the  locks  and  the  first  division  doing  the 
erection  work. 

A  report  was  submitted  to  the  head  of  the  first  division  on  August 
d  on  the  subject  of  the  Isthmian  Canal  Commission  furnishing  elec- 
tricity commercially  throughout  the  Canal  Zone  for  light  and  power 
purposes. 

A  detailed  report  is  being  prepared,  at  the  close  of  the  year,  on  the 
subject  of  furnishing  light  and  power  to  the  fortifications. 

General. 

In  addition  to  the  various  features  which  have  been  described 
under  the  circular  numbers  and  other  headings,  there  has  been  con- 
siderable additional  work  of  a  general  character.  Drainage  plans 
for  the  lock  walls  have  been  completed.  Plans  have  been  prepared 
and  issued  covering  the  laying  of  tile  ducts  in  the  operating  tunnels 
of  the  lock  walls  in  so  far  as  these  can  be  laid  by  the  respective  divi- 
sions in  advance  of  installing  machinery  and  cables  by  the  first 
division. 

Plans  and  specifications  have  been  prepared  in  this  oflSce  for  a 
transformer  substation  for  the  Panama  Kailroad  for  supplying  power 
to  the  Balboa  dock  cranes. 

Many  drawings  or  sketches  have  been  prepared  for  special  features 
of  the  work  and  particularly  for  erection  purposes.  This  includes 
special  tools  and  templets  for  the  erection  of  machinery  or  checking 
tne  correctness  of  same  and  special  track  plans. 

In  all,  181  regular  drawings  have  been  completed  during  the  year, 
and  125  sketches,  110  small  sketches,  diagrams,  etc.,  in  addition  to 
many  study  sketches. 

Inspection  of  Emergency  Dams. 

This  work  has  been  under  the  immediate  charge  of  Mr.  T.  B. 
Monniche,  designing  engineer. 

On  July  8,  1911,  the  headquarters  of  the  inspection  force  was 
transferred  to  Edgemoor,  Del.    At  this  plant  the  major  portion  of 
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the  detail  drawings  for  the  emergency  dams  was  checked  and  ap- 
proved, a  system  for  keeping  full  record  of  all  material  manufactured 
was  worked  out  and  the  necessary  forms  secured  for  the  use  of  in- 
spectors, and  the  organization  of  the  office  and  inspection  force  was 
completed,  the  office  force  consisting  of  the  designing  engineer,  one 
clerk,  one  checker,  and  two  inspectors,  and  the  inspection  force  in 
the  field  consisting  of  nine  inspectors,  one  chemist,  and  one  assistant 
chemist. 

A  chemical  laboratory  was  installed  at  the  plant  of  the  Carnegie 
Steel  Co.,  Homestead,  fa.  The  building  was  provided  by  the  Car- 
negie Steel  Co.,  who  also  furnished  the  electric  current,  gas,  water, 
and  steam  for  use  in  the  laboratoiy.  At  the  commission's  ex- 
pense a  compile  equipment  for  making  analyses  of  material  entering 
mto  the  construction  of  the  emergency  dams  was  installed,  the  orig- 
inal expense  of  this  installation  being  approximately  $1,200. 

On  December  6,  1911,  the  headquarters  was  transferred  to  Am- 
bridge.  Pa.,  office  room  being  provided  by  the  American  Bridge  Co. 
in  their  office  building  at  this  place. 

Due  to  the  variety  of  material  specified  for  use  in  the  dams,  it  was 
necessary  to  perform -inspection  work  at  53  different  plants  of  sub- 
contractors. 

Rigid  inspection  at  all  points  has  been  maintained  during  the 
entire  progress  of  the  work,  and  all  material  has  been  thoroughly 
inspected  at  the  mills  and  foundries. 

All  steelwork  entering  into  the  construction  of  the  •  dams  is 
thoroughly  cleaned  of  all  mill  scale,  rust,  etc.,  before  painting  is 
allowed  to  proceed.  The  structural  work  is  pickled  or  sand  blasted, 
depending  upon  the  size  of  the  pieces,  before  assembling  into  the 
various  members. 

The  required  specimen  tests,  chemical  and  physical,  have  been 
made  and  passed  by  the  various  inspectors.  The  finished  work  is 
likewise  bemg  inspected  with  the  same  thoroughness. 

As  called  for  in  the  specifications  of  Circular  616,  the  gates  and 
yokes  have  been  provided  with  roller  bearings.  The  roller  bearings 
for  all  dams  have  been  completed  at  the  end  of  the  fiscal  year,  but, 
in  accordance  with  the  specifications,  they  will  not  be  accepted  until 
the  full-size  shop  tests  of  the  gates  have  been  made  and  accepted. 
The  results  of  the  full-size  tests  of  the  roller  bearings  indicate  that 
for  gate  No.  1,  about  6  per  cent  of  the  weight  of  this  gate  will  be 
sufficient  for  lowering  it  in  the  current;  for  gate  No.  2,  about  8  per 
cent  of  the  weight  or  the  gate;  and  for  gate  No.  3,  about  9  per  cent 
of  the  weight  of  the  gate.  The  specifications  call  for  one-half  of  the 
total  weight  of  the  gate  to  be  sufficient  for  lowering  in  the  current. 
The  indications  of  the  preliminary  tests  are  therefore  very  favorable. 
Compression  tests  were  also  made  upon  individual  rollers.  The 
maximum  estimated  load  on  one  bearing  is  32,750  pounds.  If  this 
load  be  considered  to  be  distributed  over  three  rollers,  the  maximum 
load  on  a  roller  would  be  10,900  poimds,  which  compares  vevj  favor- 
ably with  the  average  yield  point  of  163,300  pounds,  this  being 
close  to  the  ultimate  strength.  No  permanent  set  was  found  in  the 
rollers  under  a  load  of  63,000  pounds.  Chemical  analvsis  was  also 
made  of  the  material  entering  into  the  construction  of  the  chrome- 
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vanadium  rollers  and  tool-steel  sleeves,  and  the  following  analysis 
shows  the  composition  of  these  materials : 


Otfbon. 

ICanga- 
nese. 

Sulphur. 

Fhos> 
phofus. 

Bllloon. 

Chro- 
mium. 

Chrane  steel  roUera 

1.05 
1.05 

0.28 
.28 

0.034 
.085 

0.017 
.010 

0.26 
.10 

1.20 

Tool  steel  sleeves 

Investigation  has  been  made  of  a  suitable  grease  to  be  used  in  the 
above  roller  bearings. 

To  prevent  moisture  from  entering,  felt  washers  have  been  placed 
around  the  axles  of  the  bearings.  Two  grades  of  washers  were  sub- 
mitted by  the  contractor,  one  made  of  hard  felt  and  the  other  of  soft 
felt.  Tests  showed  that  the  softrf elt  washers  ^ve  the  greater  water- 
tid^tness,  there  being  a  dight  leakage  even  with  them. 

Fitted  to  the  gates  and  having  tibeir  axles  running  in  the  above- 
mentioned  roller  bearings  there  are  2,016  flanged  vanadium  case- 
hardened  gate  wheels,  12  wheels  being  fitted  to  each  gate.  The  chem- 
ical properties  of  this  steel  are  approximately  as  follows : 

Percent. 

Carbon = 0. 240 

Phosphorus *. .012 

Silicon .  140 

Sulphur , .025 

Manganese .  500 

Chromium .  900 

Vanadium .  210 

As  evidenced  by  the  numerous  physical  tests  made  upcm  specimen 
test  pieces,  the  average  physical  properties  of  this  metal  is  as  follows : 

Yield  point,  76,000. 
Ultimate  strength,  96,000. 
Elongation  in  2  inches,  20  per  cent 
Reduced  area,  60  per  cent 
Fracture:  Cup. 

As  called  for  in  section  172  of  Isthmian  Canal  Commission  Cir- 
cular 616,  the  contractor  is  to  make  five  full-sized  gate  tests.  These 
tests  are  to  determine  the  general  woridng  of  the  gates  when  subjected 
to  the  loads  they  will  be  called  upon  to  Dear  in  actual  working.  No 
tests  have  been  made  upon  the  gates  at  the  end  of  the  fiscal  year,  but 
the  contractor  has  built  the  necessary  piers  and  the  rails  upon  which 
the  gates  are  to  be  placed  have  been  set  in  place  upon  the  piers. 

As  result  of  tests,  it  has  been  deemed  advisable  to  use,  in  the  place 
of  the  babbitt  metal  proposed  for  the  main  pinion  shaft  and  the  inter- 
mediate shaft  journals,  phosphor  bronze  Dushings  of  the  following 
composition : 


Copper. 
Tin  — 
licad.- 


Percent 

..  79.7 

—  10 

—  9.6 


PboapboruB .  8 

According  to  the  specifications  a  great  number  of  the  important 
castings  of  the  emergency  dams  are  made  of  vanadium  steel.    The 

61012*— 12 7 
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<rastings  being  furnished  have  the  following  average  physical  prop- 
erties : 

Yield  point,  46,000. 
Ultimate  strength,  76,000. 
Elongation  in  2  inches,  25  per  cent 
Reduced  area,  36  per  cent 

The  average  chemical  properties  of  the  vanadium  steel  castings  are 
as  follows: 

Per  cent. 

Carbon 0. 280 

Phosphorus .033 

Silicon .  300 

Sulphur .040 

Manganese .  620 

Vanadium .  180 

Since  the  emergency  dams  are  constructed  on  the  same  principle  as 
the  center-pivot  draw  span,  the  center  pivot  of  the  dams  will  be  sub- 
jected to  unusually  heavy  working  loads.  The  weight  of  the  dams, 
which  is  estimated  to  be  6,700,000  pounds  for  each  of  the  dams  at 
Gratun  and  Pedro  Miguel,  is  transmitted  from  the  main  trusses  to  the 
ceitter  cross  girders  and  thence  to  the  casting  forming  the  top  part 
of  tiie  pivot.  This  casting  weighs  approximately  8,600  pounds.  The 
bottom  surface  of  the  top  casting  bears  upon  an  upper  disk,  flat  on 
the  top  and  concave  on  the  bottom  surface.  Into  this  concave  surface 
is  accurateljr  fitted  a  center  disk,  convex  on  both  sides,  the  lower  sur- 
face of  which  is  accurately  fitted  into  the  concave  upper  surface  of 
the  lower  disk,  a  disk  similar  to  the  upper  disk  but  reversed  in  posi- 
tion. The  lower  disk,  being  flat  on  the  bottom  surface,  bears  directly 
upon  the  base  casting,  a  large  casting  weighing  approximately  34,o6o 
pounds  and  embedded  about  3  feet  in  the  concrete  pier.  A  cast  box, 
made  in  halves  so  as  to  facilitate  removal,  incloses  the  disks.  This 
box  is  for  the  protection  of  the  disks  and  the  retention  of  the  lubricant 
for  the  pivot. 

The  two  upper  and  lower  disks  are  made  of  forged  chrome  vana- 
dium steel.    The  physical  properties  of  this  steel  are  as  follows : 

Elastic  limit,  175,000  pounds  per  square  inch. 
Ultimate  strength,  200,000  pounds  peif  square  inch. 
Elongation  in  2  inches,  8  per  cent 

This  steel  has  an  average  chemical  composition  as  follows : 

Per  cent. 

Carbon 0. 350 

Manganese -. .  850 

Sulphur .027 

Phosphorus .025 

Silicon .140 

Chromium .990 

Vanadium . .220 

These  disks  are  43  inches  in  diameter  and  each  6  inches  in  thickness 
through  the  center,  the  approximate  area  of  each  is  1,452  square 
inches;  therefore  the  minimum  unit  pressure  is  6,700,0()0/l,452,  or 
4,620  pounds  per  square  inch.  This  is  the  highest  unit  pressure  that 
has  ever  been  used  in  a  similar  location.  Blanks  for  these  disks  are 
cut  from  a  sand-cast  ingot.  After  forging  into  shape  the  disks  are 
then  carbonized  for  about  six  days  at  a  temperature  of  1,850°  F.  and 
then  air  annealed*    After  the  air  annealing  the  di^k^  are  macbitied 
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to  a  true  mdial  surface.  They  are  then  reheated  to  a  temperature  of 
1,600^  F.  and  quenched  in  water.  The  disks,  being  turned  within 
one  thirty-second  of  an  inch  of  the  final  size,  are  then  shipped  to  the 
point  of  assembling  and  the  concave  surfaces  of  each  ground  and 
polished  to  gauge. 

Between  Uie  upper  and  lower  steel  disks  there  isplaced,  as  noted 
before,  a  forged  maneanese  bronze  center  disk.  Tnis  disk  is  also 
43  inches  in  diameter,  out  is  7  inches  thick  through  the  center.  For 
testing  purposes  three  test  pieces  were  cut  from  each  disk.  One  piece 
was  cut  raaiallv  to  the  disk,  one  tan^ntially,  and  the  third  was  cut 
by  a  hollow  drill  through  the  center  of  the  disk.  The  material  of  this 
disk  is  of  exceptionally  high  quality,  as  evidenced  by  the  following 
average  physical  properties,  it  being  added  that  the  results  obtained 
from  each  set  of  test  specimens  did  not  vary  more  than  5  per  cent : 

Yield  point,  90,000. 
Ultimate  strength,  120,000. 
Elongation  in  2  inches,  18  per  cent 
Reduced  area,  15  per  cent. 

The  following  is  the  average  chemical  composition  of  this  metal : 

Per  cent. 

Copper— .    06.84 

Zinc 20. 43 

Manganese 3. 17 

Aluminum 6. 22 

Iron Z14 

Silicon Trace. 

Undetermined 1.20 

The  bronze  is  first  made  by  the  regular  crucible  process,  and  after 
a  sufficient  quantity  has  been  melted  it  is  poured  into  a  chilled  iron 
mold  approximately  cubical  in  shape.  Sufficient  excess  is  cast  to  the 
inffot — ^about  20  per  cent  of  the  weight  on  the  in^ot — to  allow  turning 
on  the  head  and  thereby  securing  solid  metal.  The  piece  is  then 
heated  to  a  forging  temperature,  about  1,600°  F.,  and  forged  into  the 
approximate  shape  of  tne  center  disk.  After  forging  the  disks  the 
test  mecimens  are  cut  from  the  blank  in  the  manner  given  above; 
and  ii  the  tests  prove  satisfactoi^,  the  disk  is  rough  turned  prior  to. 
diipment  to  the  point  of  assembling.  The  disks  are  then  turned  and 
polished  to  gauge  and  grooves  cut  on  each  convex  surface  for  grease. 

Tests  were  made  by  the  commission  to  determine  a  suitable  grease 
for  lubricating  the  surfaces  of  the  disks. 

It  is  of  interest  to  note  the  physical  properties  of  the  nickel-steel 
evebars  being  furnished  for  the  emergency  dams,  as  indicated  both  by 
the  full  size  and  specimen  tests.  The  specimen  tests  are  taken  before 
annealing,  and  the  full-size  tests,  in  which  the  bar  is  tested  to  destruc- 
tion, are  taken  after  annealing. 


Bpeoitnen  test. 

Yield  point,  68,000  ponnds  per  square 

inch. 
Ultlniate  strength,  100,000  ponnda  per 

square  inch. 
Elongation  in  8  inches,  15  per  cent 
Reduced  area,  27  per  cent 
Fracture,  |  cup. 


FulUaize  test. 

Yield  point,  57,000  pounds  per  square 

inch. 
Ultimate  strength,  05,000  pounds  per 

square  inch. 
Elongation  in  12  inches,  33  per  cent 
Reduced  area,  34  per  cent 
Fracture^  silk^. 
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The  chemical  properties  of  the  nickel  steel  eyebars  are  as  follows : 

Carbon 0. 830 

Phot^horus .  015 

Silicon .090 

Sulphur .030 

Manganese .  590 

Nickel - 3. 300 

The  annealing  of  the  eyebars  has  been  performed  with  great  care, 
and  the  satisfactory  results,  as  shown  by  the  above  tests,  are  in  a  large 
measure  due  to  the  annealing  treatment. 

At  the  close  of  the  fiscal  year,  1,096  detail  shop  drawings  have 
been  approved  by  the  commission,  1,017  of  these  being  the  total 
number  required  lor  Gratun  and  Pedro  Miguel  Dams,  the  remaining 
79  forming  part  of  the  necessary  drawings  for  the  Miraflores  Dams, 
which  are  similar  to  those  f or  Gatun  and  Pedro  Miguel,  varying 
principally  in  bills  of  material. 

At  the  end  of  the  fiscal  year  there  has  been  accepted  at  the  various 
plants  of  the  contractor  the  following  material : 

Tone. 

Nickel  structural  steel 4, 182 

Carbon  structural  steel,  turned  bolts,  checkered  floor  plates,  etc 2, 702 

Carbon-steel  forglngs 325 

Carbon-steel  castings 845 

Vanadium  gate  wheels 137 

Vanadium-steel  castings 370 

Bronze 14 

Cast  iron 10 

Pig  iron 700 

Hand-rail  pipe 50 

Boiler  bearings  for  all  dams. 

At  the  end  of  the  fiscal  year,  2,786  tons  of  material  had  been 
shipped  from  the  plants  of  the  contractor.  It  is  expected  that  all  of 
the  structural  material  for  the  first  two  dams  will  be  shipped  from 
Ambridge,  Pa.,  before  July  16,  and  from  Penco^d,  Pa.,  it  is  estimated 
that  all  material  for  the  first  two  dams  will  be  shipped  before 
August  1.  I 

Due  to  a  stevedores'  strike  in  the  United  States,  shipments  of  ma- 
terial to  the  Isthmus  were  somewhat  delayed  and  thereby  also  the 
erection  work.  By  the  end  of  the  fiscal  year  1,000  tons  of  structural 
material  and  machinery  parts  and  700  tons  of  pi^  iron  for  counter- 
weights had  been  received  on  the  Isthmus  and  delivered  at  the  sites. 
The  contractor  has  completed  the  false  work  and  the  erection  cranes 
for  the  east  dam  at  Gatim,  which  will  enable  him  to  begin  work  im- 
mediat-ely  upon  receipt  of  those  pieces  which  are  first  required  for 
the  erection,  these  pieces  being  expected  within  two  weeks  from  the 
end  of  the  fiscal  year.  No  work  nas  been  done  at  any  of  the  other 
dam  sites. 

On  the  15th  of  April  the  designing  engineer  left  the  United  States 
for  the  Isthmus  to  take  charge  of  the  inspection  of  the  erection  of 
the  emergency  dams,  one  of  the  inspectors  beinff  left  in  charge  of  the 
headquarters  at  Ambridge,  Pa.,  to  carry  on  the  inspection  work  in 
the  United  States.  The  present  inspection  force  on  the  Isthmus 
consists  of  one  designing  engineer,  one  field  inspector,  and  two  struc- 
tural inspectors. 
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Aids  to  Navigatiok. 

This  subdivision  has  been  under  the  immediate  charge  of  Mr. 
Walter  F.  Beyer,  assistant  engineer,  assisted  by  Mr.  Charles  Stubner, 
supervisor  in  charge  of  tJie  field  forces,  and  the  necessary  draftsmen, 
clerks,  etc  On  April  20, 1912,  Lieut.  Albert  H.  Acher,  Corps  of  En- 
gineers, United  States  Army,  was  assigned  to  this  subdivision  as 
junior  engineer. 

The  project  for  lighting  and  buoving  the  canal  was  outlined  in  the 
last  annual  report.  Since  then  onlv  minor  changes  have  been  made 
in  the  location  of  a  number  of  lights  and  in  renumbering  the  aids 
from  the  Pacific  entrance  of  the  canal  to  the  Miraflores  locks. 

CLEARING,  ETC. 

In  the  general  project  for  lighting  the  canal,  it  is  necessary  to  have 
a  range  of  two  lights  at  each  end  of  the  longer  tangents  to  prolong 
the  sailing  line,  in  order  that  the  pilot  may  keep  his  course  uj)  to  the 
turning  point.  The  prolongations  of  these  tangents  on  which  the 
lights  are  situated  are  covered  with  heavy  growths  of  brush  and 
timber,  and  trochas  had  to  be  cut  through  the  jungle  until  suitable 
locations  were  found  for  the  lights*  These  trochas  are  the  width  of 
the  canal  at  the  beginning  and  narrow  down  to  480  feet  at  the  end. 
Surveying  parties  ran  the  lines  and  clearing  parties  finished  the 
work.  Tbree  surveying  parties  of  10  men  each  were  employed  and 
the  clearing  gang  consisted  of  60  men. 

Profiles  uirou^  the  two  lights  of  each  range  were  taken  and  are 
shown  on  drawing  4661.    (Plate  75.) 

Area  cleared  during  the  year  ($22.7198  per  acre)  —acres— '    809. 85 

Area  cleared  to  June  30,  1912 do 1,183.86 

Troclia  cut  during  the  year linear  feet—    305, 790 

Trocha  cut  to  June  30,  1912 do 437,965 

Profile  taken  during  the  year do 76,074 

Profile  taken  to  June  30,  1912 do 81, 274 

Line  run  during  the  year do 92,900 

Line  run  to  June  30,  1912 do 92,900 

The  positions  of  60  gas  buoys  have  been  located,  referenced,  and 
checked,  and  three  beacons  in  Gatun  Lake  section  have  been  located. 

OONfflKUOHOK    WOBK. 

The  field  force  was  organized  and  construction  work  began  at  the 
Pacific  entrance  September  1,  1911. 

The  types  of  towers  are  shown  in  the  last  annual  report  and  plates 
13  to  17  and  75  of  this  report  The  interior  stairways  are  of  reen- 
forced  concrete,  the  parts  beinff  made  at  the  central  plant  of  the 
lighthouse  subdivision  at  Balboa.  Radial  beams,  on  which  the 
stringers  rest,  extend  from  the  center  newel  post  to  the  walls  at 
heights  of  every  4  feet  The  treads  are  then  supported  on  the 
stringers  and  newel  post,  and  mortared  in,  making  a  circular  stair- 
way in  one  solid  piece.  This  design  permits  using  treads  and 
stnngers  of  the  same  dimensions  in  all  the  conical  towers  in  spite  of 
the  fact  that  the  higher  towers  are  wider  at  the  base  than  the  lower 
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ones.  The  only  parts  of  the  stairway  which  must  vary  in  dimension 
to  correspond  to  the  splay  of  the  conical  surface  of  the  tower  are 
the  radial  beams. 

The  foundations  for  the  towers  are  varied  to  suit  the  local  condi- 
tions, some  of  the  types  heins  described  below : 

The  rear  tower  or  range  No.  9-11,  the  focal  plane  of  which  is  56 
feet  above  mean  tide,  is  founded  upon  the  rocKs  at  Farfan  Point, 
which  at  low  tide  are  dry  and  at  nigh  tide  are  partly  inundated. 
Loose  rock  was  placed  upon  large  bowlders  and  outcropping  bed- 
rock, and  carefully  leveled  off  at  a  height  of  17  feet  above  low  tide. 
Upon  this  rock  a  cellular  foundation  pier,  24  by  24  feet  in  plan  and 
5  feet  high  was  constructed  of  reinforced  concrete,  the  walls  being 
12  inches  thick,  thus  making  the  deck  of  the  pier  22  feet  above  low 
tide.  The  tower  is  built  upon  the  deds  of  this  pier  which  is  sup- 
ported by  interior  cross  walls  and  vertical  posts.  The  front  tower  is 
rounded  upon  a  reinforced  concrete  caisson  which  rests  upon  25  bear- 
ing piles,  driven  through  the  mud  flats  to  bedrock,  about  25  feet 
below  the  surface.  The  butts  of  the  wooden  piles  are  protected  with 
an  armor  of  concrete  from  the  surface  of  the  mud  nats  to  within 
about  2  feet  above  low  tide  and  are  capped  with  a  concrete  slab  plat- 
form 12  inches  thick  and  26  feet  square,  reenforced  with  old  T-rails 
and  round  bars.  The  caisson  is  24  by  24  feet  in  plan  and  15  feet 
high,  the  bottom  being  12  inches  thick  and  heavily  reenforced.  Tlie 
deck  is  6  inches  thi(£.  The  lower  8  feet  of  the  caisson  was  con- 
structed on  the  shipways  at  Balboa,  and  after  the  concrete  had  suffi- 
ciently hardened  the  caisson  was  launched  and  at  high  tide  towed 
out  to  the  site.  When  in  position  it  was  securely  moored  by  means 
of  four  hawsers  leading  to  anchors  previously  placed,  the  valves  at 
the  bottom  of  the  caisson  walls  were  opened  to  allow  the  water  to 
enter,  and  thus  it  was  gradually  sunk  onto  the  concrete  platform. 
Sufficient  ballast  rock  was  then  placed  in  the  caisson  to  keep  it  in 
position,  and  the  remaining  7  feet  of  concrete  walls  and  the  deck 
were  constructed.  The  bottom  of  the  caisson  is  7  feet  above  low  tide 
and  the  deck  is  22  feet  above.  At  low  tide  the  entire  caisson  is  ex- 
posed. The  sand  around  the  base  is  protected  against  scour  by 
rip-rap. 

The  front  light  of  range  No.  18-14,  Pacific  division,  the  focal  plane 
of  which  is  56  feet  above  mean  tide,  is  founded  upon  an  octagonal 
foundation  pier  24  feet  between  parallel  sides  and  6  feet  high,  rest- 
ing upon  29  bearing  piles  driven  into  the  alluvial  soil  to  refusal. 
The  piles  are  armored  and  capped  in  a  similar  manner  to  those  of 
the  foundation  just  described.  The  bottom  of  the  foundation  pier  is 
16  feet  above  low  tide  and  its  deck  is  22  feet  above.  The  rear  tower 
is  founded  upon  firm  ground  at  the  southeasterly  end  of  Nunez 
Island,  the  foundation  consisting  of  a  concrete  slab  20  inches  thick, 
heavily  reenforced. 

The  towers  are  constructed  by  means  of  steel  f orms^  which  are  de- 
signed to  be  used  for  the  three  types  of  towers  used  in  the  Atlantic 
and  Pacific  section,  and  they  consist  of  sections  4  feet  high,  of  such 
sizes  as  to  be  easily  handled  by  two  laborers.  The  forms  for  the 
octagonal  base  are  first  set  up  and  filled  with  concrete,  after  which 
the  bottom  ring  of  the  conical  portion  of  the  tower  is  set  up  and 
filled,  and  then  a  second  ring  is  set  up  and  filled.  After  the  concrete 
in  the  lower  ring  has  set  the  forms  are  stripped  and  set  up  on  top  of 
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of  upper  ring,  repeating  the  process  until  the  belt  course  below  the 
watch  room  is  reached.  The  lorms  are  made  in  segmental  sections  or 
staves,  and  the  desired  taper  is  given  by  omitting  a  section  entirely 
or  substituting  a  narrower  one  for  it  when  the  form  is  shifted  to  a 
higher  positicm.  One  set  of  forms  answers  for  all  towers  of  the  types 
used  in  the  sea-level  section,  and  another  set  for  all  towers  of  the 
Oatun  Lake  type.  The  forms  for  the  watch  room  and  lantern  room 
are  set  up  and  filled  when  the  body  of  the  tower  has  been  finished. 
All  the  work  is  carried  on  from  a  scaffold  tower  inside  the  tower.  In 
this  way  the  tower  rises  at  the  rate  of  4  feet  per  dav.  Wooden  forms 
are  placed  between  the  interior  and  exterior  steel  forms  for  the  pur- 
pose of  coring  out  openings  for  doors  and  windows,  which  openmes 
are  later  trimmed  with  concrete  architrave  moldings,  sills,  and  lintels. 

The  only  exposed  metal  on  the  towers  consists  of  the  gallery  rail- 
ing, lantern  door,  and  sash  and  ventilators,  all  of  which  are  made  of 
rust-resisting  iron  and  bronze,  and  the  cast-iron  ball  ventilator  at 
the  apex  of  the  tower. 

The  lantern  is  supplied  with  slide  ventilators  by  means  of  which 
circulation  of  air  may  be  regulated,  thus  insuring  a  steady  flame  in 
the  lantern. 

The  material  entering  into  the  construction  of  the  towers  in  the 
Pacific  division  was  loaded  at  Balboa  upon  a  large  liehter^  which 
was  towed  to  the  several  sites.  In  the  case  of  the  two  suDmanne  sites 
for  range  No.  9-11,  the  lighter  was  moored  alon^ide  the  foundations 
and  the  work  of  construction  carried  on  from  the  lighter. 

The  front  tower  of  range  No.  5-6,  Atlantic  division,  is  the  only 
74-foot  tower  completed,  and  is  illustrated  by  plate  18. 

The  front  tower  of  range  Na  1-2,  Gatun  Lake  section,  is  situated 
on  the  south  middle  wall  of  the  Gratun  loc^  In  order  to  get  a  foun- 
dation on  the  earth  fill  without  introducing  any  horizontal  thrust 
against  the  two  retaining  walls,  which,  with  the  back  fill,  make  up 
the  middle  wall  of  the  lock,  it  was  necessary  to  build  two  reenf  orcea 
concrete  beams  with  a  span  of  38  feet,  extending  from  the  second 
stop  on  one  wall  to  the  second  step  on  the  other  wau.  On  these  beams 
were  built  four  pillars  20  by  24  inches  in  plan,  extending  above 
the  top  of  the  lo(^  walls  and  capped  by  a  platform  whose  elevation 
is  15  leet  above  the  coping,  spanning  the  return  track  of  the  towing 
locomotive  with  a  clearance  of  13  feet,  sufiicient  for  the  locomotive. 
A  cimcrete  stairway  leads  to  this  platform  and  the  platform  has  a 
concrete  railing.  The  tower  is  the  regular  28- foot  type,  illustrated 
on  plate  14. 

Work  has  been  begun  on  the  Gatun  Lake  towers,  which  are  to  be 
built  when  the  lake  is  at  elevation  of  27  feet  to  55  feet.  Material  is 
hauled  on  lighters  by  a  steam  launch  to  the  nearest  landing  point, 
where  it  is  unloaded,  mixed,  and  carried  up  to  the  tower  by  a  small 
cableway.  The  two  lighters  for  this  work  were  built  by  this  sub- 
division at  an  improvised  boatway  near  Gratun.  The  cablewa^  was 
made  frotn  various  parts  secured  troai  other  construction  divisions. 

The  plans  for  the  tower  of  the  west  breakwater  light  are  shown  on 
plate  76.  This  is  to  be  a  harbor  light  with  a  compressed  air  fog 
signal  and  submarine  belL  It  is  made  of  reenforoed  concrete  through- 
out, with  hollow  tile  lining  to  prevent  moisture.  The  interior  is  to  be 
equipped  with  engines,  compressors,  a  water  supply  and  drainage 
Bptam^  and  quarters  for  the  attendants  complete.    The  foundation 
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is  to  be  a  large  pile  of  rip-rap  surmounted  by  a  reenforced  concrete 
caisson  46  b;^  46  feet  in  plan  by  36  feet  high.  This  caisson  is  now 
beinff  built  in  the  Mount  Hope  dry  dock  and  is  completed  up  to  a 
height  of  13  feet.  After  this  is  completed  and  seasoned,  it  will  be 
floated  out  to  position  and  sunk  by  letting^  water  into  the  16  compart- 
ments through  valves  fjlaced  in  the  outside  walls  for  that  purpose. 
The  outside  pockets  will  then  be  ballasted  with  rock  and  the  re- 
mainder of  the  caisson  completed.  After  it  has  settled  sufficiently  the 
superstructure  will  be  built.    The  above  is  illustrated  on  plate  76. 

Eleven  of  the  towers  have  been  completed  to  date  as  follows: 
Nos.  5  and  6,  Atlantic  division ;  Nos.  2,  9,  11^  13,  and  14,  Pacific  di- 
vision; Nos.  1, 21, 24,  and  25,  Oatun  Lake  section. 

CENTRAL  PLANT. 

A  central  plant  was  established  at  Balboa  in  December,  1911,  for 
casting  concrete  units,  making  wooden  forms,  etc.  Up  to  June  30, 
1912,  this  plant  has  cast  56  beacons,  55  beacon  roofs,  90  stair  stringers, 
597  stair  treads,  101  radial  beams,  82  architrave  moldings,  48  window 
lintels,  46  window  sills,  68  sinkers  for  gas  buoj^s,  60  sinkers  for  spar 
buoys,  and  2  beacon  foundations  for  Pacific  division  type  of  beacon, 
illustrated  on  plate  77.  These  small  caisson  foundations  are  built  on 
shipways  and  will  be  floated  out  to  position  and  placed  on  concrete 
piles. 

ILLUHINANTS. 

The  illuminants  will  be  gas  and  electricity,  the  latter  being  used 
wherever  the  light  is  sufficiently  accessible.  For  the  floating  buoys 
and  for  the  23  towers  and  beacons,  which  are  in  inaccessible  places, 
the  system  using  compressed  acetylene  dissolved  in  acetone  has  been 
adopted. 

Two  temporary  acetylene  gas  outfits  have  been  installed  in  the 
towers  of  range  No.  9-11,  Pacific  division,  two  oil  lamps  in  the  towers 
of  range  No.  13-14,  Pacific  division,  and  two  electric  lamps  in  the 
towers  of  range  No.  6-6,  Atlantic  division,  all  of  which  are  used  by 
the  dredmn^  fleets  and  by  ships  entering  tne  terminal  ports. 

White  lights  will  be  used  throughout,  and  in  order  to  eliminate  the 
possibility  of  conflicting  the  lights  with  one  another  and  with  the 
lights  on  shore,  all  range  lights,  beacons,  and  buoys  will  have  in- 
dividual characteristics  rormed  by  flashes  and  combinations  of  flashes 
of  light  and  dark  intervals. 

Drawings  and  specifications  for  the  gas  buoys  were  made  arid  prices 
asked  from  the  companies  furnishing  the  system  required.  Tenders 
were  opened  on  June  21,  1912,  but  the  award  had  not  been  made  at 
the  end  of  the  fiscal  vear. 

Such  buoys  as  will  be  required  are  composed  of  a  cylindrical  float- 
ing body  or  tank,  surmounted  by  a  steel  frame  which  supports  the 
lens  at  a  height  of  about  15  feet  above  water  level.  The  body  is 
about  8  feet  in  diameter,  to  the  bottom  of  which  is  attached  a  counter- 
weight of  suitable  size  to  maintain  the  lantern  frame  in  an  upright 
position  at  all  times.  The  buoys  will  be  moored  in  position  along 
the  edge  of  the  dredged  channel  by  a  heavy  chain  and  a  concrete 
silver,  and  should  remain  lighted  from  6  to  12  months  without  being 
recharged. 
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The  candlepower  of  the  range  lights  will  vary,  according  to  the 
length  of  the  range,  from  about  2,500  to  15,000  candlepower.  The 
most  powerful  lignts  will  be  those  marking  the  sea  channels  at  the 
Atlantic  and  Pacific  entrances,  they  being  visible  from  about  12.5 
to  18  nautical  miles.  The  beacons  and  gas  buoy  lights  will  have' 
about  950  candlepower. 

A  lamp  shifter  has  been  designed  and  a  trial  one  is  being  made. 
It  will  be  used  on  electric  lights  to  place  automatically  a  new  globe 
in  focus  if  the  lighted  one  burns  out. 

During  the  year  51  tracing  were  made  with  their  drawings  and 
various  studies  and  sketches.  ' 

Contracts. 

Exhibit  1,  attached,  is  a  list  of  contracts  which  have  been  let  on 
specifications  prepared  in  this  division. 

Respectfully,  H.  F.  Hodges, 

Colonely  Corps  of  Engineers^  U.  S.  Army^ 

Assistant  Chief  Engineer, 

Col.  George  W.  Goethals,  U.  S.  Army. 

Chairman  and  Chief  Engineer^  Cutebra^  Canal  Zone. 


E2XHIBIT  1. 


Status  of  contracts  for  noork  under  charge  of  first  HMsion  of  chief  engineer's 

of/Ice  as  of  June  SO,  1912. 


Clrou- 
lar. 


613 


615 

662 

670 
6M 


614 


Contnctor. 


United  Engine  A  Foimdrv  Co. 
Rosedale  Foundry  &.  Ifachine 
Co. 

Cbapnun  ValTO  Co 

CnneCo 

Lynch  Bros.  Foundry  Co 

Penn  Bridge  Co 

United  Engine  &  Foundry  Co. 
Penn  Bridge  Co 


WbeeUng  Mold  &  Foundry  Co. 
McCUnttc-MarshaU  Co. 


WbeeUng  Mold  it  Foundry  Co. 
Roeedalc  Foundry  &  Machine 

Co. 

Pennsylvania  Steel  Co 

Wtaeelmg  Mold  A  Foundry  Co. 

do 

do 

do 

do 

....do 

do 

General  Electric  Co 

Wcstinghouae      Electric     A 

Manu&cturinf  Co. 

AUia-Chalmen  Co 

General  Electric  Co 


.do. 


Westinghouae     Electric     A 

Manuiteturing  Co. 
AlUa-Clialmen  Co 


Material 


Anchorages  for  lock  gates. 
Cylindrical  valves 


By-pass  valves 

do 

do 

Ladder  rungs 

Snubbing  hooks,  girders,  etc 

Fixed  irons  tor  rmng  stem  gate  valves 

and  2  valves. 
Fixed  irons  for  rising  stem  gate  valves, 

Mitering  look  gates 

Fixed  irons  for  rising  stem  gate  valves. 
Cylindrical  valves 


Snubbing  hooks  and  girders 

2  rising  stem  gate  valve  machines 

114  riamg  stem  gate  valve  machines. . . 

Spare  parts 

2  cylindrical  valve  machines 

118  cyUndrioal  valve  machines 

Bpaxe  parts 

12  auiahary  culvert  valve  machines. . . 
4  motors  for  rising  stem  valve  machines 
2  motors  tor  rising  stem  valve  machines 


.do. 


114  moton  tor  rising  stem  valve  ma- 
chines. 
4  motors  tor  cylinder  valve  machines . . 
2  motors  tor  cylinder  valve  machines. . 


..do 

1  Delivery  only. 


Price. 


1628,134.70 
84,  in.  60 

4,839.80 
6,456.00 
0,114.00 
2,058.40 
46,840.66 
20,252.66 

190,106.24 

6,374,474.00 

225,896.61 

140,688.00 

17,216.94 

16.299.00 

661,877.88 

11,072.60 

2,264.00 
102,258.09 

2,064.70 
11,103.84 

2,780.00 

4,464.00 

3,200.00 
76,644.70 

1,366.00 
3,822.00 

2,610.00 


Peroent 
com- 
pleted. 


100 
100 

100 
100 
100 
100 
100 
100 

100 
»76 
100 
100 

100 
100 

14 

1 

100 

26 
0 

26 
100 
100 

100 
0 

100 
100 

100 
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Status  of  contracts  for  work  under  charge  of  flritt  division  of  chief  engineer's 

office  as  of  June  30,  i9i2— -Continued. 


Circu- 
lar. 


616 
610 


690 
627 


628 
636 
636 


636D 
639 
644 
645 

647 
647A 

648 


640 
660 

666 


661 


Contxactor. 


Oeoeral  Electrio  Co. 
....do 


A 


....do 

Wwtiiighouae     Electrio 

ManufBOturing  Co. 
CutlfiT-Hammer   Manufoctur- 
Co. 


.•"i 


Oeneral  Electrio  Co 

Westingbouse     Electric     & 

Manufocturing  Co. 
Cutler-Hammer  Manufactur- 

infCo. 

do 

United  States  Steel  Products 

Co. 
do 


R.  C.  Hoflman  Co 

RoBS-Meehan  Foundrv  Co. 
Westingbouse     Electrio 

Manufacturing  Co. 
Oliver  Iron  dc  Steel  Co 


& 


Chicago  Railway  &  Traction 

Supply  Co. 
United  States  Steel  Products 

Co. 
Wheeling  Mold  &  Foundry  Co 

do 

do 

Richard  Manufacturing  Co. . . 

do.» 

do.« 

General  Electric  Co 

AIIis-ChalmerB  Co 

General  Electric  Co 

do 

do.« 


McClintio-MarshaU  Co. 


.do. 


Excelsior  Tool  A  Machine  Co. 
Westinghouse  Machine  Co 


Vulcan  Rail  &  Construction 
Co. 

St.  Louis  Screw  Co 

U.  8.  Steel  Products  Co 

J.  B.  Kendal  Co 

Shawmut  Clay  Manufacturing 
Co.* 

WheeUngMold  &  Foundry  Co . 

Clinton  Win  Cloth  Co 

Sneath  Glass  Co 

Pelton  Water  Wheel  Co 

do 

General  Electric  Co 

Niles-Bement-Pond  Co 

United  Engine  &  Foundry  Co. 

General  Electric  Co 

do.« 

Standard  Foundry  A.  Machine 
Co. 

American  Car  &  Foundry  Co., 

Railway  Spring  Co 

Steacy-Schmidt  Manufactur- 
ing Co. 

H.  R.  Worthington 


Material 


USmotors  for  cylinder  valve  machines. 
12  motors  for  auziltary  culvert  valve 

machine. 
2  It.  sw.  for  rishig  stem  valve  machines. 
.....do 


.do. 


114  It.  sw.  for  rising  stem  valve  ma* 

chines. 
2  It.  sw.  for  cylinder  valve  machines. . . 
....do 


.do. 


118  It.  sw.  for  cylinder  valve  Tnft/»hin«« 
6  emergency  dams,  complete 


Steel  cross-ties,  tie  clips,  conductor  slot 
covers,  conductor  rails,  channels,  etc. 

Rack  and  miscellaneous  castings 

Malleable  iron  cover  plates,  etc 

Poroelain  insulators 


Steel  bolts,   lead 

springs,  etc. 
Bumpmg  posts... 


for   gaskets,   coil 


Lock  gate  recess  covers. 


2  miter  gate  moving  machines 

00  miter  gate  moving  machines 

Spare  parts 

1  miter  forcing  machine 

45  miter  forcing  mac^hine 

Spare  parts 

2  motOTs  for  gate  movhig  machhie 

do 

00  motors  for  gate  moving  machine 

1  motor  for  miter  forcing  machine 

46  motors  for  miter  /orcmg  machine . . . . 
Track  material 

Steel  rail 

Spillway  gates,  caissons,  footbridges 
etc. 

Rising  stem  gate  valves,  guard  gate 
valves,  lateral  culvert  vuves,  bulk- 
head gates  and  screens. 

Fixed  irons  for  spillways 

RoUer  trains,  seaUug  vices,  rocker  bear- 
ings, rollers,  etc. 

Railings  for  spillways 


Brass  bolts,  nuts,  etc 

Deckings  and  intake  bridges. 

Ban  for  deckings 

Vitrified  tile,  mandrels,  etc.. 


Copper  conductor  rafl  and  bars 

Rettifordng  grids 

Vault  lights 

Penstocks 

Turbines,  governors,  headgates,  etc. 

Generators,  exciters,  etc 

Traveling  crane 

Fender  cnains 

1  trial  towing  locomotive 

30  towing  locomotives 

Snubbixig  posts,  etc 


Bolts,  links,  eyes,  etc 

Helical  springs 

Spillway  gate  machine  and  spares. 

Pumps 


Price. 


•41,636.30 
4,234.20 

106.00 
225.00 

06.00 

6,686.00 

106.00 
225.00 

06.00 

6,782.00 
2,243,068.38 

136,318.71 

250,367.17 

17,678.16 

6,868.76 

12,054.08 

2,632.60 

130,000.00 


16, 27a  00 

100 

663,422.60 

0 

7, 67a 66 

0 

1,16a  00 

100 

28,205.00 

0 

1,02a  60 

0 

1,134.40 

0 

3,ooaoo 

100 

46,288.00 

0 

830.00 

100 

13.23a  00 

0 

7,23a  67 

66 

67,402.60 

60 

103, 68a  04 

75 

238,004.04 

60 

26,72412 

100 

177,147.68 

60 

5,666.00 

100 

24,772.05 

100 

21,414.07 

100 

1,060.35 

100 

86, 35a  00 
168,423.04 

100 

66a  00 

100 

2,326.00 

100 

24,53a  00 

60 

70,012.60 

0 

54,600.00 

0 

7,445.00 

0 

428.006^00 

0 

24,061.00 

0 

408,0ia35 

0 

5,518.00 

100 

6,267.02 

100 

13,572.24 

76 

70,542.04 

0 

82L26 


Percent 
com- 
pleted. 


0 
0 

100 
100 

100 

22 

100 
100 

100 

21 
153 

06 

44 

01 
13 

100 

100 

100 


1  Delivery  only. 

>  Contract  let  conditioDally. 


>  Supplied  through  Quartermaster's  Department  on  stock  requisition. 
*  Being  received  and  IniitalkMl  by  construction  divisions. 
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BtatUM  of  oontracU  for  icork  under  charge  of  first  diviHon  of  chief  engineer's 

office  08  of  June  SO,  1912 — Ck>ntinued. 


Cliou- 
kr. 


662 
606 
666 


667 
079 


681 


606 
706 


716 


W.O. 
27606 


Contractor. 


Indnstrlal  Works 

Amerioan  Bteel  A  Wire  Co.... 
U.  8.  Steel  ProduotB  Co 

National  Eleotrio  Supply  Co. 

PenmylTania  Flexible  Metal 

Tubing  Co. 

Chas.  A.  Sohieran  Co 

O.  A.  Danienbaker 

Detroit  Screw  Works 

R.  C.  Hoffman  Manufacturing 

Co. 

Standard  Foundry  Co 

General  Electrio  Co 


Union  Switch  &  Signal  Co. . . 

General  Electric  Co 

General  Eleotrio  Co.  (Cameron) 

General  Electrio  Co 

Alberger  Pump  Co 

Earie  Gear  ii  MaohJnery  Co. . 

U.  S.  Steel  Producta  Co 

General  Electric  Co 


^MdCUntio-MasdiaU  Co. 


Total. 


MateriaL 


Cranes,  books  and  lines 

Triangular  mesh  reinforoement 

Croaa-Donds,  punches,  riveting  ham- 
mers, copper  cable,  eto. 

Galyanlxed  conduit,  pipe  couplings, 
bushings,  locknuts,  etc. 

Flearible  conduit  and  couplings 

Leather  gaskets 

Asbestos  pads 

Brass  pins 

Steel  splice  bars 

Crank  gear  recess  cover  seats 

Starting  panels,  limit  switches,  com- 
mutating  switches,  etc.,  indicators 
for  control  machinery,  switchboards 
and  control  switch  boards,  starting 
panels  for  chain-fender. 

Indicating  devices 

Motois 

Pumps 

Float  switches  and  starters 

Pumps 

Handrail  gearinfgi 

Crossovers  and  tuinouts 

Insulated  cable 

Transformer  room  equipment  (bids 
opened  May  22,  but  no  award  made 
to  June  30). 

Auxiliary  electrical  equipment  for 
Gatun  hydroelectric  station  (bids 
to  be  opened  July  8). 

Erection  of  lock  gate  recess  covers, 
purchased  under  Circular  620. 

MlsoeUaneous  articles  and  equipment 
to  be  used  in  connection  with  erec- 
tion of  machinery,  eto.;  contracts 
with  numerous  companies,  the  total 
amounting  to  about. 


Price. 

Percent! 
com- 
pleted. 

i63,ooaoo 

801.44 
2,014.83 

100 
100 
100 

2,066.10 

60 

4,466^00 

0 

42.00 

76.60 

117.00 

66&82 

100 
100 
100 
100 

30,421.64 
172,668.70 

32 
0 

460.00 

110,260.18 

26,021.60 

13,882.20 

21,860.78 

6,860.00 

44,142.00 

132,028.60 

0 
0 
0 
0 
0 
0 
0 
0 

30,ooaoo 

70 

14,000.00 

13,093,680.06 

•  •  • 


: 


•-• 


« 


» 
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APPENDIX  B. 

BEFOBT  OF  HETTT.  COL.  WILLIAM  L.  SIBEET,  COBFS  OF  EN- 
ODTEEBS,  UNITES  STATES  ABHY,  HEMBEE  OF  ISTHMIAN 
CANAL  COMMISSION,  DIVISION  ENOINEEE,  ATLANTIC  DIVISION. 


Isthmian  Canal  Commission, 
Department  of  Construction  and  Engineering, 

Atlantic  Division, 
Office  of  Di\asioN  Engineer, 
Gatun^  Canal  Zone^  July  31^  1912. 

Sir  :  I  have  the  honor  to  submit  the  following  report  of  work  done 
by  the  Atlantic  division,  department  of  construction  and  engineering, 
during  the  fiscal  year  ending  June  30, 1912 : 

The  work  assigned  to  the  division  remains  as  described  in  the  report 
for  the  fiscal  year  ending  June  30, 1910. 

The  construction  work  comprised  within  the  division,  as  shown  on 
the  accompanying  drawing,  12-14-34  (Plate  78),  is  divided  into  four 
parts,  as  follows : 

First.  That  comprising  the  excavation  of  the  channel  between  the 
Gatun  locks  and  the  Atlantic  Ocean ;  the  procuring  and  transporting 
of  stone  and  sand  from  Porto  Bello  and  Nombre  de  Dios,  respectively, 
to  Gatun ;  the  transportation  of  cement  from  Cristobal  to  Gatun ;  the 
operation  of  the  dry  dock  and  shops  at  Cristobal ;  and  the  construc- 
tion of  the  breakwater  in  Colon  Harbor.  Maj.  Chester  Harding, 
Corps  of  Engineers,  United  States  Army,  assistant  division  engineer, 
in  local  charge. 

Second.  That  comprising  the  construction  of  the  Gatun  locks. 
Maj.  James  P.  Jervey,  Corps  of  Engineers,  United  States  Army, 
resident  engineer,  in  local  charge. 

Third.  Tnat  comprising  the  construction  of  the  Gatim  dam  and 
spillway.  Maj.  George  M.  Hoffman.  Corps  of  Engineers,  United 
States  Army,  resident  engineer,  in  local  charge. 

Fourth.  Tnat  comprising  municipal  engineering  work.  Mr.  Leslie 
G.  Thom,  superintendent,  in  local  charge  until  December  13,  1911. 
Mr.  George  M.  Wells,  office  engineer,  in  local  charge  from  December 
14, 1911,  until  June  80, 1912. 

Division  Opficb. 

The  usual  clerical  duties  were  performed  in  connection  with  mis- 
cellaneous correspondence,  reports,  cost  accounting,  pay  rolls,  and 
other  routine  papers* 
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Division  Designing  Force. 

[Mr.  George  M.  Wells,  office  engineer,  in  local  charge.] 

The  following  is  a  summary  of  the  work  done  by  the  division 
designing  force  during  the  fiscal  year : 

Preparation  of  drawings  to  accompany  the  annual  report  of  the 
Division  Engineer  for  the  fiscal  year  1911-12. 

Design  and  details  of  temporary  bulkheads  for  the  main  culverts 
at  the  north  end  of  the  locks. 

Details  of  quadrant  loundation  for  the  emergency  dam. 

Detailed  design  and  specifications  for  two  116- foot  deck  Pratt  rail- 
road bridges  across  the  locks. 

Studies  for  railroad  trestle  and  approaches  crossing  the  locks.  > 

Design  and  details  for  the  north  approach  wall. 

Design  and  details  of  forms  and  method  of  constructing  the  north 
approach  wall. 

Design  and  details  of  arch  center  for  the  arches  at  the  north  end 
of  the  locks. 

Design  and  details  for  permanent  oil  and  water  lines  crossing  the 
locks  at  the  north  end. 

Detailed  plans  of  drainage  for  the  back  fill  at  the  south  end  of  the 
locks. 

Layout  of  suggested  parapet  back  fill  for  the  Fortification  Board. 

Design  and  details  of  rock  and  sand  unloading  trestle  at  Mindi. 

Design  and  details  of  the  dynamite  unloading  wharf  at  Mindi. 

Design  and  details  of  42-foot  removable  steel  deck  railway  span. 

Computations  and  drawing  of  moment  diagrams  for  standard 
rolling  stock. 

Design  and  details  of  automatic  regulator  for  the  sedimentation 
basin  of  the  Agua  Clara  waterworks. 

Location  and  design  of  tunnel  and  headworks  between  the  Oatun 
Lake  and  the  Brazos  Brook  Reservoir. 

Studies,  design,  and  details  for  proposed  new  waterworks  and  fil- 
tration plant  for  Colon. 

Experiments  and  detailed  designs  for  aerating  nozzles  for  the 
Colon  waterworks. 

Design  and  details  of  standard  reenforced  concrete  highway  bridge 
across  Mount  Hope-Gatun  Road. 

Studies  for  annex  to  the  Cristobal  commissary. 

Design  and  details  for  two  15-ton  derrick  barges  for  the  Colon 
Breakwater. 

Desim  and  details  covering  the  modification  of  Bucyrus  oile 
driver  for  Colon  Breakwater. 

Desim  and  details  of  swinging  cantileveJi*  sounding  bridge  for 
Colon  Bre§kwater. 

Details  of  rearrangement  of  cutter  machinery  of  18-inch  pipe  line 
dredge  No,  i. 

Desi^  and  details  of  steel  spud. 

Details  of  proposed  manganese  steel,  five-yard  dipper. 

Details  of  high-pressure  cylinder  for  the  tug  Mariner. 

General  drawings  of  new  hull  for  the  tug  (frace. 

Design  and  details  of  boat  davits  for  the  dredge  Carihheim^ ) 
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Design  and  details  for  ihe  modification  of  70-ton  steam  shovel, 
equipping  it  with  60-foot  boom  for  15-ton  rock  on  the  breakwater 
face.     *  ^ 

General  detailed  drawings  of  spare  and  repair  parts  for  divisicm 
plant  and  equipment. 

During  the  year  approximately  8,000  prints  were  made. 

Channel  Excavation  from  Gatun  to  the  Atlantic  Ocean,  Colon 
Breakwater,  and  Sand,  Stone,  and  Cement  Service  for  Gatun 
Locks  and  Spii-lway,  for  the  Year  ending  June  30, 1911. 

[MaJ.  Chester  Harding,  Corps  of  Engineers,  U.  S.  Army,  assistant  division  engineer.  In 

local  charge.] 

EXCAVATION  BELOW  SEA  LEVEL — MINDI. 

[See  plate  78.] 

During  the  year  two  70-ton  shovels  removed  56,703  cubic  yards  of 
earth  and  368,169  cubic  yards  of  rock,  an  average  of  30,348  cubic 
yards  per  shovel  month.  In  addition,  1,000  cubic  yards  of  mud  were 
sluiced  from  the  cut.  The  dry  excavation  was  completed  on  Feb- 
ruary 24, 1912. 

In  blasting  the  Hindi  barrier  183,150  pounds  of  dynamite  were 
used,  81,750  lineal  feet  of  drilling  done,  and  258,310  cubic  yards  of 
rock  blasted. 

The  amoimt  of  material  removed  monthly  is  shown  in  the  follow- 
ing table : 

Canal  priam^ 


1011. 

July 

August.. 

September 

October 

Noveinber. ... 
December 


1012. 


January.. 
Februwy. 
March 

Jmie 


Total.. 


Earth. 


Cu.fda. 

4,190 

20,728 

17,600 

6,570 

3,fi90 


4S0 
4,566 


57,703 


Rock. 


Ctt,yd». 
64,935 
44,313 
56,878 
50,349 
51,  UO 
50,100 


32,715 
18,661 


368,160 


Total. 


Remarks. 


Cu.yds. 
50,125 
65,041 
74,487  , 
65,919 
64,719  I 
50,199  I 


33,165 
23,217 


Includes  1,000  cubic  yards  sluiced. 


No  material  was  excavated  outside  of  the  canal 
prism. 


425,872 


The  average  division  cost  per  cubic  yard  at  Mindi  was  0.5999. 

About  350.000  cubic  vards  of  rock  from  Mindi  were  used  at  Gatun 
for  back  fill,  the  cost  of  dumping  being  charged  to  the  locks. 

Upon  the  completion  of  steam-shovel  excavation  the  pit  was 
flooaed  by  blasting  a  shallow  trench  through  the  rock  at  the  south 
end  of  the  barrier. 


LE^'EE  FOR  RETAINING  HYDRAUUC   TILL  NEAR  MINDI,  EAST  OF  PANAMA 

RAILROAD  RELOCATED  LINE. 

The  levee  built  during  the  preceding  year  was  raised  wherever 
necessary  and  extended  about  1,003  feet  across  a  low  area  near  the 
Mindi  River,  the  fill  being  rock  from  Mindi  cut  and  red  clay  from 
GatuA. 
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OTHER  C0N8TBUGTI0N  AT  HINDI. 

A  trestle  with  apron  for  use  in  loading  into  barges  sand  and 
crushed  rock  for  fortification  work  at  Toro  Foint  was  built,  a  wharf 
130  by  32  feet  for  the  Quartermaster's  Department  for  unloading 
dynamite  completed,  and  two  levees  constructed  west  of  the  French 
Canal  and  south  of  the  Mindi  hills,  to  be  used  later  for  retaining 
spoil  from  the  suction  dredges  working  between  Mindi  and  Oatmr. 

DREDGING — OCEAN  TO  MINDI. 

Dredges  removed  3,859,445  cubic  yards  of  earth  and  495,595  cubic 
yards  of  rock  from  the  canal  prism.  This  work  was  done  by  the 
seagoing  dredge  Caribbean.  5-rard .  dipper  dredges  Chagres  and 
Mindiy  and  the  French  ladder  dredges  No.  1  and  No.  5.  Channel 
silting  during  the  year  was  about  3,036,000  cubic  yards,  malring  the 
net  earth  excavation  for  the  year  823,445  cubic  yards. 

No  dredging  was  done  on  miles  1  and  2  during  the  year.  Surveys 
in  June,  1911,  and  June,  1912,  showed  the  following  distribution  of 
the  silting  between  dates  of  surveys : 

Cable  yards. 

Miles  1  and  2 105, 631 

Mile  3 840, 732 

Mile  4 940,  913 

Mile  5 992,001 

On  July  1, 1911, 40  feet  of  water  could  be  carried  from  zero  to  mile 
0  plus  2,200  feet ;  37  feet  to  mile  2  plus  00  feet ;  40  feet  to  mile  3  plus 
600  feet ;  29  feet  to  mile  4  plus  500  feet :  23  feet  to  mile  4  plus  3,200 
feet ;  30  feet  to  mile  5  plus  2,000  feet ;  22  feet  to  mile  5  plus  2,438.5 
feet  P.  I. 

On  July  1, 1912, 40  feet  of  water  could  be  carried  from  zero  to  mile 
0  plus  2,200  feet;  37  feet  to  mile  1  plus  4,200  feet;  35  feet  to  mile  4 
plus  3,050  feet ;  30  feet  to  mile  4  plus  3,150  feet ;  25  feet  to  mile  5  plus 
5,100  feet;  and  20  feet  to  mile  5  plus  5,200  feet,  the  south  end  of 
Hindi  cut. 

The  eflforts  made  to  raise  dredge  No.  ff,  which  sank  in  the  canal 

Srism  on  June  19,  1911,  being  unsuccessful,  she  was  broken  up  by 
ynamiting  and  removed  in  pieces. 

DREDGING — MINDI  TO  GATUN. 

Dredges  No.  4  and  Sandpiper  removed  515,787  cubic  yards  of 
earth  from  the  canal  prism  between  Mindi  and  the  old  Panama  Rail- 
road line.  These  dredges  also  removed  808,676  cubic  yards  of  earth 
and  75,242  cubic  yards  of  rock  excavating  for  the  wing  and  approach 
walls  at  the  north  end  of  the  Gatun  Locks. 

The  average  division  cost  per  cubic  yard,  place  measurement,  for 
all  material  dredged  in  the  prism  during  the  fiscal  year  was  25.8 
cents. 

CBISTOBAL  TERMINALS. 

Forty-nine  thousand  five  hundred  and  fifty-two  cubic  yards  of 
earth  and  71,430  cubic  yards  of  rock  were  removed  from  the  channel 
in  front  of  Piers  Nos.  11, 16,  and  17, 
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In  addition  to  the  above,  3,762  cubic  yards  of  earth  were  removed 
from  the  dry-dock  slip,  72,798  cubic  yards  of  earth  from  the  east 
diversion  at  Gatun,  23,496  cubic  yards  of  earth  and  872  cubic  yards 
of  rock  from  the  east  diversion  at  Mount  Hope,  4,767  cubic  yards  of 
earth  and  2,1 81  cubic  yards  of  rock  in  front  of  the  dynamite  dock  at 
Mindi,  80,2P^  cubic  yards  of  earth  from  pit  for  rock  dump  north  of 
Gatun  Locks,  2,785  cubic  yards  of  earth  from  in  front  of  the  fortifi- 
cation trestle  at  Mindi,  and  2,450  cubic  yards  of  earth  from  the  slip 
at  the  cableways. 

The  total  monthlv  output  for  all  dredges  is  shown  in  the  following 
table: 

[Cubic  yards.] 


From  canal  prism. 

From  accessory  works. 

Grand 

Earth. 

Rock. 

ToUl. 

Earth. 

Rock. 

Total. 

total. 

1911. 
July 

399,470 
334.156 

432,653 
703.262 
484,024 

495,340 
640,471 
380.645 
327. 07B 
357.066 
358,851 

24,725 
43.300 
89,640 
87,747 
38.980 
49,385 

24,888 
40,928 
47.981 
76,640 
73.090 
73,733 

424,195 
867.456 
420.434 
470.400 
742.242 
533,409 

520,228 
581,399 
428,626 
403,616 
430,156 
432.584 

124,949 

4,989 

39,867 

124,949 

4,089 

39,867 

549.144 

Atigmt. 

372.445 

Septemfaer 

460.301 

October 

470,400 

November 

9.685 
fel,977 

52.779 

47,005 

3,296 

9.685 
81,977 

52.779 
47,877 
5,477 
6,291 
40,625 
29,811 

751.927 

December 

615,386 
573,007 

1012.      . 
7ftnnary 

Febnutfy 

872 

2,181 

6.291 

35,328 

29,811 

629,276 

^«^}\. 

434,108 

AdcU 

409,907 

May!::::::::::::: 

6,297 

470.781 

Jozie 

462,395 

Total 

5,183,906 

570,837 

5,754,745 

369,844 

74,483 

444,327 

6.199,072 

The  following  table  shows  the  output  in  the  prism  by  months  dur- 
ing the  year  and  the  division  cost  of  excavation  per  cubic  yard  by 
the  different  types  of  dredges : 


Month. 


July 

August 

September. 
October. . . , 
November. 
December.. 


1911. 


January.. 
February. 
March.... 
April 

juy 

June 


191X 


Total, 


Seagoing  suction 
dredge. 


Earth. 


OMepdt. 
296.778 
285.542 
293,621 
121,440 
80^201 
291,660 


294,120 
210.786 
40,033 
137,256 
247,835 
252.974 


2.765,265 


Average  cost 

Plant  arbitrary... 
Total  division  cost 


Cost  per 
cubic  yard. 


10.0449 
.0454 
.0865 
.2091 
.0366 
.0412 


.0419 
.0671 
.7409 
.1290 
.0506 
.0542 


.0671 
.0622 
.1193 


Dipper  dredges. 


Earth. 


CtMcfdt. 
24,176 
20.519 
38.052 
43,067 
44,609 
29,968 


80,084 
34.512 
23.969 
27.763 
4,733 
1,441 


322.868 


Rock. 


CubUfdi. 
12.941 
20.183 
22,467 
20,534 
20.968 

•      82,170 


11,885 
15,212 
20.398 
45,436 
18,375 
31,832 


272.799 


Total. 


I    Cost  per 
'  cubic  yard. 


CtMcfdM. 
37.117 
.  40.702 
60,509 
63.591 
65,577 
62,132 


41.960 
49.724 
44,267 
74,198 
23,108 
82f773 


ia8842 
.7145 
.4657 
.4625 
.4052 
.3755 


.5616 
.4766 
.6679 
.5627 
.7069 
.7672 


595.667 


.5531 
.0522 
.6053 
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Ladder  dredges. 

Pipe-line  dredges. 

Month. 

Earth. 

Rock. 

Total. 

Ccfltper 
oabic 
yard. 

Earth. 

Rock. 

Total. 

Cost  per 
cablo 
yard. 

1911. 
Jnlv 

CfMewdt. 
75,516 
88,095 
49,221 
89,818 
99,913 
80,759 

91,634 
79,340 
80,263 
34,428 
30,990 
30,345 

Cubkydt. 
11,784 
23,117 
17.063 
17,213 
18,012 
17,206 

13,008 
22,238 
20,045 
7,690 
27,693 
27,712 

Cubkpdi. 
88,300 
61,212 
66,804 
107,081 
117,925 
97,965 

104,687 

101,578 

100,306 

42,118 

58,683 

58,057 

80.4912 
.4882 
.4005 
.2615 
.2572 
.3056 

.3484 
.3329 
.3184 
.8038 
.6176 
.5830 

Cubic  ydi. 

Cubic  ydt. 

Cubkydt. 

Anmst 

flAnt Am  hnr 

October               .  . 

178,338 

257,539 

81,643 

79,502 

215,833 

236,380 

127,629 

73,508 

74,091 

178,338 

257,539 

81,643 

79,502 
219,311 
244,018 
150,044 
100,530 

88,780 

80.1107 

NovBmbor 

.0644 

Dccombcr    

.3077 

1912. 
Tiuiiifiry. ...  

.1795 

Fflbniary 

3,478 

7,638 

22,415 

27,022 

14,689 

.1942 

March 

.1543 

April 

.2612 

May 

.3026 

June . . .  , 

.3334 

Total 

781,322 

222,796 

1.004.118 

1.324,463 

75.242 

1,399,705 

Avenure  cost 

.3926 
.0522 

AAAO 

.1966 

Plant  arhltrary 

.0522 

Total  diyisfon  cost . . 

.2488 

■••••"•••• 

T^ie  revised  estimate  of  the  original  channel  excavation  between 
Gatun  and  the  Atlantic  Ocean  is  shown  in  the  following  table,  which 
also  shows  the  amounts  excavated  to  date : 


Excavation  table  showing  amounts  excavated  to  date,  July  i,  1912, 

[Cubic  yards.] 


Mite. 


I 

i 


0 

1 

2 
•3 

4 

5 

5.46 


i 


66 


1 
2 
3 
4 

5 

5.46 

6 

846 


Total. 
6.641    600 

Total. 


Original  excavation. 


Earth. 


337,999 
906,512 
1,802,413 
2,775,961 
4,124,252 
1,672,733 
1,180,647 
3,368,902 


16,171,419 
859,660 


Rock. 


461,262 

826,209 

650,624 

2,111,635 

97,622 


4,147,352 
93,547 


17,030,979,4,240,899 


Total. 


337,999 
906,512 
1,802,413 
8,237,223 
4,960,461 
2,323,357 
3,292,282 
3,466,524 


20,318,771 
963,107 


Amotmts  excavated  to  date. 


Original  excavation. 


Earth. 


260,027 
794,101 
1,740,794 
2,320,620 
2,879,209 
1,405,649 
922,991 
1,039,688] 


Rock. 


380,478 

786,769 

523,258 

1,713,164 


11,363,079 
602,704 


3,403,659 
75,242 


21, 271, 878, 12, 065, 783  3, 478, 901 


To  an- 
ticipate 
sUiSng. 


72,918 
488,444 
376,984 
28,617 
40,570 
31,703 


1,039,236 


1,039,236 


Total. 


332,945 
1,282,545 
2,117,n8 
2,729,716 
3,706,648 
1,960,610 
2,636,146 
1,039,688 


15,805,974 
767,946 


16,673,920 


Silting. 


277,187 
1,399,252 
2,893,629 
3,781,836 
4,365,317 

406,768 
31,460 


13,155,449 
34,737 


^13,190,186 


Grand 
total. 


610,132 
2,681,797 
6,011,407 
6,611,661 
8,071,865 
2,367,378 
2,667,605 
1,039,688 


28,961,423 
802,683 


29,764,106 


1  The  channel  sitting  has  been  44.3  per  cent  of  the  total  excavation. 
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The  following  table  shows  the  estimated  quantities  remaining  to 
be  accomplished  to  complete  the  channel  excavation  between  Oatun 
and  the  Atlantic  Ocean  on  July  1, 1912: 

Eatimate  of  qwmtitiea  remaining  to  he  done  Jime  SO,  1912, 

{Work  excavation,  Atlantic  division,  harbor  and  channel  aeotion.    Work  excavation  remaining,  In  eubio 

yarda.] 


Station  (miles  and  fhtotiona). 


0-1 

1-2 

2-^ 

IM 

4-6 

fi-6 

6-e.846 

Total 
6.64-6^... 

Total 


Account  No.  532. 


Canal  prism,  wet. 


Earth. 


77,972 

114,411 

61,619 

455,341 

1,245,043 

524,740 

2,829,214 


4,806,340 
166,856 


4,975,196 


Rock. 


80,784 

39,440 

526,847 

97,622 


743,693 
18,305 


761,996 


Total. 


77,972 

114,411 

61,619 

536,125 

1,284,483 

1,050,587 

2,426,836 


5,552,033 
185,161 


5,737,194 


Remaining 
mainte- 
nance of 
channel 
due  to 
silting. 


318,641 
800,748 
106,371 
218,164 
884,683 
161,772 
700,000 


2,640,379 


2,640,379 


Grand  totalt 

in  cublo 

yards. 


806,613 

915,159 

167,990 

754,289 

1,619,160 

1,212,850 

8,126,836 


8,192,412 
185,101 


8,377,578 


CX)L0N   FILL. 

The  general  raising  of  the  surface  east  of  D  Street,  which  was  in 
progress  at  the  end  of  the  last  fiscal  year,  was  completed  on  August  4, 
1911. 

Eighty-three  thousand  seven  hundred  and  forty-one  cubic  yards  of 
material  were  placed. 

DRY  DOCK   SHOPS. 

The  oxy-acetylene  and  thermit  welding  processes  were  put  into 
operation  during  the  year.    The  motor  venerator  was  removed. 

During  the  year  76  boats  were  dockeoT  Some  of  the  more  important 
work  was  as  follows : 

Emergency  dam  for  the  dry  dock  completed. 

Two  derrick  barges  for  Colon  Breakwater  completed. 

Tug  Gatun  thoroughly  overhauled. 

Tug  OscoTy  of  the  Hamburg- American  Line,  given  general  repairs. 

Numerous  repairs  were  made  to  various  steamships  and  the  dif- 
ferent pieces  of  floating  equipment 

PORTO   BELLO  ROCK  PLANT. 


CBUSHED  STONE  QUABBT. 


The  output  of  crushed  stone  having  been  limited  to  three  barges 
per  day  on  June  19,  1911,  the  quarry  and  crushing  plant  were  never 
operated  at  full  capacity  during  the  fiscal  year  1911-12. 
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At  the  close  of  working  hours  on  April  30, 1912,  the  work  of  secur- 
ing crushed  stone  was  completed.  The  quarry  and  plant  had  pro- 
duced and  shipped  1,921,579  cubic  yards  from  March  2, 1909  (the  date 
on  which  crushing  was  begun)  to  April  30,  1912.  The  following  is  a 
detailed  statement  of  the  output  and  cost  for  the  year  1911-12 : 


Month. 


mi. 

July 

August 

September. . . 

October 

November. . . 
December 


1912. 

January 

February 

liareh 

April 


Total. 


Maximum  day's 
output. 


Time. 


JT.  m. 
6  13 
5    23 


5 
6 
6 
4 


46 
30 
00 
53 


4  48 

4  50 

4  30 

5  15 


Cubic 
yards. 


2,437 
2,176 
2,186 
2,358 
2,194 
2,220 


2,279 
2,234 
2,060 
2,176 


Average  hourly 
output. 


Working 
time. 


360.17 
880.20 
401.03 
413.08 
432.94 
468.82 


479.78 
505.21 
458.25 
472.95 


436.29 


Total 
time. 


216.7^6 
193.64 
221.76 
209.79 
224.96 
211.24 


225.28 
216.11 
227.32 
229.79 


199.70 


Monthly 
output. 


43,352 
41,826 
44,352 
43,638 
43,193 
42,247 


46,858 
41,493 
47,282 
46,172 


440,413 


Unit  cost  per  cubic  yard,  in- 
cluding plant  and  division 
expense. 


Opera- 
tion. 


0.8499 
.9653 

.no7 

.8187 
.6445 
.6806 


.6017 
.6786 
.4246 
.4701 


1.6850 


Plant. 


a5000 
.7688 
.6320 
.6320 
.6320 
.6320 


1.0032 
1.0090 
1.0090 
1.0090 


.7421 


Total. 


1.3439 
1.7341 
1.4027 
1.4507 
1.2765 
1.3126 


1.6047 
1.6876 
1.4336 
1.4791 


1.4280 


1  Average. 


BREAKWATER  QUARRY. 

During  July  and  the  first  half  of  August,  1911,  work  was  continued 
on  the  dock  for  the  loading  of  stone  for  the  Colon  Breakwater  and 
on  the  construction  of  tracks  in  the  Breakwater  quarry.  On  August 
18  production  was  begun,  using  such  equipment  as  could  be  spared 
from  the  crushed  stone  quarry. 

On  November  20  one  of  the  cranes  ordered  for  the  quarry  was 
put  into  service.  A  few  weeks'  work  with  this  crane  demonstrated 
that  the  stone  could  be  loaded  much  more  rapidly  and  economically 
by  using  heavy  steam  shovels,  and  the  use  of  cranes  for  loading  in 
the  quarry  was  accordingly  abandoned. 

It  was  the  original  intention  to  use  a  42-inch  g[auge  in  the  tracks  in 
the  Breakwater  quarry  which  would  have  permitted  the  continuance 
in  service  of  the  locomotives  employed  in  the  quarry  for  the  produc- 
tion of  crushed  stone,  and  also  of  some  flat  cars  of  the  same  gauge 
which  were  on  hand  at  Porto  Bello.  An  additional  number  of  42-inch 
gauge  flat  cars  had  been  ordered  and  purchased  in  the  States.  These 
cars  were  lost  in  transit  by  the  wrecking  of  the  steamer  Moldegaard. 

The  experience  had  with  the  narrow  gauge  tracks  in  the  Breakwater 
quarry  indicated  that  the  standard  5-foot  gauge  tracks  would  be  more 
satisfactory,  and  after  the  loss  of  the  42-inch  gauge  cars  it  was  de- 
cided to  cancel  the  order  for  them  and  to  adopt  the  5-foot  gauge  for 
the  quarry  tracks,  utilizing  standard  equipment  available  from  other 
work  on  the  canal.  At  the  close  of  the  year  it  had  not  been  practic- 
able to  release  the  standard  equipment  from  the  work  on  which  it 
was  employed,  and  the  quarry  has  been  operated  at  a  low  rate  of 
output  with  the  incomplete  narrow  ffauge  equipment  on  hand. 

A  short  time  after  operations  were  oegun  in  the  Breakwater  quarry 
it  was  decided  to  increase  the  contemplated  output  beyond  the 
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capacity  of  one  loading  dock,  and  after  crushing  was  stopped  the 
stone  bins  were  demolished,  and  the  stone-bin  dock  was  reenforced 
and  changed  to  adapt  it  to  the  use  of  cranes  for  loading.  Work  on 
this  dock  was  practically  completed  on  June  30,  1912,  and  loading  of 
barges  at  this  clock  was  begun  a  few  days  thereafter. 

The  face  of  the  Breakwater  quarry  varies  in  height  from  28  to 
120  feet,  owing  to  the  fact  that  development  was  made  along  lines  of 
railroad  track  already  in  place  for  use  in  connection  with  the  crushed 
stone  quarry. 

The  quarry  is  being  developed  in  two  benches.  ,  Each  bench  will 
have  a  bireast  of  60  feet  at  the  highest  point;  1,100  linear  feet  of  lower 
bench  has  been  developed  and  the  upper  bench  when  fully  developed 
will  have  a  length  of  1,700  feet. 

The  following  is  a  detailed  statement  of  work  done  and  costs  for 
the  year  ending  June  30, 1912 : 


Month. 


July 

August 

September. 
October.... 
November. 
December.. 


1911. 


Monthly 
output. 


Cu.ydt. 


Unit  cost  per  cubic  yard. 


Opera* 
tlon. 


Plant. 


Total. 


January.. 
February. 
March.... 
April 

June 


1912. 


506 
2,822 
8,484 
4,117 
6,179 


7,287 
8,393 
9,068 
8,380 
7,532 
7,365 


S5.7201 
3.0847 
3.0967 
2.4407 
2.4896 


2.0397 
1.9284 
1.9633 
2.1007 
2.9865 
3.2578 


10.2690 
.2600 
.2690 
.2690 
.2690 


.2340 
.2340 
.2340 
.2340 
.2340 
.2340 


85.9891 
8.8037 
3.3657 
2.7097 
2.7588 


2.2737 
2.1624 
2.1973 
2.^ 
3. 2208 
3.4918 


Length  of  working  day,  8  hours. 

The  increased  unit  cost  of  production  for  the  months  of  May  and 
June,  1912,  was  due  to  the  closing  down  on  the  30th  of  April  of  the 
crushing  operations  which  had  theretofore  borne  a  proportion  of  the 
overhead  expenses. 

The  following  table  shows  details  of  costs  of  quarry  operation, 
water  transportation,  unloading,  and  storing  crushed  rock  at  Gatun : 

Comparative  statement,  Porto  Bello  quarry. 


Quarrying: 

fitripping , 

Dumps  lor  stripping 

Drilling 

Blasting 

T/Oiiding , 

Transportation , 

Tracks , 

Power , 

Ifaintenance  of  equipment. 
Plant  arbitrary 


Total. 


1911 


July. 


80.0079 


.0587 
.  1181 
.1018 
.0814 
.0400 
.0274 
.0417 
.3300 


August 


80.0152 
.0064 
.0636 
.2744 
.0923 
.0851 
.0334 
.039N 
.0799 
.6072 


Septem- 
ber. 


80.0087 
.0019 
.0465 
.2142 
.0833 
.0793 
.0198 
.0409 
.0756 
.4170 


October. 


Novem- 
ber. 


Decem- 
ber. 


80.0180 
.0048 
.0186 
.1781 
.0780 
.0738 
.0404 
.0374 
.1402 
.4170 


80.0080 


.0440 
.1903 
.0716 
.0644 
.0366 
.0362 
.0304 
.4170 


80.0161 


.0532 
.1590 
.0783 
.0706 
.0428 
.0375 
.0803 
.4170 


.8070 


1.1973 


.0872 


1.0363 


,8885 
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Comparative  statement,  Porto  Bello  quarry — Continued. 


1011 

July. 

August. 

Septem- 

October. 

• 

Novem- 
ber. 

Decem- 
ber. 

Cnuhing: 

OpAintion  of  onwhWB. 

10.0644 
.0468 
.0509 
.1702 
.1700 

ia0331 
.0168 
.0512 
.1303 
.2616 

la  0266 
.0120 
.0525 
.0769 
.2150 

to.  0280 
.0129 
.0481 
.0816 
.2150 

10.0230 
.0120 
.0466 
.0589 
.2150 

10.0255 

8ton4  biiu  and  ooDv^yon 

.0159 

Power 

.0483 

MftlntffliATicA  of  ^iilpn^mt 

.0640 

Plant  ftrbitmry.  .*...'..'. 

.2150 

Total 

.5023 

.4930 

.3830 

.3856 

.3555 

.3687 

Water  transportation: 

ODeration  of  tUKs  and  barns 

.1645 
.0844 
.1710 

.1843 
.1480 
.2748 

.1662 
.0690 
.2220 

.1379 
.0529 
.2220 

.1583 
.1374 
.2220 

.2039 

Maintenance  of  eaulmnent 

.1546 

Plant  arbitmiy 

.2220 

Total: 

.4199 

.6071 

.4572 

,4128 

.6177 

.5805 

Unloading  barges  and  transporting  to 
rock  nile.  Qaiun 

.2868 
.2070 

.3210 
.3312 

.2275 
.2680 

.2482 
.2680 

.3454 
.2680 

.2463 

Plant  arbita*ry 

.2680 

Total 

.4938 

.6522 

.4055 

.5162 

.6134 

.5143 

Division  expense 

.0406 

.0438 

.0325 

.0288 

.0225 

.0234 

Orand  totfti  oo«t  

2.2636 

2.9934 

2.3554 

2.3797 

2.4076 

2.4074 

Oatnut  (cubic  yards) 

43,352 

41,826 

44,352 

43,638 

43,193 

42,247 

•                           « 

1912 

January. 

Febru- 
ary. 

March. 

AprU. 

May. 

June. 

Qnanying: 

Ptrippinu 

$0.0158 

.0011 
.0419 
.1467 
.0580 
.0504 
.0322 
.0326 
.0604 
.6622 

10.0212 

90.0149 

Dumns  lor  striDnine 

nniHng    .       '*    " 

.0473 
.i445 
.0786 
.0618 
.0253 
.0365 
.1086 
.6660 

10.0267 
.0987 
.0656 
.0637 
.0302 
.0311 
.0282 
.6660 

.0027 
.1132 
.0724 
.0518 
.0335 
.0335 
.0441 
.6660 

Blastixig 

IxMiding-r , 

Transportation 

Tracks 

Power 

Maintenance  of  equipment 

Plant  arbitrary .  .*. .  T 

Total 

1.0697 

1.1897 

1.0023 

Crushing: 

Oneration  of  crushers 

.0186 
.0182 
.0406 
.0961 
.3410 

.0209 
.0135 
.0453 
.0556 
.3430 

.0205 
.0090 
.0387 
.0552 
.3430 

.0240 
.0121 
.0417 
.0357 
.3430 

Stone  bins  and  conveyers 

Power .' 

Maintenance  of  equipment 

Pla»it  wbttTary  T  A .  T 

Total 

.5145 

.4783 

.4664 

.4565 

Water  transportation: 

ODeration  of  tues  and  busies 

.1454 
.1511 
.1183 

.1473 
.1781 
.1190 

.1341 
.0930 
.1190 

.1205 
.1470 
.1190 

Maintenance  of  eauiDmenc 

Plant  arbitrary 

*         Total 

.4148 

•  4949 

.3461 

.3865 

Unloading  barges  and  transporting  to 
rock  nlle.  Gatun 

.3196 
.4504 

.2502 
.4530 

.1741 
.4530 

.1702 
.4530 

Plant  arbltrarv 

Total 

.7700 

.7032 

.6271 

.6232 

Division  exi)fflis«    

.0206 

.0196 

.0184 

.0203 

Orn-Tid  total  co«t . ,  r , 

2.7895 

2.8352 

2.4068 

2.4888 

OutDUt  Tcublc  yards) 

46,858 

41,493 

47,282 

46,172 
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The  following  table  shows  details  of  costs  of  operation  of  Break- 
water quarry,  water  transportation,  and  placing  of  large  rock  in  the 
Colon  Breakwater: 


Comparative  statement,  Porto  Bello  large  rock  quarry. 


1911 

July. 

August. 

Septem- 
ber. 

October. 

Novem- 
ber. 

Decern- 
ber. 

Quarry  Ing: 

StriDDinK 

10.1084 
1.1407 
.6438 
.9001 
.2041 
1. 1411 
.0336 
.7305 
.0228 
.2690 

10.0016 
.4178 
.9227 
.3021 
.2337 
.2277 
.1486 
.1430 
.6375 
.2690 

80.1182 
.3824 
.4n2 
.3273 
.2848 
.3839 
.1620 
.1039 
.8570 
.2600 

10.0840 
.1803 
.3929 
.2095 
.2539 

.oovo 

.1438 
.0642 
.6024 
.2600 

80.6543 

Driutog 

.1762 

BlastinR 

.2950 

Loading 

.1889 

TriMisportAtion 

.1750 

Traclu 

.3502 

Loadine  on  barees 

.1288 

Power 

.0669 

Maintenance  of  eauipnient 

.4634 

Pfftnt  ArbltrAry , 

.2690 

Total 

6.9601 

3.3037 

3.3657 

2.7097 

2.7586 

Towing: 

Operation,  tugs  and  barges 

.7817 
.1601 
.4030 

.2690 
.0298 
.4030 

.2364 
.0830 
.4930 

.2657 
.0634 
.4990 

.4160 

Kaintenance  of  eaiiipment 

.0452 

Plant  arbltiarv 

.4990 

Total 

1.4438 

.7918 

.7624 

.8421 

.9651 

Placing  largo  rock— Toro  Point: 

Ot)eration.  fioatins  denicks 

.0130 

Maintenance,  float  in?  derricks 

Operation,  cranes  on  dock 

.4647 
.4447 

.2807 
.1172 

.1750 
.0316 
.0097 
.0896 
.1400 

.1519 
.0314 
.0483 
.0772 
.1400 

.1038 

Operation,  trains , . .   , 

.0704 

Dumping . . .-. r -.-.r 

.0163 

Mainnnunceof  enuipment. . . , 

.0614 
.1400 

.0900 
.1400 

.0588 

Plant  arbitrarr 

.1400 

Total 

1.1308 

.6679 

.4508 

.  woo 

.3803 

niviflon  expense 

.4847 

.18n 

.1573 

.1192 

.1252 

Total  division  cost 

9.0484 

4.8511 

4.7452 

4. 1108 

4.2282 

Output  (cubic  yards) 

606 

2,822 

3,484 

4,117 

6,179 

1012 

January. 

February. 

March. 

April. 

May. 

June. 

Qoanying: 

RtHpning.  .  .  r  r 

I0.3M4 
.1329 
.3033 
.2626 
.2262 
.2147 
.1430 
.0464 
.3163 
.2340 

10.3765 
.0946 
.2403 
.3396 
.1766 
.2183 
.1262 
.0999 
.3174 
.2340 

10.1674 
.1752 
.2028 
.3017 
.2301 
.2260 
.1361 
.0960 
.4000 
.2340 

80.2666 
.1907 
.2715 
.3784 
.2116 
.1618 
.1620 
.0400 
.3872 
.2340 

80.7948 
.2614 
.2492 
.2320 
.1802 

nAStA 

.0055 
.1877 
.7373 
.2340 

81.0390 

prf  fl%  "          

.2614 

Bfafftlng 

.3150 

ijo*dinE 

.9431 

TraDSPortatlon 

.1630 

TraclD 

.2664 

liOadins  on  banren r .  r 

.1299 

Power 

.  41  ^o 

Maintenance  of  equipment 

.6066 

Plant  arbitrary 

.2340 

Total 

2.2737 

2.1624 

2.1073 

2.8847 

3.2206 

3.4918 

Towing: 

Operation.  tuES  and  barees 

.3004 
.1612 
.4040 

.2577 
.1225 
.4040 

.3054 
.0482 
.4040 

.2852 
.0425 
.4040 

.4780 
.2674 
.4040 

.5047 

.1660 

Plant  arbitrary 

.4040 

Total 

.8746 

.7842 

.7576 

.7317 

1.1404 

1.0746 
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Comparative  statement,  Porto  Bella  large  rock  quarru — Continued. 


1012 

January. 

February. 

March. 

April. 

May. 

June. 

Placing  large  rock— Toro  Point: 

Operation ,  floatiue  derricks 

10.0670 
.0386 
.1061 
.1221 
.0331 
.2116 
.1290 

SO.  0688 

Kaintenance.  floating  derricks 

Operation,  creuaes  on  dock 

10.1391 
.0398 
.0014 
.0426 
.1290 

10.1437 
.0299 
.0347 
.0462 
.1290 

10.1743 
.0966 
.0163 
.1222 
.1290 

10.1851 
.1088 
.0176 
.1545 
.1290 

.2029 

Operation,  trains 

.0860 

piixnping , , ,  

.0242 

Maintenance  of  equipment A 

Plant  arbitrary 

.1972 
.1290 

Total 

.3519 

.3835 

.5384 

.6950 

.8176 

.7081 

Division  exjiense 

.1288 

.1121 

.1200 

.1522 

.2776 

.3443 

Total  division  cost 

3.6290 

3.4422 

8.6133 

3.8136 

5.4649 

6.6188 

Output  (cubic  vardfi) 

7,287 

8,393 

9,068 

8,380 

7,532 

7^366 

WATER  TRAN  SPORT ATTON. 

In  connection  with  this  service  the  plant  steamed  about  58,000 
miles,  handled  about  6,483  barges,  and  carried  about  28,273  pas- 
sengers. 

During  the  year  barges  No.  6  and  No,  8  were  transferred  to  the 
fortification  work  and  the  tug  Reliance,  with  barges  No.  i,  No.  7, 
and  No,  10,  transferred  to  the  Pacific  division. 

During  June  about  13,000,000  gallons  of  water  were  hauled  in 
barjges  from  Gatun  to  Dock  13  and  there  pumped  into  the  Cristobal 
mams.    This  service  was  discontinued  on  June  24. 


COLON    BREAKWATER. 

During  the  year  5,514  linear  feet  of  double-track  trestle  and  48 
linear  feet  of  single-track  trestle  were  built;  460.040  cubic  yards  of 
fill  were  dumped  from  the  trestle;  6,498  cubic  yards  of  material  were 
used  for  ballast,  and  4,680  cubic  yards  were  furnished  to  the  fortifi- 
cations. 

Steam-shovel  work  was  completed  on  June  22. 1912. 

Unloading  Porto  Bello  rock  for  the  armor  ot  the  breakwater  was 
begun  in  August,  1911.  The  rock  is  removed  from  barges  to  Lidger- 
w<^d  trains  By  l^omotive  cranes  and  plowed  ofF  in  the  north  sidi  of 
the  trestle,    dn  June  30, 1912,  65,133  cubic  yards  had  been  unloaded. 

The  amount  of  rock  dredged  and  dumped  in  the  vicinity  of  the 
west  breakwater  was  510,780  cubic  yards. 
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Comparative  statement^  Colon  Breakwater. 


1911 

■ 

July. 

August. 

Septem- 
ber. 

October. 

Novem- 
ber. 

Decem- 
ber. 

Excavation: 

8uTvevs 

laoois 

faooi2 

PriUIni?               ,                 

$a0221 
.1647 
.0631 
.0647 
.0040 
.0766 

ta02M 
.1481 
.0933 
.0435 
.0898 
.0725 

ia0058 
.0625 
.1339 
.0442 
.0944 
.0364 

laoiio 

Blastins 

.0110 
.0890 
.0617 
.0733 
.0678 

.0334 
.1119 
.0712 
.1058 
.2474 

.0327 

T/OMin?  hy  power 

.0778 

Tracks 

.0106 

TransDortation^ 

.0724 

VAinfmiance  of  oaiilpin^nt  ^  r  r 

.0M6 

Total 

.4851 

.4676 

.3772 

.3041 

.5709 

.1686 

Filling: 

Trestles 

1.1096 
.0082 
.0220 

.9154 
.0084 
.0066 

.6741 
.0119 
.0175 

.5276 
.0187 
.0291 

L6023 
.0137 
.0142 

.5150 

Dumping 

.0140 

Maintenance  of  eaufpn^Mit 

.0305 

Total 

1.1998 

.9304 

.7035 

.5753 

L6a02 

.5685 

Plant  arbitrary 

.1090 
.0340 
.0663 

.4548 
.0381 
.0844 

.3100 
.0388 
.0793 

.3100 
.0392 
.1076 

.3100 
.0458 
.2060 

.3100 

Divinion exDense.  ....    

.0202 

Tug  senrice 

.0663 

Total  division  wst 

L9542 

L9753 

L5088 

L3362 

2.7619 

1.1326 

Ontmit  f  Gubio  yards) 

46,179 

44,958 

33,813 

21,815 

17,249 

46,501 

1912 


January. 


Snrvejrs 

Prilling Ml  0097 

Blasting 0330 

Loading  by  power 0749 

Tracks 0268 

Transportation 0784 

Maintenance  of  equipment 0309 

Total 


Fitting: 

Trestles j 

Dumping 

Maintenance  of  equipment. 


ToUl. 


Plant  arbitrary.. 
Division  expense. 
Tug  service 


.2537 


.3130 
.0107 
.0109 


.3346 


Febru- 
ary. 


la  0132 
.0538 
.0093 
.0149 
.0828 
.0283 


.2623 


.5160 
.0106 
.0060 


.5326 


March. 


Sa0072 
.0541 
.0902 
.0194 
.0610 
.0690 


.2909 


.4366 
.0090 
.0047 


.4603 


AprU. 


ta0328 
.  UcRW 
.0750 
.0045 
.0622 
.0460 


.3104 


.  3594 
.0068 
.0074 


.3736 


.2960 
.0210 
.0798 


.2960 
.0175 
.0821 


.2960 
.0187 
.0648 


Total  division  cost. 
Oatpat  (cubic  yards) . . . 


.9651 


L1905         L1207 


.2960 
.0230 
.0639 


L0669 


48,423 


42,927 


48,401 


46,583 


May. 


90.0001 

.0289 
.0736 
.1000 
.0317 
.0638 
.0468 


.3447 


.4349 
.0068 

.0080 


.4497 


.2060 
.0073 
.0828 


L2005 


44,009 
1 


June. 


ta0431 
.0499 
.0682 
.0448 
.0061 
.0661 


.3682 


.2618 
.0063 
.0100 


.2781 


.2960 
.0496 
.1148 


L1067 


19,093 


PROCURING  SAND  AT  NOMBRE  DE  DIOS.^ 

During  the  year  144,123  cubic  yards  of  sand  were  excavated  by 
dred^  No.  4  and  shipped  to  Gratun. 

This  work  was  completed  on  November  17,  1911,  and  the  plant 
removed  to  Cristobal. 
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The  operating  cost  of  procuring  sand  at  Nombre  de  Dios  is  shown, 
by  months,  below : 


July. 

Aogust. 

Septem- 

October. 

Novem* 
ber. 

* 

Dradging  excavation: 

CImAm 

10.0006 
.3481 
.0264 

.4800 

ODeradbn.  dredee  No.  4 

SO.  1762 

.0896 

.0113 

1.0613 

10.1698 
.0171 
.0624 
.7890 

10.1348 
.0140 
.0344 
.7800 

SO.  1632 

Omnitlon.  HmalThoats.  eto , .  

.0211 

Mftipt^^nAnAA  of  Aqninmimt 

.0927 

Plant,  ftrwtmry .         . 

.7890 

Total  operating  cost 

.7258 

1.3784 

1.0183 

* 

.9722 

♦  . .. 

1.0680 

Water  transportation: 

Oneration  of  tues  and  barces 

.2397 
.0838 
.2110 

.2244 
.1630 
.3446 

.2340 
.1251 
.2820 

.2048 
.0832 
.2820 

.2449 

Maintenance  of  eauiDment 

.1140 

Plant,  arbitrary 

.2830 

Total 

.6246 

.7320 

.6311 

.5700 

.6400 

Unloading  barges  and  transporting  sand  to  pile 
At  Oftt^in .... ....        , ,    

.2732 
.1620 

.3382 
.2664 

.2391 
.3170 

.2313 
.2170 

.3781 

Plant,  arbitrary 

.3170 

Total 

.4352 

.6036 

.4461 

.4483 

.4951 

Division  expense 

.0122 

.0115 

.0085 

.0069 

^0131 

OnLntl  toti^l. .           

1.0077 

2.6255 

3.1040 

1.9964 

3.3151 

Oatput  Ccubic  yards) 

24,512 

27,818 

33,401 

39,444 

19,948 

SUEVBYS. 

In  addition  to  the  usual  weekly  and  monthly  routine  work  the  fol- 
lowing surveys  were  made : 
Fortification  reserve  at  Toro  Point. 
Channel  and  bar  at  mouth  of  Chagres  River. 
Coast  line,  Las  Minas  Bay  to  Margarita  Point 
Limon  Bay  and  Colon  Breakwater. 
Nombre  de  Dios. 

Gatun  Locks. 

[MaJ.  James  P.  Jervey,  Corps  of  Engineers,  U.  S.  Army,  resident  engineer  in  local  charge.] 

EXCAVATION. 

At  the  beginning  of  the  fiscal  year  1911-12  all  excavation  neces- 
sary for  the  construction  of  the  locks  proper  had  been  completed, 
with  the  exception  of  1  per  cent  of  the  trench  excavation  m  the 
lower  lock,  amounting  to  8.888  cubic  yards. 

The  excavation  north  or  the  north  caisson  sill  necessary  for  the 
construction  of  the  flare  walls  and  middle  approach  wall  is  being 
carried  on  by  suction  and  dipper  dredges.  In  order  to  reach  suit- 
able rock  for  the  foundations  of  the  flare  walls  it  is  necessary  to  ex- 
cavate in  places  to  a  depth  of  70  feet  below  sea  level,  through  soft, 
sliding  mud,  too  soft  to  support  steam  shovels.  In  order  that  this 
material  could  be  removed  by  dredges,  the  lock  chambers  were  closed 
by  a  temporary  reinforced  concrete  buttress  dam,  with  wood  face, 
erected  on  the  north  caisson  sill.  This  dam  is  46^  feet  high,  220 
feet  long,  and  contains  1,040  cubic  yards  of  reinforced  concrete  and 
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98,736  feet  b.  m.  of  timber.  Its  cost  was  $36,092.91.  This  makes  it 
practicable  to  keep  the  locks  unwatered,  so  that  gate  and  machinery 
erection  can  proceed  while  excavation  lor  the  flare  and  guide  walls 
is  being  made.  The  dredges  excavated  a  narrow,  shallow  chaimel 
into  the  site  of  these  walls,  and  are  widening  and  deeping  the  cut, 
removing  all  material  above  rock  back  of  the  flare  walls  that  would 
have  slipped  into  excavation  when  finally  unwatered.  In  order  to 
excavate  to  depth  of  70  feet  below  sea  level  an  earth  dam  across  the 
narrow  entrance  bhannel  has  been  built,  so  that  suction  dredge  can 
lower  water  plane  to  30  feet  below  sea  level,  thus  enabling  dredges 
to  complete  excavation.  When  this  excavation  is  completed  the  ex- 
cavatea  space  will  be  filled  with  water,  the  dam  will  be  removed, 
dredges  floated  out,  dam  rebuilt,  and  space  finally  unwatered  for  wall 
construction. 

The  total  amount  of  material  to  be  excavated  by  the  dredges  for 
the  construction  of  the  flare  and  approach  walls  is  973,488  cubic 
yards,  of  which  883,918  cubic  yards  had  been  excavated  up  to  June 
30,  1912,  at  a  cost  of  31.29  cents  per  cubic  yard.  This  cost  includes 
the  cost  of  the  reinforced  concrete  dam  referred  to  above. 

CONCRETE   MATERIAL. 

During  the  year  a  total  of  376,898  cubic  yards  of  crushed  stone  and 
162,785  cubic  yards  of  sand  have  been  unloaded  and  stored.  Four 
hundred  and  forty-eight  thousand,  seven  hundred  and  one  barrels  of 
cement  in  bags  have  been  received. 

By  April  30,  1912,  sufficient  rock  had  been  received  for  the  com- 
pletion of  the  work  and  deliveries  from  Porto  Bello  were  stopped. 
Screened  and  washed  rock  for  facing  and  reinforced  concrete  work 
have  been  secured  by  a  revolving  screen  with  washing  attachment 
While  rock  was  being  received  from  Porto  Bello  the  screen  was  fed 
by  a  derrick  directly  from  the  barges.  Since  then  the  screen  has 
been  mounted  on  a  flat  car  and  moved  to  one  side  of  the  rock  storage 
pile,  where  it  is  fed  by  one  of  the  cableways. 

The  delivery  of  sand  from  Nombre  de  Dios  was  discontinued  on 
November  17.  1911.  On  December  29,  1911,  shipments  of  Cham6 
sand  began  m)m  the  Pacific  division  and  were  continued  during 
January,  February,  and  March,  a  total  of  20,315  cubic  yards  being 
received.  Arrangements  were  then  made  for  securinff  sand  from 
one  of  the  dredges  filling  into  the  dam  from  the  old  bed  of  the 
Chagres  River,  north  of  the  north  toe  of  the  dam,  and  since  May  15 
40,025  cubic  yards  have  been  received  from  this  source,  1,265  yards  in 
cars  and  38,760  yards  in  barges  which  were  unloaded  by  the 
cableways. 

The  cost  of  the  Nombre  de  Dios  sand  received  during  the  fiscal 
year  1911-12  has  been  $2.2414  per  cubic  yard;  the  cost  of  the  Chame 
sand  was  $1.7079  per  cubic  yard:  and  the  cost  of  the  sand  from  the 
dam  $1.2850  per  cubic  yard.  Tne  costs  given  are  for  sand  on  the 
storage  pile. 

On  June  30, 1912,  the  amount  of  sand  needed  for  the  completion  of 
the  work,  in  addition  to  the  amount  then  in  the  storage  pile,  was 
89,000  cubic  yards. 
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The  delivery  of  cement  in  barges  was  discontinued  on  April  80, 
1912,  and  the  remainder  will  be  delivered  in  cars  and  unloaded  by 
hand.  On  June  30,  1912,  the  amount  of  cement  needed  for  the  com- 
pletion of  the  work,  in  addition  to  the  amount  then  in  storage,  was 
190,000  barrels. 

UNLOADING   PLANT. 

Beginning  July  1,  1911,  the  unloading  cablewajs  have  been  re^- 
larly  operated  on  a  single  shift  of  9  hours.  Occasional  12-hour  shifts 
have  been  worked  since  June  1,  1912,  to  facilitate  the  delivery  of 
sand  from  the  Chagres  River. 

During  the  fiscal  year  the  cableways  unloaded  237,760  cubic  yards 
of  rock  and  109,017  cubic  yards  of  sand,  at  the  rate  of  62.74  cubic 
j-ards  per  hour  actual  working  time,  at  a  total  cost  for  unloading  of 
19.04  cents  per  cubic  yard. 

The  necessary  reclaiming  of  rock  and  sand  from  the  stock  piles 
to  the  tunnel  hoppers  and  to  cars  has  also  been  done  by  the  cable- 
ways.  Since  May  23,  1912,  one  duplex  cableway  has  been  employed 
exclusively  with  the  rock  screen. 

From  July  1  to  November  16,  1911,  five  derricks  were  used  for 
unloading  rock  and  sand.  The  use  of  the  two  sand  derricks  was 
discontinued  on  the  latter  date,  and  of  the  three  rock  derricks  on 
April  29,  1912.  During  the  time  they  were  in  service  the  derricks 
unloaded  139,148  cubic  yards  of  rock  and  63,768  cubic  yards  of  sand, 
at  a  cost  of  15.73  cents  per  cubic  yard. 

From  July  1,  1911,  to  April  30,  1912,  when  the  delivery  of  cement 
in  barges  was  discontinued,  the  cement-shed  cranes  unloaded  448,700 
barrels  of  cement. 

HANDLING  AND  MIXING  PLANTS. 

The  handling  and  mixing  plants  have  been  operated  satisfactorily 
during  the  year. 

The  Automatic  Railway  has  handled  about  624,902  tons  of  material 
at  a  cast  of  6.88  cents  per  ton.  The  Industrial  Railway  has  handled 
about  686,728  tons  of  material  at  a  cost  of  8.61  cents  per  ton.  | 

Mixing  plant  No.  1  has  mixed  a  total  of  343,364  cubic  yards  of 
concrete.  Mixing  plant  No.  2  mixed  a  total  of  80,544  cubic  yards  of 
concrete.  This  plant  was  shut  down  on  March  11,  1912,  and  the 
work  of  dismantling  commenced  on  March  12,  1912.  A  total  of 
15,758  cubic  yards  of  concrete  was  mixed  by  portable  mixers  and 
by  hand. 

C50NCRETE  WORK. 

At  the  beginning  of  the  fiscal  year  the  total  amount  of  concrete 
placed  was  1,424,940  cubic  yards,  and  on  a  basis  of  2,000,000  cubic 
yards  the  masonry  work  for  the  entire  system  of  locks  was  71.25 
per  cent  completed. 

During  the  year  391,142  cubic  yards  of  plain  concrete,  and  59,888 
cubic  yards  of  reenforced  concrete  have  been  placed,  making  a  total 
for  the  year  of  451,025  cubic  yards,  and  a  total  to  date  of  1,875,966 
cubic  yards.  The  total  amount  of  concrete  laid  during  the  year  in- 
cluded 14,194  cubic  yards  of  large  rock. 
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In  j^eneral,  the  massive  work  of  the  lock  walls  proper  is  completed. 
The  flare  walls  at  the  south  end  are  completed.  The  south  middle 
approach  wall  is  67  per  cent  completed.  The  bulk  6f  the  remaining 
concrete  will  be  placed  in  the  north  flare  walls  and  approach  wall. 

The  costs  for  plain  concrete,  as  reported,  show  a  considerable  in- 
crease during  the  fiscal  year,  due  to  tne  larger  proportion  which  has 
been  placed  m  machinery  chambers,  where  the  setting  of  fixed  irons 
has  complicated  the  work. 

The  average  division  cost  for  tihe  year  for  taking  concrete  material 
from  storage,  mixing  and  placing  in  the  lock  walls,  including  the 
plant  charge,  has  been  as  follows : 

Cost  per 
cubic  yard. 

Forms $0. 6580 

Mixing .1798 

Placing  and  flnisbing .4788 

Reeuforcements .0178 

Pumps .  0878 

Power .-  .0834 

Maintenance  of  equipment .2109 

Plant  arbitary .  8980 

Division  expense .  1015 

Total ____. 2.7155 

(Mixing  includes  a  haul  of  2,000  feet  and  a  lift  of  63  feet  for  66.6  per  cent  of 
the  total  amount  of  concrete  placed.) 

Attached  are  comparative  statements  of  concrete  costs  for  the 
year.  These  statements  include  all  concrete  laid  with  the  exception 
of  531  cubic  yards  placed  in  connection  with  installation  of  vitrified 
tile  duct 

Comparative  statement  of  coats. 

GATUN  LOCK  CONSTRUCTION. 


Maaonry. 


CoDorete  (cable  yards) 


Cement.. 

BtODB..., 

Band 


1911 


July. 


64,109 


f  1.6563 

1.9915 

.8365 

.1335 


Total  cost. 


Large  rook  (oubto  yards) . 
Coat 


4.5178 


5.370 
10.7806 


Maaoory  (ouUo  yards) I     09,669 


OooeretB 

Large  rook 

Woodfomu 

Steel  iorms 

Pladng.... 

ReenlOTcemeiiti 

Pumps 

Power.  • 

ifaintetMmrtu  of  equipment . 

Plant  arbitrary 

DivlaiaD  expense 


Total  division  cost. 


14.1600 
.0603 
.4265 
.1303 
.3240 
.0OH3 
.0710 
.0435 
.2001 
.7110 
.0821 


6.2250 


August. 


59,333 


91.5729 

2.2000 

.9811 

.1446 


4.8966 


4.416 
11.2564 


63,748 


64.5503 
.0670 
.4774 
.1287 
.3632 
.0244 
.0968 
.0473 
.1771 
L0644 
.1033 


7.1289 


Septem- 
ber. 


51,650 


61.5648 

2.1484 

.9461 

.1541 


4.8134 


1,634 
$1.1303 


63,284 


October. 


45,723 


61.6236 

2.0479 

.9407 

.1438 


4.7640 


1.424 
$1.2712 


47,147 


$4.6658 
.0844 
.3696 
.1506 
.3725 
.0157 
.0831 
.0751 
.1637 
.8800 
.0874 


$4.6201 
.0384 
.3372 
.1820 
.4653 
.0080 
.uww 
.1212 
.2100 
.8800 
.0861 


6.8981 


7.  Of  80 


Novem- 
ber. 


38,008 


$1.7459 

1.9524 

L0032 

.1751 


4.8766 


1,014. 
$2.4180^ 


39,033 


$4.7500 
.0638 
.4608 
.1837 
.5008 
.0301 
.1380 
.1054 
.3600 
.8800 
.0894 


7.4310 


Decem- 
ber. 


36,567 


$L608B 

L69Q3 

1.3079 

.3078 


4.8147 


306 
$0.4563 


36,875 


$4.7746 
.0790 
.6170 
.2045 
.4049 
.0358 
.0603 
.0665 
.2317 
.8800 
.0966 


7.4806 
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Comparative  statement  of  costs — Continued 

GATUN  LOCK  CONSTRUCTION— Continued. 


1912 

Masonry. 

January. 

Febru- 
ary. 

March. 

April. 

May. 

Jime. 

28,778 

21,071 

20,877 

5,481 

3,506 

1,225 

CVffnent .  T  r 

SI.  6730 

1.9432 

1.3194 

.2560 

$1.8562 

1.8870 

1.1455 

.2386 

$1.7852 

1.8367 

.9636 

.1773 

$1.5068 

1.9121 

.9181 

.3292 

$1.5391 

1.4322 

.7837 

.8032 

$2.2541 

Stone 

1.8601 

Band 

.8640 

Mixing 

.5359 

Total  oost 

5. 1916 

5.1273 

4.7628 

4.6662 

4.5582 

5.5141 

TiMvn  mck  ftuibin  vards^ ■, 

28 
$3.9718 

Cost 

Masonrv  (cubic  yards) ,,,,,, 

28,806 

21,071 

20,877 

5,481 

3,506 

1,225 

$5.1867 
.0038 
.6454 
.1221 
.5746 
.0118 
.1169 
.1037 

.   .1881 
.9670 
.1135 

$5.1273 

$4.7628 

$4.6662 

$4.5582 

$5.5141 

LargB  rock  ^ 

Wood  forms 

.7958 
.1327 
.8270 
.0367 
.0296 
.1102 
.2268 
.9670 
.1068 

.5744 
.1192 
.6039 
.0235 
.0427 
.1010 
.2000 
.9670 
.1047 

1.4684 
.1290 

1.2774 
.0061 
.1549 
.1502 
.2588 
.9670 
.2594 

1.6367 
.1435 

1.2465 
.0151 

3.6212 

Btfnl  forms 

.0397 

Plactaur 

3.0780 

lR4ffliforo0ni6nts 

Pnnpff , .  _  • 

Power  «••■•..... 

.2573 
.6223 
.9670 
.3710 

.4010 

Maintenance  of  equipment 

Plant  arbitrary 

1.4610 
.9670 

PiTilrion  f^XTMHUW 

.8712 

Total  division  cost 

8.0336 

8.3599 

7.4992 

9.3374 

9.8176 

15. 9532 

LOCK  MASONRY,  REENFORCED. 


1911 

July. 

August. 

Septem- 
oer. 

October. 

Novem- 
ber. 

Decem- 
ber. 

Cement 

$2.2820 

1.9997 

.7548 

1.5547 

5.5897 

$2.2500 
2.3353 
1.0054 
1.1060 
3.7445 

$2.2040 

1.9788 

.9010 

.5568 

4.3327 

$1.9871 

2.3917 

1.2419 

.5848 

2.8834 

$2.3520 

1.9323 

1.0040 

.6030 

3.6607 

$2.2997 

Stone. 

1.8375 

Sand 

1.2976 

Mixing.. 

.4849 

Forms. .  .• 

2.0396 

Power 

.0496 

Placing 

.772? 
1.9732 

.7264 
.6520 

.6528 
1.3560 
.0209 
.2221 
.8800 
.3258 

.5180 
1.3915 

.4359 
.7938 

.5193 

"R^n'inixjenients ,    .     u,* 

.8602 

Pumps 

Maintenance  of  eauipment 

.0942 
.7110 
.4879 

.0716 
.9585 
.3864 

.2249 
.8800 
.2614 

.0296 
.8800 
.2298 

.2162 

Vhmi  arbHmry 

.8800 

Division  eitpense 

.1760 

Total  division  cost 

16.2199 
1.7526 

13.2361 
1. 1013 

13.4318 
1.1841 

12.3647 
.6067 

11.9211 
.9685 

10.6600 

Administration  and  Reneral  expense 

.6539 

ToUR  cost 

17.9725 

14.3374 

14.6159 

12.9714 

12.8896 

11.3139 

Concrete  placed  (cubic  yards) 

1,477 

3,180 

4,014 

6,489 

4,885 

6,715 
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Comparative  statement  of  coats — Ck>ntinued. 
LOqK  MASONRY,  BEENFORCED— Continued. 


1912 

\ 

Febru- 
ary. 

March. 

April. 

May. 

June. 

Oement 

S2.5355 

2.0825 

1.2602 

.4323 

2.7311 

.0202 

.6011 

.6677 

.1857 

.9670 

.2466 

$2.5112 

2.0163 

1.0926k 

.6765 

2.7274 

.0376 

.7362 

.4392 

.1358 

.9670 

.2078 

$2.4360 

1.8000 

.9466 

.3324 

i5777 

.0304 

.7085 

1.0587 

.1538 

.9672 

.2233 

$1.8165 
1.8725 
.8781 
.4245 
2.5426 
.1129 
.9164 
.2864 
.2139 
.9670 
.2454 

$1.8703 

1.6966 

.7670 

.8002 

3.2162 

.0459 

1.3738 

.7900 

.4629 

.9670 

.3451 

$1.8092 

Stone 

2.0450 

Sand 

.8574 

MiT^T^g 

.6789 

2.5401 

Power 

.0420 

PlBcinK 

1.0766 

RP4nfo>xx^nv^nt4f 

.8094 

Maintenance  of  equipment 

.3871 

Plant  arhitm»7 ..'..'    

•9670 

Division  expense 

.4111 

Total  diytslon.oo8t 

11.7299 
.7245 

11.4476 
.7719 

11.3246 
.7110 

10.2762 
.6543 

12.3340 
1.0761 

11.7728 

AdministntioQ  and  general  expense 

.9542 

Total  cost 

12.4544 

12.2195 

12.0356 

10.9305 

13.4101 

12.7270 

Concrete  placed  (cubic  yards) 

6,177 

5,593 

6,655 

6,119 

4,000 

4,579 

POWER  PLANT. 

The  operation  of  the  power  plant  during  the  year  has  been  satis- 
factory. 

The  total  production  of  electrical  energy  was  16.263,510  kilowatt 
hours. 

The  average  fuel  consumption  was  0.007592  barrels  of  oil  per  kilo- 
watt hour. 

An  air  compressor,  with  a  capacity  of  1,100  cubic  feet  of  free  air 
per  minute,  transferred  from  Porto  Bello  has  been  installed  at  the 
power  plant,  and  is  being  operated  for  the  first  division. 

The  condensers  have  continued  to  give  trouble  during  the  year,  due 
to  the  use  of  salt  water  for  circulation.  This  salt  water  causes  electro- 
lytic action  to  be  set  up  between  the  copper  tubes  and  the  cast-iron 
tube  sheets,  which  results  in  bad  corrosion  of  the  sheets.  This  cor- 
rosion makes  it  difficult  to  secure  ti&:ht  joints  between  tubes  and 
sheets  and  necessitates  frequent  renewal  of  tubes.  It  does  not  appear 
to  be  practicable  to  obtain  fresh  water  for  circulating  purposes,  nor 
to  rebuild  the  condensers  at  a  cost  warranted  by  the  probabJe  future 
output  of  the  plant,  so  it  will  be  endeavored  to  keep  tne  present  con- 
densers in  as  good  condition  as  is  pK)ssible  under  the  circumstances. 


TESTS. 


During  the  month  of  September,  1911,  various  tests  were  made  on 
Stoney  gates  Nos.  260  ana  261  under  full  head,  with  a  view  to  de- 
terming  the  power  necessary  to  raise  the  gates.  The  result  of  these 
tests  showed  an  average  combined  coefficient  of  friction  for  a  79-foot 
head  of  0.0433. 
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GATE  ERECTION. 

The  work  of  the  Atlantic  division  in  connection  with  gate  erection 
consisted,  during  the  year,  in  preparing  the  necessary  storage  ground 
and  construction  of  the  necessary  storage  and  erection  tracks  for  the 
storage  of  the  gates.  A  total  of  approximately  7,500  feet  of  standard- 
gauge  track  has  been  built  specially  for  this  work. 

FIXED  STEELWORK. 

The  erection  of  fixed  steel  during  the  year  has  included  the 
placing  of  reaction  castings,  material  in  Stoney  gate  valves,  material 
in  gate  sills,  snubbing  hooks,  anchorage  bolts,  etc.  A.  total  of 
3,179.2  tons  of  fixed  steel  has  been  placed  during  tne  year. 

At  the  end  of  the  year  all  reaction  castings,  steel  in  all  gate  sills, 
and  all  snubbing  hoo&s  had  been  placed. 

A  total  of  42  Stoney  gate  valves  were  ready  to  be  turned  over  to 
the  first  division  for  the  mstallation  of  the  machinery. 

SLIDES. 

Slides  at  the  extreme  north  end  of  the  locks  continued  to  give 
trouble  during  the  year,  and  the  cableway  tracks  could  not  be  ex- 
tended so  as  to  cover  all  walls  as  far  north  as  the  north  caisson  sill 
until  January. 

BACK  FILL. 

Back  filling  behind  the  side  walls  of  all  locks  has  been  continued 
during  the  year.  The  back  fill  in  the  center  wall  of  the  upper  and 
middle  locks  has  been  completed. 

In  connection  with  this  work,  a  total  of  928,406  cubic  yards  of 
material  were  removed  by  steam  shovels  from  borrow  pits,  at  a  cost 
of  45.84  cents  per  cubic  yard.  All  of  this  was  placed  as  back  fill, 
with  the  exception  of  small  quantities  used  from  time  to  time  for 
construction  tracks. 

A  total  of  1,462,074  cubic  yards,  at  an  average  cost  of  48.88  cents 
per  cubic  yard,  had  been  placed  behind  the  side  walls  up  to  June  30, 
1912,  and  97,291  cubic  yards,  at  an  average  cost  of  80.03  cents  per 
cubic  yard,  in  the  center  wall. 

MISCELLANEOUS  WORK. 

A  total  of  73,695  linear  feet  of  concrete  piling  was  manufactured 
during  the  year;  75,474  feet  were  driven  for  foundation  of  south  ap- 
proach wall  and  10,609  feet  for  foundation  of  emergency  dam ;  1,412 
feet  of  pipe  piles  were  also  driven  for  foundation  of  emergency  dam. 

Twenty  thousand  six  hundred  and  thirteen  feet  of  coping  drain 
covers,  and  462  deck  light  covers  were  manufactured  during  the  year; 
154,781  feet  10  inches  of  tile  duct  were  laid. 

A  total  of  699  feet  of  tile  gauges  was  set  during  the  year,  com- 
pleting all  gauffes  except  those  north  of  the  north  caisson  sill. 

The  dismantling  and  removal  of  the  form  towers  was  60  per  cent 
completed  during  the  year. 
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Gatun  Dam  and  Spillway. 

[MaJ.  George  M.  Hoffman,  Corps  of  EInglneers,  U.  S.  Army,  resident  engineer,  in  local 

charge.] 

GATUN  DAM. 

Construction  during  the  year  increased  the  embankment  by 
6,525,945  cubic  yards,  making  the  total  net  fill  in  place  19,818,979 
cubic  yards.  To  accomplish  this,  9,048,896  cubic  yards  of  material, 
borrow  pit  measurement^  was  handled,  thus  showing  a  loss  of  38.9  per 
cent  due  to  consolidation,  waste,  and  other  minor  causes.  Of  the 
amount  placed  this  year,  2,982,859  cubic  yards  was  dry  fill,  and 
2,543,086  cubic  yards  was  wet  fill.  To  complete  the  embankment  to 
approved  grade  and  section  will  require  the  placing  of  1,652,832 
cuoic  yards,  net.  The  quantities  for  the  year,  as  shown  on  monthly 
reports,  are  2,608,073  ciibic  yards  dry  fill,  and  2,604,632  cubic  yards 
wet  fill.  After  the  semiannual  survey,  which  was  completed  in  Jan- 
uary, a  reduction  of  63,547  cubic  yards  was  made  from  dry  fill,  and 
61,546  cubic  yards  from  wet  fill  on  account  of  slow  consolidation  in 
excess  of  amounts  allowed  in  monthly  estimates.  An  addition  of 
438,333  cubic  yards  was  made  to  dry  fill  on  account  of  change  in 
approved  slope  of  dam,  which  brought  within  the  area  of  the  dam  an 
old  dump  not  previously  included. 

Statement  of  the  progress  of  construction  by  fiscal  years  is  as  fol- 
lows, showing  the  dam  to  be  92.18  per  cent  completed : 


Year. 

Embankment. 

4 

Dry  fill. 

WetflU. 

Total  fill. 

Prior  to  July  1, 1008 

462,207 
1,781,325 
2,577,234 
2.060,186 
2,082,860 

OuMeyardf. 

OMCVLtiM, 

402,207 

1008-0 

720,047 
2,033,075 
3,758.870 
2,543,086 

2,501,372 

1000-10 

5,510,300 

1010-11 

5,810,056 

1011-12 

5,525,045 

Total 

0,863,001 

0,055,078 

10.818.070 

For  a  distance  of  1,000  feet  east  of  the  spillway  the  north  and 
south  dumps  of  dry  fill  have  been  advanced  across  the  hydraulic  fill 
to  a  junction  at  the  axis,  thus  practically  completing  this  section  to 
elevation  103.35.  Adjacent  to  the  axis  the  dry  fill  is  of  impervious 
clay,  thoroughly  puddled  by  sluicing,  thus  extending  the  water-tight 
hydraulic  fill  core  to  the  top  of  the  dam.  From  this  completed  sec- 
tion to  the  east  end  of  the  dam  the  dumps  have  reached  a  general 
elevation  of  +96^  and  the  hydraulic  fill  between  has  a  general  eleva- 
tion of  +85.  West  of  the  spillway  the  north  and  south  dumps  have 
reached  a  general  elevation  of  +98,  the  hydraulic  fill  va«ying  from 
elevation  +87  at  the  spillway  to  +78  at  the  west-end  drains.  Plate 
81  shows  sections  east  and  west  of  the  spillway,  indicating  thereon 
the  progress  made  during  the  year. 

W  ith  the  object  of  checking  the  net  yarda^  of  the  embankment 
above  the  original  surface,  complete  cross-section  surveys  were  made 
of  the  entire  dam  in  December,  1911,  and  June,  1912.    For  the 
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monthly  estimates  only  partial  cross  sections  were  taken,  time  avaU- 
able  being  suflScient  only  to  cover  the  areas  worked  over  during  Ihe 
month.  An  arbitrary  amount  of  40,000  cubic  yards  has  been  deducted 
each  month  to  allow  for  slow  consolidation  in  the  areas  not  cross- 
sectioned,  this  amount  being  subject  to  redetermination  after  the 
semiannual  surveys. 

Levels  have  been  run  monthly  over  the  regular  consolidation  hubs 
driven  on  both  slopes  about  250  feet  apart  parallel  to  the  axis  and 
about  100  feet  apart  transverse  thereto.  In  addition,  levels  were  run 
weekly  over  the  consolidation  hubs  in  two  sections  east  of  the  spill- 
way where  special  and  more  frequently  taken  data  were  desired. 

Borings  have  been  made  across  two  sections  of  the  embankment  and 
at  special  points,  giving  valuable  data  as  to  solidity  of  material  in 
and  below  the  dam,  line  of  demarcation  between  dry  and  wet  fill, 
water-tightness  and  other  qualities  of  the  interior  wet  fill. 

Dry  fill  deposited  in  dumps  forming  slopes  of  the  dam  was  received 
from  various  sources,  as  follows,  quantities  being  in  accordance  with 
car  measurement : 

Locality :  Cubic  yards. 

Central  division 1, 465, 506 

Locks 448 

Mindl 15,962 

Spillway  and  borrow  pits 1,530,364 

Total 3, 012, 370 

Measured  in  place  in  the  dam,  dry  fill  received  shows  a  loss  of 
10  per  cent,  due  to  consolidation,  intermixture  with  wet  fill,  etc.,  thus 
maKing  the  net  amount  2,982,859  cubic  vards.  ^ 

Prior  to  February  16  the  bulk  of  dry  nil  for  the  dam  came  from  the 
central  division,  but  on  that  date  the  double-track  line  south  of  Gatun 
was  abandoned  and  trains  from  the  central  division  were  discon- 
tinued. To  provide  dry  fill  for  completion,  a  high-level  borrow  pit 
was  developed  in  the  hills  west  of  the  dam,  which  in  addition  to  the 
clay  borrow  pits  will  furnish  material  of  the  quantity  and  class 
required.  From  two  to  six  steam  shovels  have  been  engaged  in  exca- 
vating material  for  dry  fill,  their  output  being  as  follows: 

[Cubic  yards.] 


MonUis. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

llarch 

April 

May 

June 

Total 


Earth. 


31,665 
34,432 
31,2^ 
45,647 
36,080 
31,601 


15,565 
41. 152 
100,597 
208,666 
140,677 
152,602 


870,000 


Rock. 


9,157 

8,796 

27,880 

32,578 


52,111 
62,631 
171, 118 
133,328 
146,430 
102,057 


746,066 


Total. 


81,665 
84,432 
40,383 
64,443 
63,960 
64,269 


67,676 
103,783 
271,715 
941,994 
287,107 
254,650 


1,616,066 


Output  per  shoTBl.! 


Per  day. 


1,319 
1,324 
1,154 
1,067 
1,332 
1,285 


1,327 
1,365 
1,889 
2,279 
2,021 
1,859 


1,732 


Per  month. 


32,064 
33,106 
28,846 
26,680 
33,312 
82,184 


33,178 
34,180 
47,180 

00,  WW 

60,054 
46,470 


43,258 


1  Average  for  the  year. 
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High  daily  and  monthly  records  were  made  by  steam  shovels  as 
follows : 


No.  and  daaa  of  Bhovd. 


120  (70>toii  Bacyras) . . 
2S7  (model  91.  ICarion). 


High  daily  raoord. 


Date. 


Apr.  2. 
May  2. 


Yardage. 


8,815 
5,654 


High  monthly  reoofd. 


Date. 


April. 
llay.. 


Yardage. 


84,519 


Wet  fill  was  pumped  into  the  dam  by  pipe-line  dredges  working 
in  borrow  pits  upward  of  IJ  miles  distant,  the  maximum  lift  of 
material  being  100  feet.  For  the  longer  pipe  lines  and  higher  lifts, 
one  or  two  relay  pumps  were  installed  to  assist  the  dredges.  Material 
handled  by  borrow-pit  measurement  was  as  follows: 


[Cable  yards.) 


Month. 


July 

August 

September. 
October. . . . 
November. 
Deoonber., 


1911. 


Jannary.. 
February. 
March.... 
AprlL.... 

Ifiiy 

Jane 


1912. 


Total. 


Dredge  82. 


141,800 
154,000 
116,000 
180,200 
114,400 
147,175 


Dredge  83. 


178,500 
179,000 
210,000 
206,400 
124,370 
109,615 


182,222 
138,074 
135,766 
120,840 
120,840 
104,877 


897,464      1,811,994 


Dredge  84. 


158,600 
95,047 
60,000 


818,647 


Dredge  85. 


140,660 
122,000 
120,450 
101,900 
115,000 
140,903 


112,537 
180,822 
175,344 
119,226 
120,389 
125,733 


1,674,914 


Dredge  86. 


4,200 
161,900 
230,100 
184,611 


128,074 

71,648 

139,637 

157,033 

65,406 

32,993 


1,175,602 


TotaL 


619,560 
560,047 
610,680 
682,400 
588,870 
582,304 


486,722 
390,544 
450,737 
307,099 
306,585 
263,103 


5,773,621 


Measured  in  place  in  the  dam,  wet  fill  excavated  by  dredges  shows 
a  loss  of  56  per  cent,  due  mainly  to  waste  of  soft  clay  and  clay  in  sus- 
pension through  drain  pipes,  minor  causes  being  leakage  from  pipes 
and  general  consolidation.  The  net  wet  fill,  therefore,  amountea  to 
2,543,086  cubic  yards. 

Miscellaneous  work  connected  with  the  construction  of  the  dam 
included  transfer  of  relay  pump  outfits  as  required ;  maintenance  and 
extension  of  track  system;  construction  and  extensibn  of  track  and 
pipe-line  trestle;  clearing  ahead  of  dredges;  stripping  and  spading 
suDsoil  in  advance  of  hydraulic  fill;  and  pipe-kne  work  connected 
with  dredge  discharge  and  drainage  systems. 


OATUN  SPILLWAY. 


During  the  first  half  of  the  year  construction  of  the  spillway  dam 
was  confined  to  the  east  and  west  flanks,  where  the  abutments,  ogee, 
and  crest  piers  were  complete  to  +69,  the  top  of  the  ogee.  Nothmg 
could  be  done  in  the  central  section  during  the  rainy  season,  this 
being  held  at  +10,  except  for  the  construction  piers,  to  carry  the 
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floods  of  the  Chagres  River  and  avoid  flooding  the  main  line  of  the 
Panama  Railroad.  With  the  beginning  of  the  drv  season  about  two- 
thirds  of  the  central  section  were  inclosed  with  a  cofferdam,  the 
concrete  work  therein  was  carried  well  above  water  level,  and  full 
closure  was  then  made  within  a  cofferdam  covering  the  balance  of 
the  central  section.  Three  Stoney  gates  and  one  cylindrical  valve 
were  installed  to  control  the  flow  -through  the  four  undersluices.  In 
accordance  with  the  approved  program,  these  ^ates  were  closed  on 
April  30  and  Gatun  Lake  began  to  fill  to  th^  preliminary  level  of  +50 
above  which  the  water  will  flow  over  the  central  section  of  the  spill- 
way dam  until  the  next  dry  season,  when  the  concrete  work  can  be 
carried  to  completion  and  the  crest  gates  installed.  A  trestle  has 
been  built  from  the  eastward  at  +95  and  a  derrick  erected  near  the 
west  abutment  to  enable  construction  work  on  the  east  and  west  flanks 
to  proceed  during  the  first  half  of  next  vear. 

Excavation,  including  preparation  of  foundations,  is  completed  in 
the  spillway,  and  the  concrete  work  is  90  per  cent  completecL  Prog- 
ress by  fiscal  years  has  been  as  follows : 

[Cubic  yards.] 


Year. 

Prior  to  July  1, 1907 

1907-8 

1908-9 

190&-10 

1910-11 

1911-12 

Total 


Excavation. 


3,832 
938,901 
359,821 
127,610 
157,028 

7,123 


1,594,915 


Concrete. 


30,464 
53,632 
59,651 
58,666 


202,413 


PERMANENT  POWER  PLANT. 


Plans  having  been  approved  for  the  excavation  and  grading 
incident  to  the  construction  of  the  spillway  hydroelectric  power 
plant,  a  steam  shovel  began  work  in  May.  Including  the  grading 
by  steam  shovel  in  August  and  September,  the  total  excavation 
amounts  to  72,119  cubic  yards,  making  this  item  about  90  per  cent 
completed. 

The  following  statements  show  the  comparative  cost  for  the  dam 
and  spillway  f gr  the  fiscal  year : 
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Municipal.  Engineering. 

[Mr.  Leslie  G.  Thorn,  superintendent,  in  local  charge,  July  1,  1911,  to  December  13,  1911. 
Mr.  George  M.  Wells,  office  engineer,  in  local  charge,  December  14,  1911,  to  June  30, 
1912.] 

gatun  waterworks. 

During  the  year  the  purification  plant  at  Agua  Clara  was  com- 

?leted  and  filtered  water  turned  into  the  mains  on  December  29, 1911. 
*he  main  pipe  at  the  pump  station  was  so  arranged  as  to  divide  the 
water  main  system  into  two  parts,  using  all  mains  lying  west  of  the 
administration  building  for  raw  water  ftirnished  to  plant  and  equip- 
ment and  all  mains  east  of  the  administration  building  for  filtered 
water  for  domestic  use. 

Due  to  shortage  of  water  at  Colon  and  Toro  Point  and  Porto  Bello, 
it  became  necessary  to  transport  water  in  barges  from  January  25 
to  May  23  to  Toro  Point,  from  May  10  to  June  24  to  Cristobal,  and 
from  May  9  to  16  to  Porto  Bello. 

The  average  daily  consumption  exclusively  for  use  at  Gatun 
amounted  to  approximately  2,500,000  gallons  per  day.  During  the 
time  it  was  necessary  to  transport  water  to  Cristobal,  Toro  Point,  and 
Porto  Bello  this  aniount  was  increased  to  approximately  3,200,000 
gallons  per  day. 

The  usual  work  of  shifting,  relaying,  and  maintaining  miscel- 
laneous pipe  lines  was  carried  on  and  approximately  71,757^  feet  of 
various  sizes  were  handled. 

The  attached  table  gives  the  amount  of  water  filtered  and  pumped 
at  the  Agua  Clara  pump  station  from  January  1  to  June  30,  1912. 
This  does  not  include  raw 'water : 

Agua  Clara  filters  and  reservoir. 


Month. 


1912. 

January 

February 

March 

April 

May 

June 


Rainfiin 
(inches). 


0.75 

2.10 

.36 

.27 

13.47 

10.25 


33.20 


Eleva- 
tion 

reser- 
voir 

(feet). 


60.60 
58.20 
55.00 
51.25 
49.90 
54.00 


Alkalinity  (per 
million). 


Raw. 


25 
26 
33 
32 
35 
46 


Filtered. 


28 

17 
17 
30 
26 
26 


Coagulant 

aluminum 

sulphate 

(pounds). 


3|266 
3,109 
2,707 
3,609 
3,697 
12,000 


28,388 


Turbidity  (per 
million). 


Raw. 


30 
28 
20 
50 
30 
20 


Filtered. 


0 
0 
0 
0 
0 
0 


Month. 


1912. 

January 

February 

March 

April 

May 

June 


Color  (per) 
million). 


Raw. 


75 
70 
75 
60 
35 
35 


Filtered. 


5 
8 
8 
0 
0 
0 


Odor  (per 
million). 


Raw. 

% 


0 
0 
0 
0 

Earthy. 
0 


Filtered. 


0 
0 
0 
0 
0 
0 


Bacteria  (per 

C.C.). 


Raw. 


409 
430 
460 
800 
550 
798 


FUtered. 


129 
160 
119 
150 
150 
101 


Wash 

water 

(gallons). 


1,219,280 
1,160,800 
1,515,680 
1,709,120 
1,603,760 
1,913,600 

9,122,240 


Monthly 
consump- 
tion 
(gallons). 


16,460,280 
15,670,800 
20,461,680 
23,073,120 
21,650,760 
25,833,600 

123,150,240 
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AGUA    GLABA   RESERVOIR. 

^  The  regular  maintenance  of  tl\e  banks  of  the  reservoir  was  con- 
tinued during  the  year. 

The  water  in  the  reservoir  began  to  fall  on  November  7,  1911,  and 
continued  to  fall  until  May  29, 1912,  when  it  reached  its  lowest  eleva- 
tion of  48.60.  There  was  at  this  time  available  for  use  in  tiie  reser- 
voir 171,004,000  gallons  of  water,  or  a  quantity  sufficient  for  68 
days,  at  an  average  daily  rate  of  2,500,000  gallons  per  day.  The 
dry  season  practically  began  on  December  1,  and  continued  until 
May  13.  During  this  time  the  water  fell  from  elevation  66.6  to 
elevation  49.76,  or  16.85  feet 

The  following  table  gives  the  rainfall  for  each  month  of  the  year 
at  this  reservoir : 

Rainfall,  Agua  Clara  Reservoir. 

Inches. 

July . 8. 92 

August 10. 65 

September 7. 56 

October 16.92 

November 17.15 

December 1. 45 

January .  75 

February ^    2. 10 

March .  36 

April .27 

May 13. 47 

June 16. 25 

Total 05.  85 

Daily  average .26+ 

BOADS,   SEWERS,   AND  DRAINS. 

The  usual  maintenance  work  on  roads,  sewers,  and  drains  was 
carried  on. 

The  entire  sewer  system  was  flushed  on  an  average  of  twice  each 
month. 

During  the  year  approximately  10,000  square  yards  of  macadam 
was  laid  and  repairea. 

Approximately  15,000  linear  feet  of  road  ditches  were  cleaned. 

Aoout  2,800  linear  feet  of  curb  and  gutter  were  laid. 

About  3,000  feet  of  sewers  were  installed. 

SANriARY  MAINTENANCE. 

During  the  year  approximately  336,000  linear  feet  of  sanitary 
ditches  were  cleaned;  approximately  8,000  linear  feet  of  sanitary 
ditch&s  were  constructed;  and  approximately  2,300  linear  feet  of 
sanitary  ditches  were  lined  with  concrete. 

CRISTOBAL  AND  COLON. 
WATEBW0RK8. 

The  pump  station  and  filtration  plant  at  Mount  Hope  were  op- 
erated^ successfully  and  without  any  great  difficulty,  other  than  the 
excessive  overloading  of  the  filters,  until  December  18, 1911,  at  which 
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time,  due  to  the  excessively  dry  season,  it  became  necessary  to  install 
supplementary  pumps  ana  boilers  at  the  Mindi  diversion  in  order 
to  reduce  the  draft  on  the  Brazos  Brook  Reservoir.  This  station 
from  this  time  until  the  end  of  the  fiscal  year  furnished  approxi- 
mately 1,000,000  gallons  of  water  per  day. 

The  continued  severity  of  the  dry  season,  resulting  in  the  rapid 
fall  of  the  water  level  m  the  Brazos  Brook  Reservoir,  necessitated 
certain  rearrangements  of  the  pumps  in  the  Mount  Hope  pump 
station  so  that  when  the  water  level  reached  an  elevation  of  approxi- 
mately 37  feet  above  sea  level  it  would  be  possible  to  pump  the  water 
from  Brazos  Brook  into  the  sedimentation  basin.  This  condition 
obtained  about  April  3,  and  from  that  date  until  the  end  of  the  fiscal 
year  it  was  necessary  to  run  this  pump,  using  the  main  from  Brazos 
Brook  to  the  pump  station  as  a  suction  line  and  pump  water  into  the 
sedimentation  basin,  from  which  point  it  was  forced  into  the  mains 
to  Colon  by  the  two  remaining  pumps. 

The  level  of  the  water  in  the  Brazos  Brook  Reservoir  reached  the 
critically  low  stage  of  33.2  feet  above  sea  level  May  4,  at  about  which 
time,  in  order  to  reduce  the  draft  as  much  as  possible  on  the  reser- 
voir, all  mains  other  than  those  within  the  limits  of  the  city  of  Colon 
were  cut  off  and  water  for  Cristobal  was  furnished  from  Gatun. 
This  water  was  hauled  in  barges  from  the  cement  shed  slip  at  Gatun 
to  Dock  13,  %here  it  was  pumped  by  the  tug  Phoenm  into  the  Cris- 
tobal main.  The  average  daily  amount  furnished  in  this  way  from 
May  10  to  June  24  was  about  550,000  gallons. 

In  order  to  further  save  consumption  of  water,  the  filters  at  Mount 
Hope  were  thrown  out  of  service  on  April  25,  and  from  this  time 
until  June  29,  when  the  filters  were  thrown  back  into  service^  raw 
water  only  was  furnished. 

The  usual  maintenance  and  repairs  to  pipe  lines  were  carried  on 
during  the  year. 

The  attached  table  gives  the  amount  of  water  pumped  and  filtered 
at  Mount  Hope  pump  station  during  the  year : 
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Mount  Hope  filter  and  Brazos  Brook  reservoir. 


Month. 


1911. 

July 

August 

September 

October 

Novembu' 

Deoember 

1912. 

January 

February 

llansh 

AprU 

May 

June 


RainfiiU 
(inches). 


14.03 
12.19 
ia33 
14.43 
18.81 
1.86 


.58 

2.26 

1.25 

.81 

13.37 

18.12 


106.04 


Eleva- 
tion 

reser- 
voir 

(feet). 


43.7 
43.4 
43.0 
45.0 
49.9 
46.2 


43.1 
40.6 
37.3 
33.5 
32.5 
35.9 


Alkalinity  (per 
million). 


Raw. 


17.0 
16.0 
17.0 
18.0 
17.0 
18.0 


18.0 
19.0 
18.0 
18.5 
19.0 
19.2 


Filtered. 


7.0 
3.0 
2.0 
1.0 
6.0 
5.0 


4.0 
7.0 
7.0 
8.0 


Coagulant 

aluminum 

sulphate 

(pounds). 


13,175 
15,655 
15,750 
17,360 
12,000 
14,260 


18,600 
18,125 
19,530 
12,515 


156,970 


Turbidity  (per 
million). 


Raw. 


15 
20 
23 
20 
25 
20 


20 
12 
15 
20 
30 
25 


FUtered. 


0 
0 
0 
0 
0 
1 


0 
0 
0 
0 


Month. 


1911. 

July 

August 

September... 

October 

November. .. 
December.... 

1912. 

January. 

February..., 

March 

ApriL 

June 


Color  (per) 
million). 


Raw. 


35 

27 
25 
38 
35 
30 


45 
58 
30 
30 
45 
45 


Filtered. 


T 


10 
8 
4 
5 
2 

20 


5 
7 
0 
0 


Odor  (per 
million). 


Raw. 


0 
0 
im 
2D 
0 
0 


0 
0 
0 
0 
Earthy. 
0 


Filtered. 


0 
0 
m 
0 
0 
0 


0 
0 
0 
0 


Bacteria  (iwr 
cc.). 


Raw. 


605 
781 
682 
596 
601 
598 


476 
498 
502 
900 
650 
1,110 


Filtered. 


68 
75 
100 
116 
88 
65 


154 
179 
192 
200 


Wash 

water 

(gallons). 


8,421,120 
8,143,320 
8,021,880 
8,440,200 
8,430,120 
9,149,400 


9,551,640 
8,809,200 
9,967,200 
9,767,280 
7,181,760 
6,883,560 


103,766,680 


Monthly 
consump- 
tion 
(gallons). 


78,597,120 
76,004,320 
74,870,880 
78,775,200 
78,681,120 
85,394,400 


89,148,640 
82,219,200 
93,037,200 
91,161,280 
67,029,760 
64,246,560 


059,155,680 


The  amount  of  water  being  forced  through  the  filtration  plant 
exceeds  the  maximum  capacity  by  nearly  50  per  cent,  and  this,  com- 
bined with  an  inadequate  supply  of  water  furnished  during  the  dry 
season  by  Brazos  Brook  and  with  the  unsatisfactory  arrangement  of 
the  pump  station,  resulting  in  practically  no  fire  protection  to  Colon* 
and  Cristobal,  requires  that  immediate  steps  be  taken  having  in  view 
the  providing  for  an  unlimited  water  supply  and  the  construction  of 
a  modem  filtration  and  pump  plant.. 

With  this  object  in  view,  studies  and  experiments  were  made  dur- 
ing the  year  resulting  in  detailed  plans  for  a  general  project  being 
developed.  This  project,  together  with  the  plans  and  estimate  or 
cost,  were  submitted  in  May. 

BRAZOS  BROOK  RESERVOIR. 


Owing  to  the  constantly  increasing  draft  on  the  reservoir  at  all 
times  during  the  year,  and  also  due  to  the  seepage  through  the  dam, 
combined  with  the  early  commencement  of  an  excessively  dry  season, 
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the  fall  of  water  began  on  December  1  and  continued  until  May  17. 
At  the  beginning  of  the  dry  season  the  elevation  was  48.9,  and  it 
reached  its  maximum  low  point  of  32.2  feet  on  May  17  and  remained 
at  this  low  point  approximately  constant  until  June  2.  The  water 
at  this  stage  was  only  1^  feet  above  the  top  of  the  lowest  outlet  pipe, 
and  there  remained  in  the  reservoir  an  available  supply  of  only 
36,000,00  gallons. 

The  average  daily  amount  of  water  drawn  from  the  reservoir,  ex- 
clusive of  seepage  and  evaporation,  during  that  period  of  the  year 
when  water  was  not  being  hauled  from  Gatun  and  the  Mindi  pump 
station  was  in  operation,  amounted  to  approximately  3,000,000  gal- 
lons per  day. 

During  the  year  the  usual  maintenance  of  the  banks  of  the  water- 
shed was  carried  on,  including  the  clearing  of  a  strip  approximately 
100  feet  wide  above  the  high-water  line  of  the  reservoir.  A  barbed 
wire  fence  was  constructed  around  the  entire  watershed  and  persons 
having  gardens  or  small  farms  within  the  .watershed  limits  were 
removed. 

COLON  IMPROVEMENTS. 

Work  was  continued  during  the  fiscal  year  according  to  the  ap- 
proved plans. 

The  hydraulic  fill  was  completed  in  August,'  1911,  and  the  water 
and  drainage  systems  were  completed,  as  well  as  curb  and  gutter. 
On  June  30  the  macadam  work  was  approximately  96  per  cent  com- 
pleted, the  sewer  system  97  per  cent  completed,  and  the  concrete 
alleyways  30  per  cent.    The  street  fill  was  96.5  per  cent  completed. 

During  tlie  year  9,826  feet  of  water  mains  were  laid ;  8,265  feet  of 
sewer  lines  were  laid,  also  1,338  feet  on  D  Street  extension;  1,150 
feet  of  drains  were  laid ;  64,024  square  yards  of  macadam  were  laid 
(this  includes  3,931  square  yards  on  D  Street  extension,  19,299  square 
yards  of  resurfacing  on  D  Street  between  Second  and  Fourteenth 
Streets,  and  1,560  feet  of  resurfacing  on  other  streets) ;  20,025  feet 
of  curb  and  gutter  were  constructed  (this  amount  includes  949  .feet 
of  retaining  wall  in  front  of  Panama  Railroad  corral  and  2,015 
linear  feet  of  replacement)  and,  in  addition  to  the  above,  1,415  linear 
feet  were  constructed  on  the  D  Street  extension.  Fourteen  thousand 
three  hundred  and  ten  square  feet  of  concrete  alleyways  were  con- 
structed. 

TOBO  POINT. 

The  necessary  maintenance  work  was  carried  on  throughout  the 

frear;  14,577  feet  of  water  maiii  were  laid,  316  feet  of  sewers  were 
aid,  and  342  cubic  yards  of  material  were  excavated  at  the  reservoir. 
Owing  to  leakage  of  the  reservoir  and  the  unusually  diy  season,  it 
was  necessary  to  haul  water  in  clapets  to  supplement  the  diminishing 
supply  of  tne  stream.  About  the  middle  of  February  the  stream 
stopped  flowing  and  it  was  necessary  to  haul  all  water  used  from  then 
on  until  the  latter  part  of  May.  Salt  water  was  supplied  by  a  steam 
pump  for  the  range  closets,  etc. 
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Transportation. 

The  following  is  a  list  of  the  equipment  in  the.  transportation 
service  of  the  Atlantic  division  June  30,  1912 : 

Standard-gauge  equipment: 

American    locomotives 18 

French,  Roger  type,  and  old  Panama  R.  R.  locomotives 13 

Wrecking  crane,  No.  64 1 

Track  shifters 2 

Steel  flat  cars • 28 

Wood  flat  cars,  40-ton  Udgerwood 25 

Oliver  dump  cars — 

12-yard 6 

18-yard 202 

Western  dump  cars — 

12-yard 13 

ISiyard 126 

Spreaders 3 

ITnloaders 2 

Pile  drivers 6 

Motor   car 1 

Narrow-gauge  equipment: 
Locomotives — 

3-foot  6-inch  gauge 10 

3-foot  gauge 9 

Narrow-gauge  flat  cars — 

3-foot  6-inch  gauge 13 

3-foot  gauge 43 

Dump  cars,  3-foot  gauge 8 

4-yard  dump  cars,  3-foot  gauge 30 

6-yard  dump  cars,  3-foot  ^inch  gauge 57 

KespectfuUy  submitted. 

Wm.  L.  Sibert, 
Lieutenant  Colonel^  Corps  of  Engineers^  U.  S,  Army, 

Menvber  of  Isthmian  Canal  Com/mission^ 

Division  Engineer,  Atlantic  Division. 

Col.  George  W.  Gtoethals,  U.  S.  Army, 

Chairman  and  Chief  Engineer, 

Culebra,  Canal  Zone. 
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APPENDIX  C. 

BEFOET  OF  UETTT.  COL.  D.  D.  OAILLABD,  COBFS  OF  ENOINEEBS, 
TTNITED  STATES  ABMY,  HEMBEB  OF  ISTHMXAIT  CASfAL  COHHIS- 

siON,  Dinsioir  enoineeb,  centbal  division. 


Isthmian  Canal  Commission, 
OrFicB  OP  Division  Engineer,  Central  Division, 

Empire^  CandL  Zone^  July  80^  1912, 

Sir  :  I  have  the  honor  to  submit  the  following  report  of  operations 
in  the  central  division  for  the  fiscal  year  ended  June  30,  1912. 

The  central  division  extends  from  the  south  toe  of  Gatun  Dam  to 
the  north  end  of  the  lock  site  at  Pedro  Miguel,  a  total  distance  along 
the  axis  of  the  canal  of  31.69  miles,  and  embraces  the  entire  extent 
of  the  former  Culebra  and  Chagres  divisions,  which  are  now  known 
as  the  Culebra  and  Chagres  sections  of  the  central  division. 

The  total  amount  of  material  excavated  in  the  above  territory  dur- 
ing the  fiscal  years  ended  June  30,  from  1904-1912,  is  given  in  the 
foUowing  tables: 

FROM  CANAL  PRISM. 


Fiscal  year  ended  June  30— 


1904 

1905 

1906 

1907 

lOOB 

1909 

1910 

19U 

1912 

Total 


Earth. 


Cubic  jforit. 

24,024 

397,043 

764,327 

2,288,199 

6,078,864 

6.151,152 

4,570,728 

4,530,568 

2,702,228 


26,507,133 


Rock. 


CvMcyardt, 

36,083 

344,601 

742,235 

3,282,233 

8,380,514 

12,291,472 

13,235,383. 

13,949,074 

14,335,050 


66,506,645 


Total. 


CvMcyarda, 

00,107 

741,644 

1,506,562 

5,570,432 

13,459,378 

18,442,624 

17,806,111 

18,479,642 

17,037,278 


93,103,778 


Percent 
rock. 


60.03 
46.46 
49.27 
58.92 
62.27 
66.66 
74.33 
76.49 
84.14 


71.63 


FROM  OBISPO  DIVERSION. 


1907 

1906 

1909 

1910 

1911 

1912 

Total 


128.001 

240,063 

293,745 

26,066 

25,684 

26,168 


739,727 


45,221 

73,448 

829,636 


17,366 


466,670 


173,222 

313,611 

023,280 

26,066 

43,050 

26,168 


1,20^297 


26.11 
23.43 
62.87 


40.00 


38.63 


OUTSIDE  WORK. 


1907. 
1908. 
1909. 
1910. 
1911. 
1012. 


Total. 


13,620 
64,233 


33,631 
27,467 
71,269 

210,120 


10,840 
2,140 
1,873 


2,485 
8,352 

25,090 


34,860 
66,373 
1,873 
83,631 
29,952 
79,621 

236,810 


44.60 

3.22 

100.00 


8.30 
10.00 

10.80 
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TOTAL  EXCAVATION,  mCLUDDJO  ACCESSORY  WOBE: 


Fl«»l  yew  «Dded  June  30- 

Eartb. 

Rook. 

ToiaL 

Fsroent 

On 

Cub 

»       i 

IS            1 

(Ml        b. 

!  i 

I   s 

7          87 

3!,tia,m 

«7, 087,906 

»4,M4,88S 

The  amount  of  material  removed  during  each  mcuth  since  the 
United  States  assumed  control  in  May,  1904,  is  shown  graphic^y  on 
plate  82. 

The  following  table  shows  the  amount  (place  measurement)  of 
material  excavated  monthly  in  the  central  division  during  tJie  nscal 
year  ended  June  30,  1912 : 


Month, 

From  cum  prlam. 

ToUl,  iDdudlnc  uceoarr  worio. 

EvUi. 

Rock. 

Total. 

Earth. 

Rock. 

Total. 

leu. 

iss,m 
vial* 
1  '^ 

1 

l,SM.2i« 

losarai 

l,l33,10a 

13fllt(77 
l,!g4,eM 

i;05s;987 

,380,117 
,3*1,891 

,*it.m 

,415,714 

'41^384 
,3S7,»* 

iss,gai 

as 

IM.ltl 

p 

is 

i,20i,in« 

isS 

1,006,309 
1,197,839 

l,21t,S0E 

ill 

i;oso;987 

,380,117 

;4Si^»4 

;K 

iwa. 

,4JB,S«) 

,738,777 

a,703,aa8 

U,33£,0«) 

17,037,^8 

a,  799,  MS 

14,343,«a 

17,143.0«r 

The  total  amount  of  material  excavated  in  the  central  division  dur- 
ing the  fiscal  year — 17,143,067  cubic  yards — has  been  exceeded  dur- 
ing three  previous  fiscal  years — 1909,  1910,  and  1911 — but  during 
Ihese  fiscal  years  a  large  amount  of  excavation  was  done  in  the 
Chagres  section  of  the  central  division  and  on  the  Obispo  diversion, 
both  of  which  works  were  practically  completed  prior  to  the  com- 
mencement of  the  fiscal  year  ended  June  30, 1912,  leaving  the  Culebra 
section  (commonly  known  as  the  Culebra  Cut)  as  the  o^y  remaining 
part  of  the  work  on  which  excavation  was  prosecuted  to  full  ca- 
pacity throughout  the  year.  The  total  amount  of  material  removed 
from  the  Culebra  section  during  the  fiscal  year^l6,476,769  cubic 
yards — is  the  largest  annual  output  from  this  section  of  the  work 
since  the  commencement  of  operations  by  the  United  States. 

The  maximum  monthly  amount  of  material  excavated  in  the  cen- 
tral division  during  the  fiscal  year  just  closed  aggregated  1,712,225 
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cu1»ic  yards,  removed  in  March,  1912.  As  stated  in  the  last  annual 
report,  the  output  of  March,  1909,  Will  undoubtedly  remain  the 
highest  reached  during  the  construction  of  the  canal,  as  the  work 
has  now  reached  such  a  stage  that  the  Chagres  section  is  completed, 
except  for  a  small  amount  of  dredging,  and  the  north  half  of  the 
Culeora  section  is  so  nearly  completed  that  in  a  few  months  prac- 
tically all  operations  will  be  confined  to  the  south  half  of  this  sec- 
tion. 

The  maximum  monthly  amount  of  material  removed  from  the  canal 
prism  since  the  commencement  of  operations  was  2,012,469  cubic 
yards,  excavated  in  March,  1911.  The  maximum  yearly  amount  of 
material  removed  from  the  canal  prism  was  excavated  during  the 
fiscal  year  ending  Jime  30, 1911,  amounting  to  18,479,642  cubic  yards. 

Of  the  total  amount  of  material  excavated  during  the  fiscal  year, 
16,903.298  cubic  yards  were  removed  by  steam  shovels,  92,656  cubic 
yards  oy  locomotive  cranes  eqyipped  with  orange  peel  buckets,  1,329 
cubic  yards  by  hand,  and  145,784  cubic  yards  by  contractors. 

The  material  excavated  by  steam  shovels  is  carried  by  dirt  trains 
to  dumps  situated  from  1  to  36  miles  from  the  place  of  loading,  the 
average  haul  varying  from  10  to  12  miles. 

Had  there  been  no  slides  or  breaks  in  the  banks,  i.  e.,  had  these 
banks  stood  at  the  assumed  slope,  the  total  amount  of  excavation  nec- 
essary to  complete  the  canal  within  the  limits  of  the  central  division, 
including  the  construction  of  the  diversion  and  other  accessory  works, 
would  have  been  86,293,425  cubic  yards.  This  amount  of  material 
had  been  excavated  in  the  central  division  by  the  middle  of  January, 
1912,  or  in  7.7  years  after  the  United  States  assumed  control  of  the 
Canal  Zone,  and  of'  the  entire  amount  all  except  5,881,849  cubic 
yards  had  been  excavated  since  April  1, 1907. 

REVISED  ESTIMATE  OF  THE  QUANTITY  OF  MATERIAL  YET  TO  BE  REMOVED. 


A  revised  estimate  of  the  quantity  of  material  to  be  excavated  in 
the  central  division  after  June  30,  1912,  in  order  to  complete  the 
canal *is  given  in  the  table  below.  This  estimate  gives  an  increase  of 
4,614,925  cubic  yards  over  the  estimate  submitted  in  the  last  annual 
report.  Th^  details  of  the  new  estimate  are  given  in  the  following 
table : 

[Cubic  yards.] 


LocfttioD. 


loilde  prim  lines 

Slides 

Drainage  cut 

Siltinff.  Chaitres  River. 
Obispo  diversioii 


Total. 


Districts. 


Chagres. 


56,000 


05,000 


151,000 


Empire. 


2,472,311 

847,000 

50,000 


16,000 


3,384,311 


Culebra. 


6,040,667 

2,748,000 

75,000 


7,872,667 


Pedro 
Miguel. 


606,562 


606,562 


Total. 


8,184,540 

3,505,000 

125,000 

95,000 

15,000 


12.014,540 


This  very  considerable  increase,  which  is  nearly  as  great  as  that  of 
the  preceding  fiscal  year,  was  due  to  the  development  of  new  slides 
as  the  depth  increased,  and  to  the  increase  in  area  of  slides  already 
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existing  at  the  beginning  of  thjB  fiscal  year.  In  addition,  all  excava- 
tion along  the  upper  portion  of  the  banks  of  the  canal  where  slides 
had  developed,  or  were  anticipated,  being  entirely  outside  of  the  canal 
prism,  has  been  properly  included  in  material  removed  on  account  of 
breaks  and  slides ;  and  as  this  work  was  vigorously  prosecuted  during 
the  fiscal  year  by  from  6  to  7  shovels,  the  quantity  of  material  re- 
moved by  them,  as  a  preventative  measure  against  slides  and  breaks, 
was  quite  considerable. 

Although  the  estimated  yardage  remaining  has  been  materially  in- 
creased by  the  new  estimate  just  described,  yet  there  is  no  reason  to 
believe  that  either  the  ultimate  time  of  completion  of  excavation  in 
the  central  division,  or  the  ultimate  cost  of  all  excavation  in  this 
division,  as  submitted  in  the  estimate  of  September,  1908,  will  be  in- 
creased, for  the  reason  that  since  that  estimate  was  submitted  the 
unit  cost  of  excavation  in  the  central  division  has  been  materially 
decreased  and  the  average  monthly  output  has  been  much  in  excess  of 
the  quantitv  then  estimated. 

Taking  tne  revised  estimate  as  a  basis,  there  had  been  removed  up 
to  and  mcluding  June  80,  1912,  within  the  limits  of  the  central 
division,  94,401,681  cubic  yards,  and  there  remained  to  be  removed 
12,014,540  cubic  yards,  or  less  than  12  per  cent  to  complete  all  excava- 
tion within  the  limits  of  the  central  division.  Of  this  amount 
11,863,540  cubic  yards  are  in  the  Culebra  Section  and  151,000  cubic 
yards  in  the  Chagres  Section. 

BLASTING. 

The  total  amount  of  blasted  material  excavated  during  the  fiscal 
year  was  12,862,968  cubic  yards,  which  was  1,190,727  cubic  yards 
more  than  in  the  previous  year. 

During  the  year,  150  well  or  mechanical  chum  drills  and  230 
tripod  rock  drills  were  in  operation. 

The  number  of  linear  feet  of  holes  drilled  during  the  year  was  as 
follows : 


Klndofdiillixig. 


Tripod  rock  drills. 

Welldrilte 

Hand  drills 

Total 


Linear  feet. 


2,368,804 

2,243,194 

243,302 


4,855,300 


KUes. 


448.64 

424.84 

46.06 


919.56 


The  average  number  of  feet  drilled  per  day  per  tripod  rock  drill 
was  41  feet,  at  an  average  operating  labor  cost  of  8.96  cents  per 
linear  foot. 

The  average  number  of  feet  drilled  per  day  per  well  drill  was  50 
feet,  at  an  average  operating  labor  cost  of  6.68  cents  per  foot. 

Tne  cost  of  drilling  dunng  the  last  fiscal  year  shows  a  decrease 
owing  to  the  adoption  of  a  bit  for  well  drills  sharpened  in  such  a 
manner  as  to  increase  the  efficiencv  of  the  drills;  also  to  the  concen- 
tration of  the  forces  engaged  in  the  sharpening  of  drill  steel,  to  the 
abolishment  of  small  shops,  wad  to  close  supervision  of  cost  sheets  of 
drill  work. 
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In  drilling  for  one  shovel  cut  in  the  hardest  trap  rock  in  the  Cu- 
lebra  Cut,  21  tripod  rock  drills  accomplished  6.297  linear  feet  in  13^ 
days  of  nine  hours  each,  or  an  average  of  22  leet  per  drill  pei*  day. 
These  figures  are  based  on  the  time  the  drills  were  actually  in  opera- 
tion, and  does  not  include  time  used  in  mucking  or  setting  up 

machinery. 

The  quantity  of  explosives  used  during  the  year  amounted  to  a 

total  of  2,600.3  gross  tons,  which  was  37.3  gross  tons  less  than  the 

amount  used  during  the  previous  fiscal  year.    Of  this  amount.  2,381,- 

630  pounds  were  saltpeter  dynamite  of  60  per  cent  nitroglycerin, 

3,407,738  pounds  saltpeter  dynamite  of  45  per  cent  nitroglyoerm,  and 

37,400  pounds  Trojan  powder. 

The  average  number  of  vertical  holes  fired  per  day  during  the  year 
was  600,  having  an  average  depth  of  19  feet.  An  average  of  24 
pounds  of  explosives  was  used  per  hole. 

The  average  number  of  toe  holes,  i.  e.,  holes  drilled  horizontally,         ' 
or  nearly  so,  at  the  foot  of  a  bank  to  secure  greater  breaking  of  the 
material  above,  was  100,  having  an  average  depth  of  15  feet.    An 
average  of  30  pounds  of  explosives  was  used  per  nole. 

During  the  year  31,227  "  dobe  "  ahots,  or  "  mud  caps,"  were  fired  in 
blasting  material  ahead  of  steam  shovels  not  broken  by  the  explosives 
used  in  the  drill  holes,  and  in  jading  for  track  work,  for  which  pur- 
pose 211,030  pounds  of  explosives  were  used. 

The  average  number  of  pounds  of  explosives  used  in  each  "  dobe  " 
shot  was  6.76,  at  an  average  cost  per  shot  for  explosives  and  blasting 
material  of  90  cents. 

The  average  number  of  cubic  yards  of  material  broken  up  per 
pound  of  explosive  was  2.21. 

The  following  blasting  materials  were  used  in  connection  with  the 
dynamite : 

Detonators 240, 219 

Tape  fuse feet—  673,378 

Electric  fusees : 

10-foot *- r 1»  800 

le-foot 6,700 

ao-foot 58,5Q0 

24-foot 145,  700 

25-foot 9, 200 

30-foot 210, 002 

36-<oot 162, 930 

40-foot 73. 575 

50.foot ^ 22, 870 

eo^foot 000 

80-foot 66 

Tape,  insulatlnf? pounds—      4,575 

Wire,  contoectlnK do 102  I 

Wire,  lead feet—  781,700 

The  same  stringent  rules  covering  the  handling,  storing,  and  use  of 
explosives  in  effect  during  previous  fiscal  years  were  followed  during 
the  last  year,  the  distrilwtion  ,of  explosives  being  under  the  direct 
charge  odP  a  supervisor  and  always  handled  by  the  same  engine  and 
train  crew. 

All  shooting,  with  the  exception  of  "  dobe  "  shots,  is  done  by  ex- 
perienced blastmg  wireman  using  current  from  the  electric-power  sta- 
tion at  Empire.  Occasionallv  "  dobe  "  shots  are  fired  by  the  current, 
but  a  majority  are  exploded  by  the  use  of  detonators  and  safety  fuse. 
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During  the  past  year  over  5,800,000  pounds  of  explosives  were  used, 
and  five  men  were  killed  while  handling  dynamite. 

Owing  to  the  great  care  taken  to  prevent  accidents,  but  eight  men 
in  all  have  been  killed  by  dynamite  in  the  central  division  during  the 
last  three  fiscal  years,  although  during  that  period  nearly  19,000,000 
pounds  of  explosives  were  used. 


STEAM  SHOVELS. 


The  total  number  of  steam  shovels  assigned  to  the  central  division 
at  the  close  of  the  year  was  46.    These  shovels  were  of  the  following 


sizes: 


Class  of  shovel. 


45-ton  Bucyrus 

70-ton  Bucyrus 

05-ton  Buoyrus 

95-ton  Buc3rrus ^ 

Model  91,  Marion , 


Capacity 
of  dipper. 


Cubkfda, 

5 
4 
5 


Number 
in  service. 


2 
7 

20 

10 

7 


One  shovel  was  completely  destroyed  and  another  had^  to  be  entirely 
rebuilt  during  the  year  on  account  of  being  buried  in  slides. 

The  highest  daily,  monthly,  and  annual  records  for  shovels  of  each 
class  are  given  in  the  table  below : 


Record. 


Date  of  high  dally  record . 

Yardage,  high  dadly 

ShoveiNo 

Date,  high  monthly  record 
Yardace.  high  monthly. . . 

ShovefNo 

Number  of  days  at  work.. 

High  annual  record 

ShoveiNo 

Number  of  days  at  work.. 


45-ton 
Bucyrus. 


Feb. 


5,1908 

1,356 

58 

July,  1908 

25,713 

59 

26 

105,740 

54 

131 


70-ton 
Bucyrus. 


Mar. 


14,1912 

2,900 

128 

Match,  1909 

53,043 

122 

27 

300,872 

122 

254 


95-ton 
Bucyrus. 


Mar.  22,1910 

4,465 

213 

March,  1910 

70,290 

213 

26 

543,481 

208 

295 


Model  60, 
Marion. 


Apr. 


18,1906 

1,704 

152 

March,  1908 

41,219 

152 

26 


Model  91, 
Marion. 


Jan.   21.1909 

3,485 

265 

August,  1908 

55,419 

266 

25 

441,927 

264 

290 


The  following  table  shows  the  average  performance  of  steam 
shovels  for  each  month  of  the  fiscal  years  ended  June  30,  1908,  1909, 
1910,  1911,  and  1912: 


Month. 


1907. 

July 

August 

September 

Octoter 

November.... 
December 

1908. 

January 

February 

Maroh 


Num- 
ber of 
work- 
ing 
days. 


26 
27 
24 
27 
24 
25 


26 
24 
26 


Cubic  yards  output  per  shovel. 


Per  day. 


683.1 
719.5 
818.2 
791.9 
773.3 
922.3 


1,039.5 
1,112.1 
1,159.4 


Per 
month. 


17,670 
19,428 
19,636 
21,385 
18,562 
23,057 


27,031 
26,600 
30,146 


Per  hour. 


Under 
steam. 


89.5 

93.6 

105.9 

100.5 

89.9 

120.7 


131.2 
142.2 
147.2 


At  work. 


167.8 
164.6 
184.7 
176.8 
170.6 
192.2 


206.4 
215.6 
221.6 


Inches  rainlUl  at— 


Bas 
Obispo. 


8.25 

12.69 

14.71 

13.62 

9.85 

.2.26 


.20 
.11 
.41 


Empire. 


9.89 
11.24 
10.88 
15.44 
10.40 

1.47 


.75 
.00 
.41 


Cufebra. 


9.31 

11.81 

11.38 

15.37 

6.91 

2.30 


.01 
.01 
.13 
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Month. 


1908. 

AprU 

May 

June 

Fiscal  year  1008 

1008. 

July 

August 

September 

October 

November 

December 

1000. 

January 

lebr^ary 

March. 

April 

May 

Jane 

Fiscal  year  19:'. 

1900. 

July 

August 

September 

October 

November 

December 

1010. 

January 

February 

March 

April 

May 

Jane 

Fiscal  year  1010 

1010. 

July 

August 

September 

October 

November 

December 

1011. 

Janoaiy 

February 

March 

is?.'::::::::::::::::: 

Jane 

Fiscal  year  1011 

1011. 

July 

August 

September 

October 

November 

December 

1012. 

January 

February 

March. 

ApriL 

May 

Jane 

Fiscal  year  1912 


Num- 
ber of 
work- 
ing, 
days. 


26 
25 
26 


905 


26 
26 
25 
27 
23 
26 


25 
23 
27 
25 
25 
26 


Cubic  yards  output  i)er  shovel. 


Per  day. 


1,101.1 

905.7 

1,011.2 


931.9 


1,073.2 
1,119.6 
1,180.2 
1,185.3 
1,154.8 
1,210.5 

1,183.0 
1,260.4 
1,327.2 
1,283.7 
1,182.0 
1,242.9 


304  ;    1,108.9 


26 
26 
25 
26 
24 
26 


25 
23 
26 
26 
25 
26 


304 


25 
27 
25 
26 
24 
26 


25 
23 
27 
24 
26 
26 


304 


25 
27 
25 
26 
24 
26 


26 
24 
26 
25 
26 
25 


ao4 


1,206.9 
1,132.8 
1,248.3 
1,230.1 
1,161.3 
1,114.6 


1,252.3 
1,272.8 
1,388.0 
1,295.2 
1,263.8 
1,229.2 


1,231.0 


1,231.4 
1,330.1 
1,340.2 
1,294.2 
1,225.2 
1,170.2 


1,330.0 
1,436.8 
1,434.6 
1,370.6 
1,293.0 
1,816.2 


1,314.4 


1,314.8 
1,313.6 
1,275.6 
1,226.9 
1,215.2 
1,300.9 


1,303.8 
1,348.9 
1,414.9 
1,414.3 
1,340.0 
1,355.8 


1,318.7 


Per 
month. 


29,780 
22,618 
26,294 


23,685 


27,902 
29,300 
29,585 
82,228 
26,693 
31,474 


29,575 
29,342 
35,835 
32,120 
29,507 
32,315 


30,371 


31,379 
29,668 
31,208 
32,679 
27,875 
28,982 


31.307 
29,274 
36,090 
33,674 
31,696 
31,962 


31,185 


30,786 
30,224 
33,605 
33,649 
29,403 
30,424 


33,251 
33,060 
36,743 
32,895 
33,482 
34,200 


32,635 


32,871 
35,475 
31,891 
31,906 
29,180 
32,525 


33,901 
32,174 
36,786 
31,128 
34,839 
33,855 


33,038 


Per  hour. 


Under 
steam. 


152.9 
115.2 
130.6 


121.4 


137.9 
144.7 
140.8 
148.3 
145.8 
151.8 


148.3 
157.7 
167.5 
160.9 
148.5 
156.3 


150.4 


152.1 
142.0 
156.3 
154.1 
147.8 
141.9 


159.6 
161.6 
176.8 
163.8 
172.3 
156.2 


155.8 


156.8 
168.1 
160.7 
163.3 
163.6 
149.4 


167.7 
180.5 
181.0 
172.3 
161.6 
164.4 


165.7 


164.3 
164.0 
159.4 
153.4 
162.0 
162.6 


163.0 
168.6 
176.9 
176.9 
167.2 
160.1 


164.8 


At  work. 


230.6 
201.4 
210.5 


199.1 


206.9 
216.2 
202.9 
214.1 
222.5 
232.4 


225.8 
246.8 
258.5 
242.5 
220.3 
240.5 


227.6 


238.8 
218.9 
239.8 
237.0 
223.9 
224.9 


238.5 
224.1 
260.2 
291.5 
276.8 
238.2 


236.1 


231. 1 
242.5 
244.2 
237.0 
228.4 
228.3 


236.7 
253.1 
258.5 
248.1 
235.4 
240.2 


241.1 


241.5 
237.5 
233.7 
229.7 
237.3 
250.0 


241.0 
252.1 
258.3 
260.2 
252.7 
263.8 


246.5 


Inches  rainfall  at— 


Bas 
Obispo. 


1.81 

13.18 

6.56 


83.64 


0.14 
10.23 
5.76 
0.42 
6.05 
6.63 


2.60 
4.72 

.45 

5.00 

12.08 

11.71 


86.48 


11.60 
7.03 
7.00 
16.08 
28.41 
12.33 


1.24 
1.80 
3.12 
3.85 
11.09 
12.08 


117.42 


17.00 
10.66 
12.24 
12.90 
16.90 
13.11 


.11 

.n 

.38 

4.01 

14.53 

6.08 


109.53 


7.26 

7.68 

5.20 

12.75 

10.09 

.07 


.06 

1.11 

.10 

.77 

7.94 

11.64 


65.57 


Empire. 


1.36 

12.91 

8.21 


82.04 


11.79 
&11 
0.75 
8.85 
4.46 
6.09 


2.28 
1.60 
.21 
3.33 
7.84 
7.72 


70.94 


&27 
7.20 
7.22 
21.13 
21.08 
0.44 


.70 

.76 

1.60 

4.24 

11.08 

10.17 


102.80 


12.60 

10.06 

8.00 

12.67 

8.85 

0.06 


.02 
.55 
.20 

8.03 
18.74 

5.02 


86.51 


4.00 

6.06 

5.46 

14.07 

11.73 

.20 


.01 

.34 

.01 

2.64 

6.21 

&60 


60.05 


Culefara. 


1.67 

12.43 

8.86 


80.00 


13.23 
7.68 

16.18 
&01 
6.26 
4.40 


2.06 
2.46 
.15 
2.66 
0.44 
7.36 


70.40 


7.05 

8.32 

8.40 

17.70 

24.46 

10.58 


1.31 

.03 

1.36 

6.35 

10.60 

11.16 


108.02 


16.38 
10.11 
10.00 
13.61 
10.81 
11.86 


.02 
.74 
.06 

4.80 
14.80 

4.25 


07.57 


6.06 

8.36 

5.07 

17.06 

12.37 

.31 


.00 
.33 

.02 
3.14 
8.15 
7.57 


00.23 
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The  number  of  cubic  yards  per  shovel  per  hour  under  steam  aver- 
aged as  follows : 

Fiscal  year  ended  June  90 — 

1908 121.40 

1909 150.46 

1910 155.80 

1911 165.72 

1912 164.78 

During  the  last  fiscal  year,  on  account  of  the  practical  completion 
of  the  north  end  of  the  central  division,  and  to  the  increased  depth 
and  lesser  width  in  the  Culebra  Cut,  the  steam  shovels  were  neces- 
sarilv  spaced  more  closely  together  and  the  slight  decrease  in  in- 
diviaual  efficiency  therefore  resulted. 

In  comparing  the  averages,  daily  and  monthly,  shown  in  the  tables 
above,  it  should  be  borne  in  mina  that  these  averages  are  based  on 
8  hours  per  day,  while  work  in  most  other  places  where  steam  shovels 
operate  is  carried  on  at  least  10  hours  per  aay. 

The  average  output  per  shovel  per  day  within  the  limits  of  the 
central  division  for  each  day  since  the  commencement  of  operations 
by  the  United  States  is  shown  on  plate  83. 

PLANT. 

The  following  table  shows  the  motive  power,  rolling  stock,  and  con- 
struction equipment  of  the  central  division  on  June  30,  1912 : 


Item. 


Cars: 

DeouiTllle  (Industrial) 

Dumn,  steel— 
Western— 

lO-yard 

17-yard 

Oliver— 

10-yard 

17-yard 

Dumps,  steel.  Goodwin.  24-|ard 

Dumps,  wooden,  Ingoldsby,  31-yard. 

FlatyXidserwood 

Flat,  steel 

Motor 


Pay. 


Looomotive  cranes: 

16-ton 

25-ton 

100-ton 

Locomotives: 

Decauvllle  0-4-0  tjrpe. 

Porter,  12  by  18, 0-4-2  type. 


Belgian,  IM  by  m,  0-0-0  type. 

Chiriqui,  16^  by  ^i,  0-^-0  type. 

Baldwin— 

16  by  24, 4^4-0  type 

19  by  24, 2-«-0  type 

Cooke,  19  bv  24, 2-6-0  type 

Brooke,  20  oy  26, 2-6-0  type 

Pile  drivers: 

Moonbeams 

Swing  circle 

Plows,  unloading: 

Rlgfathand 

Ldthand 

Spreaders: 

Jordan 

Mann-McCann 

Bteam  shovels: 

45-ton  Bucyrus.., 

70-ton  Bucyrus 

96-ton  Buc3m]s 

Model  91,  Marion 

Track  shifters 

Unloaders,  60-ton  Lidgerwood 


Transferred  to 

division  during 

fiscal  year. 


Transferred 

from  division 

during  fiscal 

year. 


20 


205 


3 
6 
1 


2 
1 
1 


In  service  June 
30,1912. 


72 


224 
142 

216 

27 

12 

12 

1,617 

43 

1 

1 

1 
3 
1 

1 

1 

3 

10 

2 
20 
78 
19 

1 
2 

16 
17 

1 

11 

2 
7 

30 
7 
6 

22 
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TRANSPORTATION. 


The  average  number  of  locomotives  working  per  day  and  the  total 
locomotive  days  during  the  year  were  as  follows : 


Class  of  work. 


Average 
per  day. 


Total 

nomber 

days. 


Handling  spreaders 

Handling  unloaders 

Handling  track  shifters 

Handling  dirt  and  nUsoellaneous  trains 

Ayerage  per  day  and  total 


6.85 

10.03 

2.92 

117.00 


1,779 
3,048 


85,5fi8 


136.  n 


41,273 


Of  the  locomotives  shown  as  handling  dirt  and  miscellaneous 
trains,  an  average  of  five  locomotives  per  day  were  used  as  pusher 
engines  for  getting  the  loaded  trains  up  the  inclines  at  either  end  of 
the  Culebra  Cut,  as,  the  depth  of  the  canal  having  increased,  these  in- 
clines are  necessarily  longer  and  somewhat  steeper  than  in  previous 
years.  An  average  of  three  locomotives  per  day  were  used  as  helper 
engines  in  the  canal  in  assisting  the  roaa  engines  in  handling  trains 
at  steam  shovels  placed  close  together  in  excavating  slides  and  where 
the  grades  required  the  services  of  more  than  one  locomotive  per 
train.  The  total  number  of  locwnotive  days  for  the  above  work 
was  2,432. 

The  average  number  of  cars  loaded  daily  with  excavated  material 
and  the  total  number  hauled  during  the  year  were  as  follows : 


Class  of  care. 


Lidgerwood  flats 

Lane  steel  dumps 

Bmail  ateel  dumps 

Avemge  per  day  and  total, 


Avenge 
per  day. 


2,402.79 
320.45 
973.07 


3,606.31 


Total 
number 
handled. 


726,642 

96,776 

293,869 


1,116,286 


The  largest  number  of  cars  handled  in  one  day  during  the  year  was 
on  April  2, 1912,  when  the  following  number  were  handled : 

Lidgerwood  flats 2,674 

Large  steel  dumps 274 

Small  steel  dumps 1,948 

Total 4, 896 

The  decrease  in  the  number  of  loaded  cars  handled  daily  was  due  to 
the  transfer  of  part  of  the  motive  power  and  rolling  stock  to  other 
divisions,  and  to  the  fact  that  former  hauling  endues  had  to  be  used 
as  helper  engines  on  the  Balboa,  Miraflores,  and  Relocation  dumps, 
north  of  the  Chagres  River  bridge,  thereby  making  it  impossible  to 
utilize  the  relay  trains  heretofore  liept  at  these  points. 

At  the  close  of  the  fiscal  year  the  following  trains  were  in  service 
for  the  transportation  of  excavated  material :  60  lidgerwood,  20-21- 
car  trains;  7  large  steel  dump,  27-car  trains;  8  small  steel  dump. 
85-car  trains;  a  total  of  75  trains,  or  a  train  for  each  2^  miles  of 
central  division  track  and  less  than  two  trains  per  shoveL 
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TRACKS. 


The  amount  of  trackage  in  the  central  division  was  decreased  by 
21.70  miles  during  the  year,  making  a  total  trackage  in  this  division 
on  June  30,  1912,  of  187.46  miles.  To  provide  running  tracks  and 
loading  tracks  for  the  steam  shovels,  approximately  227.13  miles  of 
track  were  laid,  146.47  miles  of  track  removed,  and  1,430.84  miles  of 
track  were  shifted  on  the  dumps  and  in  the  cut  by  manual  labor  and 
track-shifting  machines.  In  addition,  1,096  frogs  and  switches  were 
laid  and  638  frogs  and  switches  removed  during  the  year.  Of  the 
above  amount  of  tracks  laid  and  removed  it  is  estimated  that  from 
10  to  15  miles  of  track,  including  the  necessary  frogs  and  switches, 
had  to  be  taken  up  and  relaid  on  account  of  tne  action  of  slides  at 
various  points  in  the  canal,  the  pressure  from  which  caused  the 
bottom  of  the  canal  to  heave  and  also  caused  lateral  movement  of  the 
bottom,  thus  throwing  the  tracks  out  of  alignment 

At  least  1  mile  of  track  in  the  division  was  buried  by  slides,  so  that 
it  was  impossible  to  recover  the  material  in  such  condition  as  to  be 
used  for  relaying. 

The  location  and  distribution  of  the  track  in  the  central  division  is 
given  in  the  following  table: 


Name  and  location. 


In  canal  prism— total,  feet. 


Caimito 

Tabemilla  to  Chagredto 

Barbaooas,  Caimito  Junction 

Powder  House  line,  Santa  Cruz. 

High  line,  Obispo  diversion 

Santa  CniE,  gravel 


Bas  Obispo 

Old  Oamboa  and  Las  Cascadas 

Tabemilla  yard 

Cucaracba 

Paraiso * 

Old  Panama  R.  R.,  Paraiso  to  Corozal. 

Pedro  Miiguel 

Miraflores  tl)ird  track 

EastMamei 

Oamboa  3Wd 


Total  east  of  canal. 


Gorgona 

Caimito 

Juan  Grande 

Alligator  curve 

G  orgona  yard 

Matarhin 

Bas  Obispo 

Las  Cascadas  and  Bridge  52 

Whitehouse 

High  line,  Whitehouse  to  Lirio. 
Whitehouse  and  Empire  yard. . 

Cunette 

Empire  yard. 

Lirio 

Culebra 

Rio  Grande 

Cucaracha 

Paraiso 


Total  west  of  canal. 


Tabemilla  prism  dumps. 
Tabemilla 


1900 


364,163 


27,835 


10,526 
25,860 


6,833 
2,890 


4,145 
14,140 


60,244 
3,005 


155,478 


3,135 


9,011 
37,172 

4,160 
10,460 
13,310 
16,130 

7,075 


3,220 
46,213 
26,694 

8,415 
17,123 

8.060 

5,346 


210,178 


80,195 


1910 


385.884 


6,529 


9,860 
29,472 


1911 


402,256 


3,840 


13,914 


22,150 


46,980 
3,005 
2,750 


134,660 


1,800 


10,201 
6,700 

37,172 
9,219 
4,670 

22,300 

18.400 
7,273 


3,118 
44,518 
26,100 
11,083 
16,855 
5.850 
5,346 


229.806 


10,870 

10,890 

31,442 

2,480 


7,250 


19,565 

46,214 

52,537 

3,005 


11,700 


199.793 


9.700 

8,800 

2,230 

23,390 

19,511 


5,950 


33,923 

22,32? 

8.220 

17,425 

3.800 

5.346 


160,530 


3,225 
82,895 


55,400 


1912 


385,100 


10,600 

23,700 

1,100 


19,100 

46,400 

55,000 

3,000 


11,700 


169,600 


12,900 

5,800 

900 

23,400 

16,700 


7,700 


41,000 

20,400 

4,500 

7,400 


5,300 


146,000 
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Name  and  locatioD. 

1H> 

I... 

.91. 

ma 

i»;mo 

10,660 

.,ua 

■  39,  sea 

9000 

3  700 

■88,700 

10,  IIS 

4S,ge6 

13,500 

1,068 

""iSS^f^nal 

a,72S 
11,730 
3D343 
76,800 

i3,is6 

93,230 

»S,ig6 

306,995 

311,814 

1,016,017 
U4.31 

1,067,344 

1,  .04,393 

aoaM 

mio 

>  34,740  fast  ol  this  track  awDSd  by  Panama  R.  R.,  but 
DUMPS. 


The  following  table  shows  the  disposition  of  all  material  excavated 
from  the  central  division  since  the  inception  of  work  by  the  United 
States,  including  the  17,143.067  cubic  yards  of  material  excavated 
during  the  fiscal  year  ended  ^June  30,  1912; 


Nun.  o(  dump. 

Wasted 

Waatod 

ss,. 

3,780,1.6 

,  '"'^ 

MS 

B7 
143 

139 
181 

6  174 
4.064 

74|a4i 

'gs 

"fS 
'■SS 

3n,>a» 

1,685,184 

1«.099,017 

10,180 
3Si;iSD 

.:S:!S 

iS™ 

56,030 

1.163,  IW 

33.750 
.61.311 

1 

883.793 

a^KSU:::::::::::::::::::::::::::::::::::::::::::::::::::::::: 
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Name  of  dump. 


Paniao 

Pedro  Miguel. 

Mliaflorea 

Corotal 


Soea 

Balboa 

Baa  Obispo  cruaher 

Naoa  Island  Breakwater 

Panama  R.  R.  relocation: 

Gaimlto  to  Oamboa 

Paraiao  to  Corosal 

East  relocation 

EastMamel 

Culebra  Swamp 

Point  No.  4..... 

Paoiflc  division 

Balboa  YflU 

AnconSosafill 

Colon  Breakwater 

Panama  R.  R.  relocation  for  riprappingA 
MiBoellaneous 


Total. 


Wasted 

prior  to 

JulTl, 

1912. 


74,886 
S43,846 

10,441,841 
e07,851 
667,493 

13,861,817 
184,234 
890,847 

7,125,682 
053,968 

1,783,194 

180,432 

243,132 

611,240 

42,600 


8,568,133 


77,401,818 


Wasted 

during 

fiscal  year 

1911-12. 


2,872,960 


3,930,643 

'39i,'0B4' 

6,268,800 
18,800 


470,168 


182,525 

350,836 

671,756 

66,384 

90,783 

72,913 


17,143,067 


Total 
wasted. 


74,886 
643,846 

13,314,791 
607,851 
667,488 

17,7«2,360 
184,234 
781,031 

12,394,872 

972,783 

1,783,194 

180,432 

713,290 

611,240 

176,125 

860,835 

071,756 

66,384 

90,783 

8,641,046 


94,644,885 


All  loaded  trains  from  the  canal  are  now  hauled  out  at  either  end 
of  the  Culebra  Cut.  The  only  central  division  dumps  now  being  used 
for  wasting  material  from  tne  canal  proper  are  those  at  Miraflores 
and  Balboa  for  trains  run  from  the  south  end  of  the  cut,  and  the 
relocation  dumps  for  trains  run  from  the  north  end  of  the  cut  over 
the  Chagres  River  Bridge.  The  material  excavated  on  the  high  levels 
on  both  sides  of  the  canal  is  wasted  on  local  dumps  with  the  excep- 
tibn  of  a  few  Lidfferwood  trains  serving  the  shovels  at  Rio  Granae 
and  Culebra,  whicn  are  run  over  the  Panama  Railroad  to  the  dumps 
at  Miraflores  or  Balboa. 

For  finishing  the  work  at  San  Pablo  three  old  dumps  were 
reopened  and  two  new  river  dumps  started. 

The  Tabemilla  dumps  were  reopened  and  used  during  March,  1912, 
for  wasting  a  part  of  the  material  excavated  at  that  point. 

The  hauling  of  material  to  Gatun  for  the  construction  of  the  Gatun 
Dam  was  discontinued  on  February  15, 1912,  on  account  of  the  aban- 
donment of  the  old  Panama  Railroad  double-track  line  and  the 
transfer  of  traffic  to  the  single-track  relocated  line  between  Gatun 
and  Matachin  on  that  date. 

The  average  amount  of  material  dumped  per  day  at  the  larger 
dumps  was  as  follows: 

Cubic  yards. 

Miraflores 9,4«) 

Balboa '- . 12, 929 

Relocation — Gamboa  to  Caimito 17, 331 

The  material  deposited  at  Balboa  is  serving  a  useful  purpose  in 
reclaiming  from  the  ocean  land  which  in  time  will  be  very  valuable. 
The  material  dumped  on  the  Naos  Island  Dike  serves  tne  twofold 
purpose  of  forming  a  protective  dike  for  the  ship  channel  and  pro- 
viding a  means  of  rail  and  wagon  road  connection  with  the  islands 
in  Panama  Bay. 

During  the  fiscal  year  ended  June  30,  1912,  69  acres  were  filled  in, 
making  a  total  of  384  acres  in  all  reclaimed  from  the  ocean  at  this 
point. 
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Between  Balboa  Y  and  Ancon  and  Sosa  Hills,  72  acres  of  marshy 
land  that  it  was  impossible  to  drain  properly  w^re  filled  in  during 
the  year,  1,022,591  cubic  yards  of  material  from  the  canal  being  used 
for  that  purpose.  Accordiuj^  to  present  plans,  67  acres  more  will  be 
filled,  making  a  total  area  of  139  acres  of  sanitary  filling,  which  land 
will  doubtless  be  utilized  in  connection  with  the  operation  of  the 
canaL 

It  will  be  noted  from  the  foregoing  table  that  of  the  total  amount 
excavated  during  the  fiscal  year,  16,259,391  cubic  yards  were  wasted 
on  central  division  dumj)s,  the  balance,  1,883,676  cubic  yards,  having 
been  furnished  other  divisions  and  the  Panama  Railroad,  as  follows : 

Cubic  yards. 

AUantlc  division,  Gatnn,  for  construction  toes  of  Gatun  Dam 1, 585, 184 

Panama  Railroad  relocation,  for  fills  and  riprapping  embankment 109, 583 

Pacific  division,  for  back  fill  of  Pedro  Miguel  locks,  etc 132, 525 

Panama  Bailroad,  for  construction  of  mole,  Ck)lon  docks- 56, 384 

Total ^ 1, 883, 676 

The  material  previously  wasted  at  Miraflores,  Balboa,  and  on  the 
relocation  dumps  having  settled  firmly,  it  was  found  more  eco- 
nomical to  start  a  new  layer,  or  dump,  on  the  top  of  most  of  the  dumps 
at  these  points  than  to  start  new  dumps.  This  method,  however, 
slightly  decreases  the  efficiency  of  the  train  service,  as  the  grades  on 
these  second-layer  dumps  are  so  steep  that  it  is  necessary  for  each 
road  engine  to  assist  the  unloader  engine  in  pushing  its  train  on  the 
dump  arter  the  unloader  and  plow  have  been  attached,  while  before 
the  grades  on  the  dumps  were  too  steep  for  one  engine  to  handle  a 
train,  the  road  engines  left  their  loaded  trains  in  the  yards  at  the 
dumps  and  picked  up  relay  empty  trains,  with  which  they  started 
back  to  the  canal  immediately. 

The  following  table  shows  the  amount  of  trestle  driven  in  the 
central  division  in  connection  with  dumping  operations  during  the 
fiscal  years  1909, 1910, 1911,  and  1912 : 


Name  and  location. 


Banwa  (La  Boca)  dumps 

Caklirm  dumps 

Gold  mil  dumps. 

Gttdenas  River  dumps  f  Miraiaores) . 

Hiot  Obispo  to  Bas  Olxiflpo 

BasObiroo 

Near  Bridge  52 

Ciiial  connection,  Matachin 

Santa  Cnu 

Povder-hooM  line,  Santa  Cruz 

Hatachin  to  Santa  Crux 

Point  No.  3 

Gcrgonadtunp 

R«locatioQ  dumps 

CUmitotoTabeniilla 

TtbcmiOs  dumps 

Tnrtks  incut 

Ohtspo  divcnlon 

Mtfwfilnnfwiff  I  I 

RcdiiTcn  and  repaired 


Total  feet. 


Total  miles. 


igoe 


6,539 


1,742 
386 

1,256 
178 
780 

1,330 

1,361 

136 

439 

15 


506 
807 


1,923 
1,131 


19,609 


8.09 


1910 


4,074 


4,045 
110 


160 
456 


2,860 


11,114 


2.10 


1911 


6,273 
920 


448 
4,748 


679 


468 

260 


14,659 


2.78 


1912 


1,360 
i*456 


828 
52 


3.690 


ao9 


Qiand  totaL  48,972  feet  (8.66  miles). 

Noo.— Of  the  trestle  driven  at  Balboa  dumps  during  the  fiscal  year  1912,  1,800  feet  was  doable4nok 
tiHtls  lor  the  Naoe  Island  Dike. 
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During  the  fiscal  year  work  was  in  progress  at  a  number  of  dif- 
f erent  places  in  the  central  division,  and  the  names  of  the  localities 
and  the  amount  of  work  accomplished  in  each  place  during  the  fiscal 
year,  together  with  the  amount  yet  to  be  done,  are  given  in  what 
follows : 

DIVERSIONS. 

A  description  giving  the  locations  and  showing  the  necessity  for 
the  Obispo,  Comacho,  and  Rio  Grande  diversions  were  given  in  the 
annual  report  for  the  fiscal  year  ended  June  30, 1910. 

In  March,  1912,  cracks  appeared  on  the  east  side  of  the  Obispo 
diversion,  south  of  the  Empire  Suspension  Bridge,  about  station  1725, 
indicating  that  between  400,000  and  500,000  cubic  yards  of  material 
were  in  motion.  If  a  slide  had  developed  of  the  magnitude  indicated 
by  the  cracks,  it  would  have  broken  back  into  the  diversion  for  a  dis- 
tance of  about  600  feet.  Steps  were  therefore  immediately  taken  to 
relocate  the  diversion  farther  to  the  eastward*  Plans  were  approved 
and  construction  work  was  commenced  early  in  April  and  ftiished 
during  that  month,  every  effort  being  made  to  finish  the  work  before 
the  ramy  season  commenced,  and  to  do  this  three  shovels  were  kept 
at  work  all  the  time.  In  all,  26,168  cubic  yards  were  excavated  for 
the  detour  diversion,  which  is  1,970  feet  long  and  located  610  feet 
east  of  the  old  diversion  at  its  most  distant  point  The  Empire- 
Paraiso  wagon  road  and  the  railroad  were  relocated  on  the  west 
bank  of  the  new  diversion. 

During  the  latter  part  of  the  last  fiscal  year  the  slide  between  sta- 
tions 1618  and  1637,  on  the  east  side  of  the  canal,  opposite  White 
House,  threatened  to  break  back  into  the  Obispo  diversion  at  that 
point  The  movement  of  the  material  in  the  slide  is  slow,  but  it  was 
deemed  safer  to  relocate  the  diversion  as  far  to  the  eastward  as 
possible — ^about  100  feet  from  the  present  location — ^than  to  attempt 
to  retain  the  present  channel.  This  plan  will  require  the  construction 
of  about  500  feet  of  trestle  and  the  excavation  of  about  15,000  cubic 
yards  of  earth,  which  work  will  be  started  during  the  first  month  of 
the  new  fiscal  year. 

Just  after  the  hardest  rainfall  of  the  last  fiscal  year,  which  occurred 
on  November  13,  1911,  and  amounted  to  2.78  inches,  the  maximum 
discharge  through  the  Obispo  diversion  flume,  described  in  annual 
report  for  fiscal  year  ended  June  30,  1911,  was  1,805.3  cubic  feet  per 
second,  and  at  the  tunnel  in  the  Camacho  diversion  1,650  cubic  feet 
per  second. 

guu:bra  section. 

This  section  extends  from  Gamboa  to  Pedro  Miguel  and  is  usually 
laiown  as  the  Culebra  Cut^  Dry  excavation  having  been  completed 
in  the  Cha^res  section,  all  efforts  are  now  concentrated  on  the 
Culebra  section  only. 

Previous  to  June  30,  1911,  64,243,130  cubic  vards  had  been  exca- 
vated in  the  Culebra  section.  During  the  fiscal  year  ended  June  30, 
1912,  16,476,769  cubic  jrards  were  excavated,  leaving  11,863,540  cubic 
yards  to  be  excavated  m  order  to  complete  this  section  and  the  entire 
central  division,  with  the  exception  of  about  151,000  cubic  yards  of 
wet  excavation  still  remaining  m  the  Chagres  section. 
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POINT   1. 


In  all,  91,300  cubic  yards  were  excavated  at  this  point  during  the 
past  fiscal  year,  of  which  27,632  cubic  yards  were  from  the  canal 
prism  and  the  balance,  63,668  cubic  yards,  outside  of  f)rism.  All 
the  above  excavation  was  gravel  deposited  by  the  Chagres  River, 
which  was  removed  and  stored  for  use  as  ballast  and  m  concrete 
work.  At  the  close  of  the  fiscal  year  the  central  division  had  110,000 
cubic  yards  of  gravel  in  storage  piles.  On  June  30, 1912,  90,000  cubic 
yards  of  silt  remained,  which  will  be  removed  by  suction  dredges 
when  Lake  Gatun  has  reached  the  proper  elevation. 


POINT  2.  • 


No  excavation  was  accomplished  at  this  point  during  the  fiscal 
year.  The  amount  remaining  June  30, 1912,  was  7,300  cubic  yards  of 
silt. 


POINT   8. 


No  excavation  was  accomplished  at  this  point  during  the  fiscal 
,   year.    The  amount  remaining  June  30,  1912,  was  50,000  cubic  yards. 


POINT  4. 


No  excavation  was  accomplished  at  this  point  during  the  fiscal 
year.   The  amount  remaining  June  30, 1912,  was  1,000  cubic  yards. 


POINT  4-B. 


During  the  fiscal  year  56,380  cubic  yards  were  removed  from  this 
poiht,  44,184  cubic  yards  by  contract  and  the  balance,  12,196  cubic 
yards,  by  the  central  division  forces.  The  amount  remaining  June 
30;  1912,  was  2,700  cubic  yards. 


SAN  PABLO. 


The  excavation  of  the  embankment  on  which  the  old  line  of  the 
Panama  Railroad  crossed  the  canal  was  commenced  in  January,  1912, 
and  completed  in  May,  1912.  In  all,  305,291  cubic  yards  were  re- 
moved, which  finished  all  work  at  this  point. 


TABERNILLA. 


Excavation  was  commenced  in  March,  1912,  and  finished  during 
the  same  month,  22,893  cubic  yards  being  removed,  completing  the 
work  at  this  point. 


BUENA  VISTA. 


Excavation  was  commenced  in  March,  1912^  and  finished  durini 
the  same  month,  100  cubic  yards  being  removed,  completing  the  worl 
at  this  point. 
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BOHIO. 


Steam-shovel  excavation  was  commenced  by  the  central  division 
in  February,  1912,  and  finished  in  March,  1912,  6,997  cubic  yards 
being  removed.  A  total  of  101,600  cubic  yards  were  removed  by  con- 
tractor during  the  fiscal  year,  which  completed  all  work  at  this  point. 

PENA  BLANCA. 

Forty-eight  cubic  yards  were  removed  by  hand  at  this  point  during 
March,  1912.  completing  all  excavation  here. 

GATUN. 

The  excavation  of  the  Panama  Bailroad  embankment  across  the 
anchorage  basin  at  this  point  was  commenced  in  March,  1912,  and 
finished  m  April,  lJ912j  89,568  cubic  yards  being  removed,  completing 
all  work  at  this  point. 

HAND  WORK  BY  CONTRACT. 

A  contract  was  entered  into  with  Earl  C.  McFarland  on  March  21, 
1910,  for  the  excavation  of  about  202,140  cubic  yards  in  the  canal 
prism  between  Tabemilla  and  Bohio,  at  a  cost  of  21  cents  per  cubic 
yard  for  earth,  25  cents  per  cubic  yard  for  soft  rock,  and  30  cents 
per  cubic  yard  for  hard  rock.  On  May  26,  1911,  a  supplementary 
agreement  was  entered  into  with  Earl  C.  McFarland.  establishing  a 
price  of  34  cents  per  cubic  yard  for  all  earthy  soft  and  hard  rock  re- 
maining to  be  excavated  after  April  26, 1911. 

Work  was  begun  by  the  contractor  in  October,  1910,  and  com- 
pleted in  Aprilj  1912.  In  all  207.182  cubic  yards  were  excavated 
under  this  contract,  at  an  average  cost  of  30.6  cents  per  cubic  yard. 

Another  contract  was  entered  into  with  Llewelyn  Swain,  December 
6,  1910,  to  excavate  about  112,450  cubic  yards  in  the  canal  prism  be- 
tween stations  28  plus  1,000  and  28  plus  2,300,  at  a  point  commonly 
known  as  Point  4-B,  at  a  cost  of  21.5  cents  per  cubic  yard.  Later  a 
supplementary  agreement  was  entered  into  with  Llewelyn  Swain, 
establishing  a  price  of  31^  cents  per  cubic  yard  for  all  material  re- 
moved subseauent  to  March  22, 1912. 

Work  was  oegun  by  the  contractor  in  December,  1910.  Up  to  May 
16,  1912,  but  108,992  cubic  yards  had  been  excavated  when  the  con- 
tractor signified  his  inability  to  continue  the  work.  The  central 
division  was  therefore  directed  bv  the  chairman  and  chief  engineer 
to  take  over  this  work  and  complete  same^  any  excess  cost  over  and 
above  SIJ  cents  per  cubic  yard  to  be  paid  to  the  central  division  from 
the  bonds  furnished  by  the  contractor  at  the  time  of  signing  of  the 
contract.  The  contractor  removed  103,896  cubic  yards,  at  21^  cents 
per  cubic  yard;  5,096  cubic  yards,  at  31.5  cents  per  cubic  yard;  and 
the  central  division  12,196  cubic  yard,  leaving  700  cubic  yards  to  be 
removed  by  dredging  during  the  iiext  fiscal  year. 

CLEARING  CHANNEL  IN  LAKE  GATUN. 

A  small  force  was  engaged  during  a  part  of  the  year  in  blasting 
stumps  and  trees  in  the  channel  in  'Lske  Gatun.    In  addition  to  this 
work  isome  overhanging  trees  and  limbs  were  removed  for  the  central 
'vision  by  the  first  division. 
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WOBK  IN  CONNECTION  WITH  LIGHTING  AND  BUOYING. 

On  September  1,  1911.  this  work  was  turned  over  to  the  fibrst 
division,  and  a  transfer  or  allotment  was  made  accordingly. 

From  July  1  to  August  31,  1911,  83,347  feet  of  profile  were  run 
and  95,760  feet  of  trodia  cut.  The  cost  of  this  worK  was  9.78  cents 
per  foot  of  profile  run.  In  connection  with  this  work  it  was  neces- 
sary to  clear  279.2  acre&  at  a  cost  of  $18.72  per  acre. 

From  May  1, 1911,  when  work  was  started,  to  August  81,  1911,  the 
total  work  completed  by  the  central  division  was  as  follows:  Profile 
run,  49,647  feet  (9.9  cents  per  foot  of  profile  run) ;  Trocha  cut,  163,310 
feet ;  clearing,  652.7  acres,  at  $24.23  per  acre. 

NAOS  ISLAND  DIKE. 

This  dike  is  to  extend  from  the  shore  at  East  Balboa  to  Naos  Is- 
land, a  distance  of  8.29  miles  from  the  mainland,  and  is  bein^  con- 
structed for  the  purpose  of  shutting  off  the  swift  current  which  at 
flood  tide  flows  across  the  canal  channel  in  Panama  Bay,  nearly  at 
right  angles,  and  not  only  causes  heavy  deposits  of  silt,  but  also  tends 
to  carry  vessels  out  of  the  tjiannel  to  flie  westward.  i 

To  construct  this  dike  a  pile  trestle  over  3  miles  in  length  is  being 
driven  from  the  shore  toward  the  Island.  From  this  trestle  mate- 
rial from  the  Culebra  Cut  is  dumped  and  when  the  trestle  is  filled 
the  tracks  are  shifted  laterally  and  the  dike  widened  and  used  as  a 
dump.  Prior  to  June  30,  1911,  the  trestle  had  been  constructed  for 
a  total  distance  from  the  shore  line  of  2.78  miles.  During  the  fiscal 
year  this  trestle  was  extended  1,360  feet,  giving  a  total  length  of 
trestle  constructed  up  to  June  30,  1912,  of  16,051  feet  or  3.04  miles. 
The  end  of  the  trestle  on  June  30,  1912,  was  1.320  feet  from  Naos 
Island,  and  the  fill  was  extended  to  within  2,000  leet  of  the  end  of  the 
trestle.  ' 

The  trestle  is  driven  for  the  greater  part  of  its  length  in  blue  mud 
varying  from  a  few  feet  to  102  feet  in  depth.  The  particles  of  which 
this  mud  is  composed  are  exceedingly  fine,  and  the  mud  itself  is 
almost  wholly  free  from  sand  and  feels  greasy  and  very  slippery  to 
the  touch  and  its  coefficient  of  friction  is  unusually  small. 

Much  trouble  has  been  experienced  for  the  past  two  years  in  ex- 
tending the  dike,  owing  to  the  sliding  of  the  bottom  under  pressure, 
due  to  the  weight  of  the  stone  filling  dumped  from  the  trestle.  This 
sliding  has  been  encountered  on  every  foot  of  the  last  two-year's  work 
and  results  in  continual  settlement  of  the  stone  filling  for  two  or  three 
months,  when  it  gradually  diminishes  and  finally  ceases. 

The  total  vertical  settlement  at  one  locality  on  the  dike  during  the 
fiscal  year  aggregated  125  feet.  Not  1  foot  of  trestle  constructed 
during  the  past  two  years  remains  at  present  under  the  track  for 
which  it  was  intended,  parts  of  the  trestle  sliding  to  one  side  and 
parts  to  the  other,  in  some  cases  moving  laterally  as  much  as  300  feet. 

The  settlement,  as  would  be  expecteo,  almost  invariably  takes  place 
at  or  just  before  low  water,  a^d  is  usually  greatest  at  times  of  extreme 
low  water  of  spring  tides,  owing  to  the  fact  that  at  such  times  the 
total  pressure  on  me  base  of  the  mound  of  riprap  filling  is  much 
greater  than  at  high  tide,  the  extreme  ranc^e  at  this  locality  being 
about  20  feet.  Consequently,  at  extreme  high  water  only  about  4  feet 
of  the  dike,  and  that  the  narrowest  portion,  is  above  water,  whereas 
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at  extreme  low  water,  24  feet  of  the  total  height  of  the  dike  lie  above 
the  water  level. 

As  the  material  of  which  the  dike  is  composed  loses  two-fifths  of 
its  weight  when  submerged,  it  will  readily  be  seen  that  even  though 
the  dike  be  kept  at  a  constant  height  there  is  a  great  variation  of 
pressure  on  the  bottom  throughout  the  day,  and  that  ordinarily  this 
pressure  rises  from  its  minimum  to  its  maximum  value  in  less  than 
seven  hours  and  decreases  in  the  same  period.  Experience  in  other 
localities  where  the  water  level  remains  nearly  constant  shows  very 
clearly  that  the  sliding  of  the  bottom  is  greatly  increased  by  the  very 
large  fluctuations  of  the  water  level. 

The  elevation  of  the  top  of  the  trestle  is  14  feet  above  mean  tide, 
and  the  average  depth  of  the  water  for  the  last  mile  of  trestle  con- 
structed is  about  15  feet  at  mean  tide,  giving  a  total  height  o{  trestle 
of  about  29  feet  above  the  original  bottom. 

When  the  rock  filling  is  dumped  from  the  trestle  it  begins  to  settle 
as  soon  as  it  attains  a  height  of  a  few  feet,  pushing  up  from  the 
bottom  a  parallel  ridge  of  mud  on  each  side  oi  the  trestle.  By  the 
time  the  rock  fill  has  been  completed  to  full  height,  the  center  of  each 
of  these  parallel  ridges  of  mud  is  about  80  feet  from  the  center  of  the 
track.  Each  of  these  ridges  is  separated  from  the  ridge  of  stone 
filling,  which  caused  their  upthrust,  by  a  hollow  or  channel  of  10  to 
15  feet  in  width,  the  bottom  of  which  has  remained  practically  undis- 
turbed, showing  that  the  settlement  of  the  stone  filling  and  the  up- 
thrust  of  the  mud  bottom  take  place  on  opposite  sides  of  a  nodal  line 
and  involve  considerable  underground  lateral  motion. 

To  give  some  idea  of  the  extent  of  the  settlement  of  the  stone  and  of 
the  large  quantity  of  mud  thrust  up  from  the  bottom,  it  may  be  inter- 
esting to  state  that  on  one  section  of  this  work  an  accurate  record  was 
kept  of  the  quantity  of  stone  necessary  to  bring  the  fill  up  to  full 
height,  i.  a,  29  feet  above  the  original  bottom,  and  it  was  found  that 
the  actual  quantity  of  stone  required  was  almost  exactly  ten  times  the 
theoretical  quantity  which  would  have  been  required  had  the  bottom 
been  solid  and  unyielding. 

Photographs  taken  in  December,  1911,  showing  the  end  of  the 
trestle  and  the  upthrust  of  the  bottom  on  the  east  and  west  sides  of 
the  trestle,  respectively,  accompany  this  report.    (Plates  44  and  43^.) 

Although  this  has  proven  to  be  one  of  the  most  difficult  pieces  of 
construction  work  yet  encountered  in  the  central  division,  and 
although  the  quantity  of  stone  filling  required  has  been  so  greatly 
in  excess  of  the  original  estimate,  yet  owing  to  the  fact  that  there 
has  been  practically  an  unlimited  amount  of  material  from  Culebra 
Cut  available  for  this  work,  the  cost  as  a  whole  is  moderate  when 
compared  with  other  ocean  works  of  a  similar  character  built  on  much 
better  bottom. 

The  total  cost  of  the  dike  up  to  June  30, 1912,  has  been  $186,396.79, 
or  about  $13  per  lineal  foot.  Of  this  amount  $70,558.01  has  been 
charged  to  the  Pacific  division.  The  figures  just  given  represent  the 
cost  of  the  trestle  and  all  additional  costs  over  and  above  what  it 
would  have  cost  to  waste  material  on  the  ordinary  dumps. 

SLIDES  AND  BREAKS. 

The  progress  of  excavation  in  the  Culebra  Cut  has  been  retarded 
and  rendered  more  difficult  on  account  of  slides  and  breaks  in  the 
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banks  of  the  canal.  This  trouble,  as  was  to  be  anticipated,  rapidly 
increased  as  the  cut  was  deepened,  and  the  amount  of  material 
removed  on  account  of  breaks  and  slides  during  the  past  fiscal  year, 
5,915,000  cubic  yards,  is  the  greatest  during  any  year  since  the  "com- 
mencement of  operations.  A  table  showing  the  total  excavation,  the 
amount  removed  from  slides  and  breaks,  and  the  percentage  involved 
in  slides  follows : 


Year. 


Tot^exca- 
Yfttion. 


1904-1909. . 

1910 

19U 

1912 

•        Total 


Cuibkuards. 
40.963.366 
17. 865, 80S 
18,552.644 
17,143,067 


Removed 
from  slides. 


Cubkvardt. 
3,227,059 
2,640,563 
4,879,378 
5,915,000 


94,644,886  I      16,671,000 


Amount  re- 
moved from 
slides. 


Per  cent  of 
total, 

7.87 
14.83 
26.30 
34.50 


17.63 


No  plan  of  treatment  for  slides  has  proven  thoroughly  effective 
when  once  they  have  developed,  except  that  of  excavating  and  hauling 
away  the  material  composing  the  moving  mass  until  the  slide  comes 
to  rest  upon  reaching  the  angle  of  repose  for  the  particular  material 
then  in  motion.  This  angle  of  repose  varies  greatly  in  different  parts 
of  the  cut,  depending  not  only  upon  the  character  of  the  material  in- 
volved in  the  slides,  but  also  upon  the  angle  of  inclination  of  the 
strata  and  the  angles  at  which  the  numerous  dikes  cross  the  canal. 

At  the  Cucaracha  slide,  which  has  been  practically  at  rest  now  for 
over  a  year,  the  angle  of  repose  corresponds  to  a  slope  a  trifle  steeper 
than  one  vertical  to  five  horizontal,  while  on  the  west  bank  of  the  cut 
at  the  town  of  Culebra,  near  the  center  of  the  Culebra  slide,  the 
material  (argillaceous  sandstone)  is  still  moving  slightly,  although 
the  slope  of  tlie  bank  at  present  is  but  little  steeper  than  one  vertical 
to  five  horizontal. 

In  one  or  two  slides  the  surface  on  which  the  sliding  material  was 
moving  had  a  slope  of  one  vertical  to  ten  horizontal,  and  in  the  case 
of  another  slide  on  the  west  bank  of  the  canal,  just  above  the  village 
of  Culebra,  the  moving  material  consisted  of  stratified  rock  (see  pho- 
tograph, plate  42),  which  was  moving  en  masse  on  a  layer  of  lignite 
al^ut  six  inches  in  thickness,  which  had  an  inclination  of  about  one 
vertical  to  seven  horizontal,  and  was  underlaid  by  other  layers  of 
sedimentary  rock  which  did  not  move. 

This  last  slide  developed  early  in  the  dry  season  and  moved  at  a 
faster  rate  for  the  succeeding  four  dry  months  than  it  has  done  since 
the  rains  have  come.  These  very  flat  slopes  of  the  banks  in  the  deepest 
portion  of  the  cut  explain  the  large  amount  of  material  added  by 
slides  and  breaks;  the  estimate  made  by  the  International  Board  of 
Consulting  Engineers  having  been  based  upon  side  slopes  of  three 
vertical  on  two  horizontal  for  the  j^ater  part  of  this  section  of  the 
cut.  Slides  caused  by  a  top  covering  of  clay  sliding  on  an  inclined 
surface  of  harder  material,  as  would  be  anticipated,  are  most  trouble- 
some during  the  wet  season,  but  the  breaks  which  during  the  past 
fiscal  year  have  involved  more  yardage  than  the  slides  proper  cause 
as  much  trouble  in  the  dry  season  as  in  the  wet  season,  and  during  the 
last  prolonged  dry  season  of  five  months  the  proportion  of  breaks 
which  developed  were  in  excess  of  thoee  developing  auring  any  similar 
period  of  the  wet  season* 

6101i>  — 12 11 
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A  number  of  the  slides  and  breaks  have  been  described  in  former 
annual  reports,  one  of  the  most  noteworthy  of  these  beinc^  the  Cuca- 
racha  slide,  which  developed  in  July,  1905,  and  from  which  nearly 
3,000,000  cubic  yards  have  been  excavated  to  date,  only  170,000  cubic 
yards  of  which  were  excavated  during  the  fiscal  year.  This  slide 
covers  an  area  of  47.1  acres,  and  at  present  gives  no  evidence  of  any 
considerable  future  movement. 

By  far  the  most  extensive  slide,  or,  more  strictly, ''  break,"  is  that  on 
the  west  bank  of  the  canal  at  Culebra,  extending  practically  con- 
tinuously from  station  1726  to  station  1804,  and  covering  an  area  of 
63  acres.  From  this  area  6,765,500  cubic  yards  of  material  had  been 
9  removed  up  to  June  30,  1912,  and  it  is  estimated  that  1,300.000  cubic 
yards  yet  remain  to  be  excavated.  Of  the  total  quantity  or  material 
removed  from  this  slide  2,710,000  cubic  yards  were  removed  during 
the  fiscal  year  just  ended.    This  slide  first  developed  in  October,  1907^ 

The  next  largest  slide  lies  ditectly  across  the  cut  from  the  one  last 
described  and  extends  practically  continuously  from  station  1741  to 
station  1796,  covering  an  area  of  50.7  acres.  From  this  slide  4,290,000 
cubic  yards  have  been  removed  and  600,000  cubic  yards  yet  remain 
to  be  removed.  Of  the  total  amount  of  material  removed  from  this 
slide,  1,960,000  cubic  yards  were  removed  during  the  fiscal  year  just 
ended.    This  slide  first  developed  in  January,  1907. 

The  three  slides  just  mentioned  are  the  only  ones  which  have  so  far 
developed  in  whicn  the  total  quantity  of  material  involved  exceeds 
1,000,000  cubic  yards,  although,  as  will  be  seen  from  the  table  which 
follows,  16,671,000  cubic  yards  of  material  have  been  removed  on 
account  of  slides  and  breaks  up  to  date,  and  3,595,000  cubic  yards  are 
estimated  as  remaining  yet  to  be  excavated,  or  a  total  of  20,266^000 
cubic  yards  of  additional  material  to  bo  excavated  on  account  of  slides 
and  breaks  in  order  to  complete  the  canal.  Details  regarding  all  of 
the  principal  slides  in  the  central  division,  all  of  which  are  confined 
to  the  Culebra  section  of  this  division,  are  given  in  the  following 
table : 

Estimate  of  slides  outside  of  slope  lines  for  year  ending  July  1,  1912,  shoujing 

total  estimates  of  material  to  date. 


Location. 


East  side: 

Opposite  Bas  Obispo 

Opposite  Haut  Obispo 

West  side,  opposite  Buena  Vista. 
East  side: 

Opposite  Las  Cascadas 

Da 

Opposite  White  House 

West  side,  Wliite  House  yard — 
XJpst  side: 

Opposite  White  House 

Upper  La  Pita .\ 

Lower  La  Pita 

West  side: 
*    Cunette 

Empire 

Culebra 

East  side: 

Culebra 

Cucaracha 

West  side.  Contractors  Hill 

East  side: 

Cucaracha  village 

Faraiso 

Small  slides 


Total. 


Date  when 

slide  first 

developed. 


Sept.,  1910 
Sept.,  1908 
Nov.,  1908 

Feb.,  1908 
Sept.,  1909 
Oct.,  1908 
June,  1912 

Oct.,  1909 
Deo.,  1909 
May,  1910 

Sept.,  1910 
May,  1910 
Oct.,  1907 

Jan.  1907 
■July,  1905 
July,  1908 

^t.,19U 
Mar.,  1907 


Cubic  yards 

excavated 

year  ended 

July  1, 1912. 


6,000 

ii9,'666' 

2,000 
80,000 


195,000 


Cubic  yards 

of  material 

excavated 

to  date. 


117,000 

18,000 

182,000 

503,000 
102,000 
286,000 


4,000 

166,000 

2,710,000 

1,960,000 

170.000 

5,000 

57,000 
62,000 


5,535,000 


413,000 
20,000 
30,000 

67,000 

210,000 

6,766,000 

4,290,000 

2,890,000 

216,000 

57,000 
385,000 
140,000 


16,671,000 


Cubic  yards 
of  material 
remaining. 


70,000 


20,000 

iso'ooo' 

180,000 


50,000 

10,000 

50,000 

1.300,000 

600,000 

230,000 

15,000 

100,000 

10,000 

770,000 


3,595,000 


Area  of 

slide 

in  acres. 


2.80 

.60 

3.30 

11.50 
1.40 
4.60 
1.00 

5.80 

L70 

.30 

.90 

2.20 

63.00 

50.70 

47.10 

2.0« 


3. 


lU 
70 


208.00 
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To  ihe  total  of  the  first  column  of  figures  of  the  preceding  table 
should  be  added  380,000  cubic  yards  to  cover  material  from  very 
small  slides  not  embraced  in.  the  table. 

The  work  of  decreasing  the  pressure  on  the  banks  where  slides 
mi^ht  be  expected^  by  excavation  with  steam  shovels,  has  continued 
uninterruptedly  since  its  commencement  in  January,  1911,  thr^ 
shovels  having  been  kept  continuously  at  work  terracing  the  west 
bank  in  the  vicinity  of  the  Culebra  slide  and  the  same  number  of 
shovels,  during. the  greater  part  of  the  fiscal  year,  on  similar  work 
on  the  opposite  bamc.  In  additicm,  one  shovel  is  engaged  in  the 
same  work  on  the  west  bank  at  White  House  yard  and  another 
shovel  on  the  east  bank  just  south  of  the  Empire  Suspension  Bridge. 
The  maximum  depth  of  material  removed  at  one  spot  was  80  feet 
(measured  vertically)  on  the  west  bank,  in  a  succession  of  nine  ter- 
races, and  about  70  feet  on  the  east  bank,  also  in  nine  terraces. 

As  a  whole,  the  removal  of  weight  from  the  edge  of  the  banks  has 
been  beneficial,  as  less  trouble  has  been  experienced  during  the  past 
fiscal  year  by  the  crushing  of  underlying  layers  of  softer  material 
and  the  heaving  up  of  the  bottom,  due  to  excessive  earth  pressure 
from  above,  than  was  experienced  before  the  commencement  of  this 
work.  Yet  the  moving  of  the  banks  and  the  heaving  has  not  been 
entirely  stopped  by  this  work,  for  breaks  have  occurred  within  the 
past  month  or  two,  both  on  the  eastern  and  western  banks,  near 
Culebra,  at  points  where  the  lightening  of  the  load^  as  above  de- 
scribed, had  been  greatest 

The  results  obtained,  however,  on  the  whole  are  considered  suffi- 
ciently favorable  to  warrant  the  continuance  of  this  work  until  all 
excavation  in  the  cut  has  been  completed  and  the  full  depth  and 
width  have  been  obtained. 

Most  of  the  so-called  "  slides  "  during  the  past  year  were  in  reality 
"  breaks  "  in  the  bank,  resulting  from  the  failure  of  an  underlying 
layer  of  rock  of  poor  quality,  due  to  the  pressure  of  the  enormous 
weight  of  the  superincumbent  mass,  which  crushes  the  underlying 
layer,  forces  it  laterally,  and  causes  it  to  rise  up  or  heave  in  the 
bottom  of  the  cut,  this  heaving  at  times  extending  to  a  height  of  as 
much  as  30  feet.  During  the  past  fiscal  year,  however,  in  no  case 
has  the  bottom  of  the  cut  heaved  up  to  a'height  greater  than  15  or 
20  feet 

As  a  result  of  several  years'  experience,  the  removal  of  slides  and 
breaks  is  now  carried  out  with  much  less  inconvenience  and  interrup- 
tion to  work  than  was  the  case  in  the  earlier  staces  of  operations. 
The  principal  annoyance  now  caused  by  slides  is  the  carrying  away 
of  the  tracks  in  the  cut,  either  by  lateral  displacement  or  more  often 
by  subsidence  of  an  upper  level  and  upheaval  of  the  bottom.  In  a 
few  cases  where  the  bank  subsides  by  the  crushing  of  the  underlying 
material,  forcing  this  material  laterally  and  upward,  a  track  located 
just  between  the  mass  which  is  subsiding  and  that  which  is  beini; 
upheaved  is  so  little  disturbed,  occupying  as  it  does  a  nodal  line  with 
respect  to  the  movement,  that  trains  can  use  it  in  safety,  although 
the  tracks  on  one  side  may  have  settled  several  feet  and  tnose  on  the 
i)ther  side  may  have  risen  as  much. 

There  appears  to  be  a  very  general  misconception  on  the  part  of 
the  public  as  to  the  nature  of  the  material  which  in  heaved  upward 
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from  the  bottom  of  the  cut,  many  supposing  that  the  upheaved  ma- 
terial is  like  clay  or  stiff  mud,  and  it  might  be  well  to  mention  that 
in  the  case  of  the  greatest  upheaval  during  the  past  fiscal  year,  on 
the  west  bank  of  the  cut  opposite  Culebra,  where  the  bottom  of  the 
cut  was  upheaved  to  a  maxunum  height  of  about  20  feet,  an  attempt 
was  made  to  estimate  the  sizes  of  the  pieces  of  argillaceous  sandstone 
which  composed  the  material  upheaved.  These  pieces  varied  in 
volume  from  a  few  cubic  inches  to  20  or  80  cubic  yards  and  would 
probably  have  averaged  from  1  to  3  cubic  yards  in  volume. 


COST  or  EXCAVATION. 


The  average  cost  of  the  various  items  of  expense  in  connection  with 
excavation  is  shown  in  the  following  table,  giving  comparison  with 
the  fiscal  years  1908, 1909, 1910,  and  1911 : 


Class  of  work. 


Loading,  steam  shovels 

Loading,  handi 

Drilling  and  blasting 

Transportation 

Dumps 

Tracks 

Division  ofQoe  and  sapervision. 

General  surveys 

Clearing  site v 

Division  structures 

Drainage  and  sumps 


Total  division  cost 

General  expense  and  administration  expense  *. 
Plant  arbitrary » 


Total. 


1008 


10.1150 


.1413 
.1854 
.1344 
.1100 
.0163 
.0008 
.0004 
.0002 


.7128 
.1882 
.1300 


L0310 


1000 


10.1001 
.3003 
.1140 
.1452 
.0011 
.0638 
.0114 
.0001 
.0048 
.0012 


.5517 
.1040 
.1300 


,7866 


1010 


10.0888 
.3442 
.1100 
.1522 
.0657 
.1001 

.  .0150 
.0003 
.0046 
.0013 
.0062 


.5416 
.0646 
.1300 


.7362 


1011 


to.  0717 
.2567 
.1048 
. . 1414 
.0541 
.1014 
.0120 
.0002 
.00005 
.0005 
.0038 


.4880 
.0457 
.1000 


.6337 


1012 


10.0681 
.305<i 
.1157 
.1:^1 
.0470 
.0885 
.0142 


.0001 
.0008 
.0041 


4707 

,0361 

0306 


5463 


1  Contract  work. 

>  This  expense  is  not  under  the  control  of  the  central  division,  being  proportion  of  expense  of  chajrman's, 
chief  quartermaster's,  disbursing  officer's,  examiner  of  accounts'  offices,  etc. 

>  This  arbitrary  is  intended  to  absorb  the  entire  cost  of  all  plant  by  the  time  that  work  is  completed. 
Note.— In  determining  costs  the  following  yardage  was  us%d: 

Cubic  yards. 

From  canal  prism 17,000,646 

From  Obispo  diversion 26, 168 

Silt  deposit  in  prism 27,632 

Total 17,063,446 

The  cost  of  drilling  and  blasting,  as  shown  on  the  table,  has  been 
distributed  to  cover  the  total  number  of  cubic  yards  of  excavation, 
but  to  get  the  real  cost  it  should  be  applied  to  material  actually 
mined,  which  amounts  to  12,862,968  cubic  yards,  which  would  make 
the  cost  when  thus  applied  $0.1523  per  cubic  yard. 

It  will  be  noted  from  the  preceding  table  that  the  division  cost  per 
cubic  yard  for  the  fiscal  year  ending  Jime  30, 1912,  is  the  lowest  since 
the  commencement  of  operations  by  the  United  States,  and  it  appears 
reasonably  certain  that  the  figures  given  will  mark  the  lowest  annual 
unit  cost  m  the  central  division  during  the  entire  progress  of  excava- 
tion, for  the  decreasing  output  as  the  work  approaches  completion 
and  the  removal  of  nearly  200  miles  of  track  and  many  miles  of 
pipe  must  inevitably  result  in  increase  of  unit  cost. 

It  will  further  be  noticed  that  "  loading,  steam  shovels,"  "  trans- 
portation," and  "  dumps  "  were  all  cheaper  than  ever  before  in  the 
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history  of  the  work.  This  result  was  attained  by  constant  study  by 
the  division  engineer  and  his  assistants  of  cost  and  output  sheets, 
and  by  the  constant  and  cordial  cooperation  and  assistance  of  the 
various  division  officials. 

Natural  conditions  become  more  unfavorable  for  cheaper  work 
from  year  to  year  as  the  cut  becomes  deeper  and  its  width  becomes 
less.  This  increased  depth  has  necessitated  longer  and  steeper  in- 
clines and  has  reauired  the  services  during  the  past  fiscal  year  of  an 
average  of  eight  nelper  engines  on  duty  per  day,  at  a  cost  of  about 
$12,800  per  month,  or  $163,600  for  the  fiscal  year. 

Operations  have  been  inconvenienced  very  materially  during  the 
past  year  by  the  larce  amount  of  material  which  has  been  removed 
from  the  slides  and  by  the  destruction  of  tracks,  due  either  to  their 
being  covered  by  slides  or  being  heaved  up  and  displaced. 

The  percentage  of  rock  excavated  during  the  past  year,  83.67  per 
cent,  is  considerably  higher  than  in  any  preceaing  year,  entailing 
additional  cost  for  drilling  and  blasting. 

The  output  has  been  somewhat  decreased  and  the  cost  correspond- 
ingly increased,  owing  to  the  fact  that  a  considerable  portion  of  the 
cut  was  practically  completed  during  the  fiscal  year,  necessitating  a 
large  number  of  narrow  and  shallow  steam-shovel  cuts  in  order  to  re- 
move all  material  to  final  grade  and  slope,  and  requiring  a  number 
of  drill  holes  next  the  banks  in  order  to  blast  the  material  more 
accurately  to  slope. 

On  the  other  hand,  the  influences  which  would  naturally  have 
favored  the  reduction  of  cost  were  the  small  amount  of  rainfall  dur- 
ing the  fiscal  year  and  the  increased  efficiency  which  would  be 
expected  of  the  organization,  due  to  longer  experience. 

The  official  records  show  that  from  the  commencement  of  work 
by  the  United  States  to  September  1,  1908,  there  had  been  excavated 
within  the  limits  of  the  central  division  24,923,281  cubic  yards  of 
rock  and  earth,  the  average  ^^  division  cost "  of  which  had  been 
$0.9344  per  cubic  yard.  It  was  believed  that  this  cost  could  be  very 
materially  reducea,  and  the  division  engineer,  in  forwarding  his  esti- 
mate of  the  unit  cost  of  all  dry  excavation  in  the  central  division, 
subsequent  to  September  1,  1908,  for  incorporation  in  the  estimate 
to  be  submitted  by  the  chairman  and  chief  engineer,  gave  75  cents 
I>er  cubic  yard  as  the  estimated  "  division  cost "  of  all  dry  excava- 
tion remaining  to  be  done  after  September  1,  1908,  a  figure  which 
was  only  80  per  cent  as  much  as  the  average  unit  cost  of  all  dry 
excavation  up  to  that  time. 

It  is  gratifying  to  state  that  from  September  1,  1908,  to  June  30, 
1012,  inclusive,  there  have  been  excavated  within  the  limits  of  the 
central  division  69,478,400  cubic  yards  of  rock  and  earth  (about 
three- fourths  being  rock),  at  an  average  division  cost  per  cubic  yard 
of  $0.5127. 

The  difference  between  the  unit  price  of  the  above  material  as  esti- 
mated September  1,  1908,  and  of  the  actual  unit  price  at  which  the 
work  was  done  amounts  to  a  total  of  $16,485,725.  This  total  amount, 
however,  will  not  be  a  clear  saving  when  all  work  has  been  completed, 
tLH  a  considerable  amount  of  additional  work,  not  then  contemplated, 
has  been  done  since  the  estimate  of  September  1, 1908,  was  submitted, 
and  more  especially  because  fully  16,400,000  cubic  yards,  in  addition 
to  the  estimate  of  September  1,  1908,  will  have  been  added  by  slides 
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before  the  canal  has  been  completed.  Yet  in  spite  of  these  large 
additions,  aggregating  about  18,000,000  cubic  yards,  to  the  quantity 
of  material  embraced  in  the  original  estimate,  it  now  seems  probable 
that  there  will  be  a  net  saving  in  the  central  division,  on  the  original 
estimate  of  cost  of  September  1, 1908,  of  several  million  dollars  when 

the  canal  has  been  completed. 

* 

GOAL  AND  FUEL  OIL  CONSUMED. 

The  total  quantity  of  coal  used  during  the  fiscal  year  amounted  to 
104,658  long  tons.  Coal  is  the  only  fuel  used  except  at  the  following 
pumping  stations,  at  which  points  11,767.59  barrels  of  fuel  oil  were 
used  during  the  fiscal  year:  Cucaracha,  Camacho,  Gorgona,  and 
Tabemilla. 

STEAM   SHOVEL  REPAIKS. 

Since  November  5,  1907,  the  central  division  has  had  a  force  of 
boiler  makers,  pipe  fitters,  and  machinists,  with  the  necessary  helpers, 
working  in  the  cut  at  night  repairing  steam  shovels,  and  it  has  been 
found  by  experience  that  greater  eflSciency  can  be  obtained  in  steam- 
shovel  work  if  all  repairs  possible  are  made  in  the  field  without  sending 
the  steam  shovel  to  the  shop  for  general  overhauling.  Since  the  organi- 
zation of  this  steam  shovel  ni^ht  gang,  circles  and  booms,  dippers  and 
dipper  sticks,  A-frames,  hoisting  drums,  main  engine  shafts,  propel- 
ling shafts,  swinging  drums,  intermediate  shafts,  water  tanks,  feed 
Eumps,*  trucks,  and,  in  one  or  two  cases,  steam-shovel  boilers  have 
een  changed  in  the  cut.  In  fact  it  is  the  practice  to  replace  every- 
thing except  the  base  castings,  the  deck  of  tne  shovel,  ana  the  boilers 
in  the  field.  In  addition  a  machinist  and  necessary  helpers  have 
been  assi^ed  to  each  district  for  service  during  the  day,  their  duties 
bein^  to  inspect  each  shovel  in  the  district  daily  and  make  all  minor 
repairs  that  do  not  require  the  use  of  a  crane.  A  considerable  saving 
of  time  in  making  repairs  is  made  by  this  arrangement,  as  these  men 
are  available  more  promptly  than  when  men  had  to  be  sent  from 
Empire  shops. 

In  the  interest  of  economy,  and  by  direction  of  the  chairman  and 
chief  engineer,  the  repairing  of  steam  shovels  and  the  manufacture 
and  repair  of  steam  shovel  parts  for  the  entire  canal  were  transferred 
to  the  central  division,  eflfective  October  1,  1909.  In  order  to  handle 
this  9^0Tk  the  Empire  shops  were  transferred  from  the  mechanical 
division  to  the  central  division,  and  all  other  mechanical  work,  for- 
merly handled  at  the  Empire  shops,  was  transferred  to  the  Gorgona 
shops.  Prior  to  this  date  the  mechanical  division  handled  all  shop 
repairs  to  steam  shovels  and  the  other  two  construction  divisions 
handled  their  own  repair  parts  and  field  repairs  independently.  The 
other  divisions  still  handle  their  own  field,  repairs. 

The  average  pay  roll  during  the  year  was  $26,384.28  per  month,  of 
which  23  per  cent,  approximately,  was  for  the  central  division  field 
repairs,  45  per  cent  for  shop  repairs  for  the  central  division,  and  32 
per  cent  for  shop  repairs  for  other  divisions  and  for  manufacturing 
for  all  divisions. 

The  total  number  of  steam  shovels  repaired  in  the  Empire  shops 
for  the  period  above  mentioned  was  20  and  the  average  time  each  was 
in  the  shop  was  31  days.    The  average  number  of  shovels  repaired 
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in  the  cut  each  niffht  was  14,  and  the  average  number  of  men  em- 
I>loyed  in  the  ni^t  repair  ganc  in  the  cut  was  13  gold  and  39 
silver  men. 

By  direction  of  the  chairman  and  chief  engineer,  the  Empire  shops, 
with  the  entire  personnel,  as  well  as  the  nisht  steam-shovel  repair 
outfit  and  the  men  employed  on  steam-shovel  repair  work  in  the  cut 
during  the  day,  were  transferred  to  the  mechanical  division  on  July  1, 
1912 ;  as  the  reduction  in  excavation  and  the  concentration  of  steam 
shovels  and  the  stage  of  the  completion  of  the  work  did  not  justify 
maintaining  separate  shops  at  txorgona  and  Empire,  and  as  no 
feasible  way  could  be  fouml  of  maintaining  both  s^ops  and  making 
a  reduction  in  cost  to  correspond  to  the  reduction  in  construction 
work. 

AIR  AND  WATER  SERVICE. 

During  the  fiscal  year,  in  furnishing  air  connections  for  drills  and 
other  purposes,  3,284,980  feet  of  pipe  were  laid,  while  3,262,600  feet 
of  pipe  were  removed.  The  central  division  maintained  the  air  mains 
leading  from  the  air  compressors  and  paralleling  the  canal  on  the 
east  and  west  banks. 

In  furnishing  water  connections  for  steam  shovels,  orange  peel  and 
clam  shell  cranes,  locomotives,  and  for  other  purposes,  2,531,550  feet 
of  pipe  were  laid,  while  2,516,040  feet  of  pipe  were  removed. 

MUNICIPAL  WORK. 

During  the  fiscal  year  ended  June  30,  1912,  municipal  work  was 
carried  on  as  in  the  past,  the  principal  items  of  work  performed  being 
as  follows : 

Wflticr  * 

Pipe  laid feet—  27,702 

Pipe  removed do 67,287 

Pipe  relald do 25,330 

House  connections  made 54 

Meters  Installed 90 

Hydrants  Installed 2 

on  pipe  Installed— feet..  050 

Oil  pipe  removed do_„_  4,180 

Sewer  i 

Pipe  laid do 4. 892 

House  connections  ninde 32 

Sanitary  work : 

Regradinii:  ditches -linear  feet—  311,061 

Ditches  dug feet__  5, 763 

Ditches  cleaned -.^- — ,. do 1,613,820 

TUe  drains  laid A do 550 

Concrete  gutters  made do 11,650 

Concrete  ditches  cleaned do 341,214 

Clearing square  yards,-  6,536 

Miscellaneous:  Concrete  pipe  made linear  feet..  1.230 

ROAD  BUILDING. 

The  construction  of  what  is  known  as  the  Empire-Chorrera  Road 
was  commenced  in  April,  1911,  and  was  continued  throughout  the 
fiscal  year.  On  June  30, 1912,  macadam  had  been  laid  and  rolled  on 
11,230  linear  feet.    In  addition  to  this,  subgrading,  including  nepes- 
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sary  concrete  culverts  and  drains,  was  completed  for  a  distance  of 
12,450  linear  feet  After  preparing  the  subgrade,  which  was  rolled, 
Telford  foundation  was  laid  on  the  road  to  an  average  depth  of  10 
inches  for  a  distance  of  12,460  feet.  This  is  a  16-foot  macaaam  road, 
and  will  extend  from  the  village  of  Empire  to  the  Zone  boundary 
line,  a  distance  of  about  6  miles,  and  will  be  extended  to  Chorrera 
by  the  Panama  Government. 

In  connection  with  the  construction  of  this  road,  it  was  necessary 
to  erect  a  stockade  for  the  housing  of  the  convicts  used  on  its  con- 
struction; this  stockade  was  erected  about  4  miles  from  the  vil- 
lage of  Empire,  near  what  is  known  as  Mandin^o  River.  The  build- 
ing constructed  was  150  feet  by  50  feet,  the  mam  part  being  divided 
into  two  cells,  with  the  necessary  quarters  for  the  officers  ana  a  dining 
hall  attached.  The  structure  was  inclosed  by  a  yard  300  feet  by  100 
feet,  fenced  in  by  a  double  row  of  barb-wire  fence.  The  building  was 
erected  from  the  hardwood  material  secured  in  the  surrounding  coun- 
try, and  covered  with  galvanized  iron. 

Approximately  60  miles  of  trails  were  cleaned  and  drained  during 
the  year.  The  labor  for  this  purpose  was  furnished  by  natives  work- 
ing out  their  poll  tax.  All  necessary  bridges  were  constructed  of 
native  hardwood. 

The  Empire-Paraiso  Road  was  relocated  for  a  distance  of  2,480 
feet  and  constructed.  This  was  necessary  on  account  of  a  slide  along 
the  east  bank  of  the  canal. 

In  the  village  of  Culebra,  1,400  linear  feet  of  road  ^ere  recon- 
structed on  account  of  slides  on  the  west  bank  of  the  canal. 

In  the  village  of  Golden  Green  1,650  feet  of  road  were  constructed. 

The  following  work  was  accomplished  in  connection  with  the 
maintenance  of  roads,  the  maintenance  of  cinder  paths  having  been 
transferred  to  the  Quartermaster's  Department : 

General  repairs square  yards—    86,552 

Ditches    cleaned do 512, 744 

Ditches  excavated linear  feet—      2,395 

The  above  includes  the  resurfacing  and  rolling  of  the  Empire- 
Paraiso  Road  and  the  resurfacing,  r^itching,  and  rerolUng  of  the 
Las  Cascadas  Plantation  Road. 

WATERWORKS. 

The  use  of  Rio  Grande,  Camacho,  and  Carabali  reservoirs,  which 
supply  the  various  settlements  with  water,  was  continued  throughout 
the  year,  and  the  pumping  stations  at  Paraiso,  Cucaracha,  Lirio, 
Camacho,  Gamboa,  Point  4,  and  tSrorgona  were  operated  during  the 
year.  The  pumps  at  Tabemilla  and  Bohio  were  operated  until  the 
abandonment  of  the  camps  at  those  places,  Tabemilla  station  being 
closed  on  March  17,  1912,  and  Bohio  station  on  November  27,  1911. 
The  pumping  station  at  Bas  Obispo  was  not  operated  at  all  during 
the  year,  and  was  dismantled  in  February,  1912.  The  condenser 
plants  at  Las  Cascadas  and  Bas  Obispo  were  operated  during  the 
year,  condensing  daily  an  average  of  3,000  gallons  of  water. 

After  the  closing  of  the  Tabemilla  pumping  station  a  temporary 
pump  was  installed  at  the  north  end  of  the  Barbacoas  Bridge  for 
supjjlying  water  for  con^ruction  purposes.    This  temporary  plant 
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was  dosed  on  May  5,  1912^  and  the  condenser  plant  at  San  Pablo 
was  closed  on  the  same  date. 

In  December,  1911,  it  was  realized  tha|t  it  would  be  necessary  to 
install  auxiliary  pumps  on  the  Chagres  River  to  assist  the  reservoirs 
in  furnishing  a  sufficient  amount  of  water  for  general  use  in  the 
central  division  until  such,  time  as  the  rainv  season  replenished  the 
supply.  A  purchase  was  therefore  made  or  two  3-stage  centrifugal 
pumps,  belt  driven,  with  a  rated  capacity  of  2,000,000  gallons  under 
a  wwking  pressure  of  150  pounds.  These  were  installed  under  the 
Chagres  River  Bridge  and  put  in  sendee  on  the  24th  of  January, 
1912,  acting  as  feeders  for  the  mains  on  the  east  and  west  banks  of 
the  canal. 

During  the  latter  part  of  February,  it  was  found  necessary,  duo 
to  the  rapid  failure  of  the  Carabali  reservoir  supply,  to  operate  the 
Chagres  pumping  station  for  the  supplying  of  water  to  the  Gorgona 
shops  for  mechanical  purposes^  the  consumption  of  water  at  the  shops 
averaging  400,000  gallons  per  day.  In  addition  to  this,  a  6-inch  line 
was  laid  connecting  the  Gorgona  and  Gamboa  systems.  The  length 
of  this  line  was  3,200  feet,  and  it  supplied  water  to  the  Panama  Rail- 
road tank  at  Matachin,  the  town  of  Matachin,  Jamaicatown,  and  the 
engine  house  at  Gorgona  shops;  the  consumption  amounting  to  ap- 
proximately 200,000  gallons  per  day.  This  work  was  completed  on 
ilarch  12. 

As  a  precautionary  measure  a  booster  pump  was  also  installed  in 
this  line  near  the  Gorgona  shops  for  supplying  the  tojvn  of  Gorgona. 
The  installation  was  completed  on  the  14th  of  April,  and  it  was 
iiecessary  on  April  16,  due  to  the  absolute  failure  of- the  Carabali 
reservoir  supply,  to  put  this  plant  in  operation,  supplyingwatertothe 
town  for  domestic  purposes  until  the  16th  of  May,  when  a  sufficient 
amount  of  water  had  again  accumulated  in  the  reservoir  for  supply- 
ing the  town,  the  consumption  being  approximately  250,000  gallons 
per  day. 

^  On  April  18  the  installation  of  an  additional  piston  pump  on  the 
Sardanilla  River  was  completed  which  increased  the  supply  for  canal 
purposes  at  this  point  to  400^000  gallons  per  day. 

oil  June  8  a  piston  pump  of  a  capacity  of  1,500  gallons  per  minute, 
under  a  working  pressure  of  250  pounds,  was  procured  from  the 
Atlantic  division.  Before  putting  this  pump  in  operation  it  was 
necessary  to  replace  4,100  feet  of  6-inch  cast-iron  pipe  with  6-inch 
wrought  iron  pipe  in. order  to  withstand  the  pressure.  The  installa- 
tion was  completed  and  the  pump  tested  out  on  June  13,  the  date  on 
which  the  supply  in  the  Camacno  reservoir  was  exhausted,  leaving 
tlie  supply  of  water  for  the  central  division  entirely  dependent  on  the 
'lifferent  pumps  installed. 

In  addition  to  the  pumps  mentioned,  an  underwriters  fire  pump; 
with  a  rated  capacity  of  1,500  gallons  per  minute,  has  been  procured 
from  the  subsistence  department  and  installed  as  an  auxiliary  on  the 
Chagres  River. 

Approximately  547,500,000  gallons  of  water  were  consumed  by  the 
"antral  division  from  the  Rio  Grande  reservoir,  which  is  operated  by 
^  Pacific  division.  The  daily  average  consumption  from  the 
Camacho  was  1,600,000  .gallons,  and  from  Carabali  850^000  gallons. 
The  average  daily  consumption  from  the  Chagres  River  since  Febni- 
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ary  23,  1912,  through  the  Gamboa  pumping  station  was  3,000,000 
gallons. 

The  total  pumps  in  service  numbered  29.  The  daily  average  num- 
ber of  pumps  working  at  the  various  stations  was  21.  The  daily 
average  number  of  ffallons  pmnped  at  the  different  pimiping  stat;ions 
was  3,216,475;  total  for  the  year  1,177,229,886  gallons.  The  daily 
average  number  of  ^Uons  condensed  at  the  various  stations  was 
10^677,  and  the  total  for  the'year,  3,907,782  gallons. 

During  the  fiscal  year  the  summit  of  drainage  in  the  cut  was  at  a 
point  in  the  canal  opposite  Culebra.  All  water  south  of  this  point 
IS  drained  into  the  Pacific  Ocean  by  gravity  through  a  culvert  in  the 
Pedro  Miguel  Locks.  The  siunp  pumps  which  were  installed  at  the 
south  end  of  the  cut  were  removed  upon  the  completion  of  the  drain- 
age cut  to  the  north  end.  of  the  Pedro  Miguel  Locks.  All  water  enter- 
ing the  cut  north  of  this  drainage  summit  is  pumped  into  the  Chagres 
River  by  the  sump  pumps  at  the  Bas  Obispo  Dike.  At  the  close  of 
the  fiscal  year  the  following  pumps  were  in  service  for  this  purpose : 

Three  duplex  pumps/  16  by  22  by  18  inches ;  capacity,  4,200  gallons  per 

minute  each. 
Two  Wagner  pumps,  16  by  8  by  12  inches;  capacity,  445  gallons  i>er 

minute. 
One  Worthington  centrifugal  pump,  24-inch  discharge;  capacity,  18,000 

gallons  per  minute. 
Two  French  centrifugal  pumps,  17-inch  discharge;  capacity,  7,000  gallons 

per  minute  each. 

The  piston  pumps  are  arranged  to  operate  by  air  or  steam  so  that 
they  can  work  under  water  if  necessary. 

LABOR   SITUATION. 

During  the  fiscal  year  the  labor  situation  was  entirely  satisfactory, 
the  supply  of  laborers  being  greater  than  the  demand  during  the 
entire  year  on  account  of  the  reduction  of  force  which  has  been  grad- 
ually made  in  this  and  other  divisions.  The  majority  of  the  laborers 
in  the  central  division  are  West  Indian  negroes.  The  average  daily 
number  of  laborers  in  the  central  division  for  the  fiscal  year  just 
ended  was  7,335. 

No  changes  in  organization  or  in  the  personnel  of  the  central  divi- 
sion were  made  during  the  fiscal  year  ended  June  30, 1912. 

In  conclusion,  I  wisn  to  acknowledge  my  appreciation  of  the  great 
interest  shown  by  the  division  officials  of  all  grades  in  the  execution 
of  their  duties,  for  without  their  cordial  cooperation  and  assistance  it 
would  not  have  been  possible  to  accomplish  the  same  results  during 
the  fiscal  year. 
Respectfully  submitted. 

D.  D.  Gaillabd, 
Lieidenant  Colonel^  Corps  of  Engineers^  V.  S,  Army^ 

Member  of  Isthmian  Canal  Com/mission^ 

Division  Engineer^  Central  Division. 

Col.  George  W.  Goethals,  U.  S.  Army^ 

Chairman  and  Chief  Engineer^  Cvlebra^  Canal  Zone, 
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APPENDIX  t). 

SEPOBT  OF  S.  B.  WmiAMSOIT,  DIVISION  EffOIBEEB,  PACmC 

DIVISION. 


Isthmian  Canal  Commission, 
Depabtment  op  Construction  and  Engineering, 
Pacific  Division,  Office  of  the  Division  Engineer, 

Corozal^  Canal  Zone^  July  31^  1912. 

Sir  :  I  have  the  honor  to  submit  the  following  report  of  operations 
in  the  Pacific  division  during  the  fiscal  year  ended  June  30, 1912 : 

Division  Organization. 

The  division  extends  from  mile  39.53  immediately  north  of  Pedro 
Miguel  to  deep  water  in  the  Pacific  Ocean,  a  distance  of  11  miles,  and 
is  subdivided  as  follows : 

First  district:  Locks,  dams,  and  dry  excavation.  Second  district: 
Dredging,  Balboa  shops,  and  shipways.  Third  district:  Municipal 
and  sanitary  engineering.  Fourth  district :  Ancon  quarry  and  crush- 
ingplant.    Fif tti  district :  Hydraulic  excavation. 

There  has  been  no  change  during  the  past  year  in  the  organization, 
as  shown  by  districts  on  plate  116. 

A  summary  of  the  principal  items  of  work  performed  is  given  in 
Table  No.  1. 

Table  No.  1. — Principal  itemH  of  trork  performed  in  year  ended  June  30,  W12. 


Class  of  work. 


Dry  ezoATAtiQn: 

Work 

Plant. 


Tarmiiials. 

Dred^ncazcavEtioo: 

&  canal  prism 

Inner  bositt 

Lomber  dock  (charied  Panama  R.  R.). 
Plant— 

Fortlflcatkns 

Otiier 

HydraolksezoaTation,  work 

EzplodTea  used 

RockdrlUlng. 

WashdrUUnjE 

Diamond  dniUnx 


Construction  tracks  kiid , 

Tnstto  bonts  framed 

Piles  driven. 

Damfllttng: 

Dry 

W«. 

BaekflUins 

Concnta  placed  in  \ockK. 

Wort 

Plant 

Concrete  placed  in  dams,  work . 

Rode  cmihed.. 

Sand  production . 


Unit. 


Cubic  yards. 
do 


do. 


.do. 
.do. 
.do. 


do 

do 

do 

Orontons... 
Linear  feet.. 

do 

do 

Miles 

Number..... 
....do 


Cubic  yards. 
do 

•  •  •  •  •  ^AU*  «  •  •  •  «  • 


.do. 
.do. 
.do. 
.do. 
.do. 


Roada maintained I  Miles.. 

Drains  and  ditches  dug I  Linear  feet. 

Drains  and  ditches  cleaned  and  graded do 

Pennaneot  water  pipe  laid do 

Sswer  pipe  laid. i do 

Cisaftaff  and  grubbing Acres. 


Dally  average  lorce  employed . 


Number. 


Quantity. 


792,286 

152,275 

23,140 


3, 


1, 


1, 


884, 2S7 
370,607 
300,518 

18,560 
100,940 
900,596 

427.32 

000,349 

5,123 

1,409 

50.95 

175 

920 

746,  n4 

78,316 

830,238 

934,410 

881 

174 

830,279 

564,837 

21.7 

116,044 

281,540 

65,265 

12,798 

129.75 
5,727.4 


171 


172  . 
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FntflT  District. 

LOCKS,  DAMS,  AND  DRY  BXCAVATION. 

[H.  O.  Cole,  resident  engineer.] 
Pkdbo  Miguel  Locks  and  Damb. 

The  work  consisted  in  excavating;  preparing  the  lock  founda- 
tions; fabricating  and  erecting  forms;  placing  concrete,  and  fixed 
irons  for  the  valves,  lock  gates,  fender  chains  and  emergency  dams ; 
backfilling  the  lock  walls,  and  filling  the  west  dam. 


LOCK    EXCAVATION. 


The  excavation  of  the  Pedro  Mi^el  lock  pit  was  ccmipleted  in 

the  fiscal  year  1911,  but  the  cost  of  excavating  95,156  cubic  yards 

from  the  French  dump  east  of  the  site,  during  the  present  year, 

has  been  charged  to  lock  excavation,  increasing  the  total  to  1,099,121 

cubic  yards  exclusive  of  the  material  removed  in  preparing  the 

foundations. 

Table  No.  2. — Pedro  Miguel  lock  excavation, 

[Cubic  yards.) 


Month. 


July 

August 

September. 

October 

November. 
December.. 


1911. 


Matoial 
exca- 
vated, 
earth. 


5,161 
10,000 


Month. 


1012. 

January 

February 

March 

AprU 

May 

June , 

Total 


Material 
exca- 
vated, 
earth. 


20,490 

I7,2ir. 

02U 

12,86» 

24,433 

4,074 


05,156 


C0N8TBUCTI0N  TRACKS. 


All  construction  tracks  were  maintained  and  relocated  when  neces 
sary;  11.68  miles  of  new  tracks  were  laid. 


LOCK    FOUNDATIONS. 


Preparing  the  lock  foundations  involved  the  removal  of  loose  rock, 
and  the  excavation  below  floor  level,  required  for  wall  footings,  lateral 
culverts,  sUls,  sumps,  etc.  Under  existing  conditions  a  large  portion 
was  removed  with  picks  and  shovels,  loaded  into  skips  and  handled 
into  cars  with  locomotive  cranes  or  derricks,  though  steam  shovels 
have  been  employed  when  practicable ;  38,826  cubic  yards  were  han- 
dled during  the  year,  and  the  total  to  date  is  179,757  cubic  yards. 
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Table  No.  Z.—BscavaHon  far  fovndaticna,  Pedro  Miguel  lack, 

(CuUo  yards.) 


Month. 


M  aterial  excavated . 


Earth. 


July 

August 

September. 
October. . . 
November. 
December. 


1911. 


January.. 
February. 

March 

AprU 

May 

June 


1912. 


Total. 


953 
1,928 


2,881 


Rock. 


6,273 
230 
3,472 
5,366 
7,801 
6,170 


3,484 

1,265 

857 

406 

632 


35,945 


Total. 


6,273 
220 
3,472 
5,365 
7,801 
6,170 


3,484 
1,205 
857 
406 
1,586 
1,028 


38,826 


PLACINO  CONCRETE. 


The  total  amount  of  concrete  placed  in  the  Pedro  Miffuel  locks 
during  the  fiscal  year  is  182,870  cubic  yards,  mixed  entirely  by  the 
auxiliary  plant  The  latter  consisted  of  one  2-cubic  yard  mixer 
located  at  the  south  end  of  the  east  wall  until  Septeml)er  25;  two 
2-cubic  yard  mixers  installed  at  the  south  end  of  the  west  storage 
trestle  in  the  forebay,  one  of  which  was  removed  on  March  15,  and 
an  average  of  3.16^  cubic  yard  mixers  which  have  been  moved  about 
ns  considered  most  advantageous.  At  the  beginning  of  the  fiscal  year 
the  construction  plant  has  been  moved  to  Miraflores,  with  the  excep- 
tion of  two  chamber  cranes ;  the  dismantling  of  these  began  on  De- 
cember 12  and  February  7,  respectively.  Prior  to  these  dates  thev 
were  employed  for  setting  iron  work,  back  filling  the  center  wall, 
and  placing  28,450  cubic  yards  of  the  concrete  mixed  by  the  auxiliary 

{)lant.  The  remaining  154,420  cubic  yards  were  either  handled  by 
ocomotive  cranes  and  derricks  or  poured  into  the  forms  from  the 
half-yard  mixers.  The  total  yardage  for  the  year  is  made  up  of 
134,198  cubic  yards  of  plain  concrete  and  48,677  cubic  yarda  of 
reinforced. 

Revised  estimates  made  on  July  1,  1912,  showed  an  increase  of 
61,761  cubic  yards  in  the  total  amount  of  concrete  pre viously  esti- 
mated for  these  locks;  the  amount  placed  prior  to  June  30^  1912,  is 
847,925  cubic  yards  and  the  estimated  amount  remaining  is  51,150 
cubic  yards.  The  progress  is  shown  ^aphically  on  plate  89  and  the 
performances  of  the  plant  are  given  in  the  tables  followinir. 
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Table  No.  A^^Performanoe  of  cttamher  cranes  at  Pedro  Miguel,  IBll^lt, 

[Quantities  in  this  table  are  "  Backet  measurements."] 


Month. 


1911. 

July 

August 

September 
October. . . 
November 
December. 

1912. 
Juiuary... 

Total. 


1.96 
1.89 
2.00 
2.00 
2.00 
1.06 


1.00 


1.72 


Material  placed. 


3 

Ui 


CVL. 
fdS. 


Oil 

4,660 
2,374 
6,450 
6,009 
1,1161,362 


7061,220 


I 


Iff. 


On. 

4,660 
2,374 
6,459 
6,009 
2,478 


1,926 


28,4502,58231,032 


Service  time. 


Hours 
working. 


133.97 
103.58 
60.26 
153.70 
139.34 
141.58 


89.82 


831.25 


I 


33 


106.59 
160.82 
257.33 
228.34 
19L38 
21.83 


20.92 


Hours  delay. 


14.72 
7.84 
6.09 

20.50 
7.51 
9.42 


12.25 


5   . 

ll 

**  a 


60.02 
36.94 
28.83 
28.23 
61.16 
81.75 


5.58 


-al 


8-.29 
107.42 
70.50 
38.00 
16.10 
46.67 


1.08 


4 


29.41 
42.90 
17.99 
44.23 
16.51 
81.75 


177.09 


986. 71 87. 33  261. 51 367. 06  400. 8812, 943. 74 


441.00 
460.00 
450.00 
622.00 
432.00 
333.00 


806.74 


Rates  per  hour 
per  crane. 


On.  Mb 
&.2 
44.9 
34.3 
42.0 
43.2 
17.5 


21.4 


37.3 


I 
I 


Oa.fd8 
16.2 
10.2 

6.3 
12.4 
13.9 

7.4 


6.3 


10.5 


S 


38 


& 

^ 


Peret. 
0.5456 
.574B 
.7258 
.7319 
.7655 
.4907 


,3610 


,6176 


Table  No.  5. — Performaiice  of  auxiliary  concrete  plant,  Pedro  Miguel,  19^1-12. 


Month. 


1911. 
July 

August 

September 

October 

November 

December 

1912. 
January 

February 

March 

AprU 

May 

June 

Totals: 

2-yard  mixers 
i-yard  mixers 


Mixers  used. 


Average 
number. 


2.96 
2.16 
3.00 
2.10 
2.78 
1.80 
2.88 
3.35 
3.00 
2.02 
2.40 
2.00 

2.00 
2.85 
2.00 
4.00 
1.73 
8.38 
1.00 
3.60 
1.00 
4.73 
1.00 
4.96 


2.14 
3.16 


Siie 
(cubic 
yards). 


2 


i 


i 


Work- 
ing 
days. 


25 
25 
27 
27 
25 
20 
26 
26 
24 
24 
25 
25 

26 
26 
24 
24 
26 
26 
25 
25 
26 
26 
25 
25 


304 
299 


Working  time 
(hours). 


Total. 


42a  00 
289.85 
445.50 
291.69 
367.00 
125.98 
446.00 
491.72 
374.00 
668.00 
318.00 
293.75 

306.42 
45a  08 
230.00 
578.83 
161.00 
427.58 
127.50 
401.50 
100.75 
617.50 
95.50 
658.50 


3,391.67 
5,294.88 


Per  day. 


16.80 
11.59 

laso 

ia80 
14.68 
6.30 
17.15 
18.91 
15.58 
27.83 
12.72 
11.75 

11.79 
17.31 

9.58 
24.12 

6.19 
16.45 

5. 10 
16.06 

3.88 
23.75 

3.82 
26.34 


11.16 
17.71 


Concrete  placed  (cubic  yards). 


Total. 


16,333 

4,059 
15,896 

4.741 
13,088 

2,301 
16,371 

8,541 
14,220 

5,423 
10,494 

4,012 

10,122 
4,960 
7,666 
5,352 
5,490 
3,967 
5,225 
4;235 
3,948 
6,645 
3,644 
6,251 


122,497 
60,487 


Per  day. 


653.32 
162.36 
588.74 
176.50 
623.52 
115.05 
629.65 
328.60 
092.50 
225.06 
419.76 
16a  48 

389.31 
190.77 
319.42 
223.00 
2U.15 
152.58 
209.00 
160.40 
161.85 
265.58 
146.76 
26a  04 


402.96 
202.30 


Pw 

mixer 
hour. 


38.9 
14.0 
35.7 
16.3 


7 
3 
7 
4 


35. 
18. 
36. 
17. 
38.0 
8.1 
33.0 
13.7 

33.3 
11.0 
33.3 

9.2 
34.3 

0.3 
4a9 
laA 
38.3 
10.8 
38.0 

9..1 


36.1 
11.4 


NoTB.— Quantities  in  above  table  are  "bucket  measuremonts." 
at  this  plant,  were  placed  in  Pedzo  Miguel  West  Dam. 


Seventy-foor  yards  of  oononte,  mixed 
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OONCBITS  rOBMS. 


The  forming  used  has  been  described  in  previous  reports,  excepting 
the  type  employed  for  the  reenf orced  concrete  guide  walls ;  these  are 
shown  in  detail  on  plate  90. 


BACK   FILLING. 


Back  filling  the  walls  at  Pedro  Miguel  was  continued  throughout 
the  year  and  the  following  accomplished : 

Table  No.  6. — Back  fXUng  Pedro  Miguel  lock  tcalU. 


Location. 


East  wall.. 
Center  wall 
West  wall.. 

Total 


Number  of  cubic  yards  of 
filling. 


This 
year. 


186,518 

21,937 

162,757 


371,212 


Previous 
years. 


50,83S 

1,434 

231,063 


283,325 


Total. 


237,366 

23,371 

303,810 


664,537 


Per  "Cent 
com- 
pleted. 


53 

11 

S5 


oS 


FHXINO   WEST   DAM. 


The  drainage  from  the  central  division  was  turned  through  the 
center-wall  culvert  at  Pedro  Miguel  on  August  15.  When  this  drain- 
age was  diverted  from  the  site  of  the  west  dam  filling  was  resumed, 
and  321,589  cubic  yards  have  been  added  in  the  past  year.  The  dam 
IS  87  per  cent  completed.  The  excavation  for  the  concrete  core  wall 
to  connect  the  dam  with  the  wing  wall  of  the  lock  was  begun  and 
is  95  per  cent  completed. 

MiSAFLOBES  Locks  and  Dams. 

« 

The  lock  excavation,  construction  of  west  dam,  erection  of  concrete- 
handling,  plant,  preparing  foundation,  and  placing  concrete  were 
continued  during  the  year. 

LOCK    EXCAVATION. 

The  total  amount  of  material  excavated  from  the  locks  in  the  fiscal 
year  was  624,747  cubic  yards,  exclusive  of  preparing  foundation. 
Of  this,  364,767  cubic  yards  were  used  for  back  filling  and  259,980 
cubic  yards  were  placed  in  the  toes  of  the  west  dam. 

Table  No.  7. — Miraflares  Lock  ewcavation, 

[Cubic  yards.] 


Month. 


July 

August 

September..... 

October 

November..... 
December..... 


1911. 


1012. 


Material  ezcayated. 


Earth. 


95,464 


9.100 
5,000 
6,111 


February. 
March.... 
Aortl..... 

jaay. . .  • . . 
June 


680 
3,1S7 


800 


Total. 


U0,351 


Rock. 


99,aoo 

84,435 

99,070 
53,014 
53,000 

73,410 

30,880 

B,0B7 

7»431 

870 


Total. 


95,464 
09.309 
93,535 
104,970 
59,135 
53,000 

7S,090 

30,067 

8,087 

8,330 

87D 


504,396        624,747 
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C0N8T8VCTI0ZT  TKACK8. 

In  addition  to  maintaining  and  moving  tracks  as  required,  39.27 
miles  of  new  construction  tracks  were  laid  in  connection  with  the 
work  at  Miraflores. 

LOCK   FOUNDATIONS. 

The  surface  of  the  rock  on  which  the  Miraflores  Locks  are  founded 
dips  rapidly  at  the  north  end  of  the  site.  The  walls  were  originally 
located  with  their  northern  extremities  resting  on  the  rock  at  an  ele- 
vation of  only  a  few  feet  below  the  desired  grade.  Subsequent 
changes  in  the  design  of  the  locks  necessitated  extending  the  walls  98 
feet  farther  north,^  which  not  only  increased  the  amount  and  depth 
of  excavation  required  to  secure  suitable  foundations,  but  added  ma- 
terially to  the  difficulties  and  cost,  in  that  the  additional  work  had 
to  be  done  in  a  confined  space  below  the  surface  water  level^  and  it 
was  necessary  to  move  a  number  of  construction  tracks  which  hs^d 
been  located  according  to  the  original  plan. 

In  performing  this  work  and  preparing  the  lower  lock  foundations 
165,145  cubic  yards  were  removed. 

Table  No.  8. — Ewcavation  /w  foundations,  Miraflores  Locks. 

[Cubic  yards.] 


Month. 


1011. 


July 

AURUSt 

September r. 

October 

Novemb^ 

December 


January.. 
February. 

March 

April 

May 

June 


1912. 


Total. 


Material  excavated. 


Earth. 


781 
5,327 


2,135 
2,009 
2,200 
6,817 
2,632 
4,031 


26,832 


Rock. 


2,420 
2,940 
2,577 
2,820 
24,988 
22,153 


20,384 
15,350 
18,065 
14,047 
9,594 
2,975 


138,313 


Total. 


2,420 
2.940 
2,577 
2,820 
25,760 
27,480 


22,519 
17,350 
20,265 
20,8r>4 
12,226 
7,906 


165,145 


OONGBETE   HANDLING   PLANT. 


The  construction  plant  consists  of  the  four  berm  and  four  chamber 
cranes  described  in  the  Annual  Report  of  1910.  The  arrangement  of 
the  cranes  at  Miraflores  has  been  altered  somewhat  from  that  origi- 
nally contemplated  as  is  shown  on  plates  91  and  92.  Instead  of  erect- 
ing two  chamber  cranes  in  each  lock  chamber  and  supplying  them 
with  concrete,  for  the  center  wall,  from  the  berm  cranes,  the  four 
cranes  were  placed  in  the  east  chambers  and  sui)plied  from  stationary 
mixing  plants,  consisting  of  two  2-cubic-yard  mixers,  located  in  open- 
ings left  in  tne  east  wall.  The  concrete  is  delivered  to  the  cranes 
by  the  narrow-gauge  equipment  used  at  Pedro  Miguel,  op^erating  over 
tracks  laid  on  the  lock  floors.  Two  cranes  were  erected  in  the  upper 
and  two  in  the  lower  chamber ;  after  completing  the  upper  lock  walls 
one  of  the  former  cranes  was  jacked  down  to  the  lower  level  and 
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at  present  there  are  three  cranes  operating  in  the  lower  lock.  The 
modified  arrangement  increased  the  output  of  the  plant  and  obviated 
the  necessity  of  lowering  all  of  the  chamber  cranes  from  the  upper  to 
the  lower  chambers. 

On  June  30,  1911,  there  were  two  berm  cranes  in  operation  at 
Miraflores.  The  other  two  were  put  in  commission  on  «July  25  and 
October  28,  respectively.  The  assembling  of  the  four  chamber 
cranes  was  not  completed  until  after  the  beginning  of  the  fiscal  year 
and  they  began  placing  concrete  on  July  13,  August  3,  February  15, 
and  March  26,  respectively.  They  were  supplied  by  two  2-cubic-yard 
mixers  located  in  the  east  wall  of  the  upper  lock ;  these  mixers  were 
removed  on  June  15,  1912,  and  subsequently  the  craijes  have  been 
served  by  a  similar  mixing  plant  installed  in  the  east  wall  of  the  lower 
lock.  In  addition  to  the  above,  an  average  of  4.24^  cubic-yard  port- 
able mixers  have  been  used  throughout  the  year,  mainly  in  construct- 
ing the  walls  in  the  f orebay  and  the  upper,  reenf orced  concrete  guide 
wall. 


PLACING  CONCBETE. 


The  aggregate  amount  of  concrete  placed  in  the  Miraflores  Locks 
in  the  past  year  is  751,540  cubic  yards,  made  up  of  729,096  cubic 
yards  of  plain  and  22,444  cubic  yards  of  reinforced  concrete.  The 
construction  and  auxiliary  plants  placed  401,079  cubic  yards  and 
350,461  cubic  yards,  respectively.  Tne  progress  is  shown  graphically 
on  plate  93,  and  the  performance  recoras  are  given  in  the  following 
tables : 

Table  No.  9. — Performance  of  benn  cranes  at  Miraflores,  Id  11-] 2. 


Date. 


1911. 

July 

August 

September.. 
October.... 
November.. 
December. . 


8 


I 


2 

9 
O 


o 

JS 


•9 
I 

s 


%  2 


4.30 


28 
28 


2.24 

3.005 

2.885 

.3.04  5.85 

4.007.00 

4.006.<V4 


J 

4.00'< 


1912. 

Janua^ 4.00'6.31 

February.... '4. 00  7.83 

March 14.00  8. 00 

April 14.00  8.00 

llay 4.007.80 

June 3.84  6.44 


Totals: 
Cranes... 
Mlzen.. 


3.58 


:6.55 


2 


25,326 
33,726 
25,340 
26,300 
19,427 
31,180 


37,054 
47,  IW 

49,584 
47,630, 
42,7641 
24,2011 


Service  time  of  cranes. 


Working  hours. 


i 


373.45 
387. 2«' 
309.07 
367.09 
373.50 
660.15 


5s 


46.87 
49.28 
22.68 
27.92 
61.00 
73.70 


502.7(^119.98 
645.15;  58.07 
670.50'  49.05 
641.17  53.44 
619.73,  53.69 
387.53'  68.28 


Hours  delay. 


53.58 
67.90 
44.94 
45.64 
45.25 
47.69 


42.001 

43.41 

41.26 

38.14 

33.81 

31.83 


I    r 

400,651   5,837.31683.86534.45 
409,65110,763.85 


I 


5.50 
4.00 
3.00 
1.00 
3.50 
6.93 


4.18 
7.00 
3.01 


4.68 
6.58 


S 
I 


I 


61.17 

97.65 

158.84 

148.34 

363.75 

136.33 

I 

I 

147.36! 

116.41 
63.23 
36.41 
77.18; 

169.84 


I 


63.43 
133.96 
109.47 
121.01 
129.00 
125.23 


§ 

3 
5 


156.73 
114.96 
233.05 
256.51 
367.74 
344.44 


504.00 
729.00 
648.00 
711.00 
864.00 
949.00 


1,063.00 
984.00 
1,059.00 
1,025.67 
1,056.83 
908.50 


47.37 1,474. 50'1,944. 51 10,512.00 

19,287.99 


Rate  per 

hour  per 

crane  (cubic 

yards). 


4 


I 

3 

O 


92.650.2 
87.4  46.3 
82.030.1 
71.4  36.8 
52.0  22.5 
55.732.0 


62.5 
73.0 
74.0 
74.4 
68.7 
62.2 


34.9 
47.9 
48.8! 
46.4; 
40.4 
26.8 


70.339.0 
38.1,21.2 


e 

o 

o 

"3 

■»•> 

£ 

is 

M 

C 

o 


0. 63.i6 
.  .V.iS7 
.  5120 

,5017 


.«7lK*i 
.7117 

.  «7fi<» 
.6372 
.50ln 


.6104 
1.5581 


1  In  flinuinff  the  efficiency  for  mixers  the  *' mixing  and  placing"  time  only  is  considered  the  working 
houn.  Quantities  In  this  table  are  "  bucket  measurement."  One  hundred  yards  of  concrete  mixed  by 
Oranes  were  placed  in  core  wall  of  west  dam. 

r.ioi:>    -IJ 12 
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Table  No.  10. — Performance  of  chamber  cranes  at  Mira flares,  1911-12, 

(Qoaatities  in  this  table  are  "Bncket  measurements."] 


Month. 


1011. 

July 

August 

September. 

October 

November . 
December.. 

1912. 

January 

February. . 

March 

AprU 

May 

June 

Total. 


1.00 
1.90 
2.00 
2.00 
1.92 
1.96 


L96 
2.S0 
8.20 
4.00 
3.90 
2.92 


2.44 


Material  placed 
(cubic  yards). 


7,722 
23,460 
27,536 
24,486 
14,782 
10,666 


4,244 

8,299 
18,024 
29.238 
32,904 
33,127 


234,6X 


7,342 


3 

o 


7,722 
23,460 
27,536 
24,486 
14,782 
10,698 


4,2«4 
8,209 
18,024 
29,238 
32,904 
40,469 


7,342241,8624,143.23 


Ser\'ice  time. 


Hours  work- 
ing. 


§9 


^^^  to 

IW 


122.90 
404.78 
413.60 
419.85 
293.91 
226.72 


105.74 
192.76 
292.77 
481.93 
633.22 
654.96 


-a* 


i 


0.50 
6.82 
1.87 
6.75 
M.46 
45.17 


16a  90 
76.51 

141.46 
96.97 
70.75 
42.01 


674.17 


Hours  delay. 


4.44 
28.45 
14.93 

5.67 
11.68 

4.34 


.92 

3.67 

11.25 


In 

MS 


11.99 
17.78 
34.83 
40.96 
32.83 
40.96 


18.59 

57.56 

111. 16 


1.34 
6.75 


33.42182.74 
27.18145.91 
24.82170.821 


16.75 

65.72 

107.38 


94.18 
174.66 
196.51 
189.49 
225.00 

13.74 


170. 77  866. 15  1, 091. 52  541. 12 


6 


2.83 
9.42 
3.68 
3.50 
8.40 
32.76 


78.67 
34.84 
72.65 
57.96 
75.27 
161.15 


01 


o 
Eh 


144.00 
474.00 
469.00 
493.50 
437.00 
457.33 


459.00 

540.00 

825.80 

1,042.50 

1,077.33 

1,067.50 


7,486.96 


Rate  per 

hour  per 

crane 

(cubic 

yards). 


f 


62.8 
57.9 
66.6 
58.3 
50.3 
47.2 


40.1 
43.1 
61.6 
60.7 
61.7 
61.8 


I 

3 

o 


t 

a 

i 

a 
I 

I 


53.60.8560 


49.5 
58.7 
49.6 
33.8 
23.4 


9.2 
15.4 
21.8 
28.2 
30.5 
37.9 


58.4  32.3 


.8683 
.8860 
.8644 
.7281 
.5945 


.5809 
.4986 
.5259 
.5553 
.5614 
.6529 


.6434 


TABI.E  No.  11. — Performance  of  auiHliary  concrete  plant  at  Mirafiores,  1911-12. 

[Quantities  used  in  this  table  are  "  Bucket  measurements. "] 


Month. 


1911. 


July 

August 

September. 

October 

November. 
December.. 


Mixers  used. 


Average 

number. 


i 


1912. 


January.. 
February. 

March 

April.... 

May 

June 


Totals: 

2-yard  mixers, 
^yard  mixers. 


1.94 
2.  GO 
2.00 
1.81 
2.00 
3.00 
2.00 
3.85 
1.83 
3.38 
1.92 
2.88 

1.61 
2.31 
2.00 
4.04 
2.00 
7.50 
2.00 
8.32 
2.88 
5.54 
2.88 
5.68 


2.09 
4.24 


Sise 
(cubic 
yards). 


i 


2 


i 


2 


Work- 
ing 
days. 


16 
25 
27 
27 
26 
23 
26 
26 
24 
24 
26 
25 

23 
26 
24 
24 
26 
26 
25 
25 
26 
26 
26 
25 


hS!S°honS?     Concrete  placed  (cubic  yards). 


(mixer  hours). 


Total. 


180.42 
420.20 
373.80 
307.83 
379.73 
425.15 
378.01 
684.50 
228.(0 
541.25 
190.30 
401.25 

95.62 
364.50 
151.92 
591.59 
312.99 

1,191.43 
448.  t8 

1,341.50 
554.18 
986.00 
526.65 
887.00 


293 
302 


3.820.85 
8,042.20 


Per 
day. 


11.28 
16.81 
13.84 
11.40 
15.19 
18.48 
14.54 
24.40 

9.53 
22.55 

7.32 
16.05 

4.16 
14.02 

6.33 
24.65 
12.04 
45.82 
17.95 
53.66 
21.31 
36.00 
21.07 
35.48 


13.04 
26.63 


Total. 


7,768 

6,147 
23,512 

3,718 
27,874 

4,927 
26,406 

9,058 
15,536 

6,9C0 
12,322 

5,296 

6,360 

5,605 

9,()82 

8,402 

20,404 

15,310 

30,596 

18,097 

36,486 

36,504 
8,892 


253,450 

104.411 


Per  day. 


485.60 
206.88 
870.80 
137.70 

1,114.96 
214.22 

1,015.61 
348.38 
647.33 
290.00 
473.92 
211.84 

276.52 
215.58 
403.42 
350.08 
784.77 
5^8.85 

1,223.84 
723.88 

1,403.31 
499. 96 

1,460.16 
355.68 


865.02 
345.73 


Per 
mixer' 
hour. 


43.1 
12.2 
62.9 
12.1 
73.4 
11.6 
60.9 
14.3 
67.9 
12.9 
64.7 
13.2 

66.5 
15.4 
63.7 
14.2 
65.2 
12.9 
68.6 
13.6 
06.9 
13.9 
09.3 
10.0 


66.3 
13.  U 
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Table  No.  12. — Concrete  and  fixed  irana  placed  in  Paoiflo  looks. 


Concrete  (cabio  yards). 

FixBd  irons 

Plain. 

Reinforoed. 

Total. 

(pounds). 

Fiedro  Miguel: 

Thisvear 

Provious  years 

134,103 
664,670 

48,677 

3f» 

182,870 
666,055 

2,376,472 
7,063,915 

Total 

798,863 

49,062 

847,925 

9,440,387 

MIiafloreB: 

This  year 

720,096 
274,563 

22,444 

751,540 
274,563 

5,962,085 

Previous  years 

Total 

1,003,650 

22,444 

1,026,103 

6,962,085 

CONCRETE   FOBM8. 


The  forming  is  similar  to  that  used  at  Pedro  Miguel  and  has  been 
described  and  illustrated  in  previous  reports. 


WEST  DAM. 


The  hydraulic  filling  was  completed  on  December  4,  1911 ;  it  con- 
tains 625,048  cubic  yards,  of  which  78,316  cubic  yards  were  pumped 
into  the  dam  in  the  past  year.  Dry  filling  has  continued  throughout 
the  year,  and  at  present  the  work  consists  in  covering  the  hydraulic 
fill  with  dry  material.  The  dam  is  87  per  cent  completed.  The  prin- 
cipal part  of  the  remaining  work  is  the  connection  between  the  north 
end  of  the  present  work  and  the  lock  wall,  over  the  space  now  occu- 
pied by  the  west  storage  trestle  and  crane  tracks. 


BACK  FILLINCi. 


Back  filling  the  lock  walls  has  been  continued  with  material  from 
the  lock  and  prism  excavation  as  follows: 


Table  Xo.  13. — R(wk  filling  Mirafiorat  lock  walls. 


Location. 


Number  of  cubic  yards  of 
fllllnK. 


This 
year. 


EastwaU I   315,487 

Oenterwall '       7,912 

WertwaU I    127,287 


Previous 
years. 


ToUl. 


I 


450,686 


68,121 

'i6s,'486' 

174,601 


Total. 


383,606 

7,912 

233,767 

625,287 


Percent 
com- 
pleted. 


42 

3 

29 

32 
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DBT  BXOAVATIOir  IN  PBISM. 


The  excavation  by  steam  shovels  in  the  channel  between  Pedro 
Miguel  and  Miraflores  and  south  of  the  latter  was  continued.  The 
details  are  given  in  the  following  table: 

Table  No.  14. — Excorvation  in  canal  prism. 


Month. 


1911. 

July ., 

August 

September 

October 

November 

December 

1912 

January 

I^bruary 

March 

April 

iSy 

June 

Total 


Material  excavated  (cubic 
yardfl). 


Earth. 


43,799 
4,811 
9,924 
5,070 

11,471 
9^700 


10,902 
29,376 
64,299 
62,838 
74,610 
86,688 


411,987 


Rock. 


49,853 
27,173 
18,020 
7,707 
26,340 


37,504 
41,271 
64,651 
89,916 
65,563 
34,500 


452,488 


Total. 


43,799 
54,164 
37,097 
23,090 
19,178 
36,040 


48,406 
70,646 
118,060 
152,764 
140,163 
120,188 


864,475 


Out  of  a  total  of  1,792,286  cubic  yards  excavated  in  the  first  dis- 
trict, 107,753  cubic  yards  were  removed  by  hand  and  1,684,533  cubic 
yards  by  steam  shovels.  The  following  two  tables  give  in  detail  the 
performance  of  steam  shovels: 


Table  No.  15. — Performance  of  steam  shovels  at  Pedro  Miguel, 


Month. 


1911. 

July 

August 

September. . . 

October , 

November. . . 
December.... 

1912. 

January 

February 

March 

April 

May 

June 

Total.. 


Averafce 

number 

of  shovels 

working. 


1.44 
1.63 
1.32 
1.07 
1.13 
1.92 


1.92 
2.29 
2.42 
3.12 
3.42 
3.24 

2.06 


Hours 
under 
steam. 


296 
336 
284 
224 
224 
384 


400 
440 
604 
624 
712 
648 

6,076 


Hours 
working. 


77.78 
78.67 
81.25 
66.50 
68.33 
116.83 


125.67 
126.67 
169.58 
229.83 
225.17 
179.08 

1,534.36 


Material  loaded  per  month 
(cubic  yaitls). 


Earth. 


10,503 
25,531 


4,330 

5,161 

10,000 


21,540 
38,990 
43,108 
75,479 
72.145 
36,627 

343,409 


Rock. 


5,228 


V,  oW 

4,830 
5,129 
3,498 


28,084 


Total. 


15,731 
25,531 

V,uVlv 

9,160 
10,290 
13,498 


21,640 
38,990 
43,103 
75,479 
72,145 
36,627 

371,493 


Average 

per  hour 

under 

steam. 


53.16 
75.98 
33.09 
40.89 
45.94 
35.15 


53.85 
88.61 
85.52 
120.96 
101.33 
56.53 

73.18 


RaldfUl 
(indies). 


6.36 
5.43 
8.31 
12.92 
7.49 
1.82 


.00 

.22 

.02 

4.23 

6.32 

9.69 

62.81 
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Table  No.  16. — Performance  of  steam  shovels  at  Miraflores, 


Month. 


Average 

number 

of  shovels 

working. 


1911. 

July :. 

August 

September.. 

October 

November. . 
December. . , 

1012. 

January 

February. .. 

March 

April 

May 

June 

Total. 


6.64 
8.30 
7.60 
7.39 
7.80 
7.72 


5.81 
6.00 
6.23 
6.40 
5.69 
6.20 


6.81 


Hours 
under 
steam. 


1,804 
2,264 
2,080 
2,296 
2,172 
2,048 


1,606 
1,560 
1,792 
1,812 
1,764 
1,804 


23,092 


Hours 
working. 


430.42 
520.08 
460.67 
468.00 
418.58 
434.17 


398.67 
371.58 
401.92 
390.58 
387.50 
467.92 


5,141.09 


Material  loaded  jter  month  (cubic  yards). 


Earth. 


128,760 

4,311 

19,024 

5,740 

17,582 

13,589 


10,532 
10,787 
22,116 
7,009 
26,898 
54,205 


320,553 


Rock. 


123,631 

102,209 

114,710 

79,558 

94,174 


123,374 
75,477 
71,203 

103.544 
70.107 
34,500 


992,487 


Total. 


128,760 
127,942 
121,233 
120,450 
97,140 
107,763 


133.906 
86.264 
93.319 

110,553 
97,005 
88,705 


1,313,040 


Average 

per  hour 

under 

steam. 


71.37 
56.51 
58.28 
52.46 
44.71 
52.61 


78.95 
55.29 
52.06 
61.23 
54.99 
49.17 


56.86 


Raintall 
(inches). 


6.83 
7.06 
8.30 
9.71 
9.34 
1.40 


.00 

.34 

.00 

4.79 

7.60 

7.51 


62. 7S 


MINING. 


The  following  mining  work  was  perfonrted  in  connection  with  the 
excavation  in  the  first  (Sstrict : 


Item. 


Unit. 


.do. 


Drilling  with  power  drills ,  Linear  feet. 

DrilUng  with  hand  drills do 

Average  number  of  feet  drille<l  per  cubic  yard  of  material 

excavated. 

Explosives  used 

Average  number  of  pounds  of  dynamite  used  per  cubic 

yard  of  material  excavated. 


Oroeetons. 
Poundfi . . . 


Pedro 

Miguel. 


107,365 
.'27' 


8.23 
.05 


Mir». 
floras. 


668,425 
.*48' 


159.10 
.26 


TotaL 


776,790 
.*43 


167.33 
.21 


KLFXTRICAL   DEPARTMENT. 


[H.  K.  Smith,  electrical  superintendent.] 

The  electrical  department  is  charged  with  the  operation  and  main- 
tenance of  all  electrical  equipment  on  the  Pacific  division,  which  in- 
cludes the  Miraflores  power  plant;  Miraflores  and  Balboa  substa- 
tions; the  various  crane,  pump,  and  crusher  motors,  aggregating  a 
total  horsepower  of  approximately  7,000;  approximately  10  miles  of 
pole  tran.smission  lines;  and  a  division  telephone  system  of  75  tele- 
phones. - 
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Second  District. 

DREDGINO9  BALBOA  SHOPS,  AND  SHIP  WATS. 
[W.  6.  Comber,  resident  engineer.]       « 
Dredging. 

The  following  dredges  were  operated  during  the  year  : 

Table  No.  17. — Pacific  division  dredges. 


Name. 

Type. 

Uemarks. 

Cnlebra 

Suction  dredm  fseaeoine) 

Out  of  commission  39  days  for  repairs. 
Out  of  commission  38  davs  for  repair:. 
Out  of  commission  13  days  for  repairs. 
Out  of  commission  19  days  for  repairs. 
Out  of  commission  46  days  for  repairs. 
Out  of  commission  13  days  for  repairs. 

Cardenas 

5-vard  dipper  dredge 

Gopher 

French  laoder  dredge  (marine) 

French  ladder  dredse 

Badfler 

Mote. 

French  ladder  dredge  (marine) 

French  ladder  dredge 

Marmot 

Corocal 

Ladder  dredee 

Out  of  commission  52  days  for  repairs. 

DBEDGE  "  COROZAL." 


The  Corozal  is  a  self-propelling  center  ladder  dredge  recently 
purchased  from  Messrs.  William  Simons  &  Co.,  Renfrew,  Scotland, 
and  was  delivered  at  BaJboa  by  the  contractor  on  March  27,  1912. 
The  hull  is  built  of  steel  and  has  a  length  over  all  of  268  feet  9  inches, 
a  length  at  load  water  line  of  239  feet,  and  a  molded  breadth  of  45 
feet.  The  draft  light  is  14  feet  4  inches,  and  17  feet  4  inches  when 
loaded  with  1,200  tons  of  spoil  and  100  tons  of  coal. 

The  dredge  is  designed  to  excavate  mud  or  sand  at  the  rate  of 
1 ,200  cubic  yards  per  Tiour  from  a  depth  of  aO  feet,  and  to  discharge 
the  spoil  direct  into  hoppers  of  1,020  cubic  yards  capacity  or  into 
barges  alongside.  Two  sets  of  39  buckets  are  provided ;  one  set  with 
a  capacity  of  54  cubic  feet  per  bucket  is  to  be  used  in  soft  material, 
the  other  set  with  a  capacity  of  34  cubic  feet  per  bucket  is  intended 
for  digging  rock.  The  speed  of  dredging  is  between  18  and  14  buckets 
per  minute. 

The  boiler  plant  consists  of  two  cylindrical  multi-tubular  boilers, 
with  a  heating  surface  of  2,022  square  feet  each,  and  a  grate  area  or 
66  square  feet  each,  supplying  steam  at  a  pressure  of  180  pounds  per 
square  inch  to  two  triple-expansion  engines  with  cylinciers  17,  27, 
and  43  inches  in  diameter  and  a  stroke  of  27  inches.  Each  engine 
develops  about  930  horsepower,  and  by  the  use  of  proper  clutches 
can  be  made  to  propel  the  vessel  or  to  operate  the  dredging  mecha- 
nism. The  arrangement  of  gears  allows  three  different  speeds  when 
dredging.  There  are  two  condensers  with  a  cooling  surface  of  1,565 
square  leet  each,  two  air  pumps,  two  centrifugal  c^irculating  pumps, 
and  two  feed  pumps.  The  dredge  is  provided  with  winches  tor 
maneuvering,  and  for  raising  and  letting  go  anchors.  There  are 
two  independent  engines  direct-connected  to  dynamos  for  generating 
electricity  for  lighting  the  ship  above  and  below.  The  dredge  is 
fitted  with  its  own  refrigerating  plant.  Exhaust  steam  from  all 
auxiliary  engines  can  be  taKen  to  either  condenser  in  the  engine  room. 

A  bridge  with  navigating  house  is  provided  near  the  middle  of 
the  vessel,  which  contains  a  combined  hand  and  steam  steering  gear, 
a  binnacle  compass,  and  repeating  telegraph  to  the  engine  room. 

Ke  navigating  house  is  also  provided  with  a  repeating  telegraph 
\^  ladder  hoisting  winch  and  to  the  forward  and  after  winches. 
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The  two  propellers  are  of  cast  iron,  9  feet  8  inches  in  diameter,  with 
12  feet  pitch.  When  fully  loaded  the  dredge  is  capable  of  steaming 
at  the  rate  of  10  knots  an  hour,  and  covered  the  distance  from^  the 
builders'  yard  to  Balboa,  12,064  miles,  in  96  days'  actual  sailing  time. 

The  CorozdL  started  work  in  the  canal  on  April  11, 1912. 


MOVEMENT  OF  DSEDOES. 


The  CvHebra  was  engaj^ed  in  deepening  the  channel  between  Sta- 
tions 2110  and  2480,  and  m  maintaining  the  channels  to  the  shipways 
aiid  Panama  Railroad  docks. 

The  Cardenas  operated  in  the  channel  between  Stations  2100  and 
2270,  removing  both  earth  and  rock;  it  was  also  employed  in  main- 
taining the  berths  at  the  sand  dock,  and  in  excavating  a  channel  to 
Flamenco  Island. 

The  Gopher  was  engaged  throughout  the  year  in  procuring  sand 
for  concrete  work. 

The  Badger  was  employed  in  deepening  the  channel  from  Stations 
2131  to  2151,  which  includes  a  rock  shoal,  and  in  dredging  a  portion 
of  the  terminal  basin  at  Balboa. 

The  Mcie  dredged  during  the  greater  portion  of  the  year  on  rock 
shoals  between  Stations  2186  and  2229,  rempving  rock  broken  by  the 
rock-breaking  plant. 

The  Marmot  worked  between  Stations  2125  and  2236,  dredging 
both  earth  and  rock.    It  also  maintained  the  Union  Oil  Co.'s  berth. 

The  Corozal  was  put  in  commission  on  April  11,  and  has  been 
dredging  rock  and  hard  clay  from  the  channel  between  Stations 
2206  and  2215. 

The  monthly  output  of  all  dredges,  except  the  Gopher^  was  as 
follows : 


Table  No.  18. — Dredging  output,  Tacific  division, 

[Cubic  yards.] 


Month. 


19U. 

July 

August , 

September 

October , 

NoTsmber 

December , 

1912. 

January , 

Februvy 

March 

April 

May 

June 

Total 


Culebra. 


213,448 
213,261 
259,755 
209,244 
211,428 
10,498 


198,641 
252,143 
267.542 
230,878 
100,251 
187,208 


Cardenas. .    Badger. 


83,547 
49,454 
32,448 
23,572 
38,544 
32,150 


31,912 
27,246 
27,312 
21,851 
11.850 
19,250 


89,789 

101,426 

90,315 

41,341 

116,194 

137,771 


03.563 
47,590 
87.116 
109,630 
59,308 
51,866 


2,414.29; 


399,136       1,025,779 


Mole. 


21,700 
13,060 
12,060 
19,950 
7,360 
14,660 


17,400 
18,596 
17,801 
17,860 


14,415 


174,822 


Marmot. 


124,193 
111,408 
90,971 
11,768 
40,102 
26,  ni 


23,062 
26,306 
14,252 
17,488 
15,858 
14,733 


516,242 


Corozal. 


14,841 

115,061 

23,724 


TotaL 


532,667 
488,600 
486,530 
306,866 
413,618 
221,180 


364,668 
371,881 
414,023 
412,448 
382,328 
311,196 


153,626     4,683,902 


NoTE.^Tbe  total  Padflo  division  dredging  output  was  distributed  aa  follows:  Dredging  inside  of  canal 
prism,  3,884,287  cubic  yards;  dredging  outalae  ofcanal  prism,  790,016  oabio  yards;  total,  4.683,902  cubic 
yards. 

At  the  close  of  the  fiscal  year  the  estimated  amount  of  material  to 
be  dredged  from  the  channel  south  of  the  Miraflores  locks,  including 
an  estimate  for  siltage,  is  4,194,059  cubic  yards. 
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BOCK  EXCAVATION. 


South  of  Station  2142  the  rock  found  in  the  canal  section  lies  in 
separate  shoals  of  relatively  small  area  and  volume,  and  is  being 
removed  by  subaqueous  methods.  The  table  following  shows  the 
location  and  extent  of  the  shoals  that  have  been  developed  as  the 
work  progressed,  and  the  amount  of  rock  removed  during  the  year : 

Table  No.  19. — Subaqveous  rock  excavation. 


July 

August 

S?ptembcr. 

•Oitober 

November. 
December. , 


Janu&iy. . 
February. 
Marcb. . . 

April 

May 

June 


Month. 


Total. 


1911. 


1912. 


Station  location  (method  of  breaking). 


Teredo. 


2190 

2190,2195 

2195,2200 

2170,2175,2195. 

2175 

2175.2150 


2175 

2175,  2180,  2200. 

2200,2270 

2270 , 

2270 

2270 , 


Vulcan. 


2180 

2180,2230 

2200 

2150, 2225,  2230. 

2150 

2180 


2180 

2180 

2180, 2150. 

2150 

2150,2225. 
2225,2250. 


Area  bro- 
ken (square 
feet). 


92,916 
86,684 
81,396 
48,990 
60,930 
62,929 


72.019 
60,226 
68,789 
64,360 
46,845 
44,525 


799,609 


Volume 

excavated 

(cubic 

yards). 


5,675 
13,425 
21,187 
28,700 
33,975 
48,030 


35,745 
51,922 
38,436 
24,824 
78,501 
31,787 


410,216 


Two  methods  were  employed  to  break  the  rock  for  dredging,  viz, 
drilling  under  water  with  a  drill  scow,  and  breaking  below  water 
with  a  Lobnitz  rock  breaker;  the  former  method  requires  the  use  of 
explosives. 


OPERATION  OF  DBILL  BABOE. 


The  drill  barge  Teredo  operated  throughout  the  year  except  when 
laid  up  for  minor  repairs.  Three  drills  have  been  operated  on  two 
10-hour  shifts^  and  the  performance  is  shown  in  the  table  following: 

Table  No.  20. — Performance  of  drill  barge  Teredo, 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

March 

April 

May 

June 

Total 


Drilling. 


Linear 
feet. 


23,580 
20,610 
13,717 
12,744 
9,051 
9,  Mi 


11,064 
14,031 
10,844 

9,175 
10,372 

8,779 


153,819 


Hours 
worked. 


1,090 
1,132 
1.002 
1,122 
1,100 
1,159 


1,204 
1,096 
755 
1,216 
1,190 
1,141 


13,207 


Feet  per 
hour. 


21.64 
18.20 
13.09 
11.36 
8.23 
8.49 


9.19 
12.80 
14.36 
7.55 
8.71 
7.60 


11.64 


Blasting. 


Number 
of  holes 
blasted. 


1,339 
1,358 
934 
638 
420 
521 


687 
971 
631 
436 
596 
465 


9,016 


Dyna- 
mite used 
(l>ounds). 


42,217 
41,464 
31,260 
39,259 
21,325 
19.920 


24,950 
34,380 
26,800 
27,720 
29,510 
24,850 


363,655 


Dredging. 


Area 
covered 
(square 

feet). 


36,120 
40,412 
21,020 
15.950 
10.500 
13.025 


16.905 
24;  210 
15,765 
11,400 
14,900 
12,875 


236,082 


Cubic 
yards.^ 


26,585 
31,707 
12,951 
11,815 
8,347 
9.11« 


10,739 

13,005 

10,02s 

8,496 

9,625 

8,489 


160,9a3 


1  Figures  show  theoretical  cubic  yards  br  okon  and  subsequently  dredged  when  convenient. 
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OPERATION  OF  LOBNnZ  BOCK  BBEAKEB. 


The  rock  breaker  Vulcan^  described  in  the  annual  report  for  1910, 
was  in  commission  during  the  entire  year  excepting  delays  for  minor 
repairs.  It  has  been  operated  on  one  10-hour  aiiif  t  to  avoid  changing 
rams,  which  would  be  necessary  on  account  of  the  range  of  tides  for 
two  shifta 

Table  No.  21. — Performance  of  rock  hreaker  Vulcan. 


Manth. 


1911. 

July 

August 

September... 

October 

November. . . 
December 


Rock  breaker. 


Number 
of  holes. 


1912. 

January 

February 

Kait!h 

April 

May 

June 


Total. 


3,494 
2,859 
3,586 
2,065 
3,802 
3,119 


3,454 
2,251 
3.314 
3,310 
2,899 
2,645 


Number 
of  blows. 


36,798 


16,124 
11,885 
14,261 
10.260 
15,906 
15,406 


13,278 
9,896 
17,769 
17,983 
16,146 
13,374 


173,289 


Total 
penetra- 
tion 
(feet). 


11,919 
10,453 
12,367 
6,737 
14,126 
16,278 


11,516 

8,100 

13,076 

13,021 

9,848 

8,603 


135,943 


Blows 
per  hole. 


4.61 
4.16 
3.98 
4.97 
4.18 
4.94 


3.84 
4.89 
5.36 
5.43 
5.57 
5.06 


4.68 


PenetiBp 

tionx>er 

blow 

(feet). 


0.74 
.88 
.87 
.66 
.89 

1.06 


.87 
.82 
.74 
.72 
.61 
.64 


.79 


Penetra- 
tion per 
hole 
(feet). 


3.41 
3.66 
3.46 
3.26 
3.72 
5.22 


3.33 
3.59 
3.95 
3.93 
3.40 
3.21 


Dx^dgea. 


Area  cov- 
ered 
(square 
feet). 


3.69 


56,796 
46,272 
57,376 
33,040 
59,430 
49,904 


55,114 
36,016 
53,024 
52,960 
31,945 
31,740 


563,617 


Cubic 

yards 

dredged  .1 


6,945 
6,313 
7,335 
3,997 
8,355 
9,653 


6,668 
4,806 
7,546 
7,724 
4,032 
3,777 


77,156 


1  Figures  show  theoretical  cubic  yards  broken  and  subsequently  dredged  when  convenient. 

Sand  for  Concrete. 

Sand  for  the  lock  masonry  and  other  concrete  construction  is  ob- 
tained from  Chame  Bay,^ located  about  20  miles  up  the  coast  from 
Balboa.  It  is  dredged  with  the  ladder  dredge  Gopher^  loaded  into 
barges  of  5(X)  cubic  yards  capacity,  towed  to  Balboa,  and  transfemnl 
to  bins  by  rapid  unloadins:  cranes;  from  the  bins  it  is  loaded  by 
gravity  into  cars  and  transported  to  the  storage  piles  at  the  lock 
sites  or  to  such  other  points  as  desired. 

Table  No.  22. — Band  produced,  performance  of  dredge  Gopher, 


Month. 


July 

August 

BepteniN>r, 
Octob«»r. . . , 
Novemlicr. 
Decwnlier. , 


1911 


Cubic  yards  of  sand  produced. 


1912 

January 35,986 

February 

March 

A  prll 

May 

June 

Total 


Placed  In 

Atlantic 

storage. 

division. 

32.179 

146 

39.K20 

861 

3K.635 

378 

43.678 

946 

33,737 

751 

40,177 

1,092 

35,966 

11,484 

36.667 

9.438 

39.835 

9,090 

48.388 

230 

63.265 

188 

57,240 

290 

509,587 

34,904 

OOxt^     Total 


etc. 


"I 


1,589 
848 

1,105 
910 

1,315 
932 


2,837 
2,284 
2.213 

2.627 
2.188 
2,008 

20,866 


33,914 
41,029 
40,118 
45,534 
35,803 
42.201 


50,287 
48,389 
51,138 
51,245 
65,641 
69,53H 

564,837 
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BAxaoA  Bxora  asd  SBinrATS. 


All  necessary  running  repairs  have  been  made  to  the  plant  and 
floating  equipment.  No  new  equipment  was  asBemfoled  or  erected 
during  the  year. 


RENEWALS   AND  BEPAUfi. 


Dredge  CxAebra:  In  addition  to  running  repairs,  the  hull  was 
cleaned  and  painted;  the  bilge  pipe  line,  propellers,  ahd  suction 
pipes  were  renewed;  a  sand-excluding  device  was  installed  on  the 
starboard  propeller  shaft,  and  the  machinery  given  a  general  over- 
hauling. ^ 

LADDER  DREDGES. 

Marmot:  Cleaned  and  painted  hull;  put  in  new  cesspool  wheel  and 
overhauled  tumbler  wheel,  winch  engines,  and  boiler.  Badger: 
Cleaned  and  painted  hull;  repaired  bucket  ladder  and  chute;  in- 
stalled new  shaft,  bedplates  lor  tumblers,  new  line  of  manganese 
steel  buckets  and  bucket  rollers.  Gopher:  Cleaned  and  painted  hull ; 
repaired  hull,  bucket  ladder,  and  chute ;  installed  new  bucket  rollers. 
Mole:  Cemented  hull;  forged  new  anchor  stock;  repaired  injector 
pipe  and  overhauled  winches  and  deck.  Corozal:  Cleaned  and 
painted  hull ;  altered  copper  piping ;  fitted  fender  guards  for  chute 
ratchet  wheel ;  repaired  top  shaft  and  installed  fore-and-aft  winches 
for  heaving  scows. 

MISCELLANEOUS. 

All  tugs,  scows,  barges,  and  small  boats  were  kept  in  good  order, 
and  numerous  repairs  were  made  for  the  Panama  Railroad  Co.,  com- 
mercial vessels  entering  the  port  of  Balboa,  and  for  other  depart- 
ments and  divisions. 

Wharf  CoNSTBncnq^. 

The  reenforced  concrete  dock  constructed  for  the  Panama  Rail- 
road Co.  and  described  in  the  last  annual  report  was  completed 
during  the  year,  including  the  back  filling.  The  dredging  in  front  of 
the  wharf  is  not  yet  completed,  but  has  progressed  sufficiently  to 
admit  docking  vessels  for  a  length  of  575  feet. 

Table  No.  23. — Progress  in  sinking  caissons,  Panama  Railroad  dock. 


Caisson  No. 


22- B.. 

24-D.. 

24-C.. 

2^A. 

23-A., 

23-B. 

19-A. 

24-B.. 

24-A.. 

l^A.. 

U-A., 

11-B., 

10-B.. 


Date  of 
starting. 


1911 
Har.  26 
Apr.  11 
Apr.  21 
May  12 
May  23 
May  26 
June  7 
June  2 
June  8 
June  12 
June  13 
June  15 
June  17 


Date  at 
rock. 


1911 
July  21 
Aug.  2 
Dec.  4 
July  7 
Nov.  11 
Aug.  10 
Sept.  30 
Dec.  6 
Dec.  4 
July  20 
July  15 
Aug.  10 
July  27 


Eleva* 

tion  of 

rock* 


62.00 
6L42 
60.00 
61.17 
58.00 
61.17 
59.75 
59.42 
59.00 
62.17 
61.75 
60.17 
60.50 


Rate  of  progres9. 


Penetra- 
tion 
(Feet). 


2.06 

4.58 

12.50 

.08 

11.00 

6.25 

25.58 

15.00 

12.17 

32.17 

17.00 

42.84 

27.08 


Houis 

at 
work. 


41 

85 

263 

5 

HI 

116 

222 

201 

178 

120 

79 

178 

157 


Penetra- 
tion per 
hour. 


0.061 
.054 
.048 
.016 
.  tnlv 
.054 
.115 
.075 
.068 
.268 
.215 
.240 
.172 
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Table  No.  T&.-^Progress  in  sinking  oaitsonst  Panama  BaUroad  dooX^-^ontlnued. 


Caisson  No. 


1911 
June  21 
June  29 
July  6 
July 
July 
July  20 
July  22 
July  27 
July  " 
July 
Aug. 
Aug. 
Aug. 
Aug. 
Aug.  10 
Aug.  15 
Aug.  15 
Aug.  23 
Aug.  25 
Aug.  29 
13-A Aug.  30 


0-B... 
12-B.. 
♦-A... 
10-A.. 
6-A... 
6-A... 
8-A... 
7-A... 

a-A... 

2-B... 
»-B... 

a-c... 

4-B.., 
8-B... 

S-B... 
7-B... 
6-B... 

8-A... 
13-B.. 


14-A 
19~B 
Ig-A 
1&-A 
IS-B 
14-B 
17-A 
17-B 
16-A 
1£-B 
16-B 


Date  of 
starting. 


10 
14 


29 

29 

1 

3 

7 
7 


Sept.  6 
Sept.  8 
Sept.  18 
Sept.  20 
Sept.  25 
Oct.  2 
Oct.  4 
Oct.  6 
Oct.  14 
Oct.  31 
Nov.  15 


Date  at 
rook. 


1911 
July  29 
Aug.  17 
July  26 
Aug.  5 
Aug.  4 
Sept.  8 
Aug.  12 
Aug.  28 
Sept.  27 
Aug.  26 
Aug.  18 
Aug.  25 
Aug.  29 
Oct.  5 
Oct.  10 
Sept.  30 
Oct.  11 
Nov.  4 
Sept.  27 
Oct.  5 
Nov.  16 
Dec.  10 
Sept.  24 
Oct.  20 
Dec.  14 
Oct.  26 
Oct.  IS 
Nov.  2 
Nov.  23 
Oct.  31 
Nov.  23 
Dec.  23 


Eleva- 
tion of 
rock. 


52.00 
69.58 
56.00 
62.83 
57.00 
63.33 
54.50 
59.50 
57.67 
57.67 
53.58 
54.00 
54.75 
60.92 
64.08 
55.67 
59.50 
59.25 
59.25 
62.06 
60.00 
60.00 
60.58 
60.83 
60.25 
60.83 
61.42 
59.17 
59.25 
61.06 
60.33 

fiaoo 


Rate  of  progress. 


Penetra> 

tlon 
(Feet). 


41.83 
57.41 
56.07 
50.83 
54.50 
59.33 
54.67 
54.00 
57.58 
55.84 
52.58 
52.75 
51.42 
58.92 
60.01 
52.  <^ 
57.51 
56.25 
57.00 
66.58 
65.17 
66.00 
61.44 
62.84 
66.58 
66.69 
63.50 
61.50 
58.76 
65.33 
50.33 
60.17 


Hours 

at 
work. 


165 
866 

207 
372 
237 
440 
283 
309 
364 
306 
273 
264 
255 
510 
458 
326 
366 
422 
312 
321 
623 
473 
227 
401 
284 
376 
236 
390 
371 
238 
299 
424 


Penetra- 
tion per 
hoar. 


a270 
.162 
.274 
.218 
.230 
.136 
.193 
.176 
.163 
.181 
.193 
.200 
.201 
.116 
.133 
.162 
.157 
.133 
.183 
.207 
.125 
.139 
.270 
.157 
.234 
.174 
.270 
.158 
.158 
.274 
.198 
.142 


Ralboa  Terminals. 


SUBVETS    and    borings. 


Preliminary  surveys  and  boring  were  made  to  determine  the  loca- 
tion of  the  terminal  docks,  basin,  coaling  station  and  dry  dock. 
Subsequent  to  the  approval  of  the  general  plans  for  terminals  370,607 
cubic  yards  have  been  dredged  from  the  basin. 

DRY  excavation. 

Tq  provide  space  for  the  dry  dock  and  terminal  shops  it  will  be 
necessary  to  excavate  about  295,000  cubic  yards  from  the  northwest 
face  of  Sosa  Hill.  This  work  was  begun  with  one  steam  shovel  on 
June  12,  and  a  second  shovel  will  be  cut  in  as  soon  as  one  is  available. 
The  excavated  material  is  used  for  filling  the  sites  of  the  shops  and 
terminal  yards;  23,140  cubic  yards  were  removed  prior  to  June  30, 
1912. 

Miscellaneous. 


COBUNDU  river  DIVERSION. 


In  order  that  the  tidal  swamp  between  Ancon  and  Soea  Hills  might 
be  filled,  it  was  necessary  to  aiveit  the  Corundu  River  through  the 
site  of  the  old  Sosa-Corozal  Dam.  This  was  done  by  excavating  a 
suitable  channel  with  an  orange-peel  dredge. 
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Third  District, 
municipal  and  sanitary  work. 

[P.  Cotton,  assistant  engineer.] 
Municipal  Enoineebing. 

This  department  operates  and  maintains  cei^tain  permanent  plants 
and  makes  all  municipal  improvements  within  the  division,  including 
the  city  of  Panama.  The  permanent  plants  are  the  Ancon  and 
Cocoli  pumping  and  filtration  stations  and  the  Rio  Grande  and 
Cocoli  reservoirs. 

■ 

ANCON   PUMPING   AND   FILTBATION    STATION. 

There  were  no  changes  made  in  this  station,  which  is  described 
in  previous  reports.  It  was  maintained  in  good  running  order  and 
the  cost  is  shown  in  Table  No.  24. 


COCOLI   PUMPING    AND   FILTBATION    STATION, 
t 

This  station  was  installed  for  the  purpose  of  pumping  sufficient 
water  from  the  Cocoli  reservoir  to  make  up  the  deficiency  m  the  Rio 
Grande  supply,  and  was  described  in  the  last  annual  report.  The 
constantly  increasing  consumption  necessitated  adding  two  pumps 
to  the  equipment  ourinff  the  past  year.  These  supply  the  mam 
through  separate  10-inch  pipes  and  are  three-stage,  motor-driven 
centrifugal  pumps  with  a  capacity  of  1,500  gallons  per  minute  each 
against  a  head  of  300  feet.  They  are  direct  connected  with  200- 
horsepower,  three-phase,  25-cycle  motors,  and  since  they  began  opera- 
tion the  Cocoli  reservoir  has  supplied  71  per  cent  of  the  total  amount 
of  water  consumed.    The  cost  or  operation  is  given  in  Table  No.  25. 

BIO  GBANDE  AND  GOCOLI  BESEBVOIBS. 

These  reservoirs  supply  Culebra  and  all  points  south,  including  the 
city  of  Panama,  with  water  for  both  domestic  and  construction  pur- 
poses. The  Cocoli  supply  enters  the  Rio  Grande  main  at  Miraflores. 
The  consumption  has  steadily  increased  each  year  since  the  system 
was  installed,  as  shown  in  Table  No.  26. 

Table  No.  24. — Details  of  work  and  cost,  Ancon  pumping  and  filtration  station. 


Month. 


1911. 

July 

August 

September. 

October 

November. 
December.. 

1912. 
January..., 
February.. 

March. 

AprU. 

May 

Juno 

Total 


Water 
pumped 
(gallons). 


14,908,000 
IS,  080, 000 
12,287,000 
13,608,000 
12,642,000 
13,534,000 


15,A14,000 
13,306,000 
10,690,000 
11,497,000 
13.978,000 
14,119,000 


Cost  of  pumping. 


Labor. 


1407.06 
334.96 
316.76 
350.83 
240.56 
25L70 


243.44 
286.29 
212.83 
248.23 
28L87 
159.82 


158.902.0003,334.35 


Mate- 
rial. 


1636.83 
525.93 
493.77 
619.96 
48L35 
527.93 


546.76 
644.07 
584.68 
586.66 
686.37 
483.27 


6,716.57 


Total. 


SI,  043. 88 
860.91 
810.53 
970.79 
72L91 
779.63 


790.19 
SCO.  86 
707.50 
833.89 
968.24 
64C09 


10,060.92 


Per 

IJOOd 

gal- 

lODS. 


SO. 0700 
.0668 
.0660 
.0719 
.0671 
.06761 


.0609 
.0624 
.0753 
.0725 

,oeo3 

.0455 


,0632 


Water 

filtered 

(gaUons). 


60,047,512 
56,116,050 
51,777,795 
55,944,000 
54,839,962 
60,862,292 


60,151,596 
54,415,592 
54,639,807 
52,337,667 
56,193,177 
53,302,222 


670,718,681 


Cost  of  filtering. 


Labor. 


S50.01 
62.87 
78.42 
40.81 
42.46 
63.39 


46.87 
4L3S 
30.  C9 
50.73 
45.49 
41.  Z 


62L00 


Mate- 

rioL 


S9.76 

165.20 

4.93 

6LU 
214.54 
179.61 


169.85 
163.28 
174.42 
160.70 
116.11 
472.  J3 


Total. 


S59.77 
22&.07 
83.35 
in.  15 
257.  CD 
243.00 


216.72 
20.60 
213.81 
220.43 
101.60 
513.  £0 


1,801.97:2,513.061    .003 


Per 
1,000 
gal- 
lons. 


SO.  0010 
.0041 
.0010 
.0020 
.0047 
.0040 


.0038 

.0042 
.0029 
.0096 
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Table  No.  25. — DetaUa  of  work  and  cost,  CocoH  puniping  and  filtration  station. 


Month. 


1911. 

July 

August 

Soptembcr. . . . 

October 

NovQxnbcr. . .. 
December 

1912. 

January 

February 

March. 

AtwU 

May 

June 

TotaL... 


Water 
pumped 
(gaUona). 


40,282,000 
30,712,000 
33,107,000 
51,634,000 
60.000,000 
62;  000, 000 


60,000,000 
68.000.000 
62,000,000 
97,500,000 
133.920,000 
172,800,000 


871,045,0005,817.61 


Oostofpumpfaig. 


Labor. 


$394.40 
545.13 
420.04 
467.78 
433.39 
326.97 


269.01 
317.06 
527.02 
1,102.94 
587.07 
426.71 


Material. 


11,660.50 
2,666.55 
2,102.48 
3,532.82 
1,713.31 
3,541.06 


3,474.06 
2,924.36 
3,548.30 
3,528.95 
4,904.24 
4,360.13 


37,945.84 


TotaL 


Per 
IflOO 
gal- 
lons. 


12,045.06 
3,210.66 
2,522.52 
4,000.60 
2,146.70 
3,868.02 


3,743.07 
3,241.42 
4,075.32 
4,631.89 
5.491.31 
4,786.84 


43,763.45 


10.0608 
.0606 
.0760 
.0775 
.0368 
.0624 


.0624 
.0659 
.0657 
.0476 
.0410 
.0277 


Water 

filtered 

(gallons). 


40,282,000 
39,712,000 
33,197,000 
51,634,000 
60,000,000 
62,000,000 


60,000,000 
58,000,000 
22,000,000 


.0602!426,826,000577.46  31.49 


CkMt  Of  filtering. 


La- 
bor. 


$44.76 
47.83 
46.38 
92.00 
72.28 
78.07 


77.98 
83  22 

u4.  v4 


Ma- 
terial. 


$2.03 
2.67 
1.91 
3.33 

11.16 
2.84 


6.36 
.91 
.39 


Total. 


$46.79 
60.40 
48.29 
96.33 
83.441 
80.91 


84.33 
84.13 
35.33 


606.06 


Per 
1,000 
gal- 
lons. 


$0.0012 
.0013 
.0016 
.0018 
.0014 
.0013 


.0014 
.0015 
.0016 


.0014 


The  OoooU  filters  were  disconnected  from  the  pumps  during  the  month  of  March  on  account  of  the  fact 
hat  the  amount  of  water  pissing  through  the  filters  exceeded  their  capacity,  thereby  furnishing  water 
hat  was  not  superior  to  the  raw  water  and  at  the  same  time  reducing  the  emdency  of  the  pumjM. 

Table  No.  26. — Wafer  consumption  from  Culehra  (included)  south. 


Reservoirs. 


Rio  Grande 
(gallons). 


Fiscal  year-~ 

1906» No  record. 

19061 * No  record. 

1907» No  record. 

1908 1  942,200,000 

1909 1  1,104,421,000 


1910... 

1911.. 

1912.. 


1,250,771,000 
1,410,067,000 
1,184,681,370 


Cocoli 

(gallons). 


Total  (gallons). 


38,179,000 
327,733,000 
871,046,000 


942,200,000 
1,104,421,000 
1,297,050,000 
1,737,790,000 
2,066,726,370 


1  Water  first  turned  into  main  to  Ancon  on  June  26, 1905;  and  into  Panama  on  July  4, 1905. 
s  Venturi  meter  installed  January,  1907.    No  record  of  water  consumption  between  date  of  installation 
of  meter  and  July  1, 1907. 

BIO  GRANDE  RE8EBVI0B. 


The  Rio  Grande  is  a  permanent  reservoir  and  has  been  maintained 
at  a  total  cost  of  $5,844.45  for  the  year,  and  furnished  1,184,681,370 
gallons  of  water. 


GOOOLI  BESEBVOUL 


The  Cocoli  reservoir  is  formed  by  the  west  dam  at  Miraflores,  and 
is  supplied  by  the  Cocoli  River;  it  will  ultimately  be  a  portion  of 
Miraflores  Lake,  and  is  to  be  used  as  a  reservoir  during  the  con- 
struction period  only.  The  cost  of  maintaining  this  reservoir  has  been 
$514.23,  and  it  has  supplied  871,045,000  gallons  of  water  during  the 
year. 
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Following  is  general  information  pertaining  to  the  reservoirs 

Table  No.  27. — Pacific  division  reservoirs. 


Detail. 


Drainage  area 

Mftximiim  lake  area 

EleyatioD  of  spillway  with  flashboards. 

liaxlmuin  depth  of  water 

Total  capacity. .' 

Storage  at  lowest  elevation,  1911-1912.. . . 
Average  daihr  consumption: 


1911- 

City  of  Panama. 


Unit. 


Rio  Grande. 


Coooli. 


Square  miles. 

Acres 

Feet 

do 

Gallons 

do 


.do. 
.do. 


3.15 

72.77 

238.17 

52.67 

490,667,000 

74,850,000 

3,236,834 


17.00 

129.51 

43.00 

33.00 

798,700,000 

373,235,000 

2,379,905 


Total. 


20.15 
202.28 


1,289,367,000 
448,085,000 

5,616,739 
1,306,242 


The  total  amount  of  water  consumed  in  the  past  year  was  2,055,- 
726,370  gallons,  including  511,756,681  gallons  used  in  the  ci^  of 
Panama.  A  detailed  statement  of  the  consumption  by  districts  is 
given  in  Table  No.  28. 

Table  No.  28. — Consumption  of  water  by  districts,  1911-12. 

[GaUons.l 


Month. 


Panama. 


1911. 

July 

August 

September 

October 

November , 

Beoember , 

1912. 

January 

Februarj* 

March 

AprlL 

May , 

June , 

Total 


45,139,512 
43,036,950 
39,490,795 
42,436,000 
42,197,982 
47,328,292 


44,637,506 
41,110,592 
44,049,897 
40,840,667 
42,216,177 
39,273,222 


511,756,681 


Ancon  high 
service.  • 


14,908,QP0 
13,080,000 
12,287,000 
13,508,000 
12,642,000 
13,534,000 


15,514,000 
13,305,000 
10,590,000 
11,497,000 
13,978,000 
14,119,000 


158,962,000 


Balboa  (6-inch 

and  10-inch 

mains). 


10,402,500 
19,438.700 
18,721,600 
18,363,500 
17,119,200 
16,185,800 


15,649,000 
14,581,300 
18,412,400 
18,151,600 
19,731,100 
18,214,200 


204,970,900 


Cucaracha 
pump. 


14,325,740 
13,101,480 
13,508,640 
14,372,600 
12,967,410 
12,424,930 


12,092,470 
10,584,720 
8,514,530 
11,538,850 
13,234,500 
14,803,300 


151,484,170 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

Febnuury 

March 

April 

liay 

June 

Total 


I 


Pedro  Miguel, 

Paraiso.Cu- 

caracha,  Mira- 

flores,  Gorosal, 

and  Anoon  low 

service. 


Source  of  supply. 


Rio  Grande 
reservoir. 


65,034,988 
62,929,350 
60,082,605 
72,942,500 
83,252,818 
84,263,906 


84,607,405 
85,255,488 
96,090,173 
91,870,883 
98,553,223 
143,579,278 


100,538,740 
111,874,480 
110,888,640 
109,968,600 
108,199,410 
111.736,930 


112,590,470 

106,837,100 

115,657,000 

76,399,000 

53,792,000 

57,189,000 


1,028,552,619   1,184,681,370 


Coooli  reser- 
voir. 


40,283,000 
39,712,000 
33,197,000 
51,634,000 
60,000,000 
62,000,000 


60,000,000 
58,000,000 
62,000,000 
97,500,000 
133,920,000 
172,800,000 


871,045,000 


Total. 


149,810,740 
151,586,480 
144,085,640 
161,622,600 
168,199,410 
173,736.930 


172,580,470 
164,837,100 
177,657,000 
173,899,000 
187,712,000 
229,969,000 


2,055,726,370 


Note.— The  consumption  given  for  Pedro  Miguel,  Paraiso,  Cucaracha,  Miraflores, Corozal,  and  Ancon 
low  service  is  the  difference  oetween  the  tx>fAl  consumption  of  the  various  other  districts  (which  are 
metered)  and  the  total  supply. 
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PAlfAlCA  IICPBOWMKNTB. 


The  municipal  and  sanitary  improvementg  in  the  city  of  Panama 
have  been  made  by  the  commission,  and  the  cost  is  repaid  through 
the  collection  of  water  taxes,  as  provided  in  Article  VII  of  the  treaty 
between  the  United  States  and  the  Republic  of  Panama.  The  work 
performed  in  the  past  year  comprises  grading  and  macadamizing 
streets,  placing  concrete  curbs  and  gutters  and  laying  water  and 
sewer  lines  in  the  portion  of  the  city  bounded  by  Fourth  of  July 
Avenue,  B  Street,  West  Sixteenth  Street  and  the  Zone  Line  Road,  as 
shown  on  plate  94.  The  amount  and  cost  of  the  work  is  shown  in 
Table  No.  29. 
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ZONB  WATEBWOBKS. 


The  water  mains  were  patrolled  and  maintained  and  all  necessary 
house  connections^  standpipes^  and  fire  hydrants  installed.  The 
uniform  increase  in  consumption  made  it  necessary  to  replace  the 
16-inch  main  from  the  Kio  Grande  reservoir  with  a  20-inch  line. 
The  16-inch  pipe,  however,  has  been  left  in  position  from  the  reser- 
voir to  the  l^edro  Miguel  locks,  where  botn  mains  are  connected 
to  a  24-inch  pipe  which  is  embedded  in  the  emergency  darn  sills; 
both  mains  are  again  connected  on  the  east  side  of  the  locks,  and  the 
double  line  extends  to  within  2,490  feet  of  the  Ancon  pumping 
station.  This  was  done  not  only  to  insure  the  supply  and  pressure 
at  the  south  end  of  the  system,  but  also  to  avoid  chan^ng  a  large 
number  of  temporary  connections  that  have  been  made  for  construc- 
tion work  from  the  16-inch  to  the  20-inch  main.  The  changes  made 
during  the  year  also  included  laving  a  second  10-inch  line  from  the 
Cocoli  pumping  station  to  the  main  at  Miraflores. 

The  demand  on  this  system  is  now  largely  in  excess  of  the  capacity 
provided  when  first  installed,  and  it  has  been  necessary,  from  time 
to  time,  to  adopt  the  most  available  means  to  meet  the  emergency 
regardless  of  system  or  economy  of  operation. 

A  comprehensive  study  of  the  conditions  that  will  prevail  when 
the  canal  is  completed  is  under  way,  with  the  idea  of  recommending 
a  modification  of  the  entire  system. 

Table  No.  30. — Co8t  of  maintenance  and  repairs,  Zone  icatertoorks. 


Description. 


Balboa 

East  Balboa 

Ancon  district 

Corozal  district 

lOraflores  district 

Pedro  Kiguel  district . . . . 
Inspection  of  water  pipes 
Water  analysis 

Total 


Labor. 

Material. 

S963.32 

1160.38 

187.48 

132.17 

021.15 

>  20.70 

61.72 

2.60 

264.65 

10.00 

2,246.80 

111.34 

586.12 

16.44 

475. 10 

■36.78 

5,606.52 

»76.n 

Total. 


$803.04 

155.31 

801.36 

54.32 

274.74 

2,235.55 
602.56 
511.07 


5,610.75 


1  Material  credits. 


I  Beginning  April  1, 1012. 


A  detailed  statement  of  the  construction  work  performed  during 
the  year  is  given  in  Table  No,  31. 


ZONE  SEWKSAOE  SYSTEM. 


The  work  performed  during  the  year  consisted  in  making  repairs, 
minor  extensions,  and  house  connections  as  detailed  in  Table  No.  82. 


ZONE  BOADS. 


Aside  from  minor  extensions  of  streets  in  the  various  towns,  there 
were  no  new  roads  built.  Existing  roads,  including  that  to  the 
Sabanas,  were  kept  in  repair. 
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Table  No.  31. — Zone  waterworks  construction^  statement  of  work  performed 

dvring  fiscal  year  1911-12. 


DescriptloxL 

Quantities  of  work 
performed. 

I^abor. 

Material. 

Total. 

Unit 
cost. 

RALnOA  DISTKICT. 

Installing  2-lnch  pump  for  bachelor  quar- 
ters: 
Excavation 

2  cubic  yards 

181  linear  feet 

$2.11 
28.38 

$2.11 
49.77 

$1.06 

Laying  2-inch  pipe  and  making  con- 
nections. 

$21.39 

.27 

Total 

30.49 

2L39 

51.88 

70  linear  feet 

Connection  for  central  division  time  oflloe: 
Laying  1-inch  galvanized-iron  pipe 

15.17 

4.13 

19.30 

.28 

Total 

15.17 

4.13 

19.30 

173  cQbic  yard.s 

64  cubic  yards. 

636  Unear  feet 

Relocate  10-inch  Balboa  main: 

Excavation 

231.07 

25. 13 

241. 11 

231.07 

25.13 

260.51 

1.34 

Backfill 

.39 

Lavins  104nch  cast-iron  nine 

19.40 

.41 

Total 

497.31 

19.40 

516. 71 

Total.  Balboa  district 

542.97 

44.92 

587.89 

18  cubic  yards 

ANCON  DISTRICT. 

Laying  10-lnch  pipe  line  for  high  pressure: 
Excavation 

24.75 
51. 13 
61.38 
91.54 
108.42 

24.75 

58.53 

61.38 

147.26 

106.42 

L38 

Constructine  valve  boxes 

7.40 

Handlins  material 

Lavins  Dine 

74  linear  feet 

154  cubic  yardiL... 

65.71 

1.99 

BSai..^... 

.70 

Total 

337.22 

63.11 

400.33 

6  cubic  yards 

41  linear  feet 

6  cubic  yards. 

Installing  hydrant  for  schoolhouse: 

Excavation 

5.73 
9.78 
2.83 

6.73 

16.35 

2.83 

.05 

Lavins  2A-inch  dIdo 

6.57 

.40 

BiSSu.r^..:.!^....:. .::::::.::::: 

.47 

Total 

18.34 

6.57 

24.91 

3  cubic  yards 

Cbaneing  location  of  8-inch  check  valve, 
Bishops  Hollow: 
Excavation 

3.81 

4.74 

1.32 

12.27 

3.81 

4.74 

1.32 

12.81 

1.27 

Handling  material 

Backfill 

3  cubic  yards 

14  linear  feet 

.44* 

Lavinc  8-inch  niDe 

.54 

.93 

Total 

22.14 

.54 

22.68 

. 

32  cubic  yards. 

do 

Connection  to  Hotel  Tivoli  addition: 

Excavation 

17.33 

8.54 

^   7.26 

17.33 
8..M 
8.15 

.64 

Back  fill 

.27 

Laying  6-lnch  pipe 

150  Unear  feet 

.89 

.05 

ToUl 

33.13 

.89 

34.02 

44  cubic  yards. 

do... 

Installing  standplpe  for  fire  protection, 
Hotel  TivoU: 
Excavation 

39.80 
15.50 
28.92 

I 

39.80 

15.50 

112.40 

.90 

Backfill 

.35 

Laying  3^ch  galvaniied-iron  pipe 

317  linear  feet 

83.48 

.35 

Total 

84.22 

83.48 

167.70 

8  cubic  yards. 

ConnectloD  to  Anooo  Colored  School: 

Excavation 

3.10 

2.05 

ia69 

3.10 

2.05 

42.43 

.39 

Back  fill 

.26 

Laying  1-inch  galvaniied-tron  pipe 

500  linear  feet 

31.74 

.08 

Total 

15.84 

1         31. 74 

47.58 

50  linear  feet 

Coonection  to  Chinese  Cemetery: 

Laying  |-inch  galvanlsed-iron  pipe 

8.68 

2.00 

10.68 

.21 

ToUl 

8.68 

2.00 

10.68 
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Tablk  No.  31. — Zone  waUrworks  construeiwnf  staUmerU  of  work  performed  during 

Jiical  year  i9ii-if— Continued. 


Denription. 


▲irooif  DiSTBiCT— continued. 

Lowwisg  2finch  line  in  way  of  proposed 
tnmwsy: 

Excavation 

Back  mi 

Altering  pipe 


Total. 


Connections  to  house  moved  from  Balboa: 

Excavation. 

Backfill 

Laying  IH^ch  g&l^&nlnd-ln>n  pipe.... 

Total 

Total,  Anoon  district 

COBOZAL  DISTBICT. 

Chancing  water  line  to  houses  Nos.  31  and 
63:  Laying  l^-inch  pipe. 

Connection  for  earden  hose  in  front  of  Isth- 
mian Canal  Commission  Ilotel:  Laying 
pipe  and  making  connection. 

Installing  fire  hvdrant  near  Isthmian  Canal 

Commission  Hotel: 

Excavation 

BackflU 

Laying  3-inch  galvanised-lron  pipe  and 

installing  standpipe. 


Total. 


Connections  to  houses  Nos.  79, 80  and  81: 

Excavation... , 

Backfill 

Laying  1-inch  galvanised-iron  pipe.... 
Laying  If-inch  galvanixed-iron  pipe. . . . 


Total. 


Connections  to  houses  Nos.  82  and  83: 

Excavation 

BackflU 

Laying  1-inch  galvanised-lron  pipe. 


Total 

Total,  Corosal  District 

MIBArLOBBS  DISTBICT. 

Removal  of  Caimitillo  pipe  line:  Discon- 
necting and  reclaiming  lO-lnch  pipe. 

Moving  50,000-gallon  tank  near  Cocoli  shops: 

Handling  material 

Excavation 

Backfill 

Constructing  scaffold 

Concrete  piers 

Laying  S-inch  pipe 

Moving  tank 

Engineering 


Quantities  of  work 
performed. 


50  cuUo  yards... 
23  cubic  yards... 


150  oubio  yards.. 
85  cubic  yards... 
6U  linear  feet 


180  linear  feet. 
126  linear  feet. 


31  cubic  yards. 
31  cubic  yards. 
50  linear  feet.. 


5  cubic  yards. 
5  cubic  yards. 
245  linear  feet. 
218  linear  feet. 


3  cubic  yards. 
3  cubic  yards. 
180  linear  feet. 


Total. 


6-lnch  pipe  line  near  3rard  office: 

Handline  material 

Excavation 

Laying  &*inch  pipe. 


Total. 


7,355  linear  feet. 


172  cubic  yards. 
195  cubic  yards. 


11  cubic  yards. 
610  linear  feet. 


12  cubic  yards 

3,258  linear  feet... 


Moving  standpipe  at  Corozal  Junction: 
Laying  5-incn  black  iron  pipe  and  mak- 
ing connection. 


600  linear  feot. 


Labor. 


} 


$43.35 
6.«5 
2.64 


52.64 


135.25 
41.18 
38.27 


214.70 


780.91 


14.09 


32.11 


Material. 


22.31 
12.14 
12.14 


46.59 


4.25 
2.18 

20.39 


26.82 


2.34 
1.17 
8.80 


7.31 


128.92 


600.15 


62.60 
152.62 
104.10 
128.06 

33.08 

88.03 
307.35 

23.89 


899.82 


192.73 

15.78 

327.19 


535.70 


80.86 


SLIO 


1.10 


32.01 


32.01 


221.44 


18.50 


Total. 


$43.85 
6.65 
3.74 


53.74 


135.25 
4L18 
70.28 


246.71 


1,006.35 


32.59 


4.11 


36.22 


20.64 


20.64 


22.31 
12.14 
32.78 


67.23 


5.44 


5.44 


4.13 


4.13 


4.25 
2.18 

25.83 


32.26 


2.34 
L17 
7.93 


11.44 


52.82 


179.74 


21.84 


151.69 

27.26 

168.31 

219.44 


566.70 


1,103.47 


1,103.47 


193.77 


J 


621.09 


62.69 
152.62 
104.10 
279.76 

60.34 
256.34 
526.79 

23.89 


1,466.52 


192.73 

15.78 

1,430.66 


1,639.17 


274.63 


Unit 
cost. 


1 


$0.84 
.29 


.90 
.46 
.12 


.18 


.20 


.72 
.39 
.65 


.85 
.44 

.06 


.78 
.39 
.04 


.06 


.53 


5.49 
.42 


1.32 
.44 


.46 
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Table  No.  31. — Zone  waterwcrkMConatriu:tion,8tate7nerU  of  work  performed  during  fiscal 

year  1911-12 — Continued. 


Description. 


MIBArLOBBS  DISTBlCT-HXIDtlllUed. 

Tti«taHhig  10-inch  line  fh>m  Coooll  pumps  to 
Rio  Grande  main: 

Excavation. 

Backfill 

Lajring  10-inch  pipe 


Total. 


Connecting  10-Inch  Coooll  line  to  Mira- 
flores  locks  water  system: 

Excavation 

Laying  6-inch  black  iron  pipe 


Total. 


TnatAiifag  12-inch  "Booster"  pump  in  Rio 
Qrande  main: 

Excavation 

Installing  pump 

BackflU 


Quantities  of  work 
performed. 


347 cubic  yards... 
141  cubic  yards... 
4,439  linear  feet... 


32  cubic  yards. 
779  linear  feet. 


40  cubic  yards.. 


Total. 


Installing  water  tap  for  John  Molloy:  Mak- 
ing tap. 

Relocation  of  water  line  to  hydraulic 
pumps: 

B  xcavation 

Lajring  2^inch  pipe 


Total. 


Extension  of  3-inch  water  line  to  cement 
shed:  Laying  3-inch  pipe. 

Vlnoh  water  line  to  planing  mill: 

E  xcavation 

Lajring  4-inch  pipe 


Total. 


55  cubic  yards., 


108  cubic  yards. 
7,330  linear  feet. 


120  linear  feet. 


23  cubic  srards.. 
2,140  linear  feet. 


Extension  of  5-inch  water  line  on  west  side 
ICiraflores  locks: 
Excavation 


Laying  5-inch  pipe 

Taking  up  old  6-lnch  pipe. 


Total. 


Laying  8-Inch  pipe  to  Riley's  spur  bridge: 

E  xcavation 

BackfiU 

Laying  8-inch  pipe 


Total. 


Connecting  ROey's  spur  standpipe  to  8- 
inofaline:  Laying  4-Inch  black  iron  pipe. 

Installatk>n  of  new  Cocoli  pumps:  Install- 
ing two  10-inch  centrifugal  pumps  in 
Cocoli  pumping  plant. 

Total,  Miiaflores  district. 


PEDRO  MIGUEL  DI8TEICT. 

Water  main  across  forebay  of  Pedro  Miguel 
locks:  Laying  24-inch  pipe. 

Relocation  of  16-inch  main: 

Excavation 

Moving  pipe 


Total. 


Connecting  Pedro   Mlniel   engine-house 
pomp  with  main:  MsJung  connection. 

Water  tap  for  George  Athana»iadis:  In- 
■CalllDgtap. 


17  cubic  yards.. 
1,180  linear  feet. 
1,140  linear  feet. 


54  cubic  yards.. 
35  cubic  yards.. 
560  linear  feet.. 


400  linear  feet. 


276  linear  feet. 


14  cubic  yards. 


L^abor. 


1334.02 

70.25 

932.22 


1,336.40 


31.24 
197.59 


228.83 


38.46 

552.38 

25.30 


616.13 


2.28 


105.23 
654.47 


759.70 


12.82 


20.32 
132.77 


153.09 


15.20 

110.95 

48.11 


174.26 


46.20 

16.41 

202.03 


263.64 


53.64 


1,103.14 


6,820.65 


200.03 


Material. 


14.43 

33.90 


48.33 


47.30 


1.46 


$190.97 


190.97 


108.37 


106.37 


178.79 


178.79 


.63 


2^.66 


266.66 


13.30 


322.87 


322.87 


473.06 


473.06 


82.04 


82.04 


61.41 


Total. 


1334.02 

70.25 

1,123.10 


1,527.46 


31.24 
306.96 


337.20 


38.46 

731.17 

25.30 


794.92 


2.91 


105.23 
921.12 


1,026.36 


26.12 


20.32 
456.64 


476.96 


15.20 

684.00 

48.11 


647.31 


45.20 

16.41 

284.07 


346.68 


115.06 


6,010.73      7,113.87 


9,694.69 


86.63 


16,416.14 


346.66 


L62 


L62 


18.48 


14.43 
36.42 


49.85 


65.78 


61 


2.07 


Unit 
cost. 


J-- 


90.96 
.60 
.26 


.98 
.39 


.96 
'46 


LG3 
.13 


.22 


.21 


.89 
.49 

.04 


.84 
.47 
.61 


,29 


1.26 


1.03 
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Table  ^o.  31. — Zone  waterworks  construction^  statement  of  work  j>erfomud  during  fiscal 

year  1911-12— Continued. 


Description. 


PBDBO  MiGUiL  DUTSICT— continued. 

Installation  of  water  crane  at  Pedro  Miguel 
emdne  house: 

Excayation 

BackflU 

Installing  crane 


Total. 


Pipe  line  to  Pedro  Miguel  engine  house: 
Laying  2-inch  pipe. 

Installing  tap  for  Pedro  Miguel  native  yll« 
lage:  Laying  1-inch  galvanlzed-iron  pipe. 

Connection  to  house  No.  67: 

Excavation 

BackflU ^ 

Layhig  )-inch  galvanlsed-iron  pipe 


Total. 


Connection  to  watch  inspector's  office: 
Making  1-lnch  tap  in  20*inch  main. 


Total,  Pedro  Miguel  district. 


20-INCH  WATEK  MAIN  FROM  BIO  ORANDB 
RESEBVOIB  TO  PANAMA,  AND  CONNEC- 
TIONS. 


Installation  of  20-inoh  water  main: 

Unloading  pipe ■ 

Cutting  broken  ends 

Lowering  culverts 

Excavation 

Handling  and  laying  20-inch  pipe  and 


installing  flttings. 

Making  Joints 

Backfill 


Total. 


6-inch  connectioDfl: 
Excavation 


^d^S!^: 


Total 

4-liich  connections: 


Excavation. 

Layin 

Back 

Total. 


3i-inch  connections: 
Excavation 


^J{c°giF.'.^; 


Total. 


3-inch  connections: 
Excavation 


Total. 


2}-inch  connections: 
Excavation 

kS^f.^:::: 


Total 

l-inch  connections:  Lasting  pipe 

Total,  20-inch  main  and  connections. 


Quantities  of  work 
performed. 


8  cubic  yards.. 
27  cubic  yards. 


386  linear  ftot. 
SOUnearfeet.. 


4  cubic  yards. 

do 

29  linear  feet. 


20,753  cubic  yards, 
47,648  linear  feet... 


10,978  cubic  yards. 


271  cubic  yards. 
1,522  linear  feet. 
271  cubic  yards. 


230  cubic  yards. 
1,454  linear  feet. 
54  cubic  yards.. 


12  cubic  yards. 
210  linear  feet. 
12  cubic  yards. 


14  cubic  3rards. 
504  linear  feet. 
14  cubic  yards. 


8  cubic  yards. 
172  linear  feet. 
8  cubic  yarda. 


800  linear  feet 


Labor. 


$7.76 
13.40 
60.23 


90.38 


20.39 


4.55 


4.10 
1.20 
&15 


Material. 


$136.13 


136. 13 


2.51 


.13 


10.46 


7.00 


489.89 


2,588.28 

206.10 

81.62 

19,006.04 

13,875.71 

3,09L61 
8,169.96 


47,019.32 


287.24 
192.71 
128.29 


608.24 


176.19 

151.79 

23.92 


350.90 


ia05 

17.41 

4.20 


31.66 


18.71 
28.99 
10.36 


58.06 


10.02 
6.82 
3. 99 


20.83 


20.10 


48,109.11 


.13 


.68 


246.59 


102,917.64 
6,02L19 


108,938.83 


863.49 


863.49 


407.47 


407.47 


Total. 


$7.76 

13.40 

206.36 


226.51 


20.39 


7.06 


4.10 
1.20 
6.28 


10.58 


7.58 


736.48 


2,688.28 

206.10 

81.62 

19,006.04 

116,793.35 

9,112.80 
8,169.96 


156,958.16 


287.24 

1„056.20 

128.29 


1,471.73 


176. 19 

659.26 

23.92 


758.37 


51.98 


51.98 


135.89 


135.89 


28.44 


28.44 


27.66 


110,463.76 


10.06 

60.39 

4.20 


83.  &1 


18.71 

164.88 

10.36 


193.95 


iao2 

36.26 
o.  99 


49.27 


47.76 


168,662.87 


Unit 
cost. 


$0.97 
.60 


06 


.00 


LOS 
.30 

.18 


.02 
2.45 


.74 


L06 
.09 
.47 


.76 
.38 
.44 


.84 
.33 
.35 


L34 
.33 

.74 


L25 
.21 
.60 


.06 
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Table  No.  31. — Zone  waUnuorks  conatruetion,  statement  of  work  performed  during  fiscal 

year  1911-12 — Continued. 


RBCAPITULATlbN. 


Balboa  district 

Anoon  district 

Ck)rosal  district 

Miraflores  district 

Pedro  liiguel  district 

204xich  mtkin  and  ocmneotioiis 

Orand  total 


Labor. 


S542.97 

786.91 

126.02 

6,820.65 

4S9.89 

48,109.11 


66,876.35 


Material. 


144.92 

221.44 

52.82 

246.59 
110,453.76 


120,614.12 


Total. 


1587.89 

1,006.35 

179.74 

16,415.14 

736.48 

158,562.87 


177,490,47 


Table  No.  32. — Statement  of  work  performed  on  sewers  during  fiscal  year  ended 

June  30.  1912, 


Description. 


BALBOA  DISTBICT. 

Connection  to  central  division  time  office: 
Laying  6-inch  vitrified  pipe. 

ANCON  DISTRICT. 

Connections  to  new  houses  moved  from 
Balboa: 

Kxcavaticm. 

Backfill 

Laying  li-inch  galvanised-iron  pipe. . 


Total. 


Quantities  of  work 
performed. 


27  linear  feet  6-inch 
vitrified  pipe. 


358  cubic  yards 

226  cubic  yards 

l»040Unear  feet  iHnch 
pipe. 


Sewer  from  West  Indian  camp  to  16-inch 
drain: 

E  xcavation 

Laying  8-inch  pipe 


Total 

Total,  Anoon  district. .. 

OOBOZAL  M8TBICT. 

Connection  to  house  No.  84: 

Kxcavation. 

Backfill 

Laying  &>inch  pipe 


Total. 


Extend  sewer  near  indneraton 

Kxcavation 

Hark  fill 

IIan<iUng  material 

Ikying  6-inch  pipe , 


Manhole. 


Total. 


Connections  to  housM  Nos.  79, 80,  and  81: 

Kxcavation. 

BackflU 

Laying  6-inch  pipe 


Total. 


404  cubic  yards 

228  linear  feet  84nch 
vitrified  pipe. 


21  cubic  yards 

22  cubic  yards 

312  linear  feet  6-inch 

vitrified  pipe. 


93  cubic  3rarda.. 
60  cubic  yards., 


700  linear  feet  6-inch 
vitrified  pipe. '^ 


2  cubic  yards 

do.. 

42  linear  feet  6-inch 
vitrified  pipp. 


Labor. 


SS.05 


Material. 


315.45 

89.71 

151.05 


556.21 


241.82 
41.64 


283.46 


839.67 


21.75 
10.75 
46.29 


78.79 


91.16 
19.94 
18.45 
31.81 

11.36 


172.72 


1.75 

.95 

6.43 


9.13 


S2.74 


35.20 


35.20 


15.20 


15.20 


50.40 


.67 


Total. 


$10.79 


315.45 

89.71 

186.25 


501.41 


241.82 
56.84 


208.66 


890.07 


21.75 
10.75 
46.96 


.67 


111.34 
9.30 


120.64 


79.46 


91.16 

19.94 

18.45 

143.15 

20.66 


293.36 


L85 


1.85 


1.75 
.95 

8.28 


10.98 


Unit 
cost. 


10.40 


.40 

.18 


.60 
.25 


1.03 
.40 
.15 


.98 
.33 


.20 


.88 
.48 
.20 
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Tablb  No.  S2.^StaU7nent  of  work  performed  on  aewera  during  fiscal  year  ended  June 

SO,  iPlf— Continued. 


DeBcriptlon. 


COBOZAL  DiBTRiCT^-contlnued. 

ConnectloDa  to  houses  Nos.  82  and  83: 

EzcavatioiL 

Backfill 

Layiog  6-liich  pipe 


Total. 


Connection  to  Y.  M.  C.  A.: 

Excavation 

BackfiU 

Laying  6-incli  pipe 


Total .» 

Total,  Corosal  district 

MIBArLOBBS  DISTRICT. 

Connection  to  colored  school: 

Excavation 

Laying  6-inch  pipe 


Total 

Total,  Miraflores  district. . . 

PEDRO  laOURL  DISTRICT. 

Connection  to  house  No.  57: 

E  xcavation. , 

Backfill 

Laying  fr-inch  pipe , 


Total. 


Connection  to  watch  inspector's  ofilce: 

E  xcavation 

Backfill 

Laying  6-inch  vitrified  pipe 

Laying  6-inch  wrought-lron  pipe.. 


Total 

Total,  Pedro  Miguel  district. 


Quantities  of  work 
performed. 


6  cubic  yards. 

do 

216  linear  feet  6-inch 
vitrified  pipe. 


9cubic  yards 

do 

40  linear  feet  6-inch 
vitrified  pipe. 


3cublo  yards 

75  linear  feet  &-inch 
vitrified  pipe. 


Scublo  yards. 

do... 

80  linear  feet  6-inch 
vitrified  pipe. 


21  cubic  yards. 
12  cubic  yards. 
90Unearfeet.. 
85  linear  feet.. 


Labor. 


{ 


J4.77 
2.38 
6.26 


13.41 


6.13 
2.89 
L69 


Material. 


10.71 


284.76 


3.78 
14.59 


18.37 


18.37 


4.07 
2.38 
8.40 


14.85 


22.50 
5.32 

66.75 


94.57 


109.42 


82.76 


2.76 


6.99 


6.99 


132.91 


10.24 


10.24 


10.24 


15 


15 


26.80 


26.80 


26.95 


Total. 


$4.77 
2.38 
9.02 


16.17 


6.13 
2.89 
8.68 


17.70 


417.67 


3.78 
24.83 


28.61 


28.61 


4.07 
2.38 
8.55 


15.00 


22.50 
5.32 

93.55 


121.37 


136.37 


Unit 
cost. 


10.79 
.39 
.04 


.68 
.32 
.22 


1.26 
.33 


.11 
.50 
.31 


1.07 
.44 

.53 


RECAPITULATION. 


Location. 
1 

Labor. 

Material. 

Total. 

Balboa  district 

18.05 
839.67 
284.76 

18.37 
109.42 

$2.74 
50.40 
132.91 
10.24 
26.95 

$10.79 

Ancon  district - ,^,.^^,-^.-^ 

890.07 

Corosal  district 

417.67 

MIraflonw* district ...,.,  - 

28.61 

Pedro  Misuel  district 

136.37 

Grand  totaU . . ,  r 

1,260.27 

223.24 

1,483.  a 

ZONE  SEWER  ICAIIVTENANCE. 

Balboa  district *. 

144.88 

443.57 

19.19 

530.31 

11.99 

18.13 

9.87 

49.08 

156.87 

Ancon  district. . . . . . . .  r ,  -  - . , 

461.70 

Corosal  district .% 

29.06 

P^dro  Mism**]  ditiiricit 

579.30 

Total 

1,137.95 

89.07 

1,227.00 
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Table  No.  33. — Maintenance  and  repairs.  Canal  Zone  roadways. 


Balboa  district 

Anoon  district 

Sabanas  Road 

Corosal  district 

Corozal-Pedro  Miguel  Road 

If  iraflores  district 

Pedro  Miguel  district 

Total 


Labor. 


192.06 
729.56 
1,169.35 
209.06 
082.63 
500.61 
381. 9G 


4,002.12 


Material. 


178.50 
391.36 
4,072. 17 
86.55 
126.01 
164.84 
247.35 


5,165.84 


Total. 


S171.62 

1,12a  91 

5,231.52 

296.61 

1,107.64 

671.45 

629.31 


9,227.96 


MIBCKLLANEOUS. 


Kemoved  50,000-gallon  water  tank  at  Miraflores  which  was  en- 
dangered by  a  slide;  cleared  Flamenco  Island  of  brush;  built  re- 
enforced-concrete  supports  for  24,000-gallon  water  tank  at  Culebra 
Island;  constructed  drains  in  connection  with  the  filling  of  swamp 
lands  in  the  vicinity  of  Balboa ;  and  surveyed  grasscutting  areas. 


Sanitary  Work. 


The  work  consisted  of  digging  and  cleaning  ditches,  laying  con- 
crete and  tile  drains,  filling  swamp  lands,  and  other  work  of  similar 
character,  by  the  request  of  and  in  accordance  with  plans  proposed 
bv  the  sanitary  department.    The  work  executed  is  detailed  in  Table 


34. 


Table  No.  34. — Statement  of  sanitary  work  performed. 


Class  of  work  and  location. 

Quantities  of  work 
performed. 

Division  cost. 

Unit 

Labor. 

Material. 

Total. 

cost. 

Cleaning  earth  drains: 

Balboa 

Ltnearfeet. 

160,422 
152, 147 
116,460 
89,601 
135,832 

11,393.74 
2,243.51 
1,984.09 
2,^.63 
3,243.17 

83.16 

36.28 

8.81 

2.95 

0.44 

$1,396.89 
2,279.79 
1,992.90 
2,227.58 
3,249.61 

10.0087 

Aneon 

.0150 

Corotal - 

.0171 

Miraflores 

.0248 

Pedro  Miffuel 

.0239 

Total 

664,531 

11,069.14 

57.63 

11,146.77 

.0170 

Excavating  new  earth  drains: 

Balboa 

Cubkvardt. 

741 
1,144 
863 
298 
228 

523.80 
648.83 
603.17 
396.61 
260.18 

523.80 
669.46 
707.62 
396.61 
260.18 

.707 

Ancon 

19.63 
14.45 

.585 

Corotal X 

.820 

Miraflores 

1.331 

Pedro  Miguel 

1.141 

Total 

3,274 

2,523.59 

34.06 

2,557.67 

.781 

Sweeping  cement  drains: 

Balboa 

Linear  feet. 

236,522 

387,217 
3,270 

309.57 

487.09 

12.43 

2.03 
L49 

371.60 

488.58 

12.43 

.0016 

Ancon 

.0013 

Pwlro  Miguel 

.0088 

Total 

627,009 

869.09 

3.52 

872.61 

.0014 

Filling  holes  and  swamps: 

Balboa .,, 

Cu^ic  yard*. 

430 

86 

178 

18 

263 

436.13 
51.78 

140.33 
16.61 

148.12 

436.13 
51.78 

140.33 
16.61 

148.12 

1.014 

Ancon 

.602 

Corotal 

.788 

Miraflores 

.923 

Pedro  Miguel 

.563 

1 

Total ' 

975 

792.97 

7«2.97 

.813 

Laying  tile  drains:  * 

Corosal 

Anoon 

Linear  feet. 

200 
70 

270 

41.52 

36.48 

78.00 

18.00 
11.28 

69.52 
47.76 

.298 
.082 

Total 

29.28 

- 

107.28 



.397 

202 


BEPOBT  ISTHMIAN  CANAL  COMMISSION. 


Table  No.  34. — Statement  of  sanitary  work  performed — Continued. 


Class  of  work  and  location. 

Quantities  of  work 
performed. 

Division  cost. 

Unit 

Labor. 

Material. 

Total. 

cost. 

Constrao[tiDg  cement  drains: 

Anoon 

Linear  feet. 

4,134 

960 

70 

$658.46 

101.66 

29.13 

1152.21 

67.72 

9.17 

S810.67 

160.38 

38.30 

10.196 

Coroxal 

.176 

Pnrlro  Mi^H   .    , , 

.547 

Total 

5,164 

789.25 

229.10 

1,018.35 

.197 

Repairing  cement  drains: 

Balboa 

178. 19 

203.60 

43.68 

23.92 
30.54 

202.11 

234.04 

43.68 

Anoon 

Pedro  Miguel 

Total 

425.37 

54.46 

479.83 

Cleaning  culverts: 

Balboa 

27.86 
23.97 
25.00 
85.35 

1.73 

29.59 
23.97 
25.00 
85.35 

Anoon 

Corozal 

■ 

Miraflores 

........ 

Total 

162.18 

1.73 

163.91 

Miscellaneous: 

RflpAiring  «?«  rfn^lp^? 

46.28 
280.84 
399.50 

3,685.68 

.60 

61.78 

193.85 

112.37 

46.88 
342.62 
593.35 

3,798.05 

Installing  pipe  culverts 

MflJntAining  oil  tfuiks 

Clearing  land  of  vegetation 

Acrea. 

112J 

33.69 

Total 

4,412.30 

368.60 

4,780.90 

RECAPITULATION. 


Class  of  work. 


Cleaning  earth  drains , 

Excavating  new  earth  drains. 

Sweeping  cement  drains 

Filling  holes  and  swamps. 

Laying  tile  drains 

Constructing  cement  drains. . , 

Repairing  cement  drains 

Cleaning  culverts 

Miscellaneous 


Grand  total. 


Labor. 


21,141.89 


Material. 


$11,080.14 

$57.63 

2,523.59 

34.08 

860.09 

3.52 

792.97 

78.00 

29.28 

789.25 

229.10 

425.37 

54.46 

162. 18 

1.73 

4,412.30 

368.60 

778.40 


Total. 


$11,146.77 

2,557.67 

872.61 

792.97 

107.28 

1,018.35 

479.83 

163.^1 

4,780.90 


21,920.29 


Fourth  District, 
anoon  quarry  and  crushers. 

[J.  A.  Loulan,  Superintendent.] 

This  plant  has  been  operated  throughout  the  year  with  a  compara- 
tively small  amount  of  time  lost  for  repairs.  Within  the  past  few 
months  it  has  been  necessary  to  operate  a  night  shift  occasionally  for 
a  week  or  two  at  a  time  in  order  to  supply  the  demand  for  crushed 
stone.    The  performance  of  the  plant  is  given  in  Table  No.  35. 

MINING. 

The  following  work  was  done : 
Drilling  with  power  drills linear  feet__  70,  740 

KXPI.OSIVES   USED. 

Dynamite gross  tons 64.03 

Black  powder do 15.05 


Totnl 79.08 


Average  number  of  linear  feet  drilled  jier  cubic  yard 0.0G4 

Average  number  of  pounds  of  explosives  per  cubic  yard .160 
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Table  No.  35. — Performance  of  Ancon  quarry  and  crushers. 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

March 

April 

May 

June 

Totel 


Num- 
ber of 
8-hour 
shovel 
days. 


49.0 
52.0 
49.0 
52.0 
48.4 
50.0 


52.9 

60.0 
104.0 

93.9 
104.0 

72.5 


787.7 


Aver- 
age 
num- 
ber of 
shovels, 


1.06 
1.90 
1.97 
1.96 
2.00 
2.00 


2.00 
2.45 
4.00 
3.48 
4.00 
2.88 


2.55 


Material  exca- 
vated (cubic 
yards). 


Stri 


Strip- 
ped!. 


3,856 
15,390 
12,765 

8,685 
10,125 

7,980 


25,205 
59,975 
45,720 
54,005 
25,965 
20,720 


290,380 


Quar- 
ried. 


61,362 
58,962 
58,290 
61,035 
56,490 
62,670 


65,710 

52,440 
106,526 

85,050 
100.545 

65,360 


Number  of  cubic  yards  of  rock  crushed 
(car  measurement). 


824,440 


Supplied  other  work. 

Placed 
in  stor- 
age. 

Munic- 
ipal 
depart- 
ment. 

Other 

Pacific 

divl- 

sion 

work. 

Other 
divi- 
sions, 
depart- 
ments, 
etc. 

56,441 
58,755 
61,452 
62,182 
57,746 
60,591 

53,128 
46,665 
95,174 
76,735 
90,862 
57,087 

64 

32* 

48" 

16 

371 
1,325 
1,174 

322 

3,370 
896 
1,355 
1,380 
1,819 
4,138 

4,734 
2,159 
743 
3,258 
2,277 
5,329 

1,487 
682 
587 
875 
817 

1,356 

810 
932 
2,432 
2,455 
3,163 
6,046 

782,818 

3,352 

31,467 

21,642 

Total 
pro- 
duo- 
tion. 


61,362 
60,333 
63,420 
64,446 
60,430 
66,101 


50,043 
51,061 
99,533 
82,770 
102,302 
68,462 


839,279 


Fifth  District. 


HYDRAULIC  EXCAVATION. 

[W.  L.  Thompson,  assistant  engineer.] 

The  hydraulic  excavating  plant  has  been  in  operation  throughout 
the  year  in  the  sea-level  section  of  the  canal  south  of  the  Miraflores , 
locks  and  has  excavated  900,596  cubic  yards  of  material.  Of  this 
amount  78,316  cubic  yards  were  pumped  into  the  west  dam  at  Mira-  • 
flores,  and  822,280  cubic  yards  were  deposited  on  the  swamps  east  of 
the  canal  prism.  The  core  of  the  west  dam  was  completed  on  Decem- 
ber 4, 1911,  and  contains  a  total  of  625,048  cubic  yards  that  have  been 
deposited  by  the  hydraulic  plant.  The  remainder  of  the  excavated 
material  has  been  used  for  reclaiming  76  acres  of  tidal  swamp  land 
east  of  and  adjacent  to  the  canal  prism. 

Table  No.  Z^.-JIydrauLic  plant  excavation, 

[Cubic  yards.] 


Month. 

Excavated 

• 

Deposited. 

Lock. 

Prism. 

09,772 
149,920 
70,289 
52,500 
50,503 
57,780 

00,302 
60,915 
74,256 
88,727 
86,890 
78,076 

Total. 

09,772 
149,926 
70,289 
62,500 
50,503 
67,780 

60,302 
60,915 
74,256 
88,727 
86,890 
TR,676 

Dam. 

Swamp. 

1911. 
July 

24,957 

25,000 

6,409 

7,180 

14,770 

44,815 

Aucust 

124,926 

CwpttmiMr. 

63,880 

October 

45,320 

November 

35,793 

57,780 

1912. 
Jentmry 

60,302 

Febniary. 

60,915 

Menrh 

74,256 

April jl 

88,727 

Il5^ :.:::::.::.::::.:...:.*::::::::: 

86,890 

Jane 

78,676 

900,596 

Total 

900,590 

78,310 

822.280 
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Surveys,  Maps,  and  Office  Work. 

StTRVEYS. 

During  the  past  fiscal  year  surveys  have  been  made  for  the  ter- 
minal docks,  machine  shops,  and  dry  dock  at  Balboa;  also  for  the 
ditches  and  grass-cutting  areas  for  the  sanitary  department,  together 
with  minor  surveys  of  municipal  improvements  on  the  CanalZiOne 
and  in  the  city  of  Panama,  and  the  usual  routine  progress  surveys 
of  dredging  and  excavation. 

MAPS. 

During  the  year  the  various  existing  division  maps  and  those  of 
the  sanitanr  districts  have  been  revised  to  indicate  the  changes  made 
necessary  by  the  progress  of  the  work.  Maps  showing  sanitary 
ditches  and  grass-cutting  areas  in  the  Corozal  and  Miraflores  districts 
were  completed ;  also  profiles  and  maps  relating  to  the  installation  of 
the  20-inch  water  main. 

OFFICE  WORK. 

In  addition  to  the  routine  work  on  process  records,  estimates, 
specifications,  requisitions,  etc.,  for  the  various  districts  of  the  di- 
vision, there  have  been  prepared,  when  necessary,  desims  for  numer- 
ous minor  structures,  detail  working  drawings  for  lock  construction, 
mechanical  designs  for  new  apparatus  and  repair  parts  for  the  same, 
work-request  drawings  for  shop  orders,  building  permit  plans,  etc. 

Detail  drawings  for  snubbing  posts,  track  fastenings,  tenders,  and 
all  irregular  beams  and  girders  for  the  Balboa  lumber  dock  were 
prepared ;  also  drawings  of  wooden  forms  for  the  superstructure  of 
that  dock.  Desi^  and  detail  drawings  were  prepared  of  a  plant  for 
excavating  and  sinking  pier  shells  for  the  foundation  of  the  north 
approach  wall  at  Miraflores.  ^ 

Jrlans  were  made  and  details  worked  out  for  an  auxiliary  concrete 
mixing  plant  to  be  installed  in  a  recess  of  the  east  wall  of  the  lower 
lock  at  Miraflores,  for  a  trestle  incline  connecting  the  upper  and 
lower  east  chambers  of  Miraflores  locks,  for  a  trestle  crossing  the 
west  chamber  of  Pedro  Miguel  Lock,  and  providing  a  track  con- 
necting with  the  south  approach  wall.  An  arrangement  was  devised 
and  worked  out  in  detail  for  lowering  a  chamber  crane  from  the  upper 
to  the  lower  lock  at  Miraflores.  Plans  were  made  for  forms  lor 
the  cellular  north  approach  wall  at  Miraflores;  for  a  trestle  cc^- 
necting  Naos,  Perico,  and  Flamenco  Islands;  for  a  temporary  dock 
and  unloading  plant  at  Naos  Island;  for  an  air  compressor  at 
Aguadulce;  for  a  reenforced  concrete  tower  to  support  a  24,000- 
cjulon  water  tank  at  Cu\ebra  Island ;  for  a  pile-driving  attachment 
for  a  locomotive  crane ;  and  for  a  special  track  crossing  at  Balboa. 

Studies  of  different  types  of  quay  walls  and  an  estimate  of  differ- 
ent layouts  for  the  Balboa  terminals  were  made.  For  the  final  design 
of  the  quay  wall,  influence  lines,  moment  and  shear  dia^ams  were 
computed,  and  detail  drawings  of  the  typical  members  of  the  super- 
structure were  made. 

A  total  of  186  complete  drawings  were  made  and  8,583  blue  and 
white  prints  issued. 

JRespectfuUy,  4    S.  B.  Williamson, 

Division  Engineer. 

Col.  George  W.  Gtoethals,  United  States  Army, 

Chairman  and  Chief  Engineer^  Cvlebra,  Caned  Zone. 
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APPENDIX  E. 

BEFOBT  OF  DOITALD  F.  KACDONALD,  GEOLOGIST. 

Isthmian  Canal  Commission, 
CuLebra^  Canal  Zone^  September  14^  1912. 

Sib  :  I  have  the  honor  to  submit  the  attached  report  on  '^  The  land- 
slides of  Culebra  Cut,"  to  accompany  the  annual  report  for  the  fiscal 
year  ended  June  30,  1912. 

EespectfuUy,  Donald  F.  MacDonau>, 

Geologist. 
Col.  Geo.  W.  Goethals,  U.  S.  Army, 

Chairman  and  Chief  Engineer^ 

Culebra,  Canal  Zone. 


I.  THE   LANDSLIDES   OF   CULEBBA    CUT. 

The  slides  which  have  already  occurred  have  added  several  mil- 
lions of  cubic  yards  to  the  ori^nal  estimates  for  excavation  of  Culebra 
'  Cut,  and  the  end  of  the  slidmg  period  will  not  be  reached  until  that 
estimate  shall  have  been  swelled  by  several  millions  more.  It  is  cer- 
tain, however,  that  the  period  of  sliding  will  come  to  an  end,  even 
where  the  rocks  are  very  weak,  when  the  slopes  of  the  cut  reach  a  flat 
enough  angle,  and  that  the  sliding  period  will  have  run  its  course 
without  involving  any  new  or  serious  problems  in  excavation.  It 
will  be  merely  a  case  of  removing  a  much  greater  yardage  than  was 
first  estimated  for,  because  the  peculiar  geological  conditions  of  the 
material  through  which  the  cut  is  excavated  were  not  sufficiently 
considered  in  the  beginning.  The  slides  are  largely  a  result  of  cer- 
tain geological  conditions,  so  that  to  arrive  at  a  clear  understanding 
of  them  one  must  know  something  of  the  local  ^olog^,  and  to  supply 
that  knowledge  the  following  brief  account  of  it  is  given: 

n.   GEOLOGICAL  CONDITIONS. 

The  oldest  rocks  are  exposed  along  the  canal  between  Bas  Obispo 
and  Empire.  They  consist  of  an  extensive  basic  metil-conglomerate 
at  Bas  Obispo,  overlain  by  a  series  of  variegated  volcanic  agglom- 
erates, tuffs,  lava  flows,  plugs,  dikes,  and  volcanic  breccias,  mostly  of 
basic  character,  with  greenish,  light-gray,  and  brownish-red  tints 
predominating,  and  all  much  faulted  and  sheered. 

The  axis  or,  approximately,  a  500-foot  downwarp  of  the  bedded 
rocks  trends  across  the  canal  near  Gold  Hill.  The  northern  rim  of 
this  sag  is  the  Empire  breccias  and  the  southern  rim  the  basalt 
intrusions  and  breccias  near  Paraiso.  This  downwarp  is  not  now  a 
valley,  for  it  was  later  filled,  or  covered  over,  with  a  land-deposited 
formation  of  veiy  fine-grained,  green  volcanic  clay,  and  the  latter 
was  intruded  by  basalt  and  breccias,  all  to  be  described  later. 

The  downwarped  rocks  consist  of  dark,  soft  and  friable,  thinly 
bedded,  carbonaceous  clays  and  shales,  containing  some  lenses  of  sand, 
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gravel,  marl,  and  waterlain  basic  tuff.  The  thickness  of  this  forma- 
tion is  not  accurately  determinable  but  is  estimated  at  250  feet.  It 
grades  upward  into  the  next  younger  formation  which,,  consists  of 
light  gray,  limy  sandstone,  and  sandy  limestone,  beds  and  lenses,  3 
inches  to  3  feet  tnick,  separated  from  each  other  by  thin  bedft,(\f  friable, 
dark-gray,  marly  shale  with,  locally,  considerable  carbonaceous  mat- 
ter. Both  these  formations  diow  fossil  oysters,  gastropods,  pelecy- 
podSp  corals,  and  faraminifera,  all  remains  of  a  mannq  launa  of 
Tertiary,  mostly  Oligocene,  facies.  This  proves  that  they  were 
originally  laid  down  as  sediments  in  the  bottom  of  shallow  estuaries 
of  the  sea,  and  as  the  same  fossil  relations  are  found  all  across  the 
Isthmus^  it  is  evident  that  the  Atlantic  and  Pacific  Oceans  were  joined 
at  that  time.  Pyrite  occurs  locally  in  these  beds  in  very  finely  divided 
form,  and  where  scattered  through  layers  that  contain  carbonaceous 
material  it  has,  on  exposure  of  these  layers  to  the  atmosphere  by  drill- 
.  ing  or  blasting,  become  oxidized.  This  atmospheric  oxid#,tion  has 
locally  generated  enough  heat  to  ignite  the  carbonaceous  matl^r  and 
the  smouldering  of  this  continuing  for  from  a  few  to  several  weeks, 
has  produced  a  temperature  locally  high, enough  to  ignite  wood.^ 
With  the  oxidation  of  all  the  carbonaceous  matter  the  rocks  have 
gradually  cooled  off. 

The  chief  geological  facts  about  these  two  series  of  bedded  rocks, 
then,  are  their  low  crushing  strength  and  comparative  weakness,  their 
subjectivity  to  weathering  and  erosive  processes,  and  the  f^ct  that 
they  were  laid  down  in  the  bottom  of  an  interoceanic  passageway 
which  at  that  geological  time  connected  the  Atlantic  and  Pacific 
Oceans  across  where  the  Isthmus  now  stands. 

The  last  marine  bed  of  rock  which  was  deposited  is  a  shell  and 
coral  limestone,  found  at  intervals  across  the  Isthmus,  and  locally 
worked  as  a  quarry  for  road  materials  half  a  mile  northwest  of 
Empire  station.  At  the  latter  place  it  is  really  a  prehistoric  coral 
reel,  for  it  is  there  made  up  chiefly  of  ancient  coral  forms. 

The  sea  receded  from  this  particular  area  after  the  shell  limestone 
bed  was  deposited,  for  overlying  most  of  the  above-described  beds  is 
a  land  formed,  or  subaerial  deposit  of  greenish,  fine-grained,  basic 
volcanic  clay  rock  over  400  feet  thick,  which  fills  the  downwarp  in 
the  marine  beds.  This  formation  locally  contains  lenses  and  beds  of 
gravel,  sandstone,  carbonaceous  and  lignitic  shale  beds  up  to*  4  feet 
thick,  an  extensive  flow  of  andesitic  lava  20  feet  thick  and  a  few  red 
beds.  The  whole  formation  is  very  weak,  crumbly,  and  easily  weath- 
ered. The  lignitic  shales  show  remains  of  land  plants,  and  prove 
that  subaerial  swamp  conditions  existed  at  certain  periods.  The  red 
beds  are  evidence  that  deposition  lagged  at  times  long  enough  for 
atmospheric  oxygen  to  altar  what  was  at  that  time  the  surface  layer 
of  green  iron  silicate  into  red  iron  oxide.  The  successive  number, 
five  or  six,  of  these  red  beds  tells  hAw  many  old  oxidized  surfaces 
have  been  buried  in  the  making  of  this  one  formation.  Very  little 
bedding,  and  that  only  local,  is  discernible  in  these  volcanic  clay 
rocks. 

The  youngest  Isthmian  rocks  are  intrusions,  dikes,  and  local  flows 
of  basalt,  also  masses  of  volcanic  breccia  and  meta-tuffs.  The  former 
are  hard,  dark  rocks  of  fine  texture  and  high  crushing  and  tensile 

^  For  detailed  statement  of  this  beating  see  Science,  May  3,  1012,  p.  701,  "Heating  of 
local  areas  of  ground  in  Cnlebra  Cut,"  by  Donald  F.  MacDonald. 
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strength,  except  locally  where  much  jointed.  The  breccia  and  meta- 
tuff  masses  are  shattered,  intruded,  and  somewhat  metamorphosed 
crowns  masses  which  have  been  punched  upward  in  a  cold  condition 
through  several  hundred  feet  of  soft  overlying  formations  by  intru- 
sions of  basaltic  lava.  Gold  Hill  and  Contractors  Hill  are  such 
forced  up  volcanic  masses,  and  the  breccias  at  Empire  Bridge,  at 
Paraiso,  and  at  Office  Hill,  though  less  conspicuous,  are  also  of  this 
tvpe.  Bot  I  these  hills  were  pushed  up  beyond  the  stability  of  their 
foundations,  and  there  is  geological  evidence  to  show  that  they,  have 
gradually  settled  back  some  hundreds  of  feet  to  their  present  eleva- 
tions. 

In  part  contemporaneous  with  and  in  part  later  than  these  intru- 
sions there  was  considerable  faulting  or  oreaking  and  displacing  of 
the  rock  formations.  These  faults  and  displacements  mostly  cut 
diagonallv  across  the  canal  almost  at  right  angles  to  a  line  drawn 
between  the  center  of  Contractoi's  Hill  and  the  center  of  another  lava 
mass,  Ziun  Hill.  The  soft  rock  between  these  two  cores  of  strong 
rock  has  been  the  zone  of  weakness  along  which  fault  breaks  and 
adjustmenrs  have  gone  on  and  the  locus  of  the  intersection  of  the 
canal  slopes  by  these  fault  planes  is  the  region  of  greatest  sliding. 

In  general,  it  is  interesting  to  note  that  among  the  oldest  rocks  of 
the  Isthmus  are  volcanic  agglomerates  and  tuns  referable  to  vol-^ 
canism  of  the  explosive  kind ;  then  after  a  long  period  of  rest  volcan- 
ism  of  the  quiescent  type  manifested  itself  by  forming  many  dikes 
and  intrusions.  Many  of  the  volcanic  cores  which  were  pushed  up 
have  since  settled  back  some  hunderds  of  feet  below  their  former  ele- 
vation. They  have  entirely  changed  the  drainage,  and,  fortunately, 
where  exposed  in  Culebra  Cut,  they  stand  as  strengthening  pillars 
to  the  weaker  rock  formations. 

III. — TYPES  OF  SUDES. 

There  ar6  four  .distinct  types  of  slide,  each  clearly  differentiable 
from  the  other,  yet  each  aiding  and  abetting  the  others,  and  all  work- 
ing together  to  pull  down  material  from  the  hiffh  slopes  into  Culebra 
Cut,  to  sqlieeze  material  up  in  the  bottom  of  the  cut,  or  to  do  both. 
They  are : 

1^  Structural  breaks  and  deformations  resulting  in  slides. 

2)  Normal  or  gravity  slides. 

|3)  Fault -zone  slides. 

[4)  Weathering  and  surface  erosion. 

1.  Stbuctubal  Break  and  Defobu  ative  SLn)E8. 

(a)  description. 

The  structural  break  and  deformative  tvpe  of  slide  is  by  far  the 
most  important  and  most  troublesome,  ^fortunately,  they  scarcely 
occur  outside  of  the  Culebra  District,  or,  say,  between  Gold  Hill  and 
Empire.  The  first  manifestations  of  these  slides  are  the  appearance 
of  cracks  or  fissures  parallel,  or  somewhat  oblique,  to  the  trend  of  the 
edge  of  the  steep  slope  of  Culebra  Cut,  and  rrom  a  few  yards  to  a 
hundred  yards  or  more  back  from  it  and  from  each  other.  They  are 
usually  traceable  on  the  surface  of  the  ground  for  several  hundred 
yards^  and  gradually  widen  out  to  form  perpendicular  crevasses  sev-, 
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eral  inches  wide.  Locally  one  or  more  of  these  cracks  may  appear, 
and  they  may  develop  into  the  second  stage  in  a  few  weeks  or  in  a 
year  or  two,  depending  on  the  surrounding  conditions.  The  second 
stage  of  this  type  of  slide  consists  of  a  canalward  tilting  of  the  blocks, 
usually  accompanied  by  a  deformation  or  bulging  up  of  the  rocks  in 
the  bottom  of  the  canal  opposite  them.  There  is  a  downward  and  a 
canalward  movement  of  all  the  blocks,  which  reaches  a  maximum  of, 
say,  five  feet  or  more  at  the  edge  of  the  cut.  There  is  also  a  tilting 
forward  toward  the  cut,  on  its  own  axis,  of  each  block.  This  results 
in  the  groimd  on  the  canalward  side  of  each  crack  being  from  an 
inch  to  3  feet  higher  than  the  ground  on  the  other  side,  as  shown  by 
Plate  59.  These  settling,  tilting,  and  deformative  movements  go  on 
for  from  a  few  weeks  to  a  year  before  the  third  and  last  stage  is 
reached.  The  last  stage  consists  in  the  dropping  downward  of  one 
or  more  blocks,  due  to  the  failure  and  squashmg  out  of  the  basal  part 
of  each.  Then  the  whole  block  disintegrates  and  soon  becomes  a 
normal  gravity  earth-rock  slide  piling  up  at  the  bottom  of  the  cut. 
This  last  stage,  once  it  is  entered  upon,  runs  its  course  in  a  few  hours 
or,  at  most,  within  a  few  days. 

(b)  causes. 

.  This  break-deformation  type  of  slide  is  due  to  (a)  a  primal  cause, 
the  unstable  geological  condition  of  the  rock  formations  through 
which  the  cut  passes,  attributable  only  to  nature;  and  (6)  an  imme- 
diate cause,  the  oversteepness  and  height  of  the  slopes,  the  blasting 
and  other  work,  attributable  only  to  man. 

The  first  of  these  (a)  depends  on  several  geological  factors,  the 
chief  of  which  are:  (1)  The  rocks  involved  m  these  slides  consist 
of  rounded  particles  loosely  cemented  together;  they  have  no  inter- 
locking crystal  texture,  hence  have  a  very. low  crushing  strength. 
(2)  These  rocks  have  been  much  weakened  locally  by  faulting,  espe^ 
cially  the  larger  faults  which  cross  the  cut  diagonally.  Tne  mo- 
tion, more  horizontal  than  vertical,  along  these  fault  planes  has  been 
sufficient  to  create  sheared  zones  several  feet  wide,  and  these  are  dis- 
tinct areas  of  weakness  in  the  slopes.  (3)  These  weak  rocks  deform 
or  "  flow  "  outward  and  bulge  or  swell  upward  in  the  canal  bottom 
under  comparatively  low  pressures.  This  deformation  is  accompa- 
nied by  shearing  and  breaking,  which  destroys  cohesiveness  and 
allows  ground  water  and  air  tp  permeate  the  interstices  of  the  slowly 
moving  mass.  (4)  Ground  water  and  air  tend  to  oxidize  and  further 
disintegrate  the  material,  also  to  rendei^  it  more  slippery  and  un- 
stable. (5)  The  lignitic  shale  beds,  especiallv  where  they  have  any 
canalward  dip,  are  slippery  planes  of  weakness  along  which  the 
overlying  material  tends  to  slip  outward  toward  the  cut. 

The  second  or  immediate  cause  (&)  of  this  type  of  slide  is  chiefly 
the  oversteepness  of  slopes  where  the  banks  are  high  and  the  roc^ 
weak.  Any  excavation  removes  support  from  one  side  of  the  col- 
umn of  earth  or  rock  which  forms  the  slopes  or  walls  of  that  excava- 
tion. In  an  excavation  through  granite  the  slopes  or  walls  might  be 
made  perpendicular  for  depths  of  several  thousand  feet  without  their 
crushing  m,  but  if  such  excavation  were  carried  to  depths  of,  say,  3 
miles  or  more,  perpendicular  walls  could  not  be  maintained  even  in 
granite,  for  the  unbalanced  pressure  at  the  foot  of  such  walls  would 
exceed  the  crushing  strength  of  the  rock,  and  crushing  in  of  the  lower 
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Sart  of  the  excavation  would  result  The  weaker  the  rock  the  less 
eep  need  be  the  excavation  and  the  less  steep  the  walls  in  order  to 
cause  crushing  and  deformation;  and  the  critical  depths  and  steep- 
ness for  the  rocks  involved  have  locally  been  exceeded  in  the  cut  near 
Culebra.  In  the  first  estimate  of  excavation  for  Culebra  Cut  this 
weak-rock  factor  was  not  sufficiently  considered.  The  earth  vibra- 
tions set  up  by  deep,  heavy  blasting  near  slopes  already  under  severe 
strain  have  had  considerable  tendency  to  develop  slides. 

(C)    REMEDIES. 

For  this  type  of  slide  there  is  only  one  remedy,  and  that  is  now 
being  applied,  namely:  To  make  the  slopes  less  steep  by  removing 
material  from  their  upper  portions,  so  that  the  unbalanced  pressure 
toward  the  foot  of  the  steep  hi^h  cut  banks  shall  be  less  than  the 
crushing  strength  of  the  rocks  mvolved.  To  do  this  several  steam 
shovels  have  been  put  up  on  top  of  the  banks  on  each  side  of  the  cut, 
and  these  are  now  terracing  tne  upper  part  of  the  slopes,  making 
them  less  steep  and  relieving  somewnat  their  strained  condition. 

If  the  slopes  have  to  be  reduced  any  way  it  would  seem  reasonable 
at  first  sight  to  let  the  slides  come  down,  and  thus  reduce  blasting 
expenses  and  increase  the  output  of  yardage  by  shovelling  them  out 
from  the  bottom  of  the  cut;  in  a  word,  let  the  cut  make  its  own 
natural  slopes;  but  there  is  another  side  to  the  question.  Each  slide 
of  this  type  deforms  and  weakens  the  rocks  down  below  the  limits 
of  the  material  which  actually  gets  into  the  cut  at  the  time^  and  this 
sheared  and  weakened  rock  requires  much  flatter  slopes  to  maintain 
itself  than  would  have  been  necessary  had  it  not  been  strained  by 
pressure  and  deformation.  Also,  each  block  as  it  crushes  down  gen- 
erally leaves  behind  it  not  a  gradual  slope  but  a  nearly  perpendicular 
face,  so  that  when  the  first  slide  is  shoveled  out  the  tendency  for 
another  block  to  crush  down  is  not  removed,  and  in  most  cases  it  is 
but  little  lessened.  Another  factor  which  enters  into  the  cause  of 
these  large  slides  and  deformations  is  time.  Some  of  these  move- 
ments run  their  course  in  a  few  weeks  or  months,  but  others  have 
shown  cracks  for  many  months  or  even  yeai*s  and  have  not  yet  slid. 
These  cracks  and  fissures  are  sources  of  weakness  which  sooner  or 
later,  especially  after  the  cut  shall  have  been  deepened,  mav  become 
troublesome  unless  remedied  by  reduction  of  slopes.  The  slides  also 
involve  the  additional  expense  and  difficulty  of  shifting  and  ad- 
justing the  railroad  tracks  in  the  cut  so  that  the  dirt  trains  may  not 
be  interrupted,  and  of  keeping  the  drainage  ditches  clear.  It  is 
therefore  very  desirable  that  tney  be  prevented  if  possible,  or  at 
least  remedied  as  soon  as  practicable  after  they  begin  to  manifest 
themselves. 

The  highest  and  steepest  parts  of  Culebra  Cut,  namely,  Gold  Hill 
and  Contractors  Hill,  afford  evidence  that  they  will  not  deform  and 
crush  into  the  cut.  This  is  due  to  the  fact  that  they  are  relatively 
strong  rocks  of  volcanic  origin  with  foundations  which  extend  down 
deep  into  the  earth.  Rock  loosened  by  joining,  due  to  weathering 
ami  in  part  due  to  former  heavy  blasting,  will  from  time  to  time 
drop  from  the  steep  parts  of  these  hills,  even  to  the  extent  of  what 
mignt  be  called  good-sized  rock  slides,  but  the  hill  masses  themselves 
are  solid  and  will  stand. 
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In  summary  then,  the  structural  break  type  of  slide  is  due  to 
over-steep  slopes  where  the  banks  are  high  and  the  rocks  weak.  The 
remedy  is  to  unload  the  unbalanced  pressure  and  reduce  the  slopes. 
The  ends  to  be  accomplished  by  the  remedy  are,  a  reduction  of  the 
total  excavation,  for  any  rock  will  stand  at  a  much  steeper  angle 
before  being  disturbed  tnan  after  it  has  been  weakened  by  deforma- 
tion. Also,  future  slides  may  be  avoided  and  extra  adjustment  of 
track  and  drainage  systems  in  the  cut  be  minimized  by  prompt  appli- 
cation of  remedial  measures. 

2.  Normal  ob  Gravity  Slides. 

We  now  come  to  the  second,  the  normal  or  gravity  type  of  slide. 
Locally  along  Culebra  Cut  porous  material  lies  on  top  of  relatively 
impervious  clay,  shale  beds,  or  dense  lava  masses.  Rain  and  ground 
water  may  saturate  the  porous  layers,  but  are  impeded  in  their  down- 
ward descent  by  the  relatively  impervious  rock.  This  causes  a  muddy, 
slippery  zone  to  form  along  the  contact  between  the  pervious  upper 
and  impervious  lower  layer,  and  if  this  zone  slopes  canalward,  or  if 
there  is  a  thrust  or  heaa  of  pressure  toward  the  canal  from  higher 
ground  in  the  rear  of  it,  a  normal  or  gravity  type  of  slide  is  almost 
sure  to  result.  These  slides  differ  from  the  structural  break  and  de- 
formative  type  above  described  in  that  they  cause  no,  or  very  little, 
deformation  of  the  underlying  rocks,  and  therefore  do  not  weaken  the 
permanent  slopes  of  the  canal.  There  is  no  remedy  for  these  slides 
except  to  shovel  them  out  as  they  come  down  and  teep  them  as  well 
drained,  if  such  drainage  can  conveniently  be  accomplished,  as  is 
possible.  Generally  no  saving  of  excavation  can  be  accomplished  by 
removing  material  from  the  top  part  of  them. 

Although  a  few  years  ago  very  troublesome,  this  tvpe  of  slide  is  not 
now  relatively  important.  Among  the  largest  oi  them  that  have 
been  active  are:  Cucaracha  slide,  which  gave  trouble  to  the  French 
company  in  1887,  and  which  reached  a  maximum  areal  development 
of  about  52  acres.  More  than  2,000,000  cubic  yards  of  clay  and  sur- 
face debris  have  slid  into  the  cut  from  this  slide  since  it  first  became 
active.  The  end  of  its  activity  is  now  well  in  sight,  however,  because 
the  loose  surface  stone  and  clay  have  mostly  slid  off,  exposing 
several  large  dikes  and  flows  of  basalt  which  will  successfully  main- 
tain in  place  most  of  the  remaining  material.  At  Paraiso  a  slide  of 
this  type  existed  because  a  canalward  dipping  lignitic  shale  bed  and 
some  faulting  allowed  the  loose  surface  material  to  slide  into  the  cut 
every  time  the  latter  was  deepened.  This  slide  also  is  now  practically 
dead.  A  prehistoric  valley  with  a  canalward  pitch  of  about  20 
degrees  was  intersected  by  Culebra  Cut  near  Las  Cascadas.  Porous, 
grayish,  volcanic  tuff  filled  this  old  valley  and  its  floor  was  of  rela- 
tively impervious  clay  rock  which  the  rain  easily  converted  into  mud. 
When  the  porous  material  became  saturated  it  slid  off  its  relatively 
frictionless  base  into  the  cut.  This  slide  soon  ran  its  course  and  is 
now  dead.  Many  other  slides  of  this  type  have  occurred  and  some 
others  are  still  to  come,  but  it  is  believed  they  will  not  be  of  large  size. 

3.  Fault  Zone  Slides. 

The  third  type  of  slide  is  that  occasioned  primarily  by  sheared 
and  weakened  zones  in  the  rocks  due  to  fault  displacements.  As 
the  rock  masses  moved  past  each  other  in  the  adjustment  of  earth 
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blocks,  the  frictional  pressure  was  often  great  enough*  to  crush  and 
shear  the  material  for  several  feet  on  each  side  of  the  plane  of 
movement.  Where  the  fault  plane  cuts  diagonally  across  me  canal 
large  masses  of  rock  in  the  acute  an^le  between  the  fault  plane  and 
the  plane  of  the  canal  slope  generally  fall  out  into  the  excavation; 
or  where  the  fault  plane  dips  the  overhan^ng  rocks  often  crush 
down  into  the  canal.  As  previously  explained,  these  fault  zones 
cutting  the  weak  rocks  near  Culebra  are  important  factors  in  pro- 
ducing slides  of  the  structural  break  or  deformation  type- 

The  most  notable  slides  of  the  fault  zone  type,  though  thqr  also 
belong  in  small  part  to  the  structural  break  type,  are  the  La  Pita 
slide,  and  the  recent  large  slide  which  occurred  about  600  feet  north 
of  La  Pita,  between  Empire  and  Las  ("ascadas  on  the  east  side  of 
the  canal.  In  both  cases  a  brownish  breccia  locally  covers  a  dark 
gray  volcanic  agglomerate  to  a  depth  of  60  feet ;  the  whole  forming 
an  almost  perpendicular  bank  of  90  feet  at  La  Pita,  and  of  more 
than  125  feet  where  the  recent  slide  occurred.  In  each  case,  but 
especially  at  the  more  recent  slide,  a  fault  crosses  the  cut  in  a  direc- 
tion somewhat  diagonal  to  the  trend  of  the  Canal.  The  differential 
movement  of  the  rocks  along  these  fault  planes  had  sheared  and 
weakened  them.  These  planes  of  shearing  aip  northerly  at  an  angle 
of  about  60  degrees,  thus  leaving  a  weakened  overhanging  mass 
which  in  each  case  rested  insecurely  against  the  rocks  from  which 
it  had  been  faulted  off.  A  diversion  ditch  on  top  of  the  bank  comes 
witiiin  a  hundred  feet  of  the  slope  here,  and  the  water  from  this 
leaked  out  in  places  alon^  the  Dreccia-a*gglomerate  contact,  but 
chiefly  along  the  sheared  fault  zones.  In  the  case  of  the  recent 
slide  the  basal  agglomerate  contained  peculiar  volcanic  mud-lava 
flows  which  on  cooling  had  assumed  columnar  jointing  (plate  60), 
and  these  joints  afforded  channels  for  the  invasion  ox  seepage  and 
groimd  water.  The  water  softened  the  agglomerate,  especially  down 
near  the  foot  of  the  slope  where  it  was  already  weakened  by  the 
fault  zone  and  under  great  strain  from  the  overhanging  mass.  The 
result  was  that  the  basal  agglomerate  failed  and  crusned  down  under 
the  weight  of  a  huge  block  of  the  breccia  which  contained  about 
20J200  cubic  yards  m  the  case  of  the  La  Pita  slide,  and  300,000 
cubic  yards  in  the  case  of  the  recent  slide. 

Slides  which  may  exclusively  be  classed  under  this  heading  are  not 
common,  which  is  fortunate,  for  seldom  can  any  economical  remedial 
measures  be  applied  to  them. 

4.  Sliding  Ground  Due  to  Weathering  and  Erosion. 

The  last  type  of  sliding  ground  is  that  which  is  due  to  weathering 
and  erosion  of  the  steep  unprotected  slopes  of  Culebra  Cut.  The 
rocks  of  the  cut  are  mostly  basic,  and  contain  iron  and  magnesia 
compound  in  considerable  amounts.  The  iron  compounds  are 
largely  in  the  ferrous  fonn  and  give  to  the  rocks  dark  and  green 
shades  of  coloring.  On  exposure  to  the  moist  atmosphere,  these  fer- 
rous c<»npounds  are  oxidized  to  the  ferric  condition,  with  change  of 
volume,  and  consequentlv  a  crumbling  of  the  material  so  charged 
takes  place.  This,  coupled  with  the  sohible  character  of  the  limy 
cement  present  in  varymg  quantities  in  most  of  the  beds,  seems  to 
be  the  chief  reason  for  the  very  rapid  weathering  here  of  all  except 
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the  dense  volcanic  rocks.  This  rapid  weathering  soon  covers  the 
surface  of  the  slopes  with  a  layer  of  crumbled  and  disintegrated 
rock.  The  heavy  tropical  rains  wash  this  loose  material  into  the 
cut  and  thus  fresh  surfaces  are  exposed  for  further  weathering 
action.  Of  course,  the  amount  of  material  washed  down  in  this  way 
is  not  sufficient  to  be  a  problem  in  canal  construction,  but  unless 
remedied,  it  would  add  something  to  upkeep  charges.  If  sediment 
washed  into  the  canal  in  this  way  were  evenly  distributed  over  the 
bottom  of  Culebra  Cut,  it  is  estimated  that  it  would  average  close  to  2 
inches  per  annum  during  the  first  few  years.  At  1.8  inches  the  total 
deposit  would  be  65,000  cubic  yards,  which  at  25  cents  per  cubic 
yard  for  removal  would  add  $16,250  to  maintenance.  These  figures 
are  given  as  a  conservative  estimate  merely  to  point  out  some  prac- 
tical features  of  the  erosion  j)roblem,  and  they  are  substantiated  by 
the  records  of  the  sedimentation  which  occurred  between  1889  when 
the  old  French  company  quit  and  1894  when  the  new  French  com- 
pany began  work.  Fortunately  nature  here  provides  a  remedy  for 
this  surface  erosion  in  the  luxuriant  vegetable  growth  of  the  region. 
It  is  well  known  that  even  steep  slopes  suffer  relatively  little  erosion, 
if  they  be  well  carpeted  with  a  thick  vegetable  growth.  It  has  there- 
fore been  proposed  to  promote  the  growth  of  vegetation  on  the  per- 
manent slopes  of  the  canal  where  necessary,  and  thus  settle  the 
question  of  trenching  and  wash  by  heavy  rains. 

Mother  large  erosion  problem  is  that  which  will  result  along  the 
water's  edge  from  the  wash  of  steamers  going  through  the  canal.  In 
the  softer  rocks  this  wash  will  be  considerable,  unless  a  protective 
covering  is  used.  Certain  difficulties  inherent  in  the  geological  char- 
acter ox  the  rock  formations  will  have  to  be  reckoned  with  in  plan- 
ning this  protection,  namely,  the  rocks  will  oxidize  and  swell  in  a 
more  or  less  uneven  way.  The  reason  why  lack  of  uniformity  will 
characterize  this  movement  is  that  weathering  will  progress  most 
japidly  where  Assuring  and  jointing  have  opened  up  the  rocks  most. 
Also,  the  different  types  of  rock  will  be  affected  differently.  Small 
swellings  and  movements  of  the  slopes,  which  will  not  necessarily 
result  in  slides,  will  also  occur.  These  will  be  due  to  the  new  con- 
ditions of  rock  pressure  created  by  the  excavation. 

It  is  certain  that  no  practical  system  of  revetment  work  or  retain- 
ing walls  would  prevent  the  large  slides.  Still  there  is  no  reason 
why  a  protecting  revetment  along  the  water's  edge  where  the  rocks 
are  crumbly,  designed  to  allow  for  the  various  rocK  adjustments,  can 
not  be  adopted.  A  thin  veneer  of  cement  spread  on  the  slopes  from  a 
cement  spraying  gun  was  tried,  but  without  success.  Within  a  few 
months  tne  thin  coat  of  cement  thus  put  on  began  to  crack  and  peel 
off,  due  to  the  following  causes: 

(1)  Oxygenated  surface  waters  seeped  through  the  thin  coating 
and  through  the  rock  and  oxidized  the  latter  along  its  contact  with 
the  cement,  thus  causing  the  adhesive  zone  or  contact  to  become  loose 
and  crumbly  and  very  insecure. 

(2)  Irregular  swelling  of  the  rock,  due  to  oxidation,  adjustment  of 
pressures,  etc.,  cracked  the  cement  veneer  and  further  weakened  it, 

(3)  Blasting  vibrations  tended  to  crack  and  scale  it  off. 

The  turning  of  the  water  into  the  canal  will  remedy  the  slides  in 
so  far  as  it  will  provide  cheaper  methods  of  excavation  and  removal 
of  them  by  dredging.    The  counterbalancing  effect  of  the  water 
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against  the  slopes  of  the  canal  will  be  very  small  so  far  as  the  slides 
are  concerned,  for  the  following  reasons:  The  maximum  depth  of 
water  in  Culebra  Cut  will  be  45  feet,  and  the  height  of  the  slopes 
where  sliding  might  occur  is  from  75  to  300  feet.  The  sliding  ma- 
terial has  an  average  specific  gravity  of  about  2.5,  hence  45  feet  of 
water  would  balance  aoout  18  feet  of  slide  if  the  pressures  were 
evenly  distributed.  Considering  the  more  or  less  wedge-shaped  fronts 
and  the  back  pressures  of  many  of  the  slides,  it  is  estimated  that 
the  46  feet  of  water  would  be  equivalent  to  only  about  10  feet  of  slide 
pressure.  Other  considerations  are  that,  though  the  water  will  pro- 
tect the  lower  part  of  the  canal  from  oxidation  and  weathering,  thus 
i^moving  a  small  source  of  weakness,  it  will  cause  water  to  permeate 
under  pressure  the  cracks  and  interstices  at  the  foot  of  the  slope  and 
thus  be  an  added  source  of  weakness — though  not  a  serious  one — ^to 
the  slides.  On  the  whole,  the  water  in  the  canal  will  slightly  in- 
crease the  tendency  to  slide,  but  this  will  be  much  more  than  offset 
by  the  cheaper  methods  of  excavation  and  transportation  which  can 
then  be  used. 

There  is  another  geological  principle  which,  because  it  plays  a 
considerable  part  in  most  of  the  slides,  except  where  the  material 
involved  is  largely  coarse  grained,  will  be  treated  here  in  a  para- 
graph by  itself!  Kunning  water  acts  as  a  mill  to  grind  finer  and 
finer  the  rocks,  pebbles,  and  sediment  which  it  transports,  until  the 
limit  of  fineness  is  reached.  This  limit  is  that  very  minute  size 
which  maj  be  included  in  a  water  film  where  such  particle  would  be 
held  captive  by  the  surface  tension  and  cohesion  or  the  minute  con- 
taining water  drop.  The  cohesion  or  tensile  strength  of  water,  small 
though  it  is,  may  popularly  be  illustrated  by  observing  a  drop  of 
water  cling  to  the  end  of  a  pencil  or  glass  rod  until  it  finally  grows 
large  enough  to  overcome  its  cohesive  force  and  fall  off.  A  small 
fragment  of  paper  may  be  held  suspended  by  the  cohesive  force  of  a 
drop  of  water  holding  on  to  the  paper  below  and  the  glass  rod  above; 
By  virtue  of  this  physical  principle,  a  very  small  particle  of  solid 
material  can  be  held  in  the  center  of  a  small  drop  or  water  and  will 
stay  there  until  the  water  evaporates  or  has  its  surface  tension  de- 
stroyed. The  result  of  a  cubic  yard  of  such  minute  particles  en- 
veloped in  water  films  would  be  so  much  ooze,  or  very  fine  mud,  which 
would  drain  out  with  very  great  difficulty.  In  general^  the  finer  the 
grain  of  any  geological  material  the  more  difficult  it  becomes  to 
drain. 

Now,  the  bedded  rocks  of  Culebra  Cut  have  in  them  a  considerable 
proportion  of  very  fine  material  which  is  not  solidly  cemented  to- 
gether, particle  to  particle;  especially  is  this  true  of  the  green 
argillaceous  clay  rocks  near  Culebra.  This  fine-grained  material 
will  stand  fairly  well,  and  comparatively  steep,  and  is  relatively  im- 
pervious to  water  until  it  begins  to  crush  and  deform,  then  the  small 
particles  become  loosened  and  separated  from  each  other,  and  after 
movement  has  gone  on  for  a  considerable  period  the  particles  that 
are  small  enou^  become,  whenever  conditions  are  favorable,  envel- 
oped in  a  film  of  ground  water.  Now,  every  particle  so  enveloped  is 
an  added  impetus  toward  the  consistencv  of  mud  and  toward  a  weak- 
ening of  the  stability  of  the  whole.  Where  these  conditions  have 
been  a  factor  in  the  production  of  slides,  the  top  part  of  the  moving 
ground  may  be  comparatively  dry  and  crumbly  while  the  deeper 
parts  of  it  may  be  in  a  pasty  condition. 
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With  this  explanation  it  may  a^ain  be  stated  that  mud,  or  normal 
surface  earth-rock  slides  whicn  do  not  deform  the  imderlying  ma- 
terial over  which  they  move,  need  receive  no  attention  so  far  as  pre- 
ventive remedies  are  concerned;  in  fact,  very  seldom  can  anything 
be  done  to  prevent  or  lessen  them.  The  real  difficulty  lies  in  the  deep 
breaks  and  movements  of  large  slides  which  cause  deformations  of 
the  material  in  the  bottom  of  the  cut  and  far  below  its  bottom. 
Every  such  deformation  is,  because  of  the  operation  of  the  above 
stated  principle  on  the  large  jjercentage  of  fine  material  in  the  rocks, 
an  added  weakness,  a  progression  toward  greater  instability  as  deeper 
excavation  is  attained. 

This,  then,  is,  in  some  detail,  the  chief  reason  why  all  deformation 
weakens  the  peculiar  type  of  bedded  rocks  which  occur  in  Culebra 
Cut;  and  this,  in  addition  to  other  reasons  already  given,  is  why, 
from  the  geological  point  of  view,  it  will  be  a  great  saving  in  the  end 
to  prosecute  with  vigor  the  lightening  up  process  on  the  upper  slopes 
which  has  been  carried  on  for  some  time,  the  chief  end  in  view  being 
that  deformations  of  the  bottom  and  deeper  rocks  may  be  lessened  or 
prevented  and  thus  better  conditions  for  permanent  slopes  in  the 
future  be  established. 

IV.  BLASTING ^TTS  EFFECTS  ON  THE  SLIDES. 

Two  sets  of  waves  are  propagated  from  each  blast — one  atmos- 
pheric, the  other  earth  waves.  The  former  arrive  with  the  noise  of 
the  explosion,  showing  that  they  move  with  about  the  same  velocity 
as  sound ;  the  latter  travel  much  faster.  The  earth  waves  affect  the 
seismographs  in  a  way  that  shows  they  are  movements  more  com- 
pression al  than  undulatory.  These  compressions  and  expansions 
passing  through  an  already  strained  rock  very  considerably  promote 
its  tendency  to  deform  or  crush.  The  deeper  the  blast,  otner  things 
being  equal,  the  less  the  proportion  of  its  energy  which  goes  into 
atmospheric  waves.  Atmospheric  waves  are  harmless  so  far  as  the 
slides  are  concerned,  though  they  jar  houses  more  sharply  than  the 
earth  waves. 

In  general,  the  effects  on  the  slides  due  to  blasting  increase  in  pro- 
portion to  the  depth  of  the  holes,  the  amount  of  the  charge,  and  the 
proximity  to  high,  steep  banks  where  the  rocks  are  weak  and  already 
considerably  strained.  Fewer  holes  are  now  exploded  in  each  blast 
than  formerly,  and  this  method  gives  better  results  under  present 
conditions. 

V.   CONCLUSION. 

When  the  slopes  shall  have  been  reduced  to  the  proper  angle,  which 
will,  of  course,  vary  with  the  strength  of  the  rode  from  almost  per- 
pendicular in  the  case  of  the  strong  lavas  to  1  on  5  in  the  soft  rocks, 
or,  say,  even  1  on  10  in  a  few  extreme  cases  of  the  much-sheered  clay 
rocks  where  deformation  has  further  weakened  them,  the  slide  prob- 
lem will  be  practically  solved.  With  slope  pressures  thus  mially 
adjusted  and  a  protective  mantle  of  vegetation  minimizing  erosion  on 
the  banks,  there  is  no  reason  why  Culebra  Cut  shall  not  oe  as  stable 
and  as  enduring  as  similar  valleys  formed  by  nature's  sculpturing 
hand. 
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APPENDIX  F. 

EEPOBT  OF  CrVH  ENOIITEEB  H.  H.  BOXTSSEATT,  ITNITED  STATES 
NAVT,  MEMBER  OF  ISIHMIAir  CAITAL  COMMISSION,  ASSISTANT 
TO  THE  CHIEF  ENQINEEB,  IH  CHABQE  OF  THE  SECOND  DIVI- 
SION OF  THE  OFFICE  OF  THE  CHIEF  ENOINEEB. 


Isthmian  Canal  Commission, 
OmcB  OF  THE  Chief  Engineer,  Second  Division, 

Culebra^  Canal  Zone^  Augvst  Sl^  1912, 

Sir:  I  have  the  honor  to  submit  the  following  report  for  the  sec- 
ond division  of  the  office  of  the  chief  engineer  for  the  fiscal  year 
ended  June  30,  1912. 

The  total  specific  appropriations  by  Congress  available  to  June  30, 
1912,  amounted  to  $293,561,468.58,  or  78  per  cent  of  the  total  esti- 
mate of  December,  1908,  of  $376,201,000.  By  act  approved  August 
24,  1912,  additional  appropriations  were  made  for  the  fiscal  year 
1913  amounting  to  $28,980,000,  exclusive  of  fortifications,  leaving 
$52,659,531.42  of  the  total  estimated  cost  of  the  canal  to  be  appro- 
priated hereafter,  or  14  per  cent. 

To  June  30,  1912,  the  classified  expenditures,  i.  e.,  expenditures 
under  general  account  No.  1  which  have  been  charged  into  the  work, 
amounted  to  $259,653,236.74,  or  about  69  per  cent  of  the  total  estimated 
cost.  Of  this  amount  $34,183,183.48  were  exoended  during  the  fiscal 
year  1911,  or  about  9  per  cent  of  the  total  estimated  cost  of  the 
canal.  The  difference  between  the  appropriations  available  to  June 
30,  1912,  and  the  classified  expenditures  to  June  30,  1912,  amounting 
to  $33,908,231.84,  represents  such  items  as  unexpended  balances  oi 
appropriations,  unexpended  material  and  supplies  in  storehouses, 
and  other  items  reported  as  "  unclassified  expenditures  "  under  gen- 
eral accounts  other  than  general  account  No.  1,  which  are  not  yet 
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properly  chargeable  against  construction  work.    They  are  listed  in 
table  Jfo.  2  of  the  examiner  of  account's  i 


annual  report. 

The  quantity  of  work  performed  to  June  30,  1912,  for  the  three 
principal  items  of  excavation,  concrete,  and  fill  in  dams,  the  total 
Quantity  to  be  performed,  and  the  amount  performed  during  the  I 
nscal  year  1912  are  as  follows : 


Item  of  work. 


Excavations 

Dry 

Wet 

Total. 

CoDcretB.... 
Ffllindams 


Estimated 
total  quan- 
tity as  of 
Julv],ma 
(cubic  yards), 


126,735,000 
M,  402,000 


312.237.000 


6.433.300 
35,043.000 


Completed  to  June  30, 
1913. 


Quaotity 
(cuoio  yards). 


106,300,304 
64,365.035 


173,175,310 


3.051.876 
33,035.160 


Per  cent 
of  total. 


Qnantity 

(cuDlo  yards). 


86.14 
75.00 


81.60 


73.73 
01.04 


Performed  during  fiscal 
year  1013. 


10,301,874 
10,010,385 


30.303.100 


1.443,570 
6,087,735 


Percent 
of  total. 


15.43 
13.61' 


14.38 


36.55 
34.11 
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The  accompanying  chart  (plate  No.  95)  shows  graphically  the  ex- 
cavation, concrete,  and  fill,  and  the  total  expenditures  to  June  30, 
1912,  together  with  the  monthly  rate  of  progress  of  the  work  and  ex- 
penditures. 

Of  the  total  classified  expenditures  to  June  30, 1912.  $32,547,720.75, 
or  about  12^  per  cent,  were  for  plant  and  equipment  tor  construction 
and  for  four  steamships,  of  which  amount  $1,254,697.70  were  ex- 
pended during  the  fiscal  year  1912. 

Terminals. 

During  the  past  year  considerable  progress  has  been  made  in  con- 
nection with  the  design  of  terminals  at  the  Atlantic  and  Pacific 
entrances  of  the  canal ;  and  consideration  has  also  been  given  to  pro- 
viding a  small  permanent  dock  at  Gatun  for  transferring  passengers 
and  freight.  The  general  layout  as  proposed  is  based  on  affording 
such  wharves  and  piers,  of  sufficient  number  and  of  convenient  ar- 
rangement, as  will  be  adequate  to  meet  all  requirements  when  the 
canal  is  opened,  and  be  readily  extended  so  as  to  provide  for  any 
future  increased  requirements. 

In  addition  to  the  berthing  space  for  vessels  using  the  canal  and 
terminal  ports,  it  is  proposed  to  provide  the  necessary  facilities  for 
docking  and  repairing  all  classes  of  vessels,  and  for  furnishing  them 
with  fuel,  fresh  water,  and  supplies  of  all  kinds.  The  annual  report 
for  1911  contains  the  general  recommendations  on  terminals,  which 
were  approved  in  May,  1911,  and  which  were  based  on  filling  not  only 
all  commercial,  but  also  all  canal,  naval,  and  military  requirements, 
it  being  understood  that  the  facilities  will  be  for  the  joint  use  of  all 
vessels  requiring  them  in  time  of  peace,  and  primarily  for  naval  and 
military  use  in  time  of  war. 

The  general  scheme  of  terminals  as  outlined  in  the  last  annual  re- 
port has  been  adhered  to,  with  some  comparatively  slight  modifica- 
tions which  have  appeared  advisable  after  further  consideration  and 
investigation;  and  practically  all  matters  which  were  left  unsettled 
at  the  Deginning  of  the  last  fiscal  year  have  since  been  determined 
and  approved  in  accordance  with  the  recommendations  of  various 
boards  representing  the  different  interests  concerned  therein,  as 
follows : 

i.  Main  coaling  plant, — ^The  main  coaling  plant  at  the  Atlantic 
terminus  of  the  canal  will  be  located  on  the  north  end  of  the  island, 
opposite  Dock  No.  11  at  Cristobal.  The  capacity  of  this  plant  will 
be  as  fixed  last  year  and  as  since  approved  by  the  Navy  Department. 
The  plant  will  be  capable  of  handling  and  storing  200,000  tons  of 
coal,  with  a  possible  increase  of  50  per  cent.  Subaqueous  storage 
will  be  provided  for  100,000  tons.  This  plant  will  have  railroad 
connection  with  the  mainland  over  a  bascule  bridge  crossing  the 
French  Canal  about  half  a  mile  south  of  the  entrance  to  the  old 
Cristobal  dry  dock,  which  connection  the  Panama  Railroad  Co.  is 
now  preparing  to  make. 

.?.  Subsidiary  coaling  plant. — ^The  subsidiary  coaling  plant  at  the 
Pacific  terminus  will  be  located  at  Balboa,  at  the  outer  end  of  the 
southeast  approach  wall  of  the  dry  dock,  having  a  frontage  of  500 
feet  thereon  especially  adapted  for  discharging  vessels,  and  a  front- 
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age  of  500  feet  with  elevated  bunkers  adapted  for  loading  vessels  and 
barges  farther  south  on  the  site  now  occupied  by  the  Panama  Rail- 
road wooden  dock.  This  plant  will  be  capable  of  handling  and  stor- 
ing 100,000  tons  of  coal,  with  a  possible  increase  of  60  per  cent. 
Subaqueous  storage  will  be  provided  for  50,000  tons  of  coal.  The 
equipment  contemplated  for  this  plant  includes  the  four  berm  cranes 
which  have  been  used  in  the  construction  of  the  Pacific  locks. 

3.  Fuel  oil  supply. — In  addition  to  coal,  facilities  will  be  provided 
for  at  Cristobal  and  at  Balboa  for  supplying  shipping  and  the  canal 
with  fuel  oil.  Arrangements  are  being  made  to  secure  an  initial 
storage  capacity  of  80,000  barrels  at  each  point  by  purchasing  four 
tanks  of  40,000  barrels'  capacity  each.  These  fuel  oil  plants  will  be 
capable  of  increase  as  required. 

4-  Wharves  and  piers^ — The  wharves  and  piers  for  commercial 
use  at  Cristobal  will  be  located  between  Cristobal  Point  and  the  canal 
channel  and  behind  a  mole  and  breakwater  built  out  from  Cristobal 
toward  the  canal  channel  and  parallel  to  the  new  boundary  line  be- 
tween the  Canal  Zone  and  Panaman  waters.  All  wharves  and  piers 
will  be  of  permanent  construction.  The  five  piers  for  which  room 
has  been  provided  will  be  about  1,000  feet  in  length  and  209  feet  wide, 
with  300- foot  slips  between.  To  meet  its\  own  commercial  require- 
ments the  Panama  Railroad  during  the  past  year  has  started  the 
construction  of  one  pier  with  a  300-foot  slip  on  each  side;  one  1,000- 
foot  wharf,  together  with  tlie  necessary  length  of  mole  and  break- 
water. The  head  of  each  slip,  for  its  full  length,  will  be  made  suit- 
able for  the  landing  and  moorings  of  small  boats.  The  construction 
of  additional  piers  will  be  deferred  until  the  necessity  therefor 
develops. 

On  the  Pacific  side  the  piers  for  commercial  use  at  Balboa  will  be 
placed  at  right  angles  to  the  axis  of  the  canal,  with  the  ends  of 
the  piers  about  2,650  feet  from  the  center  of  the  600-foot  canal 
channel.  The  piers  will  be  about  1,000  feet  long  and  200  feet  wide, 
with  300- foot  slips  between  the  piers,  and  landings  for  small  boats  at 
the  head  of  each  slip  for  the  full  width  between  piers.  All  dimen- 
sions accord  with  those  of  the  Atlantic  termiiml  piers.  During  the 
year  the  width  of  piers  has  been  increased  from  150  feet,  as  originally 
planned,  to  about  200  feet,  in  order  to  more  fully  meet  the  expected 
needs.  There  will  be  ample  room  for  the  construction  of  five  piers 
should  the  necessity  therefor  ever  develop.  The  construction  of  one 
pier  is  to  be  undertaken  at  first.  In  addition  to  the  berthing  space 
thus  afforded,  there  will  be  the  old  French  steel  wharf,  about  1,000 
feet  in  length,  and  also  from  2^000  to  3,000  feet  of  berthing  space 
fronting  the  shops,  which  ordinarily  may  be  considered  available  for 
commercial  use  when  thus  needed. 

5.  Superstructure^  wharves  and  viers, — ^ThQ  superstructure  of  the 
commercial  piers  and  wharves  will  consist  of  one-story  steel  sheds 
having  a  clear  height  of  25  feet  To  assist  in  unloading  and  loading 
vessels,  the  sheds  will  be  provided  with  a  horizontal  longitudinal 
girder  on  each  side  of  the  building,  elevated  to  the  proper  height 
above  the  eaves  f oi'  attaching  blocks.  The  sheds  will  be  of  fireproof 
construction,  either  reenforced  concrete  or  steel  completely  incased  in 
concrete.  The  pier  sheds  will  cover  the  entire  piers  except  for  a 
space  of  about  18  feet  along  each  side  and  the  outer  end  of  the  pier. 
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The  wharves  adjacent  to  the  repair  shops  at  Balboa  will  not  be  pro- 
vided with  any  sheds.  The  approved  arrangement  of  tracks  on  the 
docks  includes  a  track  at  the  floor  level  along  each  edge  of  piers  and 
wharves.  Through  the  center  of  the  pier  sheds  there  will  be  two  de- 
pressed tracks,  bringing  the  car  floors  level  with  the  floors  of  dieds. 

6.  Cargo  Jiandling  appliances, — Considerable  study  has  been  given 
to  the  convenient  and  economical  handling  and  stormg  of  frei^it  at 
the  terminals.  The  opinion  is  general  that  after  the  opening  of  the 
canal  very  little  freight  will  be  carried  across  the  Isthmus  oy  rail. 
The  amount  of  freight  that  will  be  handled  from  ship  to  ship  "at  the 
terminals,  or  requiring  storage,  and  the  character  of  same  are  at 
present  unknown.  The  best  type  of  cargo  handling  appliances  can 
not  be  determined  until  these  two  factors  are  known.  It  has  been 
decided  therefore  that  the  furnishing  at  present  of  any  cargo- 
handling  cranes  or  similar  appliances  shall  be  deferred  until  the 
future  demonstrates  that  they  are  essential  and  also  what  special 
type  will  best  meet  the  conditions.  At  Cristobal,  with  a  range  of  tide 
of  scarcely  a  foot,  freight  requiring  transfer  can  be  easily  handled 
by  vessels'  cargo  booms  supplemented  by  blocks  attached  to  the 
elevated  girders  along  the  sides  of  the  pier  sheds*  Single  pieces  too 
heavy  to  be  thus  transferred  will  be  taken  care  of  by  a  floating  crane. 

At  Balboa,  where  the  average  range  of  tides  is  close  to  13  feet, 
there  will  be  8  new  electric  cranes  on  the  old  French  wharf  and 
the  cranes  now  in  use  on  this  wharf.  A  floating  crane  will  be  avail- 
able for  heavy  loads.  The  transfer  of  freight  from  point  to  point 
on  a  pier  may  be  best  made  by  hand  or  electric  trucks.  Transfers 
betw'een  piers  may  be  made  in  standard-gauge  cars  or  by  electric 
trucks.  The  clear  space  which  has  been  left  along  the  side  of  each 
pier  is  sufficient  to  permit  the  installation  of  cranes  or  other  ap- 
pliances should  the  necessity  for  same  develop  in  the  future. 

7.  Docking  facilities. — ^The  main  docking  facilities  have  been  lo- 
cated at  Balboa,  which  is  in  accord  with  the  wishes  of  the  Navy  De- 
partment. There  will  be  one  main  dry  dock  capable  of  accommodat- 
ing any  vessel  that  can  pass  through  the  canal  locks.  This  dock  will 
have  a  usable  length  of  1,000  feet^  a  depth  over  the  keel  blocks  of 
35  feet  referred  to  mean  sea  level,  and  an  entrance  width  of  110  feet. 
The  entrance  will  be  closed  by  miter  gates  similar  to  the  lock  gates. 
A  suitable  site  has  been  found  under  the  protection  of  Sosa  HilL 
The  dock  will  be  founded  on  rock,  and  the  excavation  in  the  rock 
will  be  lined  with  concrete.  Diamond  borings  taken  over  the  entire 
area  show  the  rock  to  be  a  solid  mass  of  dark  fine-grained  andesite* 
which  has  welled  up  from  the  depths  of  the  earth  as  a  core  of  cooled 
volcanic  rock.  The  rock  indicated  by  all  of  the  borings  is  strong, 
solid,  and  well  suited  to  give  a  solid  foundation  for  any  structure 
that  may  be  built  upon  it.  The  dry  dock  will  be  served  by  a  40-ton 
locomotive  crane  with  a  travel  along  both  sides. 

For  smaller  classes  of  vessels  an  auxiliary  dry  dock  will  be  pro- 
vided, for  which  a  suitable  foundation  on  similar  hard  rock  has  been 
found.  The  latter  dock  will  be  in  lieu  of  the  marine  railways  at  first 
contemplated.  This  dock  will  have  a  usable  length  of  350  feet,  a 
width  of  entrance  of  71  feet  at  mean  sea  level,  and  a  depth  over  the 
keel  blocks  of  13^  feet  referred  to  the  same  level.  The  auxiliary  dry 
dock  will  be  provided  with  a  floating  caisson.  The  40-ton  locomotive 
crane  will  serve  the  auxiliary  dry  dock  as  well  as  the  main  dry  dock. 


00K8TBU0TI0N  AND  EKQINEEBINQ ^SECOND  DIVISION.         219 

On  the  Atlantic  side  it  is  proposed  to  retain  the  old  French  diy 
dock,  which  has  a  width  of  entrance  of  50  feet,  a  usable  length  of 
800  feet,  and  a  depth  over  the  sill  of  13  feet  referred  to  mean  sea 
level.  It  was  the  opinion  of  the  board  appointed  to  consider  the 
matter  that  the  commercial  requirements  now  in  sight  would  not 
warrant  the  expenditures  necessary  for  the  construction  of  a  dry 
dock  at  Cristobal  capable  of  taking  the  largest  vessel,  in  view  of  the 
dry  dock  at  Balboa,  less  than  50  miles  away,  to  which  any  large  vessel 
on  the  Atlantic  side  of  the  canal  requiring  to  be  docked  and  which 
would  not  otherwise  have  to  pass  through  the  canal^  could  be  taken 
and  returned  without  the  payment  of  canal  tolls. 

8.  Repair  facilitiea. — ^The  main  repair  sliops  will  be  built  at  Balboa 
within  the  area  between  the  diy  dock  and  the  repair  berths  and  to  the 
northeast  of  same.  They  are  designed  to  maintain  the  following 
equipment : 

ia)  Lock,  spillway,  and  power-plant  machinery. 
h)  Water  and  land  equipment  retained  for  the  maintenance  and 
operation  of  the  canal. 

{c)  Rolling  stock  and  equipment  of  the  Panama  Railroad, 
(a)  Mechanical  apparatus  connected  with  the  coaling  plants,  for- 
tifications, cold-storage  plant,  wireless  stations,  etc. 

{e)  The  making  of  such  repairs,  etc,  as  may  be  required  by  private 
parties  and  corporations  on  the  Isthmus. 

{/)  The  making  of  repairs,  etc.,  required  by  commercial  vessels. 
g)  The  making  of  such  repairs  as  may  be  required  by  vessels 
of  the  United  States  Navy  and  vessels  belonging  to  other  Grovem- 
ments. 

The  main  metal-working  shops,  including  machine  shop,  erecting 
and  tool  shops,  the  forge  Siop,  and  the  boiler  and  ship  fitters'  shop, 
together  with  the  shed  for  the  storage  of  steel,  have  been  placed  end 
on  between  the  dry  dock  and  repair  berths.  The  general  storehouse, 
foundry,  woodworking  shops,  subsidiary  buildings,  and  oflSce  build- 
ing have  been  placed  parallel  to  the  line  of  the  dry  dock  and  water 
front  and  northeast  or  the  main  shops.  Two  lines  of  railroad  tracks 
run  past  each  end  of  the  main  metal-working  shops,  and  one  track 
through  the  center  of  same.  The  main  shops  will  be  provided  with 
overhead  traveling  cranes,  the  crane  runways  being  extended  through 
each  end  of  the  buildings  over  the  railroad  track.  Material  brou^t 
out  of  the  southeast  end  of  the  main  shops  by  the  overhead  cranes 
can  be  handled  directly  into  the  dry  dock  by  the  40-ton  crane,  or 
loaded  into  cars.  The  arrangement  aimed  at  has  been  to  secure  the 
most  economical  handling  of  material  and  work  to  and  from  the 
Bhops.  So  far  as  possible  machines  now  in  use  will  be  installed  in 
the  new  shops^  which  will  be  electric  driven,  both  individual  and 
group  drive  being  used.  The  floor  area  of  the  principal  buildings  is 
as  f oUows : 

»»  ....  Floor  area 

Bnllding :  ( square  feet ) . 

(a)  Machine,  erecting,  and  tool  shops 67,420 

\h)  Forge,  pipefitters*,  tinsmiths*,  and  cop|)er  shop..  31,650 

(c)  Steel  storage  shed 18.080 

(d)  Boiler  and  shopfltters*  shop ._  45,940 

(6)  Genera^  storehouse S9,020 

(/)  Paint  shop 12,760 

iO)  Car  shop —  38.800 
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Building — Continued.  (sauare  feet). 

(h)  Joiner,  carpenter,  and  pattern  shop :__  48,240 

(i)  Galvanizing  shop 5,620 

(/)  Lumber  and  equipment  store  shed 67,060 

(k)  Steel,  iron,  and  brass  foundry 37,060 

il)  Coke  shed 3,070 

(w)  Boiler    house 2,380 

(n)  Pattern  storage  building 13,870 

(0)  Office  building 9,500 

Total 491. 370 

There  will  be  a  number  of  subsidiary  buildings  the  dimensions  of 
which  have  not  yet  been  determined.  These  buildings  are  being 
designed  as  modern  shops  of  permanent  construction,  with  steel 
frames.  The  roofing  will  be  of  permanent  character.  The  sides 
and  ends  will  be  left  open  for  ventilation  and  light,  protection  from 
sun  and  rain  being  afforded  by  overhanging  sheds. 

Until  future  requirements  are  more  definitely  developed,  it  is  pro- 
posed to  retain  existing  shop  facilities  of  moderate  extent  for  emer- 
gency repairs,  in  the  vicinity  of  the  old  French  dry  dock  at  Cristobal. 

The  flooding  of  Gorgona  shops  by  the  rising  waters  of  Gatun  Lake 
about  July  1, 1913,  will  render  it  necessary  to  make  the  new  buildings 
ready  for  occupancy  at  that  time. 

9.  Floating  eqmpment — For  the  expeditious  and  convenient  han- 
dling of  lock  gate  leaves,  as  well  as  for  commercial  and  other  canal 
needs  and  general  wrecking  purposes,  it  will  be  necessary  to  provide 
a  floating  crane  of  the  largest  practicable  capacity  at  each  terminus 
of  the  canal.  An  investigation  is  now  under  way  to  determine  the 
best  way  in  which  these  requirements  can  be  filled,  with  a  view  to 
purchasing  two  floating  cranes. 

For  handling  vessels  of  the  largest  size  at  Cristobal  and  at  Balboa, 
harbor  tugs  of  high  power  will  be  required,  and  the  tugs  now  owned 
by  the  commission  will  not  be  satisfactory  or  economical  for  this 
service.  It  is  proposed  to  provide  two  large  harbor  tugs  at  each 
terminus  of  the  canal  for  this  purpose. 

As  a  great  deal  of  coal  may  be  expected  to  be  furnished  to  shipping 
in  barges  or  lighters  that  can  be  laid  alongside  vessels,  it  will  be 
necessary  to  equip  the  canal  with  a  sufficient  number  of  barges,  as  well 
as  fuel,  oil,  and  fresh-water  lighters.  It  is  expected  that  a  large 
number  of  steel  barges  of  large  capacity,  which  have  been  used  by  the 
commission  on  construction  work,  will  be  available  for  transfer  to 
this  service.  A  barge  capacity  of  16,000  tons  of  coal  has  been  recom- 
mended by  the  Navy  Department  for  the  Atlantic  terminus  and  8,000 
tons  at  the  Pacific  terminus. 

If  the  canal  business  warrants  it,  a  tender  for  passengers  and  mail 
will  be  provided  at  each  terminus. 

During  the  past  year  work  has  been  proceeding  on  the  general 
and  detailed  plans  of  terminals,  with  a  view  to  starting  work  as  soon  * 
as  it  is  authorized  and  appropriations  become  available.  In  anticipa- 
tion of  favorable  legislation,  at  the  latter  part  of  the  year  some  pre- 
liminary work  was  undertaken,  in  order  not  to  lose  time  and  to  keep 
the  plant  and  organization  employed,  including  grading  and  dredging 
at  Balboa. 

10.  Permanent  settlements. — During  the  past  year  the  locations  of 
the  permanent  administration  building  and  canal  headquarters  and 
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the  permanent  settlements  for  employees  have  been  determined  after 
investigation  and  consideration  by  committees  representing  the  dif- 
ferent interests  concerned.  The  permanent  administration  building, 
as  approved  May  24,  1912,  will  be  on  a  knoll  west  of  Ancon  quarry 
and  immediately  east  of  the  railroad  track  leading  to  Ancon  quarry, 
where  it  will  overlook  both  the  terininal  piers  and  the  canal  entrance. 
The  quarters  for  employees  attached  to  the  administration  building 
will  be  erected  in  the  general  area  adjacent  to  and  northeast  of  the 
administration  building.  Employees  connected  with  the  shops,  docks, 
and  other  terminal  facilities  will  be  housed  in  quarters  erected  in  the 
area  surrounding  the  slope  of  Sosa  Hill  and  on  the  fill  adjoining  the 
Ancon-Balboa  highway. 

There  will  be  a  permanent  settlement  at  Pedro  Miguel  for  em- 
ployees of 'the  Pacific  locks,  and  one  at  Gatun  for  employees  of  the 
Atlantic  locks.  The  settlement  at  Cristobal  will  be  maintained  and 
possibly  the  settlement  at  Ancon.  No  necessity  is  apparent  for  any' 
other  than  the  above  five  settlements,  except  for  the  military  forces 
which  may  be  stationed  on  the  Isthmus. 

7/.  Leases  of  land  for  commercial  purposes. — During  the  past  year 
a  number  of  applications  have  been  received  from  individuals  and 
companies  for  leases  of  lands  in  the  vicinity  of  the  Atlantic  and 
Pacific  terminals  for  use  in  storing  and  supplying  coal,  fuel  oil, 
fireneral  supplies,  etc.,  to  shipping.  Of  lands  ownea  by  the  United 
States,  existing  law  limits  leases  to  actual  settlers  for  agricultural 

Curposes.  Tlie  only  wav  in  which  these  applications  can,  therefore, 
B  given  favorable  consideration  until  additional  legislation  is  secured 
is  to  grant  revocable  licenses  for  the  use  of  any  lands  that  may  be 
spared  for  these  purposes.  This  arrangement  is  not  a  contract,  and  in 
the  event  of  the  licensee  having  to  vacate  the  lands  he  would  have  no 
claim  against  the  Government  for  any  improvements.  In  order  that 
information  may  be  available  on  this  matter,  an  investigation  is  now 
being  made  by  a  committee  appointed  to  consider,  among  other  mat- 
ters, the  areas  of  land  and  water  frontage  at  Cristobal,  lialboa,  and 
vicinity  which  shall  be  considered  available  for  license  or  lease  to 
indivi()uals  or  companies. 

Meteorological  and  Hydrographic  Section. 

GENERAL. 

Three  first-class  meteorological  stations  are  maintained — Ancon, 
Culebra,  and  Colon — each  with  full  complement  of  instruments  and 
in  charge  of  a  skilled  observer.  There  are  two  second-class  stations — 
(Jatun  and  Pedro  Miguel — at  which  wind  direction  and  velocity,  tem- 
perature, and  rainfall  are  recorded.  Twenty-six  rainfall  stations  are 
in  operation,  15  equipped  with  standard  and  11  with  automatic  rain 
gauges. 

At  Miraflores  an  anemometer  is  maintained  at  the  request  of  the 
department  of  sanitation,  the  data  being  used  for  the  study  of  mos- 
quito flight  in  that  locality.  On  Sosa  Ix)w  an  anemometer  is  also 
maintained  for  comparative  purposes  with  Ancon. 

Evaporation  stations  are  in  operation  at  Ancon,  Rio  Grande 
Reservoir,  Gatun  Lake,  Brazos  Brook  Reservoir,  and  Colon.  Two 
100-kilogram  Bosch-Omori  seismographs  are  in  operation  at  Ancon, 
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and  two  25.kilogram  Bosch-Omori  seismographs  are  in  operation  on 
Ouarapo  Island  near  Gatun. 

Duplicate  automatic  tide  registers  are  located  on  Dock  No.  1,  Colon, 
and  two  on  the  Panama  Railroad  dock,  Balboa. 

The  automatic  record  of  sea  temperature  has  been  continued  at 
Colon  and  Balboa. 

•  Ocean  meteorological  data  have  been  received  from  vessels  arriving 
at  the  ports  of  Ancon  and  Cristobal,  and  every  assistance  is  ren- 
dered tne  masters  of  these  ship  in  adjusting  and  correcting  their 
instruments. 

Gauging  stations  have  been  maintained  during  the  year  on  the 
Chaffres  Kiver  at  Gatun,  Gamboa,  and  Alhajuela.  Gauging  work  on 
the  Gatun  River  was  carried  on  to  a  limited  extent  only,  on  account  of 
the  backwater  of  the  level  above  the  Panama  Railroad  embankment. 
Regular  work  was  continued  on  the  Trinidad  River  by  the  gauging 
•of  the  Trinidad  branch  and  Siri  River  after  the  backwater  of  Gatun 
Lake  was  felt  at  gauging  station  on  the  main  river.  The  backwater 
conditions  at  Bohio  led  to  the  abandonment  of  the  station  for  gauging 
work. 

Automatic  water-stage  registers  were  in  operation  above  and  below 
the  Spillway  at  Gatun  and  on  the  Chagres  Kiver  at  Bohio,  Gamboa, 
Alhajuela,  and  Vigia.  An  instrument  lias  been  in  operation  at  Fri- 
joles  since  April  5.  1912.  The  automatic  registers  on  the  Trinidad 
and  Pedro  Miguel  Rivers  continued  in  operation  throughout  the  year 
at  the  old  locations.  Continuous  recoras  on  the  Rio  Grande  River 
above  the  reservoir  were  kept  until  April  30,  1912,  when  the  instru- 
ment was  removed.  Weekly  gaugings  were  made  by  the  field  hydrog- 
rapher  on  small  streams  flowing  into  Gatun  and  Miraflores  Lakes. 

The  meteorological  office  at  Cristobal  was  moved  August  24,  1911, 
fi'om  House  No.  1  to  the  general  office  building,  Panama  Railroad, 
Colon,  and  duplicate  tide  registers  from  Dock  No.  13  to  Dock  No.  1, 
Colon. 

Owing  to  the  continued  extension  of  the  sand  bar  in  front  of  the 
old  French  fluviograph  and  water-stage  register  at  Gamboa,  the 
latter  instrument  was  removed  to  the  site  of  the  present  cable  station. 

The  anemometer  at  Gamboa  was  removed  on  January  16,  1912. 

The  rainfall  and  river  stations  at  San  Pablo  and  Tabemilla  were 
respectively,  discontinued  on  January  15  and  17,  owing  to  completion 
of  construction  work  at  these  localities. 

The  gauging,  rainfall,  and  current  observations  at  Bohio  were 
discontinued  on  January  18,  1912. 

The  semimonthly  rain  gauges  on  the  Cabimba  and  Cano  Rivers 
were  discontinued  on  January  31,  1912. 

The  recording  of  aiy  temperatures  at  Rio  Grande  and  Brazos  Brook 
Reservoirs  was  discontinued,  as  the  records  were  practically  dupli- 
cates of  the  Culebra  and  Colon  records. 

The  rain  gauges  at  Chorrera  and  Chepo  were  discontinued  on 
February  29,  1912. 

Seasonal  rain  gauges  were  established  on  the  Rio  Indio,  Culebra, 
Cano,  and  upper  Trinidad  Rivers  to  facilitate  the  study  of  rainfall 
and  run-off  over  the  Chagres  Drainage  Basin.  Maximum  gauge  staffs 
were  set  on  the  lower  Rio  Grande,  Pedro  Miguel,  Cocoli,  Mandingo, 
Frijoles,  Frijoles  Grande,  Agua  Salud,  and  Gatun  Rivers  to  facilitate 
the  calculation  of  the  run-off  from  these  streams  during  freshet 
periods. 
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A  rainfall  station  was  established  and  water-sta^  register  installed 
at  New  Frijoles  to  replace  those  formerly  at  Bohio,  San  Pablo,  and 
Tabemilla,  and  placed  in  charge  of  a  foreman. 

A  new  current  meter-rating  station  was  established  near  Gamboa 
to  replace  the  one  formerly  at  Bohio.  This  station  is  equipped  with 
modem  appliances,  which  greatly  facilitate  the  work. 

Watchman's  quarters  were  erected  on  the  Siri  at  Las  Aricas  to 
replace  the  quarters  abandoned  on  the  Trinidad  at  Las  Cruces,  caused 
by  the  backwater  in  Gatun  Lake. 

The  bench  marks  at  all  river  stations  and  the  zero  of  the  Colon  and 
Balboa  tide  registers  were  checked  at  regular  intervals,  and  when 
necessary  corrections  were  applied  to  the  records. 

The  telephone  line  from  Gamboa  to  Vigia  was  "looped "  to  con- 
nect Calle  Larga  gauging  station,  which  greatly  facilitates  the  work 
at  this  station  during  flood  periods. 

METEOROLOGY. 
«  WEATHER. 

The  weather  for  the  calendar  year  1911,  as  a  whole,  was  character- 
ized by  a  general  deficiency  in  rainfall,  relative  humidity,  cloudiness, 
and  atmospheric  pressure,  and  an  excess  in  temperature  and  wind 
movement.  The  abnormalljr  light  rainfall  and  high  temperatures 
experienced  during  1911  continued  throughout  the  dry  season  of  1912. 

PBECIPITATION. 

Bainfall  in  the  Canal  Zone  during  1911  was  well  below  normal  at 
all  stations,  being  the  lightest  of  record  at  Gamboa,  Bohio,  and  at 
several  of  the  stations  for  which  only  a  few  years'  records  are  avail- 
able. The  deficiencies  ranged  from  10  per  cent  at  Balboa  to  41  per 
cent  at  Bohio.  The  drv-season  rainfall  amounted  to  12  per  cent  of 
the  annual  total  in  the  Pacific  section,  and  8  and  9  per  cent,  respect- 
ively, in  the  Central  and  the  Atlantic  sections.  Monthly  rainfall 
records  for  1911,  1912,  and  the  station  averages  are  shown  in  Table 
No.  1.  The  following  table  presents  the  average  rainfall  and  average 
number  of  rainy  days,  by  sections,  for  the  year  1911 : 


Section. 


PMiflc. 


Centrnl.. 
Atlantic. 


Avorego 

ralnM, 

year  1011. 

Number  of 

Inches, 
67.21 
79.10 
116.46 

173 
214 

966 

Of  the  stations  in  the  Canal  Zone,  Ball)oa  reported  the  least  num- 
ber of  rainy  days — 158,  and  Monte  Lirio  the  greatest  number — 304. 
The  average  monthly  rainfall  records  for  the  various  sections  are 
shown  in  Table  No.  2.  The  heaviest  precipitation  of  the  year  oc- 
curred at  Porto  Bello  on  November  29.  During  this  storm  7.60  inches 
of  rain  fell  in  12  hours,  and  the  maximum  fall  for  five  minutes 
amounted  to  approximately  2.48  inches.  The  automatic  record  was 
indistinct,  due  to  the  extremely  excessive  rate  of  fall,  but  the  amount 
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as  stated  above  is  thought  to  be  approximately  correct,  and  as  care- 
ful investigation  failed  to  disclose  probability  of  error  in  the  record 
it  was  accepted  as  authentic.  Rainfall  on  the  Isthmus  was  every- 
where deficient  during  the  dry  season  of  1911-12,  which  continued 
from  December  1,  1911,  to  about  May  7,  1912,  and  was  the  driest 
period  of  which  there  is  any  record  on  the  Isthmus.  The  total  rain- 
fall at  Alhaiuela  during  this  period  of  five  consecutive  months  (De- 
cember to  April  inclusive)  amounted  to  only  1.02  inches  and  the 
average  fall  over  the  Isthmus  amoimted  to  less  than  30  per  cent  of 
the  normal  December  to  April  precipitation.  The  maximum  rainfall 
of  record  for  periods  of  6  minutes,  1  hour,  and  24  hours,  at  stations 
equipped  with  automatic  registers,  is  shown  in  Table  No.  3,  while 
Table  No.  4  presents  the  hourly  distribution  of  rainfall  in  the  Canal 
Zone  during  the  year  1911. 

TEMPERATURE. 

Average  temperatures  for  the  year  1911  were  generally  above  nor- 
mal. July  was  the  warmest  month  at  Ancon  and  Culebra,  and  De- 
cember at  Colon.  The  highest  temperature  recorded  during  the  cal- 
endar year  1911  was  95°  F.  at  Ancon,  on  October  16.  The  lowest  was 
65  "^  F.^at  Culebra,  on  March  27. 

Average  temperatures  continued  abnormally  high  during  the  first 
six  months  of  1912.  All  previous  maximum  temperature  records 
were  exceeded  at  Ancon  and  Culebra  during  the  month  of  April, 
1912.  The  maximum  reading  at  Ancon  on  April  7 — 97°  F. — es- 
tablished a  new  high  temperature  record  for  the  continental  area 
of  the  Canal  Zone.  The  following  table  shows  the  absolute  maximum 
and  minimum  temperatures  of  record  at  the  three  meteorological 

stations : 

Absolute  temperatures  of  record. 


[Revised  to  June  30, 1912.] 

Qf 

ation. 

Maximum. 

Minimum. 

Ol 

o  Y, 

Date. 

'F. 

Date. 

Ancon 

97 
96 
92 

Apr.    7,1912 
Apr.  17,1912 
June    3, 1909 

63 
61 
66 

Jan.   27,1910 
Mar.  21,1910 
Dec.     3,1909 

Culebra 

Cnlon 

NoTEi— The  lowest  temperature  of  record  on  the  Isthmus  is  59"  F.,  observed  at  Bas  Obispo  on  Febniaiy 
9, 1907.  The  maximum  temperature  record  at  Ancon— 97*  F.— was  equaled  at  the  Naos  Island  station 
on  February  13, 1906. 

Monthly  temperature  records  and  other  weather  data  for  the  year 
1911  are  presented  in  Tables  Nos.  5,  6,  and  7. 

WIND. 

There  was  a  moderate  excess  in  wind  movement  at  the  various 
stations  during  1911.  The  prevailing  direction  was  from  the  north- 
west at  Ancon  and  Culebra  and  from  the  north  at  Colon.  The  high- 
est average  velocities  occurred  during  February  and  March  and  the 
lowest  during  October  and  November.    The  records  for  the  first  six 
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months  of  1912  show  a  notable  excess  in  wind  movement  at  each 
station.  Steady  northerly  winds  prevailed  generally  over  the 
Isthmus,  and  the  percentage  of  variable  wind  was  unusually  low. 
The  following  table,  revised  to  June  30,  1912,  shows  the  maximum 
velocities  of  record  at  the  first-class  stations : 

Maximum  velocities  (5  minute  periods). 


station. 

lilies  per 
hour. 

Direction. 

Date. 

Ancon. .........I 

• 

50 
39 
40 

Boath 

July  10.1900 

Culebn 

North 

July  20.1910 

Colon - 

South 

July  16,1906 

ATMOSPHEBIC   PBB8ST7RE. 


The  annual  mean  atmospheric  pressure  for  1911  was  the  lowest 
recorded  in  the  Canal  Zone  during  the  past  six  years.  The  extreme 
range  in  pressure  during  the  year  was  unusually  wide.  Both  the 
maximum  and  the  minimum  observed  pressures  of  record  in  the 
Canal  Zone  occurred  in  1911.  March  was  the  month  of  highest 
mean  pressure  and  December  the  month  of  lowest  pressure. 


BELATIVE   nVUJDlTY, 


The  relative  humidity  was  generally  below  normal  during  the  year 

1911  and  the  first  half  of  1912.    The  mean  for  1911  (from  bihourly 

readings)  was  81  per  cent  at  Ancon  and  84  per  cent  at  Culebra  and 

'Colon.    The  highest  monthly  averages  occurred  in  November  and 

the  lowest  in  March. 


CLOUDINESS. 


Cloudiness  was  geherally  deficient  during  1911  and  the  first  six 
months  of  1912.  January  was  the  month  of  minimum  average  cloudi- 
ness in  the  Canal  Zone  and  June  the  month  of  maximum  cloudiness. 


EVAPORATION. 


Weather  conditions  during  1911  favored  a  high  rate  of  evapora- 
tion, and  the  totals  recorded  during  the  year  were  the  highest  of 
record  at  all  stations.  The^ate  of  evaporation  during  the  dry  season 
was  nearly  double  the  rate  during  the  rainy  season.  Evaporation 
during  the  first  half  of  1912  continued  abnormally  heavy.  Monthly 
records  for  each  station  are  shown  in  Table  No.  8. 

Three  floating  evaporation  pans  were  installed  at  selected  locations 
on  Gatun  Lake  for  the  purpose  of  determining  the  relative  rates  of 
evaporation  over  open  sections  of  the  lake  and  along  the  grass  and 
timber  protected  mar^ns.  In  establishing  these  stations  the  aim  was 
to  obtain  conditions  in  and  surroundijig  the  pans  as  nearly  as  pos- 
sible approximating  the  conditions  that  will  prevail  over  the  diversi- 
fied surface  of  Gatun  Lake  when  the  latter  is  filled  to  the  elevation 
required  for  operating  the  canal.    One  pan  was  anchored  in  the  open 
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section  south  of  the  spillway  well  out  toward  the  center  of  the  present 
lake  area.  The  second  pan  was  located  in  the  timber  fringe  border- 
ing the  southern  shore,  and  the  third  in  an  extensive  patch  of  tall 
marsh  grass  toward  the  south  side  of  the  lake.  Records  were  begun 
in  May,  1911,  and  continued  for  a  period  of  six  months.  The  results 
obtained  are  considered  roughly  accurate.  The  rate  of  evaporation 
from  the  pan  in  the  open  section  of  the  lake  was  found  to  be  mate- 
rially higher  than  the  rates  from  the  pans  located  alon^  the  lake 
margin,  where  dense  vegetation  decreases  the  evaporation  by  retard- 
ing the  wind  movement  and  shading  the  surface  of  the  water.  The 
following  is  a  statement  of  the  average  evaporation  at  the  three  loca- 
tions, expressed  in  percentage  of  evaporation  from  the  exposed  pan : 

Per  cent. 

Pan  in  exposed  section  of  lake I.1 100 

Pan  in  timber  fringe -, 72 

Pan  in  marsli  grass ^ 75 

FOGS. 

Night  fogginess  was  of  frequent  occurrence  at  interior  points  in 
the  Canal  ^ne  during  the  year  1911.  The  greatest  number  of  foggy 
nights  occurred  in  Culebra,  Bas  Obispo,  and  Bohio.  Practically  all 
fogs  lifted  or  were  dissipated  by  8.30  a.  m.  The  record  of  the  number 
and  duration  of  fogs  observed  at  the  various  stations  during  1911 
is  shown  in  Table  No.  9. 

SEA  TEHPEBATUBE.  "^^  v^ 

\  X 

The  average  surface  temperatures  of  the  sea  water  at  Balboa  and 
Colon  were  slightly  above  normal  during  the  year  1911.  The  annual* 
mean  was  81°  F.  at  Balboa  and  82°  F.  at  Colon.  The  minimum  re- 
corded during  the  year  was  66°  F.  at  Balboa  in  March  and  the 
maximum  87°  F.  at  Colon  in  August.  The  monthly  means  and  ex- 
tremes at  each  station  are  shown  in  Table  No.  10. 


V 


TIDE  BECOBDS. 


A  tide  register  was  installed  at  Corozal  in  February,  1911,  and 
continued  in  operation  until  June  1,  1912.  Tidal  records  were  ob- 
tained at  this  station  for  comparison  with  the  Balboa  records.  There 
was  found  to  be  practically  no  difference  in  mean  sea  level  at  the  two 
stations,  but  the  daily  tidal  range  averages  from  0.1  foot  to  0.2  foot 
greater  at  Corozal  than  at  Balboa.  The  tidal  extremes  of  record  at 
Balboa  and  Colon  are  given  below : 


station. 

Maximum  high  water. 

Extreme  low  water. 

Maximum  daily 
nmge.^ 

Minimum  daily 
range.1 

Eleva- 
tion. 

Date. 

Eleva- 
tion. 

Date. 

Feet. 

Date. 

Feet. 

Date. 

Balboa 

Colon 

+11.3 
+  1.65 

Oct.     2,1909 
Nov.  27,1909 

-10.6 
-  1.01 

Apr.  11,1910 
June    9, 1910 

20.8 
2.17 

Apr.  11,1910 
June  28,1911 

5.1 

Mar.  24,1911 

1  For  consecutive  tides. 

s  One  tidal  fluctuation  often  entirely  absent  at  Colon.    Elevations  in  feet  referred  to  mean  sea  leveL 
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Tide  conditions  on  the  Atlantic  and  Pacific  coasts  for  the  year 
1911  are  shown  in  Table  No.  11. 


SEISMOLOGY. 


The  seismographs  at  Ancon  and  Gatun  registered  a  considerable 
number  of  seismic  disturbances  during  the  fiscal  year  1911-12. 
Many  of  these  disturbances  were  slight  tremors  due  to  quakes  of 
distant  origin.  Few  were  shocks  of  sufficient  intensity  to  be  sensibly 
felt  in  the  Canal  Zone,  and  no  damage  resulted  from  any  of  them. 
The  more  important  shocks  recorded  at  Ancon  were  as  follows : 


Date. 

Maximum 
amplitude. 

Remarks. 

Oct.  10, 1911 

Millime- 
tert. 
43 
24 

68 

Distance  of  epicenter  about  400  miles. 

Dec.  23. 191 1 

Adf.  17. 1912 

Record  inoomDlete:  ucn  oassed  from  sheet. 

The  shock  of  April  17  was  generally  felt  over  the  Isthmus.  Its 
epicenter  was  approximately  225  miles  distant  from  Ancon.  The 
direction  could  not  be  determined  from  the  record.  A  complete  list 
of  the  seismic  disturbances  recorded  at  Ancon  during  the  year  is 
presented  in  Table  No.  12.  The  records  at  Gatun  agree  in  most 
respects  with  the  Ancon  records. 

The  following  plates  and  tables  accompany  the  report  of  the 
meteorological  section : 

Plate  98.  Annual  rainfall  along  canal  location. 

Plate  99.  Wind  roses,  year  1911,  dry  and  rainy  seasons 

Table  1.  Monthly  rainfall  on  the  Isthmus  of  Panama. 

Table  2.  Monthly  rainfall  by  sections,  year  1911,  and  normal. 

Table  3.  Maximum  rainfall  in  Canal  Zone. 

Table  4.  Hourly  distribution  of  rainfall  in  Cnnal  Zone. 

Table  5.  Monthly  meteorological  data,  Ancon,  year  1911. 

Table  6.  Monthly  meteorological  data,  Culebra,  year  1911. 

Table  7.  Monthly  meteorological  data.  Colon,  year  1911. 

Table  8.  Monthly  evaixutition,  Canul  Zone,  1911,  1912,  and  averagea 

Table  9.  Fogs  along  the  canal  prism,  year  1911. 

Table  10.  Sea  temi)erature8,  year  1911. 

Table  11.  Tidal  conditions,  year  1911. 

Table  12.  Seismograph  records,  Ancon,  year  endtnl  June  .30,  1912. 
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Table  No.  4. — Hourly  (iistrihuUon  of  rainfall  in  Canal  Zone,  year  1911. 


[Values  in  inches.] 


Stations. 


Total  an- 
nual rain- 
fiUl. 


Balboa 

Pedro  Miguel 
Rio  Grande.. 

Culebra 

Empire 

Oamboa 

Alhajuela... 
Tabemilla... 

Bohio 

Gatun 

Colon 


63.73 
64.12 
82.11 
74.84 
66.70 
70.67 
90.05 
02.51 
77.18 
00.28 
112.76 


Rainfall  during 
working  hours. 
7  a.  m.  to  5  p.  m. 


Amount. 


48.36 
65.88 
72.25 
65.05 
57.77 
60.66 
73.22 
49.84 
5Q.06 
52.01 
55.25 


Per  cent 
of  total. 


76 
87 
88 
87 
87 
86 
81 
80 
65 
62 
49 


Hpurly  rainfall. 


Maximum. 


Hour  of 
maximum. 


3-4  p.m. 
1-2  p.  m. 
2-3  p.m. 
2-3  p.  m. 
2-3  p.m. 
1-2  p.  m. 
1-2  p.  m. 
1-2  p.  m. 
2-3  p.m. 
2-3  p.  m. 
2-3  p.  m. 


Accumu- 
lated 
amount. 


12.25 
13.19 
19.78 
17.59 
17.01 
18.09 
22.38 
11.01 
11.53 
11.06 
11.88 


Minimum. 


Hour  of 
minimum. 


Accumu- 
lated 
amount. 


12-1 

1-2 

12-1 

11-12 

10-11 

9-10 

12-1 

10-11 

11-12 

12-1 

12-1 


a.  m. 
a.  m. 
a.  m. 
p.m. 
p.m. 
p.  m. 
a.  m. 
p.m. 
p.m. 
a.m. 
p.m. 


0.33 
.07 
.09 
.09 
.06 
.15 
.04 
.19 
.55 
2.10 
1.45 
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Table  No.  8. — Monthly  evaporation^  Canal  Zone,  years  1911''12,  and  averages. 

[Yaloes  in  Inches.] 


\ 

Ancon. 

Rlo  Grande. 

Oatun. 

Brazos  Brook. 

Month. 

1911 

1012 

Aver- 
age. 

1011 

1012 

Aver- 
age. 

1011 

1012 

1011 

1012 

Aver- 
age. 

January 

February... 

March 

April 

May 

June 

July 

August 

September . 

October 

November.. 
December. . 

6.024 
4.530 
6.485 
4.163 
2.919 
2.812 
3.869 
3.117 
3.595 
3.595 
3.181 
5.300 

7.370 
6.755 
7.705 
5.721 
3.746 
3.006 

4.268 
5.041 
6.151 
4.586 
2.099 
2.610 
2.026 
2.864 
3.052 
3.278 
2.765 
3.608 

5.040 
4.012 
7.462 
5.130 
4.015 
3.646 
4.089 
4.564 
4.006 
3.024 
3.055 
5.344 

6.363 
6.134 
7.000 
6.732 
5.350 
3.836 

5.638 
5.525 
6.855 
5.028 
4.045 
3.230 
3.651 
3.671 
3.847 
3.532 
2.022 
3.026 

"'2.766" 
4.560 
4.407 
4.583 
3.600 
2.581 
5.376 

7.206 
6.048 
7.640 
7.304 
5.335 
3.263 

6.293 
5.115 
6.872 
4.030 
3.290 
2.917 
4.358 
4.066 
4.101 
3.937 
3.364 
5.176 

6.066 
5.572 
7.081 
7.321 
5.707 
3.720 

5.660 
5.118 
6.701 
5.110 
4.064 
3.413 
3.471 
3.672 
4.025 
4.004 
2.745 
3.434 

Year. 

40.620 
.136 

44.238. 
.121 

57.066 
.156 

51.870 
.142 

54.428 
.140 

51.507 

MeandaUy. 

.141 

NoTK.— Averages  at  Rio  Grande  and  Brazos  Brook  are  based  on  three  years'  record;  Ancon,  four  years' 
xeoord.  Evaporation  measurements  are  from  floating  pans  4  feet  in  diameter  and  10  inches  deep  at  Rio 
Grande,  Gatun.  and  Brazos  Brook.  Insulated  tank  10  inches  in  diameter  at  Anoon.  For  monthly  evapo- 
XBtion  records  during  past  yean,  see  Annual  Report  for  lOlO-ll. 

Table  No.  9. — Fogs  along  the  canal  prism,  year  1911. 


Anoon. 

Pedro  Miguel. 

Culebra. 

Month. 

No. 

0 
0 
0 

1 
1 
0 
0 
0 

1 

0 
4 

0 

7 

Dura- 
tion. 

Mean  time 

com- 
menced. 

No. 

7 
3 

(») 
6 
26 
16 
20 
24 
15 
0 
12 

Dura- 
tion. 

Meantime 

com- 
menced. 

No. 

6 

6 

0 

6 

22 

26 

27 

26 

26 

22 

23 

10 

Duration. 

Mean  time 
com- 
menced. 

January 

J7.  fn. 

"2  66 

1    80 

•  •               w   « 

■     V                    •    • 

*  •                    A     • 

3    20 

"5  is 

5  a.  m . . . . 
5.30  a.m.. 

2.^a.m.. 
6.22  a.m.. 

B.  fn. 

20    40 

3    45 

i4  is 

00    35 
60    50 
67    45 
107    60 
77    15 
26    00 
SO    OS 

2.34  a.m.. 
4.17  a.m.. 

2.55  a.m.. 
12.40  a.  m. 
1.20  a.m.. 
12.43  a.  m. 
12.42  a.  m. 
1.21a.m.. 
2.32  a.m.. 
11.05  p.m. 
4.08  a.m.. 

H. 
26 
26 

is 

154 
187 
168 
144 
160 
160 
127 
05 

m. 
26 
00 

30 
20 
30 
40 
45 
15 
32 
40 
05 

2  a.  m. 

2  a.  m. 

March... 

April 

3.10  a.  m. 

May!:::::::::::::: 

11.40  p.m. 
12.13  a.m. 

June 

July 

12.03  a.  m. 

AUgWft r 

1.02  a.m. 

September 

12.40  a.  m. 

October 

11.51  a.  m. 

November 

12.43  a.m. 

December 

4       7    10 

1.35  a.m. 

Total 

12    05 
1    43 

142  574    10 
....     4    04 

200 

•  •  ■  • 

1,278 
6 

42 

07 

Mean 

4.50  a.m.. 

1.45  a.m.. 

12.56  a.m. 

Percentage  dissipated: 
By  6.30  a.  m 

20 

100 
100 

87 
07 
00 

38 

By  7.30  a.  m 

77 

By8!d0a.m 

08 

Record  missing. 


ynsssoN, 


■1.  .     r 
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1. 
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Table  No.  11. — Tidal  conditions,  year  1911, 

[Elevatloii  in  faet  referrad  to  mean  sea  level.] 

PACIFIC  COAST  (BALBOA). 


Month. 

Mazimnm  high 
water. 

Extreme  low 
water. 

Mazimnm  daily 
range.i 

Minimum  daily 
range.i 

Elevation. 

Day. 

Elevation. 

Day. 

Feet. 

Day. 

Feet. 

Day. 

+  8.7 
+  9.1 
+  9.2 

+10.2 
+10.3 
+  9.4 
+  9.4 
+  9.6 
+  9.8 
+10.2 
+10.2 
+  9.8 

17 
15 
31 

30 

1 

28 

27 

27 

24 

10 

8 

8 

-9.4 
-8.7 
-9.0 

-9.3 
-8.6 
-8.6 
-8.7 
-8.5 
-7.9 
-8.2 
-8.6 
-8.7 

16 

14 

3  and 

31 

1 

29 

28 

26-27 

25 

22 

11 

8 

7 

17.9 
17.7 
18.2 

19.2 
18.7 
18.0 
18.1 
18.0 
17.5 
18.2 
18.8 
18.4 

17 
15 
31 

30 

land  29 

28 

27 

26 

24 

10 

8 

7-^ 

5.9 
5.2 
5.1 

5.8 
6.8 
8.4 
7.8 
6.4 
5.2 
5.2 
5.5 
7.3 

25 

Fnbruary 

23 

Hfti^h... 

24 

AiJfll 

22 

igy:::::.: 

21 

JiUM .........  ^  -  ^  - .      - 

19-20 

July 

7 

August.... ........... 

5 

September 

3 

Ooiober 

2 

November 

1 

December 

1 

Year 

+10.8 

■1 

-9.4 

•16 

19.2 

430 

5.1 

•24 

PACIFIC  COAST  (COROZAL). 

Tannarv 

-9.1 
-9.4 
-8.9 

-8.8 
-8.8 
-8.8 
-7.9 

-8.5 
-8.7 
-8.9 

FebnuuT 

Man^»»..T 

+  9.4 
+10.2 
+10.1 

.    +9.3 
+  9.7 
+  9.7 
+  9.8 

+10.0 
+10.1 
+10.0 

31 

29-80 

land 

22 

27-28 

27 

27 

Hand 

24 

10 

8 

8 

31 

1 
29 

28 

25-27 

25 

22  and 

24 

11 

8-9 

7-^ 

18.5 
19.5 
18. 9« 

18.1 
18.5 
18.3 
17.7 

18.4 
18.8 
18.9 

31 
30 
29 

27-28 
27 
26 
24 

11 
8 
8 

4.8 
5.9 
6.9 

8.5 
7.9 
6.5 
5.3 

5.3 
5.4 
7.4 

24 

April 

22 

fi&r     

21 

"■"J  ....••••••• 

June.. 

20 

July 

7 

Auffust 

5 

September 

8 

October 

2 

31 

December 

1 

Year' 

+10.2 

•29-30 

-9.4 

•1 

19.5 

•30 

4.8 

•24 

ATLANTIC  COAST  (COLON).* 

January 

+1.20 
+  1.34 
+1.08 
+1.01 
+1.26 
+L41 
+1.37 
+1.20 
+1.45 
+1.22 
+1.42 
+1.60 

12 

11 

11 

3 

30 
26 
23 
21 
17 
16 
9 
7 

-0.83 

-  .72 

-  .54 

-  .72 

-  .90 

-  .79 

-  .64 

-  .65 

-  .63 

-  .48 

-  .72 

-  .77 

14 

22 

9 

7 

3 

27 

11 

6 

19 

14 

23 

23 

1.95 
1.70 
1.61 
L57 
1.03 
2.17 
1.94 
1.82 
1.61 
1.65 
1.89 
1.90 

14 

11 

9 

4 

30 

28 

24 

20 

17 

14 

10 

7 

0.21 
.22 
.20 
.20 
.24 
.22 
.23 
.21 
.20 
.20 
.21 
.20 

26 

26 

UaT«h..r 

28 

April 

•  1 

M^.:;::::.:.: 

3 

Junin 

8 

July 

23 

August 

24 

Seotember 

t4 

Ooiober 

12 

11 

December 

2 

Year 

+1.50 

ii7 

-  .90 

«3 

2.17 

1128 

.20 

0«) 

'  For  consecutive  Ud 

les.                                               *  One  tidal  flucUu 

Colon. 

•  Other  dates  also. 

*•  December. 

u  June. 

>•  Several  dates, 
il  during  January  and  Fel^ 

iUon  is  oft) 

sn  entirely 

absent  at 

•May. 

*  January. 
•April. 
•March. 

•  No  record. 

'  No  record  at  Coron 
mary* 
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Table  No.  12. — Seismograph  records,  Ancon,  CantU  Zone.     (Latitude,  8*  57' 
north;  longitude,  79°  52'  west),  year  ended  June  30,  1912. 

[lOO-k.    Bosh-Oraori  seismographs.    Qreenwloh  mean  time,  midnight  to  midnight.] 


Date. 


1911. 


July6».... 
Julyl2»... 
Aug.  101.. 
Aug.  16-17. 

Aug.  29 

Sept.  15... 
Sept.  17».. 

Oct.  6 

Oct.  10 

Oct.  26 

Oct.  29«... 

Nov.l 

Nov.  20... 
Dec.6».... 

Dec.  9 

Dec.  11.... 

Dec.  16 

Dec.  22 

Doc.  23 

Dec.  25.... 


Feb.  21.. 
Feb.  251. 
Mar.  19.. 
Mar.  281. 
Mar.  31.. 
Apr.  13.. 
Apr.  15.. 
Apr.  17  «. 
Apr.  17.. 
May  10.. 
May  11.. 
June  6.. 
June  12.. 


1912. 


Com- 
ponent. 


N-S. 

E-W. 

N-8. 
E.-W. 

N.-S. 
E.-W. 

N.-8. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-«. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N,-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 

N.-S. 
E.-W. 


Time  of  beginning. 


Prelimi- 
nary 
tremors. 


Abwut. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

3.43 

3.43 

13.16 

13  16 

4.24 

4.24 

10.19 

10.19 

13.14 

13.14 

14.16 

14.16 

18.18 

9.29 

13.53? 

13.53? 

23.09 

23.09 

9.34 

9.34 

12.48 

12.48 

19.20 

19.20 

13.00 

13.00 

21.07 

21.07 

9.40 

9.40 

7.57 

7.57 

Absent. 

Absent. 

18.20 

18.20 

Absent. 

Absent. 

18.28 

18.28 

13.55 

13.55 

22.21 

22.21 

3.51 

3.51 

15.52 

15.52 

15.40 

15.40 

5.03 

5.03 

6.16 

6.17 

12.46 

12.46 


Second 
prelimi- 
nary 
tremors. 


Absent. 

Absent. 

Absent. 

Absent. 
5.06 
6.06 

Absent. 

Absent. 

3.44 

3.44 

13.21 

13.21 

iL 

10.21 
Absent. 
Absent. 
Absent. 
Absent. 

18.22 

(?) 
9.31 

9.31 

'X 

t 
'? 

'X 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 
21.08 
21.08 

Absent. 

Absent. 

Absent. 

Ab.sent. 

Ab5«nt. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 

Absent. 
6.18 
6.18 

Absent. 

Absent. 


Ix)ng 
waves. 


18.34 

18.34 

4.28 

4.28 

6.07 

5.07 

18.01 

18.01 

3.46 

3.46 

13.27 

13.27 

10.23 

10.23 

13.15 

13.15 

14.17 

14.17 

18.22 

18.20 

9.32 

9.32 

13.57 

13.57 

23.12 

23.12 

9.36 

9.36 

12.50 

12.50 

19.24 

19.24 

13.04 

13.04 

21.09 

21.09 

9.41 

9.41 

7.58 

7.58 

5.39 

5.39 

18.21 

18.21 

22.08 

22.08 

18.28 

18.28 

13.59 

13.59 

22.22 

22.22 

3.51 

3.51 

15.54 

15.52 

15.41 

15.41 

5.06 

% 

6.19 
12.48 
12.48 


Maxi- 
mum. 


18.35 

18.35 

4.28 

4.28 

5.07 

6.07 

18.04 

18.04 

3.46 

3.46 

13.20 

13.30 

4.35 

4.35 

10.22 

10.27 

13.18 

13.17 

14.18 

14.17 

18.22 

18.30 

9.34 

9.33 

14.00 

13.58 

23.22 

23.20 

9.30 

9.36 

12.50 

12.50 

19.24 

19.24 

13.04 

13.04 

21.10 

21.10 

0.43 

9.43 

8.00 

7.58 

5.40 

5.40 

18.21 

18.21 

22.10 

22.10 

18.29 

18.29 

14.02 

14.02 

22.22 

22.22 

Pen  off. 

3.52 

15  54 

15.54 

15.41 

15.41 

5.06 

6.20 

6.20 

12.50 

12.46 


End. 


18.37 

18.36 

5.00 

4.60 

5.20 

5.20 

0.41 

.41 

4.05 

4.04 

13.48 

13.47 

4.58 

4.58 

11.00 

11.00 

13.58 

13.50 

14.41 

14.39 

19.09 

(T) 

9.59 

9.46 

14.07 

14.07 

23.42 

23.  .36 

0.49 

9.46 

13.04 

13.00 

20.19 

20.01 

13.27 

13. 16 

21.45 

21.39 

10.11 

10.00 

8.13 

8.10 

5.41 

6.41 

18.30 

18.30 

22.12 

22.12 

18.31 

18.30 

14.08 

14.07 

22.23 

22.22 

4.25 

4.22 

16.12 

16.08 

15.60 

15.47 

6.20 

6.13 

6.44 

6.35 

13.80 

13.20 


Maxi- 
mum 
ampli- 
tude. 


Ap. 
proxi- 
mate 

dis- 
tance 
of  epi- 
center. 


Mm. 

MUft. 

0.1 

a) 

.8 

1.2 

(f) 

.5 

2.5 

(n 

2.5 

1.0 

(?) 

1.0 

6.5 

600 

2.0 

.8 

2,300 

.5 

.8 

(T) 

.5 

2.5 

1,000 

2.0 

43.0 

400 

18.0 

10.0 

300 

4.0 

5.0 

1,450 

6.0 

500 

3.0 

.5 

(?) 

.2 

1.0 

(?) 

.5 

4.0 

300 

2.0 

3.0 

300 

2.0 

3.0 

875 

3.0 

.7 

825 

.4 

24.0 

500 

8.6 

2.6 

250 

1.5 

5.0 

460 

2.6 

1.0 

(?) 

1.0 

1.0 

330 

1.0 

.2 

(?) 

.2 

.7 

225 

.4 

.5 

(?) 

.2 

1.0 

(?) 

.7 

68.0 

225 

40.0 

2.6 

300 

2.0 

2.5 

300 

1.0 

1.5 

(?) 

.1 

4.0 

700 

1.5 

3.5 

560 

2.0 

1  Record  indistinct,  evidently  produced  by  earthquake  of  distant  origin. 

>  Record  Incomplete;  pen  passed  off  sheet.  Period  of  pendulum  25  seconds.  Magnification  10.  Damp- 
ing, medium.  The  amplitude  indicates  half  of  the  complete  range  of  maximum  motion.  Laska's  formula 
used  in  computing  distances  in  the  case  of  remote  earthquakes  (620  miles  or  more);  and  Omori's  formula 
for  earthquakes  less  than  620  miles  distant. 
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HYDROGRAPHY. 

The  hydrographic  conditions  obtained  on  all  streams  tributary  to 
Gatun  Lake  and  Miraflores  Lake  during  the  j)eriod  July  1,  1911,  to 
July  1^  1912,  are  of  special  interest,  chiefly  because  during  that  period 
the  minimum  dry  season  and  total  flow  for  12  consecutive  months 
for  years  of  record  (Jan.  1,  1890,  to  July  1,  1912)  has  occurred. 
The  previous  minimum  dry-season  flow  occurred  during  the  calendar 
year  1908.  The  total  flow  for  the  calendar  year  1911  was  the  mini- 
mum flow  for  calendar  years  of  record  except  1905.  The  relative  flow 
at  Alhaiuela  for  the  dry  seasons  of  1908  and  1912  is  shown  on  plate 
100.  This  diagram  gives  the  daily  and  monthly  means  for  the  two 
periods  and  shows  at  a  glance  the  deficiency  for  the  dry  season  of 
1912,  as  compared  with  the  previous  driest  season.  The  minimum 
elevations  of  the  Chagres  River  were  91.0  at  Alhaiuela  on  April  20, 
1912,  and  43.5  at  Gamboa  on  May  7-8,  1912^  establishing  new  low- 
water  records  for  both  stations.  The  previous  low-water  records 
were  91.86  for  Alhajuela  on  April  26,  1905,  and  44.40  for  Gamboa 
on  April  4,  1911. 

Table  No.  13  gives  the  maximum,  minimum,  and  mean  discharge, 
by  months,  at  Alhajuela,  and  Gamboa,  for  the  year  1912  to  June, 
and  the  1908  means  for  comparison.  This  table  includes  yield  oi 
Gatun  Lake  watershed  for  the  same  periods. 

Table  No.  14  gives  the  discharge  for  the  calendar  year  1911,  while 

?lates  101,  102,  and  103  compare  the  mass  curves  for  the  discharges 
or  1908,  1911,  and  22-year  period  (1890-1911)  at  Alhajuela,  Gam- 
boa, and  Gatun,  respectively. 

The  minimum  discharge  recorded  on  all  the  streams,  measured 
regularly  during  the  calendar  year,  is  given  in  Table  No.  15. 

6AU0ING8. 

Regular  field  work  has  been  carried  on  as  usual  by  the  hydrogra- 
phers  and  observers  at  the  different  stations.  At  Alhajuela  the  work 
has  consisted  of  139  gaugings  on  the  main  river  and  the  keeping  of 
continuous  records  of  river  heights.  The  gaugings  have  been  made  to 
cover  the  total  fluctuations  of  the  river,  or  from  elevation  91  to 
103.6,  and  were  distributed  so  as  to  give  accurate  results  as  to  the 
quantity  of  water  flowing  throughout  the  year.  The  channel  condi- 
tions remained  practically  the  same,  making  very  reliable  work  pos- 
sible. The  measurements  at  this  station  were  checked  by  33  sets  of 
nu^ings  on  the  Upper  Chagres,  Pequeni,  and  La  Puente  Rivers,  near 
''igia.  In  addition  to  this  work  the  hydrographer  at  the  station  has 
had  charge  of  the  gaugings  on  the  Gatuncillo,  Chilibre,  and  Chilibrillo 
Rivers,  on  which  streams  50,  53,  and  11  measurements,  respectively, 
were  made. 

The  gauging  work  at  Gamboa  consisted  of  90  current  meter  meas- 
urements. During  the  dry  season  the  work  was  done  from  a  boat 
at  a  section  just  below  the  old  French  fluviograph.  The  excavation 
work  at  the  cable  station  made  reliable  results  at  that  point  impossi- 
ble. The  accompanying  cross-section,  plate  104,  shows  the  various 
conditions.  On  account  of  these  adverse  channel  conditions  it  was 
difficult  to  obtain  reliable  discharge  estimates  of  the  river  at  this 
point.    However,  by  the  use  of  the  river  elevations  at  both  the  old 
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French  fluviograph  and  at  the  water-stage  register  by  the  cable- 
ffauffing  station,  in  connection  with  the  gaugings  at  the  two  sections, 
lairly  accurate  estimates  have  been  obtained.  During  the  dry  sea- 
son, when  channel  conditions  were  most  unfavorable,  the  work  was 
checked  by  the  total  flow  of  the  Chagres  at  Alhajuela  and  of  the 
Gatuncillo  and  Chilibre  Rivers. 

Progress  on  the  spillwav  dam  at  Gatun  made  it  possible  to  com- 
pletely shut  off  the  flow  through  the  spillway.  This  was  first  done 
on  February  9,  1912.  The  other  dates  of  regulation  of  the  three 
sluice  gates  and  one  cylindrical  valve  in  the  spillway  dam  and  the 
storing  effect  on  Gatun  Lake  are  shown  in  the  accompanying  hydro- 
graph  of  Gatun  Lake,  plate  105.  The  discharge  of  the  spillway  was 
estimated  from  elevations  at  the  spillway  water-stage  register  and 
discharge  curves  constructed  from  118  current  meter  gaugings  taken 
during  the  year.  During  the  periods  of  low  flow  wading  measure- 
ments were  made  in  the  concrete  channel.  The  estimates  for  the 
yield  of  the  Chagres  River  Basin,  above  Gatun,  by  months,  are  based 
on  the  use  of  the  capacity  curve  for  lake,  supplemented  by  dis- 
charge of  spillway  and  evaporation  from  lake  surface.  Table  No. 
13  gives  these  results  from  January  to  June,  1912. 

Backwater  from  Gatun  Lake  has  interfered  with  gauging  work  on 
the  Trinidad  River  during  the  greater  part  of  the  year.  Up  until 
.  the  middle  of  March,  1912,  but  few  gaugings  were  made  on  this  ac- 
count. Since  March  18  eaugings  have  been  made,  on  an  average,  twice 
a  week  on  the  Trinidad  Branch  and  the  Siri  River  at  points  above 
Trinidad  Station,  a  sufficient  distance  to  be  above  the  backwater 
effect.  On  the  Gatun  River  gaugings  have  been  made  intermittently 
at  a  point  above  the  backwater  effect  of  the  level  above  Panama 
Railroad  embankment  at  Monte  Lirio.  Several  gaugings  were  made 
at  the  Quebrancha  culverts,  where  most  of  the  water  ^und  its  way 
into  Gatun  Lake.  Above  elevation  +40  this  level  overflows  through 
the  drawbridge  channel.  Elevations  of  this  level  were  observed  twice 
each  day  and  reported  by  telephone. 

Work  on  the  Cano  River  was  continued,  although  this  stream  felt 
the  backwater  effect  of  Gatun  Lake.  Since  February  this  stream 
has  been  gauged  semimonthly. 

Besides  the  gaugings  mentioned  above,  weekly  gaugings  were  made 
on  the  other  streams  listed  in  Table  No.  15,  which  gives  the  mini- 
mum flow  recorded  at  all  gauging  stations  for  the  dry  season  of  1912. 

FBESHETS. 

Vigia,  Alhajuela,  and  Gamboa  have  been  used  as  warning  stations 
during  the  freshet  stages  of  the  river.  During  the  river  year  ended 
April  80, 1912,  there  were  22  freshets  which  had  a  rise  of  more  than 
5  feet  at  Vigia.  The  average  ratio  of  the  Gamboa  rise  to  the  Vigia 
rise  for  this  period  was  0.715,  the  maximum  ratio  being  0.90  and 
the  minimum  0.60.  The  average  for  the  previous  year  was  0.749 
for  44  freshets.  A  comparison  of  the  number  of  freshets  for  the 
two  years  is  a  good  indication  of  the  relative  flow  for  the  two  periods. 
Table  No.  16  gives  the  four  principal  freshets  for  the  year  1911, 
there  having  been  no  freshets  up  to  June  30,  1912,  that  reached 
-f-66  elevation  at  Gamboa.  Very  satisfactory  measurements  of  maxi- 
mum discharge  were  obtained  at  Alhajuela,  Gamboa,  and  Gatun. 
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The  maximum  discharges  at  Bohio,  as  given  in  the  table,  were  esti- 
mated from  the  area  of  the  cross-section  and  slope  of  river. 

For  predicting  the  probable  height  at  Gamboa  the  above  ratios 
between  Gamboa  and  Vigia  rises  were  emplojred  as  during  the  pre- 
vious year.  For  predicting  probable  elevations  of  Gatun  Lake  a 
study  of  the  volume  of  flow  into  the  lake  from  'past  rises  was  made, 
noting  what  portion  of  this  flow  passed  Alhajuela  and  Gamboa  up 
to  the  time  of  the  crest  at  each  station,  and  also  the  total  flow  for 
the  24-hour  periods.  The  relation  between  the  flow  at  Alhajuela, 
Gamboa,  ana  the  total  flow  into  the  lake  for  given  periods  (gener- 
ally one,  two,  or  three  days)  indicated  what  might  be  expected  to  oc- 
cur  under  similar  conditions.  This  method  was  found  to  be  much 
more  reliable  than  taking  the  ratio  between  actual  rises  on  the  lake 
and  at  Gamboa  or  Alhajuela.  At  the  time  of  predicting  elevations 
for  the  lake  the  influence  of  the  Trinidad  River  on  the  situation  was 
always  an  unknown  factor,  but  as  a  general  rule  the  error  was  always 
on  the  side  of  safety. 

In  order  to  estimate  the  maximum  discharge  and  freshets  on 
smaller  streams,  use  was  made  of  maximum  gauge  floats,  with  which 
these  streams  were  equipped.  The  actual  results  were  obtained  from 
the  area  of  the  cross  sections  and  the  mean  velocities  as  estimated 
from  actual  gaugings. 

SPECIAL   WORK. 

In  order  to  determine  the  proper  reduction  coefficients  for  flood 
gaugings  at  Gamboa  and  Gatun,  extensive  work  was  done  at  these 
two  stations  on  vertical  velocity  curve  measurements.  At  Gamboa 
the  results  of  65  measurements  indicated  that  a  coefficient  of  0.90 
applied  to  the  surface  observations  gave  good  results,  while  the  re- 
sults of  151  observations  at  Station  42,  on  Gatun  Spillway,  gave  a 
coefficient  of  0.85. 

During  spring  tides,  for  months  of  February  to  May,  1912,  special 
current  meter  observations  were  made  on  the  tide  currents  at  Balboa, 
in  canal  channel,  opposite  Panama  Railroad  docks.  A  total  of  27  obser- 
vations were  made,  each  observation  consisting  of  determining  the 
velocity  at  points  from  surface  to  bottom  for  a  particular  location 
and  stage  of  tide.  The  maximum  velocity  recorded  was  0.81  mile 
per  hour. 

OFFICE   WORK. 

Daily  hydrographic  reports  have  been  received  and  published 
with  the  meteorological  reports.  All  gaugings  have  been  computed, 
checked,  tabulated,  and  filed.  Monthly  discharge  curves  have  been 
constructed  and  discharge  tables  made.  Data  from  current  meter 
ratings  have  been  calculated,  checked,  and  rating  tables  compiled. 
Monthly  reports  of  hydrographic  work  and  conditions,  including 
discharge  estimates  and  hydrology  computations,  have  been  sub- 
mitted. In  the  line  of  special  work,  attention  to  studies  of  the  rela- 
tion between  rainfall  and  run-off  over  the  whole  Chagres  Basin  for 
a  lone  period  has  been  continued,  as  well  as  similar  studies  for  Rio 
Grande  reservoir.  Plate  106  shows  results  for  Gatun  Lake  water- 
shed for  river  year  1911-12. 

61012*— 12 16 
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The  following  plates  and  tables  accompany  the  report  of  this 
section : 

Plate  100.  Comparison  of  dry-season  flow  for  1908  and  1912  at  Alhajuela. 

Plate  101.  Mass  curves  for  discharge  at  Alhajuela,  1911,  1908,  22-year  period. 

Plate  102.  Mass  curves  for  discharge  at  Gamboa,  1911, 1908,  22-year  period. 

Plate  103.  Mass  curves  for  discharge  at  Gatun,  1911,  1908,  22-year  period. 

Plate  104.  Cross  section  of  Chagres  River  at  Gamboa. 

Plate  105.  Hydrograph  of  Gatun  Lake  for  January-June,  1912. 

Plate  106.  Diagram  showing  relation  between  rainfall  and  run-oil  for  Gatun 
Lake  watershed. 

Plate  107.  Discharge  duration  curve,  Alhajuela. 

Plate  108.  Discharge  duration  curve,  Gamboa. 

Plate  109.  Discharge  duration  curve,  Gatun. 

Table.  13.  Monthly  discharge  at  Alhajuela,  Gamboa,  and  Gatun  for  1912  to 
June. 

Table  14.  Monthly  discharge  at  Alhajuela,  Gamboa,  and  Gatun  for  1911. 

Table  15.  Minimum  discharge  on  all  streams  for  dry  season,  1912. 

Table  16.  Principal  freshets  for  1911. 

Table  17.  Discharge  at  Gatun  and  Gamboa  for  dry  and  wet  seasons  and 
calendar  years  during  years  of  maximum  and  minimum  flow. 

Table  18.  Discharge  at  Gatun  and  Gamboa  for  wet  and  dry  seasons  and  river 
years  during  years  of  maximum  and  minimum  flow. 

Table  No.  13. — Monthly  discharge,  Chagres  River,  January  to  June,  1912  and 

1908, 

[Discharge  in  seoond-feet.] 

ALHAJUELA. 

[Drainage  area,  427  square  miles.] 


Month. 


January 

February 

March 

April 

May 

June 

Six  months 


Year  1912. 


Maximum. 


968 

1,360 

600 

2,530 

25,300 

11,890 


25,300 


Minimum. 


560 
400 
820 
260 
275 
970 


260 


Mean. 


734 
516 
882 
371 
1,682 
1,857 


924 


1906 
mean. 


1,005 
582 
585 

692 
2,595 
2,213 


1,262 


GAMBOA. 
[Drainage  area,  559  square  miles.] 


January 

February 

March 

April 

MAy 

June 

Six  months 


1,020 

600 

801 

1,400 

400 

542 

470 

820 

866 

1,940 

260 

872 

22,900 

260 

1,777 

11,600 

1,145 

2,161 

22,900 

260 

1,003 

1,230 

710 

710 

720 

3,410 

2,910 


1,615 
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Table  No.  13. — Monthly  dUthargef  Chagres  River,  January  to  June,  1912  and  1908 — 

Continued. 

GATUN  LAKE. 
[Drainage  area,  1,320  square  miles.] 


Month. 


January 

February 

March 

April 

May 

June 

She  months 


Year  1912. 


Mean 
elevation 
above 
leveL 


14.38 
14.42 
17.07 
17.08 
10.33 
27.48 


18.29 


Discharge 

of 
spiUway. 


1,351 

310 

0 

722 

0 

1,347 


822 


Storage. 


Sec-fi. 

-  170 
+  6&< 
+    482 

-  366 
+2,692 
+2,999 


+1,063 


Evapora* 
tion. 


See.-ft. 
126 
113 
161 
161 
130 
^1 


137 


Yield  of  watershed. 


Net. 


1,181 

092 

482 

356 

2,602 

4,346 


1,675 


Total. 


1,307 
1,106 
643 
517 
2,822 
4,477 


1,812 


Mean 
discharge. 


1906. 


1,976 

1,046 

851 


5,046 

5,025 

(_ 


2,473 


1  +  increase;  —  decrease. 


Table  No.  14. — Monthly  discharge,  Chagres  River,  year  1911. 

ALHAJUELA. 
[Drainage  area,  427  square  miles.] 


Month. 


January... 
Februaiy.. 
March 

June 

July 

August 

September, 
October. . . 
November. 
December. 

Year 


Discharge  in  seoond-feet. 


Maximum. 


2,310 
43,600 

1,420 

9,070 
15,000 
40,100 
85,600 
87,100 

8,510 
23,600 
20,000 

2,350 


43,600 


MfaUmum. 


1,230 

1,070 

630 

635 

1,520 

1,390 

1,100 

1,090 

1,130 

1,290 

2,000 

970 


680 


Mean. 


1,640 
2,310 
881 
1,680 
2,790 
2,881 
2,609 
2,359 
1,830 
2,407 
8,553 
1,391 


2,195 


Per 

square 
mile. 


8.84 
5.41 
2.06 
8.96 
6.58 
6.75 
&11 
5.52 
4.29 
5.64 
8.32 
3.26 


5.14 


Run-oll 

(depth  in 

inches  on 

watershed). 


4.427 
5.634 
2.875 
4.418 
7.528 
7.531 
7.044 
6.364 
4.786 
6.502 
9.283 
3.768 


69.660 


GAMBOA. 
[Drainage  area,  559  square  mites.) 


January... 
February.. 

March 

AprU 

June 

July 

August 

September. 
October... 
November. 
December. 

Year 


3,070 
34,800 

1,460 

7,400 
12,500 
80,000 
88,090 
85,120 

8,150 
26,150 
17,560 

3,790 


88,090 


1,260 
1,100 
700 
880 
1,630 
1,460 
1,270 
1,270 
1,420 
1,560 
2,620 
1,000 


700 


1,766 
2,362 
976 
1,756 
3,178 
8,020 
8,516 
2,781 
2,348 
8,819 
4,866 
1,538 


2,617 


8.16 
4.22 
L75 
8.14 
5.68 
5.40 
6.39 
4.96 
4.30 
5.94 
&68 
X78 


4.68 


3.643 

4.  AM 

2.018 
8.508 
6.548 
&025 
7.363 
5.741 
4.686 
6.848 
0.664 
8.147 


68.480 
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Table  No.  14.— Monthly  dUchargef  Chagres  River,  year  1911 — Cbntinued. 

OATUN. 
IDninage  ares,  1,320  sqimre  mileB.} 


Month. 


January... 
February.. 

March 

AprU 

May 

June 

July 

August 

September 
Qptober. . . 
^lovembcr. 
December. 

Year 


Discharge  in  second-feet. 


Maximum. 


8,250 

6,240 

2,460 

8,370 

8,120 

10,200 

14,590 

8,040 

6,560 

12,350 

16,790 

9,970 


16,790 


Minimum. 


1,960 
1,700 
1,020 
1,020 
2,780 
4,580 
2,230 
2,650 
3,075 
4,570 
9,070 
1,580 


1,020 


Mean. 


3,636 
2,099 
1,439 
2,071 
5,952 
6,488 
6,905 
4,525 
4,506 
7,266 
12,764 
4,042 


5,216 


Per 

square 

mile. 


2.75 
2.27 
1.09 
1.57 
4.51 
4.92 
5.23 
3.43 
8.41 
5.50 
9.67 
3.06 


3.05 


Run-off 

[depth  in 

inches  on 

watershed). 


3.170 
2.364 
1.267 
1.752 
5.200 
5.489 
6.030 
3.954 
3.805 
6.341 
10.789 
8.528 


53.679 


Table  No.  15. — Table  giving  minimum  discharge  of  various  streams  during  the 

dry  season,  1912, 


Stmm  and  location. 


Qatun  spillway 

CaiagresRiver: 

Gamboa 

Alhajuela 

Upper  Chagres.  Dos  Boeas. 

Pequeni,  Dos  Bocas 

La  Puente,  Vigia 

Gatuncillo 

Chllibre 

ChlUbrillo 


Siri  River,  above  Trinidad 

Trinidad  Branch,  above  Trinidad 

Gatun  River,  at  Quebrancha  culverts. 


Gano  River,  near  Zone  boundary 

Agua  Salud,  at  Panama  Railroad 

Friiolito,  at  Panama  Railroad 

Frii  oles  Grande,  at  Panama  Railroad . 

Fri  oles,  at  Panama  Railroad 

Obispo  diversioxi.  Gamboa 

Mandinf  0,  near  Bas  Obispo.. .%. 

Pedro  lUguel 

Caimitillo,  at  culvert 

Cameron,  at  culvert 

Coooli,  above  reservoir 

Rio  Grande: 

Bridge  Ko.  57,  Panama  Railroad. 

Above  reservoir. 


Date. 


Apr.  20  and  21. 

.....do 

May7 

Apr.  10. 

May  2 


Apr.  18. 
Apr.  15. 

Apr.  18. 
Apr.  12. 
May  9.. 


Apr.  30. 
May  9.. 

do.. 

do.. 

do.. 


Apr.  2. 
Apr.  6. 


Apr.  8. 
....do. 


Apr.  9. 
do. 


Dis- 
charge. 


See.'feet. 


250.00 

250.00 

186.00 

72.60 

1.77 


.57 
.49 

25.00 
17.60 
30.10 

8.67 

1.36 

1.61 

.02 

.08 


.18 
.20 


.11 
.16 

.24 
.20 


Remarks. 


See  special  table. 

From  discharge  curve. 

Do. 
Gauging. 

DO. 

Do. 
Dry  Apr.  2  to  May  16. 
Gauging. 
(Probably  lower  on  18th  to 

21st.) 
Gauging. 

DO. 

Drainage  above  railroad  em- 
bankment. 
Gauging. 
DO. 

Do. 
Estimated. 

Do. 
Dry  Feb.  27  to  June  22. 

Gaughig. 

Dry  Feb.  12  to  Apr.  30. 
Gauging. 
Do. 

Do. 
Do. 
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Table  No.  16. — Principal  freshets  for  year  1911. 


Date  of  beginning. 


Feb.  12 
June  22 
Julys.. 
Aug.  21 


Vigia. 


Eleva- 
tion of 
crest. 


145.6 
142.0 
141.4 
141.0 


Rlae. 


10.3 
16.2 
14.0 
15.4 


Alh^Juela. 


Eleva- 
tion of 
crest. 


105.6 
103.6 
103.0 
103.6 


Rise. 


13.8 

10.4 

0.2 

10.4 


Hoars 

after 

Vlgia. 


1 
1 
1 
1 


discharge. 


CttMe/oo^ 
teeonda. 
43,600 
40,100 
35.600 
37,100 


Date  of  beginning. 


Feb.  12 
June  22 
July  6.. 
Aug.  21 


Oamboa. 


ElevBp 
tion  of 
crest. 


58.4 
57.1 
58.3 
57.5 


Rise. 


12.8 
10.8 
10.3 
11.4 


Hours 

after 

Vigia. 


? 
^ 


Percent 

of  Vigia 

rise. 


67.0 
71.1 
81.0 
74.0 


Percent 

ofAlha- 

Juela  rise. 


03.0 
104.0 
130.0 
110.0 


Maximum 
discharge. 


Cubiefoot- 
teeojidt. 
34,800 
30,000 
38,000 
35,120 


Date  of  beginning. 


Feb.  12 
June  22 
July  6.. 
Aug.  21 


Date  of  beginning. 


Bohio. 


Eleva- 
tion of 
crest. 


21.1 
20.7 
22.0 
20.6 


Rise. 


8.0 
6.3 
6.1 
6.7 


Hours 

after 

Oamboa. 


7i 
6 


Per  cent 
of  Oam- 
boa rise. 


62.0 
40.1 
54.0 
50.0 


Percent 

ofAlha- 

Juela  [jge. 


»i  iw 


58.0 
51.0 
56.0 
55.0 


Maximum 
discharge. 


CfMe/oot- 
teconds. 
120,000 
124,600 
130,200 
125,400 


Feb.  12 
June  22 
July  6.. 
Aug.  21 


Oatun. 


Eleva- 
tion of 
crest. 


15.7 
17.6 
10.4 
16.6 


Rise. 


2.6 
2.3 
8.4 
1.0 


Hours 

after 

Oamboa. 


114 

2* 

36 

34 


Percent 
of  Oam- 
boa rise. 


20.0 
21.3 
34.0 
25.0 


Percent 

of  Bohio 

rise. 


32.0 
43.4 
56.0 
33.0 


Maximum 
discharge. 


CvMe/oU- 

teeondt. 

6,240 

0,830 

14,600 

8,040 


1  Estimated. 
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Table  No.  17. — Discharge  at  Oatun  and  CHimhoa,  for  dry  and  wet  seasons  and 
calendar  years  during  years  of  maximum  and  minimum  flow, 

[Dry  seasons  (Janaary  to  April),  4  numths,  and  wet  seasons  (May  to  December),  8  months.] 


Stations,  values,  and  period. 


GATUN. 


Averaffe  discharge  In  second-fBet: 
4dr 


iry  months. 
8  wet  months. 


Year. 


Volume   discharge  in   billion 
cubic  feet: 

4  dry  months 

8  wet  months 


Year. 


OAKBOA. 


Average  discharge  in  seoond-fset: 
4dry 


months. 
8  wet  months. 


Year 
Volume 


1912 


dryse» 
son  on 
record. 


796 


8.30 


620 


olume   disch^n   in 
cubic  fieet:    ^m 
4  dry  montzis 


billioQ 


dry; 
8  wet  months. 


Year. 


1911 


Minimum 

year 
(except 
1906  J. 


total  mum 


2,536 
6,640 


6,216 


26.19 
138.37 


164.66 


1,716 
3,068 


2,617 


6.47 


17.61 
64.89 


1910 


Mazl- 

year 
total  for 
Gatun. 


1909 

Maxi- 
mum year 
(total 
wet  sea* 
son  for 
Oamboa; 
wet  sea- 
son for 
Oatun). 


6,613 
13,964 


11,472 


67.99 
296.33 


363.32 


3,868 
6,009 


6,296 


4,032 
13,971 


10,668 


41.66 
296.68 


337.33 


2,932 
8,306 


6,614 


40.20 
127.38 


82.60        167.68 


30.26 
176.76 


206.02 


1906 


tiltiillkii 


dry  sea- 
son flow 
(except 
1912). 


1,191 
8,087 


6,788 


12.61 
170.84 


183.36 


842 
4,702 


3,416 


8.86 
99.35 


108.20 


19051 


year 
(total  and 


wet 
son). 


1,713 
6,017 


4,582 


17.86 
127.36 


146.20 


1,066 
2,338 


1,914 


11.12 
49.60 


60.62 


1880-19U 


Average 

for 
22-year 
period. 


3,189 
9,666 


7,500 


33.29 
204.26 


237.55 


1,638 
4,143 


3,308 


17.00 
87.69 


104.78 


1 1912  will  probably  be  minimum  year  and  minimum  wet  season. 
1906  and  1907  not  years  of  wet  or  dry  flow. 
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Table  No.  18. — Discharge  at  Gatun  and  Oamboa  for  tcet  and  dry  seasons  and 
river  years  during  years  of  mawimum  and  nuMmum  flow. 


[River  year  May  1  to  Apr.  90.   ' 

Wet  seasons  (May  to  December)  8  months,  and  dry 
April),  4  months.] 

seasons  (January  to 

Stations,  values,  and  period. 

1911-12 

Minimum 
dry  sea- 
son on 
record. 

1910-11 

Maxi- 
mum 
river  year 
and  wet 
season 
except 
190»-10. 

1909-10 

Maxi- 

mum 

river  year, 

wet 

season 

and  dry 

season. 

1908-09 

1907-08 

Minimum 
dry  sea- 
son for 
Gatun 
except 
1912. 

1905-06 

Minimum 

river  year 

and  wet 

season. 

1800-1912 

22-year 
period. 

% 

OATUK. 

Average  discharge  In  second- 
feet: 
8  wet  months. . ,  -  - r  -  -  r  - 

0,556 
795 

13,954 
2,536 

13,971 
6,518 

8,067 
4,032 

7,421 
1,191 

6,017 
1,542 

9,655 
3,074 

4  drv  months.  ..,,-,,r--, 

River  year 

4,636 

10,148 

11,486 

6,735 

5,344 

4,526 

7,462 

Volume  dischazse  in  billion  cu- 
bic feet: 
8  wet  months. r , 

138.37 
8.30 

295.33 
26.19 

295.68 
67.99 

170.84 
41.65 

156.89 
12.51 

127.35 
16.05 

204.26 

4  drv  months 

31.87 

River  year 

146.67 

321.52 

363.67 

212.49 

109.40 

143.40 

236.13 

OAMBOA. 

Average  discharge  in  second- 
feet: 
8  wet  months t  . . . . 

520 

6,009 
1,715 

8,306 
3,868 

4,708 
2,932 

4,231 
842 

2.338 
»816 

4,143 
1,592 

4 dry  months. ....,, t^t-^ 

River  year 

2,219 

4,578 

6,826 

4,112 

8,101 

1,830 

3,292 

Volume  discharge  in  billion  cu- 
bic feet: 
8  wet  months 

64.80 
5.47 

127.38 
17.61 

175.76 
40.20 

99.35 
30.26 

89.50 
8.85 

49.50 
8.44 

87.69 

4  drv  months 

16.51 

River  year. 

70.36 

144.99 

215.96 

129.61 

98.35 

57.94 

104.20 

1  Dry  season  Qamboa  except  1911-12. 
.  River  srears  1906-7  and  1906-0  not  years  of  wet  or  dry  flow. 

Zone  Land  Survey. 

During  the  year  observations  were  made  at  10  additional  secondary 
trianffulation  stations,  and  the  adjustment  of  the  whole  system  was 
completed,  including  the  computation  of  the  geodetic  positions.  The 
difference  in  elevation  between  the  various  triangulation  stations 
was  determined  by  trigonometric  leveling.  Several  of  the  elevations 
obtained  in  this  manner  were  checked  by  means  of  stadia  traverses 
run  to  determine  property  lines,  an<i  the  results  agreed  very  well. 

The  traversing  of  the  principal  rivers,  ridges,  and  trails  was  con- 
cluded in  the  earlv  part  of  the  year.  The  total  length  of  line  run  in 
connection  with  this  work  was  225.176  miles,  of  which  113.793  miles 
were  trail,  92.256  miles  river  line,  13.467  miles  swamp  line,  and  5.66 
miles  shore  line.  The  total  miles  of  line  run  on  the  2iOne  land  survey 
is  566.122,  of  which  150.089  miles  are  section  line,  40.644  miles  aux- 
iliary line  run  in  connection  with  the  section  lines,  150.213  miles  ridge 
line,  113.793  miles  trail  line,  92.256  miles  river  line,  13.467  miles 
swamp  line,  and  5.66  miles  coast  line. 

Kail  and  concrete  monuments  were  placed  at  22  section  comers  in 
the  southeast  quadrant. 
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The  traverses  of  the  Zone  land  survey,  after  having  been  computed 
and  balanced,  were  platted  on  maps  of  1/5000  scale.  The  topo- 
graphical features  developed  from  the  traverse  were  transferred  to 
the  1/20000  scale  and  1/40000  scale  maps.  After  all  the  available 
data  from  other  sources  were  placed  on  these  maps  they  were  pre- 
pared  for  lithographing.  F         J'  i' 

Miscellaneous  Surveys. 

A  stadia  survey  was  made  to  locate  the  ridge  line  between  the  up- 
per Oatun  River  and  the  Atlantic  Ocean.  Nineteen  miles  of  line 
were  run  between  Mount  Bruja  and  Santa  Eita  Mountain.  The 
traverses  were  worked  up  and  the  work  platted  on  a  1/5000  scale  map. 

A  stadia  survey  was  made  of  the  Atlantic  coast  line  in  the  vicinity 
of  Margarita  Island,  near  Colon.  A  triangulation  station  was  estab- 
lished on  Margarita  Point.  The  Majagual  and  Escondido  Eivers 
were  run  up  to  the  limits  of  tidewater.  Several  islands  and  inlets 
not  heretofore  shown  on  maps  were  located. 

One  of  the  precise  level  bench  marks  (6- A)  was  relocated  and  three 
new  bench  marks  were  established  on  Guarapo  Island. 

The  field  and  office  work  for  the  land  office  of  the  commission^  in- 
cluding special  surveys,  staking  out  lots,  running  old  boundary  lines, 
and  preparation  of  maps  has  tien  regularly  performed. 

Mechanical  Work. 

There  have  been  no  marked  changes  in  the  conduct  of  mechanical 
work  on  the  Isthmus  during  the  past  year.  The  details  of  what  has 
been  accomplished  is  covered  by  report  of  Maj.  T.  C.  Dickson,  Ord- 
nance Department,  United  States  Army,  inspector  of  shops,  which  is 
attached  hereto  marked  as  an  appendix.  Constant  efforts  have  been 
made  during  the  year  to  reduce  the  cost  of  repairs  to  equipment.  A 
marked  reduction  has  been  made  in  car  repairs.  All  of  the  equip- 
ment has  been  growing  older,  and  general  repairs  were  required  to  a 
greater  extent  luring  the  pak  fiscll  year  than  during  any  previous 
year.  This  is  especially  true  for  locomotives,  largely  on  account  of 
stay  bolts  breaking,  flues  becoming  defective,  and  tires  wearing  out. 
The  total  cost  of  repairs  per  service  day  during  the  past  year  com- 
pared with  similar  information  for  the  previous  year  is  given  in  the 
following  table: 


Item  of  equipment. 


Locomotives 

Steam  shovels 

Unloaders 

Spreaders 

Track  shifters 

Locomotive  cranes 

Pile  drivers 

Unloader  plows... 


Fiscal  year  1911. 


Servloe 
days. 


«3,026 
21,775 
3,417 
2,290 
1,170. 
6,851 

l.lig 
3,417 


Total 
expense. 


1504,006.10 

483,536.88 

50,564.45 

33,815.41 

2,632.84 

43,502.39 

6.676.15 

11,291.45 


Average 

cost  per 

service 

day. 


17.88 

22.21 

14.80 

14.77 

2.25 

7.44 

5.69 

3.30 


Fiscal  year  1912. 


Service 
days. 


66,906 
30,303 
3,375 
2,517 
1,592 
7,093 
1,902 
3,124 


Total 
expense. 


1559. 766. 23 

465,883.49 

48,773.98 

35,846.37 

4,415.11 

63,822.23 

16,082.03 

7,678.98 


Average 

cost  per 

service 

day. 


88.57 

22.95 

14.45 

14.24 

2.77 

7.50 

8.46 

2.46 


Car  repairs,  1911, 1894,496.55,  or  10.8656  per  car  per  working  day. 
Car  repairs,  1912, 1807,783.39,  or  60.7487  per  car  per  working  day. 
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The  amount  of  electric  current  generated  and  the  cost  per  kilowatt- 
hour  for  the  different  plants  for  the  past  fiscal  year  as  compared  with 
the  preceding  year  is  given  in  the  following  table: 


Fiacal  year  1911. 

Fiscal  year  1912. 

Location  of  plants. 

Kilowatt 
hours. 

Expenses. 

Cost  per 

kilowatt 

hour. 

Kilowatt 
hours. 

Expenses. 

Cost  per 

kilowatt 

hour. 

Balboa" 

1,404,475 

2,514,710 

867,149 

157,150.02 
73,744.98 
37,558.02 

10.04060 
.02933 
.04331 

1,430,686 
2,494.890 
1,115,728 

153,961.08 
70,434.54 
36,411.07 

10.03771 

Empire' 

.02823 

Oorgona  * 

.03263 

Total  mechanical  divi- 
sion plants 

4,786,334 

168,363.02 

.03517 

5,041,303 

160,796.69 

..0819 

Miraflores* 

6,797,714 
12,968,247 

186,532.15 
298,825.56 

.02744 
.02267 

9,522.400 
16,263,510 

218,311.23 
357,096.12 

.02298 

Qatun* 

.02201 

Total,  constraction  diyi- 
sion  plants , 

19,769,961 

480,357.71 

.02431 

25,785,910 

676,307.35 

.02236 

1  Includes  in  1912,  74,350  kilowatt  hours  furnished  by  Miraflores  plant. 

s  Original  cost  of  these  plants  has  been  charged  to  divisions  on  basis  of  benefits  received.    The  product 
is  invoiced  to  departments  and  divisions  at  a  price  that  provides  for  renewals  and  new  machinery ;  includes 
cost  of  construction  and  maintenance  of  lines,  wiring,  and  lights  both  outside  and  inside. 

I  Includes  10.0100  per  kilowatt  hour  to  absorb  cost  of  plant.    Cost  is  for  current  delivered  at  switchboard. 

*  Includes  $0.0103  per  kilowatt  hour  to  absorb  cost  of  plant.    Cost  is  for  current  delivered  at  switchboard. 

The  cost  of  air  compressed  at  the  principal  plants  during  the  past 
year  as  compared  with  the  record  of  tne  previous  year  is  as  follows: 


Fiscal  year  1911. 

Fiscal  year  1912. 

Location  of  plants. 

Output  (cubic 
feet). 

Total  cost. 

Cost  per 

1,000  cubic 

feet. 

Output  (cubic 
feet). 

Total  cost. 

Cost  per 

1,000  cubic 

feet. 

Las  Cascades 

Empire 

1,512,594,874 

4,483,713,654 

1,773,887,622 

491,003,491 

146,439.06 

149,448.06 

66,890.62 

16,757.32 

10.0307 
.0333 
.0315 
.0321 

1,169,166,579 

4,823,829,781 

2,059,671,314 

742,489,779 

135,778.85 

148,112.82 

67,127.35 

23,355.28 

10.0306 
.0307 

Rio  Grande 

Balboa 

.0326 
.0314 

Total 

8,261,199,641 

267,536.08 

.0324 

8,795,157,453 

274,374.30 

.0312 

The  total  cost  of  repairs  to  equipment  and  the  cost  per  cubic  yard 
during  the  past  ye^^r  as  compared  with  the  previous  year  are  given 
in  the  following  table : 


Fiscal  year  1911. 

Fiscal  year  1912. 

Item  of  work. 

Amount  of 
work  ac- 
complished 
(cubic 
yards). 

Total  cost  of ' 
repairs. 

Cost  per 
cubic  yard. 

Amount  of 
work  ac- 
complished 
(cubic 
yards). 

Total  cost  of 
repairs. 

(3ostper 
cubic  yard. 

Excavation: 

Dry 

20, 2(6, 574 
11,936,972 

1,742,928 
936,760 

1,719,867 

3,019,036 
4,276,791 

11,759,566.26 
671,907.03 
359,296.88 
228,928.47 
432,266.61 

03,376.40 
116,329.02 

10.0668 
.0479 
.2061 
.2444 
.2613 

.0809 
.0270 

• 

19,391,874 
10,910,236 

1,443,670 
749,491 

1,344,826 

6,760,921 
3,199,127 

$1,610,692.04 
737,224. 10 
262,268.92 
140,250.91 
291,612.81 

330,076.37 
126,630.82 

10.0831 

Wet 

.0676 

.1748 

Sand 

.1871 

Stone 

.2168 

FiU: 

Dry 

.0673 

Wet 

.0398 
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The  averajge  cost  of  dry  excavation  in  the  central  division,  and  of 
wet  excavation  in  the  Atlantic  and  Pacific  divisions,  for  all  work 
accomplished  to  June  30, 1912,  is  as  follows : 


Division. 


Central  division. 
Atlantic  division. 
Faciflo  division. . 


Item  of  work. 


Dry  excavation. 
Wet  excavation. 
....do 


Cost  per  cubic  yard. 


Work. 


$0.6240 
.1629 
.1504 


Plant. 


$0.1078 
.0587 
.0779 


General 
expenses. 


$0.0766 
.0217 
.0204 


Total. 


$0.8084 
.2433 
.2577 


The  average  cost  of  concrete  laid  in  the  Atlantic  and  Pacific  divi- 
sions to 'June  30,  1912,  is  as  follows: 


Division. 


Atlantic  division. 
Pacific  division.. 


Cost  per  cubic  yard. 


Work. 


$6.4407 
4.4412 


Plant. 


$0.7028 
.5852 


General 
exi>enses. 


$0.3167 
.3030 


Total. 


$7.4602 
5.3294 


The  cost  of  repairs  to  marine  equipment  of  the  Isthmian  Canal 
Commission  and  the  Panama  Railroad  Co.  during  the  past  fiscal  year 
is  shown  in  the  following  table : 


Item  of  equipment. 


ATLANTIC  DIVISIUN. 


Sea  going  suction  dredge:  Caribbean . 
Dipper  dredges: 

Chagres 


Total. 


Ladder  dredges: 

No.l 

No.5 

No.  6 


Total. 


Tugs: 

Boblo 

Gatun 

Empire 

Porto  Bello. 

Miuiner 

Reliance  ^ . . 
DeLesseps. 
Exotic'.... 


Total. 


Quantities 
excavated. 


Cubic  yards. 
2,804,807 


340,429 
342,613 


683,042 


386,712 
617,406 


1,004,118 


Total  cost 
of  repairs. 


$71,629.80 


4o,  Uvv.  oo 

51,097.15 


94,196.53 


42,904.87 
37,442.72 


89,347.59 


28,160.53 
35,960.35 
12,837.18 
12,861.95 
10,867.76 
21,316.10 
9,189.01 
833.73 


132,045.61 


Cost  per 
cubic 
yard. 


$0.0255 


.1266 
.1491 


.1379 


.1109 
.0606 


.0600 


Cost  per 

month  per 

unit. 


$5,909.16 


3,591.62 
4,258.09 


3,924.86 


3,575.41 
3,120.22 


3,347.82 


2,346.71 

2,999. 12 

1,069.76 

1,070.99 

906.65 

2,842.15 

765.76 

238.20 


1,590.91 


1  This  tug  was  in  the  service  of  the  Atlantic  division  until  Feb.  11, 1912,  when  it  was  transiiBirred  to  Padflo 
division.    It  was  then  taken  to  Balboa  via  Cape  Uom,  arriving  June  17, 1912. 
s  Retired  ftom  service  Oct.  17, 1911. 
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Item  of  equipment. 


PAOnC  DIVISION. 


Beagolngsactioii  dredge:  Culebra. 
Dipper  dredge:  Gardenas 


Quantities 
excavated. 


Ladder  dredges: 

Marmot 

Badgpr 

Mole 

Oopber  > 

Corosal*.... 


Total. 


Tngs: 

CocoU 

Chame 

Miraflcxes. 
La  Boca.. 
Baliance*. 


Total. 


Cuhieyardt. 
2,4U,297 
399,130 


610,242 
1,025,779 
174,822 
504,837 
153,620 


2,435,300 


Total  cost 
of  repairs. 


$58,630.94 
89,473.43 


10,900.72 
18,038.22 
10,502.41 
15,033.88 
21,834.30 


70,378.57 


12,808.33 
4,843.06 
7,004.56 
0,750.00 
1,702.02 


33,318.01 


Cost  per 
cubic 
yard. 


10.0242 


.0212 
.0170 
.0601 
.0200 
.14^1 


.0314 


Cost  per 

month  per 

unit. 


$4,877.67 
3,280.46 


914. 14 
1,503.18 

875.20 
1,252.83 
7,278.12 


1,497.02 


1,074.86 
403.59 
588.72 
502.50 

3,524.04 


686.97 


1  Engaged  In  dredging  sand  at  Chame. 
s  In  service  from  Apru,  1912. 

•  This  tuff  was  in  the  service  of  the  Atlantic  division  until  Feb.  11, 1912,  when  It  was  transferred  to 
Pacific  division.    It  was  then  taken  to  Balboa  via  Cape  Horn,  arriving  June  17, 1912. 

Statement  of  fuel  consumed   by   Isthmian   Canal   Commission  and   Panama 

Railroad. 


Fiscal  year  1910-11. 

Fiscal  year  1911-12. 

• 

« 
Coal. 

Ofl. 

Total. 

Coal. 

Ofl. 

Quan- 
tity. 

Equiva- 
lent In 
ooal. 

Quan- 
tity. 

Equiva- 
lent in 
ooal. 

Total. 

Xsthmiaa  Canal  Commis- 
ffknr 

Tom. 

364,403 

50,790 

Barrtlt. 
079,928 
104,714 

Ton». 

160,962 

26,178 

Tcm. 

534,386 

70,074 

Tont. 

350,667 

44,828 

Barrela. 
709,921 
100,404 

Ttmt. 
192,406 
20,601 

Tons. 
638,983 
71,429 

Panama  Railroad  Co 

Total 

415,199 

784,042 

196,160 

011,359 

401,386 

870,325 

219,009 

010,394 

Non.— 4  barrels  of  ofl  assumed  to  equal  1  ton  of  ooal. 
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Table  A.- 


'Statement  of  rolling  stock  owned  hy  the  Isthmian  Ca/nal  Commission 
in  use  hy  the  different  departments^  as  of  July  1, 1912. 


Description. 


Cars: 

fi^-ton  steel  flats 

40-ton  wood  flats  (Lidgerwoods) 

Narrow-gauge  flats— 

3-foot  gauge 

34-foot  gauge 

Decauville,  ^-mtUx  gauge 

12'yard  Western,  dump 

18-yard  Western,  dump 

2-yard  Western,  dump 

4-yard  dump,  3-foot  gauge 

6-yard  dump,  34-foot  gauge 

12-yard  Oliver  dump 

18-yard  Oliver  dump 

Qoodwlndump 

Ingoldsby  dump 

Pay 

Pay  certiflcate 

Special  for  castings  and  coal 

Electroautomatic   railway,    Gatun 

handling  plant 

Cranes  (various) 

Locomotives: 

201    class,    American   Locomotive 

Works 

301    class,    Baldwin    Locomotive 
Works 


400  class. 

fiOO  class 

600  class 

700  class 

800  class  (3  and  34-foot  gauge). 
"  eel. 


American,  ^whee 
Decauville,  ^meter  gauge 

Special 

Electrio    Industrial    Ry., 

handling  plant 

Motor  cars 

Velocipedes 

Steam  shovels: 

Model  20.  Marion 

Model  60,  Marion 

Model  91,  Marion 

45-ton  Bucyrus 

70-ton  Bucyrus 

0&-ton  Bucyrus 

Typel,  Thew 

Spreaders 

.   unloader& 

Track  shifters 

Pile  drivers 


Oatun 


28 
25 

43 

13 

72 

13 

126 


38 

57 

5 

202 


45 
17 


11 
7 
4 

1 

1 

19 


9 
1 


4 

io" 


3 
2 
2 
6 


43 
1,617 


72 
224 
142 


216 
27 

12 
12 


78 

20 
1 

10 

19 

3 


2 

1 


7 

2 

7 

30 


12 

22 

5 

3 


i 


p 

c 

I 

PL4 


26 
17 


32 
"235" 


346 
50 


15 


14 

9 

3 

22 


7 
12 


1 
1 


2 
4 
2 
9 


1 
5 
1 
2 
3 


384 
101 


50 
11 


29 


8 
1 


4 

i" 


I 
O 


3 


80 
18 


21 


1 
3 


23 


6 
3 


1 
4 


12 


39 

12 

20 

6 


11 
26 


3 
1 


6 
2 


1 
4 


o 


487 
1,760 

43 

46 

224 

679 

291 

20 

44 

67 

628 

305 

12 

12 

1 

1 

12 

45 
47 


100 

41- 

16 

41 

20 

41 

33 

2 

3 

1 

9 
6 
1 

1 

10 
15 
11 
33 
30 

1 

26 
30 

9 
14 
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Table  B. — Btatement  of  Isthmian  Canal  CommiaHon  floating  equipment  on  the 

Isthmus,  as  of  July  1, 1912. 


Atlan- 
tic dir 
vision. 

Padflo 

di- 
vision. 

Quar- 
termaa- 
ter's 
depart- 
ment. 

Sani. 

tary 
depart- 
ment. 

Civil 
admin- 

Lights 

and 

buoys. 

Fortifl- 
board. 

Description. 

istra- 
tion. 

TotaL 

Barges: 

Cement 

6 
6 
3 
2 
10 

6 

CJoaL 

2 

8 

Coalo.  f.  8 

3 

House-boats 

1 
7 
9 

3 

Mud  dumps. 

17 

8tone  aifd  sand 

9 

Steel  dump 

RockdrllL 

1 
13 

1 
3 
1 

1 

2 

Steel 

3 

19 

Rock  hreaker 

1 

Wrwkfnjr . .     

1 

Pteinfrct^ng 

1 

1 

Oil........: 

,,. 

1 

1 
1 
1 
1 

2 

Coed  hoist 

1 

MnchlnA  shop 

1 

2 

Water .* 

1 

Self-dumDlne.  wooden 

1 

1 

Floatlnf  Dump,  concrete 

Divine 

1 

• 

1 

Derrick 

2 
4 

7 
2 

1 
2 
2 
7 

1 

5 
2 
2 

1 

f. ...... 

2 

dapets 

6 

6 
6 

1 

1 
6 

2 
2 

12 

Launches: 

OftsoHne. . , .  r . . . 

2 

4 

1 

21 

Btmm.... .  r 

8 

Dredges: 

2 

Dipper 

3 

Ladder. 

7 

Pipe-line 

7 

DonbkMUid  clamshell . . . ,  -  

1 

Tugs: 

FiratclflM... 

4 

9 

flMM>nd  rIaas 

2 

Floatinff  pile  drivers 

1 

3 

Floating  crane 

1 

Towboat.  stem  wheel 

1 

1 

Tenders. .        

1 

1 

2 
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Table  G. — Statement  of  equipment  owned  by  the  Panam^i  Railroad  Co.,  as  of 

July  1,  1912. 


In  Pan- 
ama 
R.R. 
service. 

In  service  of  Isthmian  Canal  Commission. 

In  serv- 
ice of 
fortifi- 
cation 
board. 

Rolling  equipment. 

• 

Atlan- 
tic di- 
vision. 

Cen- 
tral di- 
vision. 

Padflo 

di- 
vision. 

Quar- 
termaa- 
ter's 
depart- 
ment. 

Me- 

diani- 
cal  di- 
vision. 

Total 

Locomotives: 

Rood 

22 
23 

7 
2 

1 
2 

6 

1 

37 

Switch 

27 



Total 

45 

9 

a 

6 

1 

64 

Cars,  passenger: 
8i)«dal.. 

2 

1 
1 
1 

21 

22 

2 

8 

2 

Parlor 

1 

Pay 

1 

Labor 

1 

Coacbes — 

First  class 

21 

Second  class 

22 

Hospital 

2 

Baggage  and  msll 

8 

Total : 

58 

58 

Cars,  freight: 

Box. 

929 
38 
17 
19 

2 
20 

2 

15 
1 

42 

15 

5 

1,006 

CoaL 

1 

40 

Flat 

5 

2 

24 

Fast  flight 

19 

T^ocal  express 

2 

Stock 

20 

Specie 

2 

Total 

1,027 

16 

47 

17 

1 

5 

1,113 

Cars,  service: 

Caboose 

16 
3 
174 
85 
12 
22 

1 

17 

WAt^r(tAiik)..,. 

8 

Ballast  (Rodger) 

26 

200 

Outfit 

1 

86 

Construction 

12 

ReiHgerator 

22 

Total 

312 

26 

2 

340 

Miscellaneous: 
Cranes— 

2S-ton 

1 

1 

10-ton 

1 

1 

75-ton 

1 
2 

1 

1 

2 

Pile  drivers 

2 

Pitching  machine 

1 



Total 

4 

1 

1 

1 

7 

Floating  equipment: 

Tugs 

2 

1 
1 
8 
5 

1 

2 

Motor  boat.  40-horsepower 

1 

Floatingplle  driver 

1 

nnrm  Hght^^ 

8 

Coslligfiters 

6 

T^mo^,  gasoline 

• 

1 

Lubricating  and  illuminating  oils  and  lubricating  greases,  includ- 
ing gasoline,  which  cost  the  commission  and  Panama  Railroad  Co. 
a  total  of  $80,641.04  in  the  fiscal  year  1910-11,  cost,  during  the  fiscal 
year  1911-12,  $75,906.37,  a  reduction  of  about  6  per  cent. 

The  traveling  engineers  and  the  inspector  of  lubricants  and  equip- 
ment have  continued  their  efforts  to  reduce  the  unit  cost  of  fuel  and 
lubricant  consumption.  /To  this  end  comparative  monthly  perform- 
ance sheets  for  each  different  class  of  equipment  are  compiled  and 
opies  furnished  to  each  individual  engineer  or  posted  prominently. 
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Personnel. 

•  During  the  year  Mai.  T.  C.  Dickson,  Ordnance  Department,  United 
States  Army,  has  performed  the  duties  of  inspector  of  shops. 

Mr.  A.  B.  Nichols,  office  engineer,  has  been  in  charge  of  the  drafting 
room,  drawings,  and  old  French  records  in  the  chief  engineer's  office. 

Civil  Engineer  F.  H.  Cooke,  United  States  Navy,  was  detailed 
by  the  Navy  Department  for  special  duty  with  the  commission  and 
has  been  principally  engaged  since  he  reported,  on  January  9,  1912, 
on  the  design  oi  the  dry  docks  and  coaling  plants. 

Mr.  James  G.  Craig  has  filled  the  position  of  senior  traveling  engi- 
neer. Mr.  A.  C.  Stone,  junior  traveling  engineer,  resigned  July  30, 
1911,  and  Mr.  Don  E.  Irwin,  traveling  engineer  for  the  inspection 
of  fuel  and  oil  consumption,  was  appointed  junior  travelinff  engineer 
on  August  1,  1911.  Mr.  James  E.  Johnson  was  appointea  inspector 
of  fuels  and  lubricants  on  August  21,  1911. 

Mr.  Geo.  I.  Finley,  assistant  engineer,  was  placed  in  charge  of  the 
design  of  the  structural  work  for  the  permanent  shop  buildings, 
effective  June  10,  1912. 

Mr.  C.  M.  Saville,  assistant  engineer  in  charge  of  the  third  division 
of  the  chief  engineer's  office,  resigned,  effective  January  2, 1912.  The 
third  division  was  abolished  on  January  24, 1912,  and  its  work  trans- 
ferred to  the  second  division  of  the  chief  engineer's  office. 

Mr.  Guy  O.  Eraser,  junior  engineer,  acting  in  charge  of  the  third 
division  for  a  portion  of  the  year,  resigned,  effective  June  23, 1912. 

Mr.  B.  B.  Wiggins^  assistant  engineer  in  charge  of  field  work  of 
the  third  division,  resigned,  effective  October  28, 1911. 

Mr.  P.  H.  Underwood,  assistant  engineer  in  charge  of  office  work 
of  the  third  division,  resigned,  effective  October  11, 1911. 

Mr.  D.  F.  Pyne,  clerk  in  charge  of  the  third  division,  resigned, 
effective  April  3,  1912. 

Mr.  O.  E.  Malsbury,  j'unior  engineer,  remained  in  charge  of  the 
field  and  office  work  of  the  land  ofnce. 

Mr.  R.  C.  Jones,  junior  engineer,  has,  during  the  latter  half  of  the 
fiscal  year,  had  charge  of  Zone  land  surveys  and  miscellaneous  sur- 
veys. 

Mr.  F.  D.  Willson,  inspector  of  md:eorological  and  hydrographic 
work  under  the  third  division,  was  appointed  supervisor  of  meteoro- 
logical and  hydrographic  work,  effective  May  1,  1912.  Mr.  H.  G. 
Comthwaite  has  remained  in  charge  of  the  meteorological  section, 
and  Mr.  H.  T.  Critchlow  has  continued  in  charge  of  the  hydrographic 
section. 

All  officers  and  employees  have  performed  their  work  in  an  efficient 
manner  during  the  vear. 
Very  respectniUy, 

H.  H.  Rousseau, 
CivU  Engineer^  Umted  States  Na/oy^ 
Mernher  Isthrman  Canal  Commissioru 

Assistant  to  the  Chief  Engineer. 

Col.  Geo.  W.  GoETHAiiS, 

Corps  of  Engineers^  United  States  Army, 

Chairman  and  Chief  Engineer, 

CtUebra,  Canal  Zone. 
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Exhibit. 

The  following  plates,  tables,  and  diagrams  accompany  the  report 
of  this  division: 

METEOBOLOGICAL   AND    HTDBOGRAPHIC. 

Plate  08.  Annual  rainfaU  along  canal  location. 

Plate  99.  Wind  roses,  year  1911,  dry  and  rainy  seasons. 

Plate  100.  CJomparison  of  dry  season  flow  for  1908  and  1912  at  Alhajuela. 

Plate  101.  Mass  curves  for  discharge  at  Alhajuela,  1911, 1908,  22-year  period. 

Plate  102.  Mass  curves  for  discharge  at  Gamboa,  1911,  1908,  22-year  period. 

Plate  103.  Mass  curves  for  discharge  at  Gatun,  1911, 1908,  22-year  period. 

Plate  104.  Cross  section  of  Chagres  River  at  Gamboa. 

Plate  105.  Hydrograph  of  Gatun  Lake  for  January- June,  1912. 

Plate  106.  Diagram  showing  relation  between  rainfall  and  run-off  for  Gatun 
Lake  watershed. 

Plate  107.  Discharge  duration  curve,  Alhajuda. 

Plate  108.  Discharge  duration  curve,  Gamboa. 

Plate  109.  Discharge  duration  curve,  Gatun. 

Table  1.  Monthly  rainfall  on  the  Isthmus  of  Panama. 

Table  2.  Monthly  rainfall,  by  sections,  year  1911,  and  normal. 

Table  3.  Maximum  rainfall  in  Canal  Zone. 

Table  4.  Hourly  distribution  of  rainfall  in  Canal  Zone. 

Table  5.  Monthly  meteorological  data,  Ancon,  year  1911. 

Table  6.  Monthly  meteorological  data,  Culebra,  year  1911. 

Table  7.  Monthly  meteorological  ddta,  Colon,  year  1911. 

Table  8.  Monthly  evaporation.  Canal  Zone,  1911,  1912,  and  averages. 

Table  9.  Fogs  along  the  canal  prism,  year  1911. 

Table  10.  Sea  temperatures,  year  1911. 

Table  11.  Tidal  conditions,  year  1911. 

Table  12.  Seismograph  records,  Anc^n,  year  ended  June  30,  1912. 

Table  13.  Monthly  discharge  at  Alhajuela,  Gamboa,  and  Gatun  for  1912  to 
June. 

Table  14.  Monthly  discharge  at  Alhajuela,  Gamboa,  and  Gatun  for  1911. 

Table  15.  Minimum  discharge  on  all  streams  for  dry  season,  1912. 

Table  16.  Principal  freshets  for  1911. 

Table  17.  Discharge  at  Gatun  and  Gamboa  for  dry  and  wet  seasons,  and 
calendar  years  during  years  of  maximum  and  minimum  flow. 

Table  18.  Discharge  at  Gatun  and  Gamboa  for  wet  and  dry  seasons,  and  river 
years  during  years  of  maximum  and  minimum  flow. 

MISCELLANEOUS. 

Table  A.  Statement  of  rolling  stock  owned  by  the  Isthmian  Canal  Commission 
in  use  by  the  different  departments,  as  of  July  1,  1912. 

Table  B.  Statement  of  floating  equipment  in  use  by  the  different  departments, 
as  of  July  1,  1912. 

Table  C.  Statement  of  equipment|  owned  by  the  Panama  Railroad  Co.,  as  of 
July  1, 1912. 

Table  showing  consumption  of  coal  and  oil  by  the  Isthmian  Canal  Commis- 
sion and  Panama  Railroad  for  fiscal  years  1911  and  1912. 

Chart  showing  excavation  and  expenditures  to  July  1, 1912.    (Plate  95.) 

Map  of  Canal  Zone  and  watershed  of  Rio  Chagres.     (Plate  96.) 

General  plan  of  Balboa  terminals.     (Plate  97.) 
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Affendix  to  Appendix  F. 

SEPORT  OF  MAJ.  T.  C.  DICKSON,  OBDHANCE  DEfAETHENT, 
TJinTED  STATES  ABMT,  IHSFECTOR  OF  SHOPS,  lEEFAETMEIlT 
OF  COirSTBITCTION  AND  ENGINEESINO. 

Isthmian  Canal  Commission, 
Office  of  the  Chief  Engines,  Second  Division, 

CuLebra^  Canal  ZoTfie^  July  31^  1912. 

Sir  :  I  have  the  honor  to  submit  the  following  rraort  on  the  work 
under  myjurisdiction  during  the  fiscal  year  ended  June  80, 191*^. 

The  different  shops  and  me  principal  mechanical  apparatus  used 
on  construction  work  have  been  inspected  and  the  results  thereof, 
with  recommendations,  submitted  monthly  on  Form  276,  C.  E.  The 
inspections  have  included  night  shifts  in  shops  and  hostling  estab- 
lishments. Three  hundred  and  fifty-three  inspections  of  shops  were 
made  during  the  year,  of  which  52  were  made  at  night. 

Among  the  other  duties  performed  during  the  year  have  been  the 
making  of  investigations  of  cases  especiaTly  assi^ed,  service  on 
committees  and  boards,  transfer  of  construction  equipment  in  special 
cases,  and  preparation  of  floor  plans  for  permanent  snops. 

The  table  following  shows  tor  each  shop  the  number  of  superin- 
tendents, master  mechanics,  and  foremen  constituting  the  super- 
visory force,  the  pay  per  month  of  the  supervisory  force,  the  num- 
ber of  gold  and  silver  employees,  and  total  number  of  employees  on 
June  SO,  1911,  December  31, 1911,  and  June  30, 1912. 

61012'*— 12 ^17 


IS 

i 


II 

r 


^1 


1^ 


! 


II 

r 


S-'=5sSs=sas55 


o_«-jj«,-«-5,«i 


if5E= 


ll'Si^ 


'n 


m 


m 


OONSTBUCTION  AND  BNGINBBBING — BEOOND  DIVISION.         259 

The  net  decrease  in  supervisory  force  in  all  shops  during  the  year 
was  6;  in  monthly  pay  of  supervisors,  $649.32;  m  jgold  employees, 
239;  and  in  silver  employees,  68.  The  total  force  m  all  shops  de- 
creased 7  per  cent  during  the  year. 

The  total  monthly  pay  roll  in  each  shop  during  the  year,  as  taken 
from  Form  222,  C.  E.,  is  shown  in  the  following  table : 

Total  pay  roll  of  each  shop  and  total  pay  roll  of  all  shops  per  month  durinff  the 

fiscal  year  ended  June  SO,  1912. 


Shop  or  diviskni. 


Dry  dock 

FortoBello 

Spillway  and  dam.. 

1^  Point 

Empire 

Balboa 

Mechanical  diviaion 
FanamaR.R 

Total 


1911 


July. 


$32,682.02 

6,719.66 

2,230.27 

3,161.82 

27,100.80 

21,477.85 

165,614.82 

13,905.80 


August. 


131,774.93 

7,099.31 

2,652.86 

2,709.31 

27,756.46 

21,596.39 

170,283.22 

14,965.85 


272,d93.04 


278,840.33 


SeptembOT. 


130,104.38 

6,606.58 

2,153.19 

2,515.97 

26,510.99 

21,034.43 

165,996.28 

13,728.04 


268,649.86 


October. 


130,662.36 

6,068.35 

2,977.54 

2,475.47 

27,889.19 

25,302.96 

173,506.89 

14,202.96 


283,067.72 


November. 


$26,975.18 

6,069.29 

2,326.70 

2,301.60 

25,886.75 

21,528.87 

172,117.62 

13,066.58 


270,292.59 


December. 


$27,970.90 

5,656.37 

2,596.93 

3,011.29 

26,779.22 

23,343.53 

178,449.57 

13,524.01 


281,331.82 


Shop  or  division. 


Pry  dock 

FortoBello 

Spillway  and  dam.. 

Toro  Point 

Empire 

Balboa 

Mechanical  division 
FanamaR.R 

Total 


1912 


January. 


$30,036.48 

6,069.84 

3,566.12 

2,537.68 

28,678.22 

22,267.26 

190,274.15 

14,028.34 


296,478.09 


February. 


$29,460.84 

5,381.53 

3,624.24 

2,684.75 

27,460.01 

19,368.73 

185,671.04 

13,568.74 


287,237.88 


March. 


$29,566.89 

5,666.20 

3,972.95 

2,403.94 

26,716.89 

21,460.96 

192,923.00 

14,261.76 


296,981.61 


April. 


$28,053.40 

5,147.81 

3,640.23 

2,232.65 

26,043.56 

21,069.46 

177,717.43 

14,962.36 


278,906.90 


May. 


$27,964.04 

5,826.n 

3,934.15 

2,221.05 

26,494.65 

22,135.87 

174,338.00 

14,836.09 


277,750.62 


June. 


$26,809.37 

2,966.42 

3,723.83 

2,030.07 

25,223.40 

22,618.47 

170,609.63 

15,468.71 


269,559.40 


The  total  pay  roll  in  all  shops  was  $403,890.26  less  than  during 
the  previous  jear. 

The  quantfty  of  a  few  classes  of  mechanical  equipment  in  service 
was  reauced  and  the  quantity  of  some  classes  was  increased  during 
the  year.  There  was  no  material  reduction  in  the  total  amount  of 
repair  work. 

Less  manufacturing  work  was  done  than  during  the  previous  year. 
The  major  part  of  the  reduction  in  cost  of  the  shops  during  the  year 
was  due  to  aecrease  in  amount  of  work  and  the  remainder  to  increased 
efficiency. 
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The  following  table  shows  the  cost  of  overtime  work  done  in  all 
shops  for  each  month  during  the  year: 

Total  overtime  of  each  shop  and  total  overtime  of  all  8hop8  per  month  during 

the  fiscal  year  ended  June  SO,  1912. 


Shop  or  diyldon. 

1911 

July. 

Angust. 

September. 

October. 

November. 

December. 

Dry  dock 

91,057.21 

56.76 

37.15 

72.61 

382.72 

1,256.09 

3,980.79 

9568.60 

221.81 

83.05 

86.27 

155.12 

1,414.94 

0,453.99 

91,723.70 

211.70 

36.90 

78.01 

1,077.56 

936.40 

9,159.71 

91,559.13 

256.88 

83.51 

86.23 

1,081.11 

2,590.15 

8,606.33 

9935.13 

184.98 

85.43 

196.38 

447.77 

1,709.22 

10,692.02 

91,286.38 

Porto  Beilo 

Spillway  and  dam 

168.42 

•foro  Point 

272.81 

Empire 

564.10 

Balboa 

1,273.69 

Mfwhanical  dlvl/rion ,  . , 

11,768.62 

Total 

6,843.33 

8,983.78 

13,223.28 

14,273.34 

14,260.83 

15,334.02 

Peroentage  oyertime  to  total 
pay  roll. 

2.51 

• 

3.22 

4.92 

5.04 

5.28 

5.45 

Shop  or  division. 

1912 

January. 

February. 

March. 

April. 

May. 

June. 

Dry  dock 

91,554.90 

56.38 

435.80 

237.63 

660.98 

1,256.38 

9,264.94 

235.28 

91,081.04 
58.86 
483.18 
185.37 
750.60 
944;  86 

10,866.13 
351.83 

9999.55 
131.82 
307.31 
106.08 
636w36 
1,961.41 
11,808.42 
482.80 

9686.68 

40.36 

235.53 

169.93 

435.17 

1,661.22 

8,753.69 

349.97 

9367.29 

40.36 

379.39 

70.80 

719.16 

1,861.78 

5,406.30 

321.13 

9494. 17 

Porto  Beilo 

173.74 

Spillway  and  dam 

130.56 

Toro  Point 

4.80 

Empire.. 

555.64 

Balboa. 

2,368.67 

Mech  Apical  divMon . 

0,885.09 
311.84 

Total 

13,711.19 

15,631.97 

16,423.75 

12.332.55 

9,168.21 

13.924.51 

Peroentase  overtime  to  total 
pay  Kril. 

4.62 

5.44 

5.47 

4.42 

3.30 

5.17 

I  Overtime  not  reported  until  January,  1912. 

There  was  an  increase  in  the  demand  for  certain  classes  of  equip- 
ment during  the  year  and  the  resultant  shortage  forced  construction 
officials  to  order  a  larger  part  of  repairs  made  on  overtime.  The 
flues  in  many  locomotives  required  at  least  partial  renewal  during  the 
year,  and  the  shortag;e  of  locomotives  necessitated  part  of  the  renewal 
being  done  on  overtime.  A  study  was  made  with  the  view  to  de- 
creasing the  amount  of  overtime  but  it  was  found  that  working  three 
shifts  in  the  Gorgona  plant  would  not  result  in  an  appreciable  saving, 
as  a  large  part  of  the  overtime  is  done  on  Sundays  and  holidays. 

The  hour  at  which  craftsmen  and  their  helpers  begin  work  at 
bostling  establishments  was  changed,  with  few  exceptions,  to  9 
p.  m.,  by  which  hour  sufficient  locomotives  requiring  repairs  are 
placed  to  enable  all  craftsmen  to  start  work  promptly.  This  change 
reduced  the  amount  of  overtime. 

Four  and  fifty-eight  hundredths  per  cent  of  the  total  shop  pay 
rolls  during  the  year  was  paid  for  overtime. 
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The  following  table  shows  the  shop-expense  percentage  effective  in 
each  shop  during  the  year  under  Circular  No.  169-E : 


Division  or  shop. 


Meohaoical  division. 

Empire  shop 

Dry  dock  shop 

Balboa  shop 

Porto  BeUo  shop 

Panama  R.  R.  shop. 
Toro  Point  shop . . . . 


Shop-expense  per  cent. 


Mavl, 
1911. 


37.5 

40 

45 

30 

25 

45 


Sept.  1, 
1011. 


37.5 

30 

45 

25 

20 

451 


Feb.  1, 
1912. 


35 
20 
50 
25 
30 
80 
40 


Mavl, 
1912. 


87.5 

40 

40 

40 

45 

30 

50 


>  Thirty  per  cent  prescribed  effective  Jan.  1, 1912. 

The  effect  of  uniformity  in  cost-keeping  system  and  in  shop  man- 
agement is  shown  by  the  shop-expense  percentages  approaching  the 
same  value.  The  special  character  of  the  work  done  in  the  Panama 
Railroad  shops  makes  its  ^op  expense  incomparable  with  that  in  the 
other  shops. 

Cost  of  Jioatling. — ^The  avera^  cost  of  direct  labor  per  hostling  for 
standara-guage  equipment  hostled  by  the  mechanical  division  was  2^ 
cents  less  than  during  the  previous  year.  The  lowest  average  cost 
of  direct  labor  oer  hostling  in  a  month  during  the  year  at  any 
hostling  establishment  under  the  mechanical  division  was  72  cents 
and  was  attained  at  Las  Cascadas  during  the  month  of  July. 

Cristobal  shops. — ^These  shops  are  owned  by  the  Panama  Railroad 
Co.  and  are  under  the  jurisaiction  of  the  general  superintendent 
thereof.  The  paint  shop  and  the  copper  and  tin  shop  were  closed  at 
the  beginning  of  the  fiscal  year.    All  excepting  five  machines  in  the 

Slanins  mill  were  shut  down  permanently ;  a  motor  was  installed  to 
rive  the  excepted  machines  and  a  bolt  threader  and  a  small  shear. 
All  wood  parts  reauired  in  repairing  freight  cars  are  framed  in  the 
Gorgona  snops  and  kept  in  stock  by  the  storekeeper  at  Cristobal. 

The  general  foreman  of  the  car  department  was  transferred  on 
July  1,  1911,  to  the  same  position  in  the  mechanical  division,  but 
retained  general  supervision  over  the  car  department  of  the  Panama 
Railroad. 

The  car  shop  repairs  all  freight  and  labor  cars,  excepting  heavy 
repairs  to  100,000-pounds  capacitv  steel  flat  cars,  and  makes  light 
repairs  only  to  coaches,  cabooses,  Baggage  and  refrigerator  cars.  It 
is  supervised  by  one  foreman,  assisted  by  three  leadingmen.  The 
inspection  of  and  field  repairs  to  freight  cars  of  the  Panama  Rail- 
road are  made  principally  in  the  Mount  Hope  yard;  the  inspectors 
are  under  the  jurisdiction  of  the  general  foreman  of  the  car  depart- 
ment. The  efficiency  of  the  inspection  service  was  increased  by 
reducing  the  hours  of  work  of  the  inspectors  from  12  to  8  hours 
per  day. 

The  efficiency  of  the  car  shop  was  materially  increased  by  a  reor- 

fanization  made  on  March  1,  1912.  by  the  system  inaugurated  of 
eeping  on  hand  a  stock  of  timber  (rramed  at  Gorgona)  required  for 
all  classes  of  repairs  made  in  this  shop,  and  by  the  use  of  spray 
machines  for  pamting  freight  cars.    During  the  year  970  cars  were 
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given  general  repairs,  878  were  given  heavy  repairs,  and  S99  light 
repairs  in  this  shop. 

The  organization  and  force  in  the  roundhouse  remained  practically 
unchanged.  The  machines  installed  in  the  roundhouse  last  year  have 
enabled  all  necessary  running  repairs  to  be  made  promptly  and  eco- 
nomically to  locomotives.  During  the  year  eight  class  651,  four  class 
101,  and  seven  switch  endues  or  the  "Panama  Railroad  were  given 
heavy  repairs  at  Gorgona  m  addition  to  three  casualty  repairs.  This 
was  the  first  ^neral  overhauling  given  the  class  651  engines  since 
they  were  put  m  service. 

The  construction  of  the  new  docks  at  Cristobal  required  a  lar^ 
number  of  steel  cylinders  5  feet  in  length  and  3,  4,  and  6  feet  m 
diameter.  Most  of  the  cylinders  were  assembled  in  sections  from  10 
to  45  feet  in  length.  This  work  was  done  by  the  mechanical  division 
with  a  force  organized  for  the  purpose  in  the  empty  boiler,  machine, 
and  erecting  shops  at  Cristobah  The  cost  of  the  work  was  reduced 
by  the  purchase  of  two  72-inch-throat  power  riveters.  This  work 
was  started  in  October,  1911,  and  by  June  30,  1912,  6,150  cylinders 
4  and  6  feet  in  diameter  were  completed.  A  motor-driven  swing  saw 
was  purchased  and  installed  in  the  car  shop  for  cutting  up  wood 
removed  from  cars  for  use  as  fuel  in  the  boijers,  which  has  reduced 
the  cost  of  power. 

Porto  Bello^  Toro  Pointy  and  spUlway  shops. — ^These  three  small 
shops  are  under  the  jurisdiction  of  the  division  engineer  of  the  At- 
lantic division.  ^  ^ 

Work  in  the  Porto  Bello  shop  was  increased  by  the  opening  of  the 
breakwater  quarry  and  decreased  by  the  closing  of  the  crusher  plant 
on  April  30, 1912. 

The  shop  at  Toro  Point  made  repairs  for  the  fortifications  division 
in  addition  to  that  for  the  breakwater.  The  force  in  this  shop  has 
been  reduced  45  per  cent  on  account  of  decrease  in  rolling  stock  and 
steam  shovels  used  on  the  breakwater. 

The  spillway  shop  on  the  Gatun  Dam  has  continued  without  ma- 
terial change. 

Dry-dock  shops. — ^This  shop  is  under  the  jurisdiction  of  the  divi- 
sion engineer  of  the  Atlantic  division.  In  addition  to  maintaining 
the  dred^ng  and  transportation  fleets  at  the  Atlantic  end  of  the 
canal,  this  shop  has  made  such  repairs  to  vessels  as  have  been  required 
by  the  Panama  Railroad  Co.,  private  companies,  and  individuals,  and 
minor  repairs  to  miscellaneous  equipment  in  the  vicinity,  including 
repairs  to  the  Brown  coal  hoist  and  cantilever  crane.  The  splicing 
or  cables,  making  of  rope  fenders,  etc,  done  near  Dock  13  was  trans- 
ferred to  this  shop. 

The*  force  in  this  shop  was  reduced  17  per  cent  during  the  year.  A 
reduction  of  two  assistant  foremen,  one  at  $160  per  month  in  the  ma- 
chine shop  and  one  at  $150  per  month  in  the  carpenter  shop,  was  made 
during  the  year. 

The  quantitv  of  work  which  this  shop  has  been  called  on  to  per- 
form during  the  year  has  varied  greatly ;  when  necessar^r,  congestion 
was  relieved  by  olbtaining  additional  craftsmen  temporarily  from  the 
mechanical  division  under  Circular  No.  357.  This  shop  has  obtained 
more  additional  craftsmen  in  this  manner  than  all  the  other  shops. 

GaJtwa  shop. — This  shop  is  part  of  the  mechanical  division  and 
makes  light  repairs  to  rolling  stock  and  other  mechanical  equipment 
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used  by  the  Atlantic  and  first  divisions  and  by  other  departments  at 
and  in  the  vicinity  of  Oatun.    It  is  also  a  hostling  estabnshment. 

Since  March,  1912,  General  Foreman  Perry,  in  addition  to  his  other 
duties,  has  inspected  the  mechanical  equipment  used  in  the  construc- 
tion of  the  Gatun  locks,  under  Maj.  J.  P.  Jervey,  resident  engineer. 

Lieut.  Col.  Sibert,  division  engineer  of  the  Atlantic  division,  turned 
over  to  this  shop,  in  October,  1911,  the  inspection  and  repair  of 
standard-gauge  cars  used  on  the  Gatun  Dam. 

All  surplus  serviceable  material  in  and  around  the  shop  was  re- 
turned to  the  Quartermaster's  Department  and  the  value  thereof 
credited  to  the  Atlantic  division  and.  all  unserviceable  material  was 
submitted  for  condemnation. 

The  gold  force  in  this  shop  was  reduced  50  per  cent  during  the 
year. 

Gcmhoa  shop. — ^This  is  an  hostling  establishment  and  is  part  of 
the  mechanical  division.  The  amount  of  equipment  cared  for  at  this 
place  decreased  during  May  and  June,  and  the  force  has  been  reduced 
80  per  cent.  The  facilities  for  coaling  and  sanding  engines  at  this 
place  are  not  economical. 

Gold  HiU, — ^The  mechanical  division  established  an  outdoor  hos- 
tling establishment  at  Gold  HUl  on  September  1,  1911.  Running 
repairs  only  are  made  to  en^es  tying  up  at  this  place. 

Las  Cascades  shop. — ^This  hostling  establishment  is  part  of  the 
mechanical  division,  and  its  management  has  been  hignly  efficient 
during  the  year.  Its  supervisory  force  was  reduced  by  two  assist^ 
ant  foremen  and  the  day  repair  force  removed.  The  force  in  this 
shop  was  reduced  80  per  cent  during  the  year. 

Pedro  Miguel  shop, — ^This  shop  is  part  of  the  mechanical  division. 
All  of  the  cars  of  the  central  division  that  run  out  of  the  south  end 
of  Culebra  Cut  and  all  standard-gauge  cars  of  the  Pacific  division 
are  repaired  in  it  to  the  extent  permitted  by  its  facilities.  With  the 
approval  of  Mr.  S.  B.  Williamson^  division  engineer  of  the  Pacific 
division,  the  making  of  light  repairs  to  cars  at  Cocoli  was  stopped 
in  April^  1912,  and  bad-order  cars  sent  to  Pedro  Miguel. 

The  night  car-repair  force  was  continued  throughout  the  year.  ^ 

The  making  of  running  repairs  to  and  the  hostling  of  locomotives 
constitute  the  principal  work  in  this  shop.  Light  repairs  are  also 
made  to  other  mechanical  equipment  of  the  Pacific  and  iirst  divisiona 

During  the  first  part  of  the  year  a  number  of  complaints  were  made 
in  regard  to  hostling  of  and  repairs  to  loc<»notives.  The  hours  of 
duty  of  the  general  foreman  were  changed  to  cover  the  afternoon  and 
first  part  or  the  night,  which  change  resulted  in  some  improvement. 
The  supervisory  force  was  reorjsranized  early  in  May,  ana  a  marked 
increase  in  efficiency  and  a  decided  decrease  in  complaints  have  re- 
sulted. The  force  in  this  shop  was  increased  8  per  cent  during  the 
year  on  account  of  the  increase  in  the  amount  or  equipment  used  by 
the  Pacific  division. 

In  connection  with  this  shop  a  repair  foreman  and  gang  make 
field  repairs  to  mechanical  equipment  m  the  Pedro  Miguel  and  Mira- 
flores  locks,  except  to  chamber  and  berm  cranes  and  narrow-gauge 
engines  and  cars^  and  to  all  steam  shovels  used  in  the  Pacific  division 
and  on  fortification  work  at  the  Pacific  end  of  the  canal. 

The  outdoor  hostling  of  engines  at  East  Balboa  dump  continued 
during  the  year*    The  number  of  engines  hostled  increased.    Loco- 
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motives  are  coaled  by  hand  from  cars.  No  repairs  are  made  at  this 
place,  which  is  under  the  supervision  of  the  general  foreman  at  Pedro 
Miffuel. 

Empire  shop, — ^This  plant  is  under  the  jurisdiction  of  the  division 
engineer  of  the  central  division,  and  b  principaUy  engaged  in  manu- 
facturing  spare  parts  for  steam  shov^  and  rock  drills  and  in  re- 
pairing steam  shovels,  rock  drills,  hand  and  push  cars,  and  track 
jacks  and  drills,  and  doing  carpenter  work  required  in  the  Culebra 
Cut. 

The  decrease  in  the  amount  of  work  in  this  shop  enabled  the  gold 
force  to  be  reduced  24  per  cent  during  the  year.  The  position  of 
inspector  of  material  was  abolished  in  February,*  1912,  and  the  work 
assigned  to  other  ^nployees. 

The  distribution-shp  system  installed  at  Gorgona  and  dry-dock 
shops  during  the  previous  year  was  introduced  in  this  shop  on  Sep- 
tember 1, 1911,  with  improved  results. 

Mr.  W.  H.  Bates,  superintendent  of  steam-shovel  repairs,  made 
periodic  inspections  durmg  the  year  of  steaia  shovels  in  use  by  the 
different  departments  and  divisions  and  assisted  in  reducing  the  cost 
of  repairs  and  in  the  maintenance  of  the  stock  of  spare  parts. 

With  the  approval  of  .Col.  Gaillard,  division  engineer  of  the  cen- 
tral division,  plans  submitted  for  the  transfer  of  the  Empire  shops 
to  the  mechanical  division,  for  the  transfer  of  all  manufacturing  and 
heavy  repair  work  to  Grorgona  shops,  and  for  the  reduction  of  the 
force  in  the  Empire  shops  to  that  required  for  making  light  repairs 
were  approved  and  the  transfer  ordered  to  be  made  on  July  1,  1912, 
by  Circular  No.  349-A.  Day  and  night  repairs  to  steam  shovels  in 
the  central  division  will  continue  to  be  made  from  the  Empire  shops, 
and  the  carpenter  shop  will  be  continued  as  before.  The  principal 
saving  that  will  result  from  this  consolidation  will  be  effected  in  shop 
expense. 

Balboa  shop. — ^This  shop  is  under  the  jurisdiction  of  the  division 
en^neer  of  tne  Pacific  division,  and  is  engaged  principally  in  the 
maintenance  of  the  dredging  and  transportation  neet  at  the  Pacific 
end  of  the  canal.  This  also  makes  such  repairs  to  vessels  of  other 
departments  and  individuals  and  companies  as  may  be  required. 
The  force  was  reduced  about  6  per  cent.  The  supervisory  force 
was  reduced  by  consolidating  the  positions  of  outside  leadingman 
and  foreman  or  the  machine  shop  and  by  abolishing  the  position  of 
painter  and  ntason  foreman  at  $150  per  month. 

Gorffona  plant— All  manufacturing  work  and  heavy  repairs  to 
the  mechanical  equipment  used  by  the  Isthmian  Canal  Commission 
and  Panama  Bailroad-— except  marine  equipment,  steam  shovels, 
rock  drills,  etc. — are  done  in  this  plant.  It  is  the  main  plant  of  the 
mechanical  division,  of  which  Mr.  A.  L.  Bobinson  is  superintendent. 

The  principal  changes  in  the  number  of  supervisors  in  this  plant 
consisted  in  cnanging  five  leadingmen  on  an  hourly  basis  to  assistant 
foremen  on  a  monthly  basis  and  uie  transfer  of  the  direct  supervision 
over  one  repair  foreman  from  Pedro  Miguel  shop. 

Several  changes  in  the  personnel  of  supervisors  occurred  during 
the  year.  When  Mr.  A.  T.  Corcoran,  ^neral  foremim  of  the  loco- 
motive department,  resided,  the  position  he  occupied  was  filled  by 
the  transfer  of  Mr.  J.  J.  Eason  from  the  position  of  general  foreman 
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of  the  car  department,  and  the  latter  position  was  filled  by  the  trans- ' 
fer  of  Mr.  cf.  Belt,  general  foreman  of  the  car  department  of  the 
Panama  Railroad  Co.    This  latter  change  enabled  the  supervision 
over  the  inspection  and  repairs  to  all  standard-gauge  cars  on  the 
mainland  to  oe  consolidatea,  with  increased  efficiency  and  economy. 

The  method  of  repairing  cars,  particularly  wood  cars,  was  im- 
proved, including  the  relieving  of  craftsmen  from  the  performance 
of  fatiguing  unskilled  labor.  The  cost  of  repairs  to  wood  cars  was 
increased  by  the  shortage  of  sills  during  about  half  of  the  year.  The 
cost  of  the  direct  labor  used  in  inspecting  ^nd  repairing  wood  and 
steel  cars  for  the  central  division  was  8.11  mills  per  cubic  yard  exca- 
vated less  than  during  the  previous  fiscal  year,  or  a  reduction  of 
$53,314.94  for  the  years  output.  The  steel  bodies  of  many  100,000- 
pounds  capacity  steel  flat  cars  had  deteriorated  by  rusting;  as  fast 
as  these  cars  could  be  spared  from  service  all  metal  parts  were  cleaned 
with  the  sandblast  and  painted. 

The  system  inaugurated  last  year  of  inspecting  finished  work  be- 
fore shipment  has  proved  most  beneficial.  No  piece  of  equipment 
after  being  repaired  is  released  until  it  has  been  tested  out  under  as 
nearly  service  conditions  as  can  be  simulated.  During  the  fiscal  year 
10,574  finished  jobs  were  inspected,  at  an  average  cost  of  38.54  cents 
each.  During  the  last  four  months  72  jobs  rejected  by  the  inspector 
of  finished  material  for  minor  errors  were  accepted  without  change 
by  construction  officials,  201  jobs  were  passed  an^r  completing  omit- 
ted work  or  correcting  errors,  and  21  jobs  were  finally  rejected. 

Departments  and  divisions  reported,  under  Circular  No.  384,  6 
cases  of  unsatisfactory  work  and  16  cases  of  slow  delivery  on  the 
part  of  the  mechanical  division  during  the  year.  One  of  the  six  com- 
plaints covered  defective  work  done  prior  to  the  establishing  of  the 
inspection  system.    This  record  requires  no  comment. 

This  plant  received  11,093  and  completed  11,027  work  orders 
during  the  year;  588  work  orders  remained  unfinished  on  June  30, 
1912. 

The  average  number  of  gold  employees  at  work  on  the  last  day  of 
each  month  during  the  year  was  682,  and  of  silver  employees  1,117. 
The  force  in  this  plant  was  reduced  6  per  cent  during  the  year. 

During  the  year  7,476,011  pounds  of  iron  cavstings  were  made  in 
the  foundry,  and  the  uncompleted  orders  at  the  end  of  the  year 
amounted  to  1,174,374  pounds.  Some  cylinders  for  piston  rings 
were  of  improper  composition.  The  quality  of  some  bronze  castings 
has  been  below  the  standard.  The  cost  of  patterns  was  charged  to 
the  job  instead  of  the  foundry  account  during  the  year.  The  aver- 
age cost  of  iron  castings  made  during  the  year  was  2.74  cents  per 
pound. 

The  installation  of  the  2-ton  Tropenas  converter  and  its  acces- 
sories were  completed  and  the  making  of  steel  castings  begun  in 
February.  The  quality  of  the  output  has  improved  and  the  cost 
decreased  with  the  experience  gained.  The  output  of  steel  castings 
during  almost  five  months  was  199,803  pounds,  and  the  average  cost 
during  that  period  was  11.18  cents  per  pound.  During  the  year 
350,711  pounds  of  brass  castings  were  made,  at  an  average  cost  of 
18.06  cents  per  pound. 
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The  installation  of  the  acid  dipping  plant  for  cleaning  brass  work 
was  completed.  Additional  oxy-actylene  tanks,  two  72-inch  throat- 
power  riveters,  four  spray-paint  machines,  and  a  rivet  buster  were 
purchased. 

There  were  transferred  to  this  plant  during  the  year  a  radial 
driU,  drill  press,  sticker,  surf acer,  swing  saw,  and  two  pipe  machines. 

Circular  Na  343-C,  issued  on  December  29,  1911,  requires  all 
fusible  plugs  to  be  filled  at  this  plant,  to  enable  responsibility  for 
defective  plugs  to  be  fixed. 

The  pay  car  remained  in  one  place  while  the  employees  from  all 

f)arts  of  the  plant  walked  to  it  and  considerable  working  time  was 
ost.  With  the  assistance  of  the  disbursing  officer,  the  plant  was 
divided  into  sections  for  purposes  of  paying  off,  the  pay  car  was 
switched  to  each  section  in  turn,  and  the  employees  in  that  section 
only  were  paid  at  one  time.  This  system  reduced  the  working  time 
lost  on  pay  day  about  one-half. 

During  the  first  nine  months  of  the  year  the  planing  mill  was 
worked  to  nearly  its  full  capacity  both  day  and  night.  Shortage 
of  sills  and  of  certain  sizes  of  stock  lumber  mcreased  the  amount  of 
work  in  the  planing  mill. 

A  swing  saw  was  installed  in  the  wood-car  shop  by  which  con- 
demned lumber  taken  from  cars  is  cut  up  and  sent  to  hostling  estab- 
lishments; the  cost  of  this  kindling  wood  does  not  appreciably  exceed 
the  previous  cost  of  removing  the  lumber  from  the  shop. 

The  preparation  of  a  bill  of  material,  of  foremen's  requisitions, 
and  of  necessary  drawings  for  each  manufacturing  shopwork  order 
in  the  drafting  room  has  continued  to  be  of  material  benefit. 

The  system  described  in  last  year's  report  for  fixing  the  limiting 
dates  on  which  each  foreman  should  start  in  order  to  complete  the 
part  of  the  work  under  his  charge  on  each  shopwork  order  by  the 
date  required  has  proved  of  great  assistance  to  the  foremen,  coor- 
dinated  the  work  of  the  various  shops  on  each  order,  and  has  ma- 
terially conduced  to  the  completion  or  work  by  the  dates  of  delivery 
required  hj  construction  officials. 

The  maximum  capacity  of  the  plant,  the  number  of  employees,  and 
the  occasional  receipt  at  about  the  same  time  of  an  unusually  large 
number  of  rush  and  short-time  delivery  orders  have  prevented  the 
completion  of  all  orders  on  time;  the  exceptions  have  not  been 
numerous. 

The  oxy-acetylene  plant  has  been  taxed  at  times  to  supply  the 
amount  of  gases  required. 

The  night  shifts  in  the  machine,  erecting,  blacksmith,  boiler,  car- 
penter, and  wood-car  "shops,  and  the  planing  mill  were  continued 
throughout  the  year. 

General. — ^The  mechanical  committee,  consisting  of  the  superin- 
tendent, master  mechanic,  and  general  foreman  of  the  principal 
shops,  and  the  inspector  of  shops,  discussed  at  its  meetings  shop  rules, 
shop  practices,  methods  of  performing  work,  and  other  matters  re- 
lating to  mechanical  work.  Greater  uniformity  and  coordination 
among  the  different  shops  have  resulted.  The  meetings  were 
changed  from  monthly  to  bimonthly  by  Circular  No.  883-A,  dated 
December  27,  l&ll. 
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Endeavor  has  been  made  to  have  castings  made  at  Gorgona  ma- 
chined at  that  place,  whenever  practicable,  to  save  the  extra  nandling 
involved  in  machining  them  at  other  shops. 

Circular  No.  264-A,  dated  January  19, 1911,  which  fixed  the  labor 
and  material  that  shall  be  charged  directly  to  jobs  and  to  shop  ex- 
penses, was  amended  by  Circular  No.  264-B,  dated  November  28, 
1911,  to  require  the  cost  of  all  tools,  templets,  dies,  fixtures,  etc.,  to 
be  charged  to  shop  expense,  with  the  exception  that  those  of  special 
character  made  for  use  on  work  done  for  private  individuals  and 
companies  will  be  charged  directly  to  the  job. 

To  effect  economy  in  the  maintenance  of  rolling  stock  and  steam 
shovels.  Circular  No.  323-B  was  issued  on  April  27,  1912,  requiring 
that  when  a  piece  of  equipment  in  service  must  be  given  a  general 
overhauling  the  superintendent  of  the  mechanical  division  will  ascer- 
tain if  there  is  a  piece  of  surplus  equipment  of  the  same  class  that 
can  be  repaired  at  less  cost,  and  if  so  that  the  latter  be  repaired  and 
substituted  for  it. 

Circular  No.  262-F,  dated  October  9,  1911,  requires  the  approval 
of  the  inspector  of  shops  to  the  employment  on  the  Isthmus  for  work 
in  shops  of  all  gold  employees.  The  emplojrment  of  182  applicants 
was  approved,  of  which  number  80  were  boilermakers  and  75  were 
machinists  of  different  grades. 

One  hundred  and  sixty-eight  craftsmen,  clerks,  and  mechanical 
draftsmen  were  appointea  in  the  United  States  on  requisitions  of  the 
mechanical  division  during  the  year,  of  which  63  were  machinists,  35 
were  boilermakers,  14  were  molders,  16  were  blacksmiths,  and  10 
were  hostlers. 

A  number  of  changes  in  the  personnel  of  the  supervisory  force  in 
the  shops  occurred  during  the  year,  which  have  resulted,  on  the  whole, 
in  increased  efficiency. 

Permanent  shop, — During  the  year  a  list  of  the  machines  in  all 
shops  was  prepared  and  the  machines  required  in  the  permanent  shop 
at  Balboa,  and  to  be  retained  in  the  dry-dock  shop,  were  selectea. 
Floor  plans  of  the  different  shops  that  are  to  constitute  the  permanent 
plant  at  Balboa,  showing  the  arrangement  of  the  machines  and  equip- 
ment therein,  and  a  tentative  layout  of  the  buildings  were  prepared 
and  submitted  to  you. 

Respectfully  submitted. 

T.  C.  Dickson, 
MajOT^  Ordncaice  Department^  V.  S.  Army^ 

Inspector  of  Shops. 

Civil  Engineer  H.  H.  Eousseau^  U.  S.  Navy, 

Assistant  to  the  Chief  Engineer^  Isthmian  CancJ, 

Com/mission^  CuLehra^  Canal  Zone. 


APPENDIX  G. 

BEPOET  OF  A.  L.  BOBDTSON,  STJFEBINTEITDENT,  HECHANICAL 
DIVISION,  BEPABTMENT  OF  COBSIBVCIIOir  AlH)  ENOIBEEB- 

nra. 


GoBQONA,  Canal  Zone,  August  i,  1912. 

Sir:  In  accordance  with  your  circular  letter  of  June  8,  I  have 
the  honor  to  submit  herewith  annual  report  covering  the  operations 
of  the  mechanical  division  for  the  fiscal  year  1911-12. 

Throughout  this  year  the  mechanical  division  has  operated  under 
practically  the  same  organization  as  that  maintained  during  the 
former  year,  but  with  a  slightly  increased  force  and  personnel,  due 
to  increased  work. 

The  policy  of  concentrating  manufacturing  work  and  repairs  to 
rolling  equipment  in  Grorgona  shops  has  been  continued.  The  forces 
in  ouuying  or  district  shops  have  been  limited  to  only  that  number 
of  men  necessary  to  carry  on  the  actual  running  and  field  repairs  to 
eauipment  operating  in  each  district,  these  shops  having  the  privilege 
or  calling  upon  the  central  (Gorgona)  shop  for  temporary  aaditional 
forces  whenever  the  exigencies  of  their  work  make  it  more  advisable 
io  send  out  men  than  to  bring  in  the  equipments 

The  concentration  of  all  classes  of  mechanical  work  in  Gorgona 
has  resulted  in  this  shop  being  operated  up  to  its  maximmn  capacity 
for  eight  hours  during  each  working  day  and  to  about  one-third  of 
its  capacity  during  a  second  shift  of  eight  hours.  The  employment 
of  two  shirts  enables  this  shop  to  work  16  hours  out  of  each  24  upon 
all  rush  and  short-time  delivery  orders  without  the  employment  of 
any  overtime,  at  one  and  one-half  times  the  usual  rate  of  pay.  In 
addition,  the  operation  of  any  shop  up  to  its  maximum  capacity  pro- 
duces more  efficient  results  than  where  the  fluctuation  of  work  necessi- 
tates the  reduction  or  increase  of  forces. 

The  concentration  of  work  in  Gorgona  shops  during  the  past  year 
has  resulted  in  this  shop  handling  a  monthly  average  of  work  as 
follows: 

Heavy  or  general  repairs  to  locomotives 17 

Repairs  to  all  dusses  of  cars 1, 600 

Kepairs  to  equipment  other  than  locomotives  and  cars 204 

And,  in  addition,  some  980  shop  and  casting  orders  for  the  repair- 
ing of  stationary  equipment,  manufacture  of  repair  parts,  and  new 
material. 

With  the  construction  work  drawing  to  a  close,  the  general  policy 
has  been  to  gradually  reduce  the  amount  of  repair  parts  and  other 
material  earned  in  storehouses,  which  policy  required  the  mechanical 
division  to  handle  more  and  more  manufacturing  work  on  short 
notice.  It  is  estimated  that  one-third  of  our  manufacturing  orders 
require  completion  and  delivery  in  from  8  to  10  days  after  order  has 
been  placed. 
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The  handling  of  over  900  shop  orders  per  month,  with  one-third  of 
same  on  short  delivery,  and  the  large  number  of  men  placed  under 
each  foreman,  necessitated  said  foremen  being  relieved  of  the  detailed 
duties  of  deciding  upon  and  procuring  the  proper  material  to  be 
used  in  the  manuiacture  of  shop  orders. 

The  planning  department,  inaugurated  during  the  previous  yeaj", 
was,  during  the  past  year,  enlarged  upon  and  perfected  to  meet  the 
requirements  of  the  present  worE.  All  shop  orders,  after  being  ap- 
proved by  the  superintendent,  are  sent  first  to  this  planning  depart- 
ment, where  drawings  (if  originated  by  division  engineers)  are 
checked.  If  no  drawings  accompany  oraers,  sketches  or  necessary 
prints  are  prepared  for  shop  use.  A  detailed  bill  of  all  necessary 
material  for  the  completion  of  order  is  then  prepared  and  taken  to 
storehouse  to  ascertain  whether  such  material  is  in  stock.  If  all  re- 
q^uired  material  is  not  available,  arrangements  are  made  for  substitu- 
tions. All  material  is  then  reserved  in  storehouse  for  each  individual 
order.  Storehouse  requisitions,  bill  of  material,  drawings,  and  order 
are  then  forwarded  to  the  shop. 

This  system  has  proved  a  veij  valuable  adjunct;  in  fact,  an  absolute 
necessity,  to  the  prompt  and  efficient  handling  of  the  large  amount  of 
emergency  work  being  manufactured  by  this  division.  With  it  the 
foreman  is  relieved  of  the  necessity  for  any  checking  of  drawings, 
the  ascertaining  of  whether  material  is  in  stock  for  the  full  comple- 
tion of  order,  and  the  writing  of  storehouse  requisitions.  He  takes 
up  each  manufacturing  order  with  the  full  knowledge  that  there  will 
be  no  delay  in  the  procurement  of  his  material,  and  can  consequently 
devote  his  entire  time  to  increasing  the  efficiency  of  the  men  under 
him. 

Every  order  originating  in  construction  divisions  has  a  requested 
date  of  delivery  on  same.  When  these  orders  leave  planning  aepart- 
ment  and  are  sent  to  shops,  copies  are  distributed  to  the  foremen  in- 
terested and  work  is  immediately  begun  upon  same.  A  meeting  of 
all  foremen  is  held  in  the  general  foreman's  office  each  day  at  1.30 
p.  m.  for  the  checking  of  all  orders  overdue  and  all  new  orders  which 
have  been  sent  to  the  shops  during  the  previous  day.  Each  order  is 
taken  up  by  its  number  and  each  foreman  haying  any  work  to  per- 
form upon  same  is  called  upon  to  give  an  estimate  or  the  length  of 
time  which  order  will  require  in  his  department.  For  example,  when 
an  order  originates  in  foundry,  foundry  foreman  states  the  number 
of  days  he  will  require  for  completion  of  rough  castings;  machine 
shop  foreman  states  length  of  time  he  will  require  for  machining  of 
castings ;  and  erecting  shop  foreman  gives  time  limit  for  erection  and 
completion  of  order;  the  date  is  then  set  for  shipment.  If  shipment 
date  does  not  correspond  with  or  fall  earlier  than  the  requestea  com- 
pletion date  of  division  engineer,  notice  is  immediately  sent  to  main 
office  that  an  extension  of  time  is  required,  and  division  engineer  is  so 
notified.  This  system  gives  to  all  construction  officials  a  knowledge 
of  when  they  may  expect  the  completion  of  either  manufactured  or 
repaired  work  sent  into  these  shops. 

After  a  year's  operation,  with  the  handling  of  over  900  orders  per 
month,  it  has  been  found  that  from  75  to  80  per  cent  of  these  oraers 
are  completed  on  the  dates  set  in  these  foremen's  meetings;  that  the 
other  20  to  25  per  cent  are  completed  within  from  two  to  three  days 
after  the  date  set.    Orders  can  be  handled  in  these  foremen's  meet- 
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ings  at  the  rate  of  about  1  every  40  seconds.  The  speed  with  which 
these  orders  are  handled  through  foremen's  meetings  is  due  to  fore- 
men being  allowed  a  full  day  to  familiarize  themselves  with  the  orders 
before  they  are  taken  up  in  meetings,  and  the  accuracy  of  the  dates 
set  is  largely  due  to  there  bein^  no  delays  in  the  procurement  of  ma- 
terial for  the  manufacture  of  the  order. 

While  our  planning  department  and  shop  system  embodies  some 
of  the  principal  features  of  the  various  efficiency  systems  now  being 
inaugurated  throughout  the  United  States,  the  nature  of  our  work 
(largely  repairing)  and  the  variety  of  same  has  made  it  imprac- 
ticable to  carry  out  these  efficiency  systems  any  further  than  we  nave 
done.  In  addition  we  have  been  careful  to  not  allow  the  overhead 
expenses  incurred  by  such  efficiency  systems  to  destroy  or  eat  up  the 
benefits  derived  from  increased  shop  efficiency. 

The  cost  of  articles  manufactured  in  these  shops  has  in  many  in- 
stances been  lower  than  we  are  able  to  purchase  the  same  items  in  the 
United  States,  notwithstanding  the  fact  of  our  higher  price  of  labor, 
vacation,  sick  and  injury  leave,  etc. 

The  cost  of  repairs  per  unit  of  rolling  equipment  has  increased 
during  the  past  year,  due  to  the  age  and  deterioration  of  such  equip- 
ment. For  example,  during  the  year  1910-11  this  division  renewed 
4,109  boiler  flues  m  all  classes  of  locomotives ;  during  the  past  year, 
23,616. 

The  organization  of  the  mechanical  division  on  June  30, 1912,  was 
made  up  as  follows:  Superintendent,  A.  L.  Robinson;  chief  clerk, 
William  Taylor;  mechanical  engineer.  Henry  Schoellhorn;  electrical 
superintendent.  Hartley  Rowe;  chief  draftsman,  C.  E.  Whipple;  test- 
ing engineer,  Q.  A.  Hall. 

A  summary  of  the  operations  of  the  different  departments  follows. 

QORGONA  SHOPS. 

While  additions  and  improvements  have  been  made  in  the  system 
and  supervision  of  work  in  Gorgona  shops  during  the  past  year, 
very  few  additions  to  buildings  or  new  installations  of  machinery 
have  been  undertaken,  it  being  assumed  that  the  life  of  these  shops 
would  not  extend  beyond  the  middle  of  1913.  The  additions  to  plant 
and  improvements  to  buildings  throughout  the  past  year  are  as 
follows : 

LOCOMOTIVE  DEPARTMENT. 

[General  foreman  In  charge,  Mr.  J.  J.  Eaaon.] 

FIFE   AND   TIN    SHOP. 

Two  additional  pipe  cutting  and  threading  machines,  one  8-inch 
and  one  12-inch,  were  installeo. 

FOUNDRY   AND   PATTEBN   STORAGE. 

The  repair  of  all  classes  of  rolling  and  construction  equipment 
has  necessitated  the  carrying  in  stock  of  a  large  number  of  steel  cast- 
ings, in  that  the  average  length  of  time  to  procure  one  of  these  repair 
{►arts  from  the  United  States  has  been  from  three  to  five  months, 
n  order  to  reduce  the  amount  of  this  stock  before  the  close  of  con- 
struction work,  it  was  decided  to  install  in  foundry  all  necessary 
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equipment  for  the  manufacture  of  steel  castings.  A  Tropenas  2-ton 
converter,  blower,  sand  grinder,  and  all  necessary  apparatus,  includ- 
ing an  oven  for  drying  molds,  was  purchased  and  put  in  operation 
February  1,  1912.  Between  February  1,  1912,  and  June  30,  1912, 
some  200,000  pounds  of  steel  castings  have  been  manufactured.  In 
addition  to  this  equipment  enabling  a  large  reduction  in  the  stock  of 
steel  castings  earned  in  storehouses,  it  is  assumed  that  the  same  equip- 
ment will  be  an  absolute  necessity  in  the  new  permanent  shops. 

No  additions  were  made  to  the  pattern  storage,  except  the  installa- 
tion of  additional  fire  protection  in  the  shape  of  an  air  alarm. 

CAR  DEPARTMENT. 
[General  foreman  In  charge,  Mr.  J.  Belt ;  chief  car  Inspector,  Mr.  William  Q.  HolL] 

PLANING   MILL. 

The  horizontal  compound  engine,  inherited  from  the  French,  op- 
erating this  shop  had  to  be  condemned  and  was  replaced  with  a 
stationary  engine  removed  from  Lirio  planing  mill,  which  engine 
was  supplemented  with  a  50-horsepower  motor  removed  from  ma- 
chine shop. 

The  only  additional  new  machines  installed  in  planing  mill  were 
one  planer  from  Lirio  planing  mill,  and  one  24-inch  Fay  &  Eagan 
planer  and  one  molding  machine  from  Cristobal  shops. 

GAB  SHOPS. 

A  swing  cut-off  saw  was  transferred  from  Empire  and  installed 
in  these  shops  for  the  cutting  up  into  engine  wood  of  all  scrap  lum- 
ber removed  from  cars. 

PAINT   SHOP. 

The  only  additional  equipment  in  this  shop  consists  of  an  acid 
bath,  steam  table,  drying  ovens,  etc.,  for  the  cleaning  of  brass  equip- 
ment for  Panama  Railroad  coaches. 

ENGINE   HOUSES. 

The  engine  houses  and  repair  shops  operated  by  this  division  at 
outside  points  are  as  follows : 
Pedro  Miguel  engine  house:  General  foreman  in  charge,  Mr.  G.  J. 

Gunn. 

Gatun  engine  house :  General  foreman  in  charge,  Mr.  C.  S.  Perry. 

Las  Cascadas  engine  house :  Greneral  foreman  m  charge,  Mr.  J.  M. 
Abston. 

Gamboa  engine  house:  Foreman  in  charge,  Mr.  Robert  Bailey. 

Gold  Hill  engine  house :  Foreman  in  charge,  Mr.  J.  A.  O'Connor. 

The  gradual  completion  of  construction  work  between  Bas  Obispo 
and  Empire  has  during  the  past  year  decreased  the  number  of  umts 
of  equipment  handled  at  both  Las  Cascadas  and  Gamboa,  but  a  cor- 
responding increase  has  occurred  at  Pedro  Miguel  engine  house, 
which  handles  all  equipment  operating  on  south  end  of  central 
division,  as  well  as  all  tne  equipment  of  the  Pacific  division. 

The  work  of  removing  material  from  top  of  slides  on  Gold  Hill 
side  of  cut  required  the  hostling  of  an  average  of  from  12  to  15 
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engines  at  that  point  each  night.  No  engine  house  was  built,  but  a 
temporary  repair  shop  and  storehouse,  consisting  of  two  old  box 
cars,  together  with  the  necessary  storage  and  cleaning  tracks,  etc.^ 
were  installed. 

The  Cocoli  steel  car  repair  yards  on  Pacific  division  were  closed, 
all  of  this  work  being  concentrated  at  Pedro  Miguel. 

At  the  close  of  the  last  fiscal  year  the  Gatun  machine  and  repair 
shop  had  been  temporarily  transferred  from  the  Atlantic  to  the 
mechanical  division  to  ascertain  whether  such  transfer  would  not 
result  in  decreased  overhead  charges  and  more  efScient  operation. 
After  a  four  months'  trial  these  shops  were  permanently  transferred 
to  the  mechanical  division. 

Both  the  Pedro  Miguel  and  Gatun  shops  have  had  their  work 
largely  increased  during  the  past  fiscal  year  by  bein^  called  upon  to 
perform  work  for  the  first  division  in  connection  with  the  installa- 
tion of  lock-gate  machinery. 

The  number  of  pieces  of  equipment  hostled  at  these  outlying  en-' 
gine  houses  during  the  past  year  is  as  follows : 

Total  hOBtlings  to  all  equipment 94,344 

Total  labor  cost $89, 880. 26 

Total  material  cost 16,397.30 

Total 106, 277. 66 

The  average  direct  labor  cost  during  the  year  for  all  hostlings 
was  $0.9517,  as  against  $0.9775  for  the  previous  year. 

MECHANICAL  ENGINEER'S  DEPARTMENT. 

The  mechanical  engineer  has  under  his  supervision  the  work  of  the 
chief  draftsman,  testing  engineer,  boiler  inspectors,  material  inspector, 
and  requisition  clerk,  and^  m  addition  to  outlining  and  directing  their 
work,  prepares  all  specifications  covering  special  requisitions  for 
material  and  equipment  for  this  division,  acts  m  a  consulting  capacity 
on  committees  wi.th  engineers  of  other  divisions  when  called  upon, 
and,  as  chairman  of  the  committee  on  standard  specifications,  pre- 
pares and  submits  specifications  covering  all  standard  material  pur- 
chased by  the  commission.  During  the  past  year  50  of  these  stanaard 
specifications  have  been  revised  and  submitted. 

CHIEF  DSATrSMAN. 

The  chief  draftsman,  in  charge  of  the  planning  department  and  all 
drafting,  has  had  full  jurisdiction  over  tne  extension  of  the  planning 
department  which  has  taken  place  during  the  past  year.  This  de- 
partment, as  outlined  above^  is  much  more  comprehensive  in  its  scope, 
and  prepares  bills  of  material  for  all  manufacturing  work,  including 
wooa  parte  for  car  repairs.  The  whole  system  has  been  so  developed 
and  aaapted  to  the  needs  of  the  shops  that  the  economy  and  facility 
with  which  manufacturing  work  is  handled  is  greatly  increased. 

During  the  past  year  this  department  has  handled  some  11,396 
manufacturing  orders,  2,933  of  which  were  casting  orders  on  foundry. 
This  is  an  increase  of  about  75  per  cent  over  the  number  of  orders 
handled  during  the  preceding  year. 

61012'— 12 ^18 
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In  the  drafting  room  there  has  been  prepared  over  1,000  drawings 
and  sketches,  while  542  foreign  drawings  have  been  filed  and  indexed. 
Also,  1,880  pattern  numbers  have  been  issued  and  recorded. 

All  invoices  of  manufactured  products  covering  more  than  one  item 
have  been  referred  to  the  drafting  room  for  unit  prices,  and  all 
invoices  covering  standard  repair  parts  have  been  checked. 

The  drafting  room  has  also  prepared  during  the  past  jear  a  com- 
plete inventory,  with  detailed  description — ^including  original  price, 
present  condition,  estimated  value,  etc — of  all  machine  tools  on  the 
Isthmus  and  all  rolling  equipment.  It  has  also  prepared  ground 
pland  for  the  permanent  shop  buildings  at  Balboa,  together  with  all 
machine  locations  in  such  shops. 

TESTIITG    OEPABTMBNT. 

The  equipment  of  this  department  has  been  increased  during  the 
past  year  by  all  necessary  apparatus  for  the  complete  analysis  of 
samples  taken  from  each  steel  blow  made  in  these  shops.  A  testing 
machine  of  100,000  pounds  capacitv  has  been  ordered  and  will  be 
installed  in  this  department  for  the  obtaining  of  breaking,  yield 
point,  and  tensile  strength  of  all  metals  manufactured. 

The  work  of  the  department  during  the  past  year  has,  in  the  main, 
consisted  of  the  analyses  of  steel,  brass,  babbitt  metals,  coal,  ana 
lubricating  and  fuel  oil  samples. 

During  the  fiscal  year,  1,206  tests  and  analyses  have  been  com- 
pleted, covering  all  classes  of  material  and  equipment.  In  addition, 
tests  were  made  and  records  obtained  of  cutting  speeds  used  in 
machine  shop,  with  a  view  of  increasing  such  speeds  and  the  obtain- 
ing of  greater  efficiency  for  machines.  Tests  have  been  made  of  the 
air  flow  and  air  ccmsumption  of  various  divisions  from  compressed- 
air  plants. 

BOnXB-IITSPECTION   SEBTICE. 

The  boiler-inspection  rules  and  regtdations  were  revised  during 
the  past  year  by  a  committee  appointed  by  you,  said  rules  and  regu- 
lations submitted  by  the  committee  being  approved  under  Circular 
No.  239-A,  and  becoming  effective  September  1,  1911.  The  work  of 
this  department  during  me  past  year  may  be  summarized  as  follows: 

Number. 

Boilers  visited 4,028 

Internal  Inspections 1,213 

Boilers  tested  by  hydrostatic  pressure 730 

Boilers  condemned 10 

Some  1,670  recommendations  were  made  to  the  heads  of  depart- 
ments. 

It  is  to  be  noted  that  while  the  commission  has  in  service  over  4,000 
steam  boilers,  no  boiler  explosion  of  any  moment  has  ever  tak^i  place 
on  the  Isthmus.  It  is  believed  that  the  efficiency  of  this  inspection 
service  is  responsible  for  the  above  result. 

ELECTRIC-UGHT  AND  AIR-COMPRESSOR  SUBDIVISION. 

This  division,  under  the  supervision  of  Electrical  Supt.  Hartley 
Rowe,  has  continued  the  oper^ion  and  maintenance  of  the  air-com- 
pressor plants  at  Las  Cascadas,  Empire,  Rio  Grande,  and  Balboa; 
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the  operation  and  maintenance  of  the  electric  power  and  lighting 
plants  at  Cristobal,  Gorgona,  Empire,  and  Balboa;  the  wiring  and 
maintenance  of  all  lighting  systems  in  commission  buildings;  the 
installation  of  motors  and  other  electrical  equipment  for  other  divi- 
sions; also,  repairs  to  galvanometers  and  blastmg  batteries  used  by 
all  construction  divisions. 

The  above  work  includes  the  maintenance  of  some  50  miles  of  pole 
line,  carrying  146  miles  of  overiiead  wires,  distributing  current  for 
the  operation  of  about  40,000  lamps  and  600  horsepower  in  motors. 

The  output  of  all  electric-light  plants  operated  by  this  division  for 
the  year  was  5,041,303  kilowatt  hours,  which,  with  2,204,801  kilowatt 
hours  furnished  by  the  construction  divisions  to  this  division  for  dis- 
tribution, makes  a  total  of  7,246,104  kilowatt  hours  distributed  and 
billed  by  this  division. 

The  combined  output  of  all  air-compressor  plants  operated  by  this 
divisicm  for  the  year  was  8,795,157,453  cubic  feet  of  free  air  at  70°  F., 
which  air  was  compressed  and  distributed  at  100  pounds  pressure, 
at  an  average  cost  for  the  year  of  $0.0312  per  thousand  cubic  feet. 
The  largest  monthly  output  during  any  of  the  past  12  months  was 
828,464,858  cubic  feet. 

The  increased  construction  work  on  the  Pacific  division  and  the  * 

decrease  of  construction  work  on  the  north  end  of  the  central  divi- 
sion increased  the  air  consumption  around  Pedro  Mimiel  and  Mira- 
flores  to  such  an  extent  as  to  necessitate  the  removal  from  tlie  Las 
Cascadas  plant,  and  installation  in  the  Aguadulce  pumping  plant  of 
the  Pacific  division  of  two  2,200-foot  IngersoU-Rand  compressors, 
with  necessary  boilers,  pumps,  etc 

Detailed  statements  of  the  operation  of  this  branch  of  the  mechan- 
ical division  are  given  in  exhibits  marked  "  E  "  and  "  F,"  attached. 

The  attached  data  sheets,  lettered  from  "A"  to  "  J,"  inclusive,  give 
an  abstract  of  the  principal  operations  of  the  mechanical  division 
during  the  past  year. 

Exhibit  A.  Abstract  of  expenditures. 

Exhibit  B.  Number  and  class  of  repairs  to  all  locomotives  and  cost  of  same. 

Exhibit  C.  Number  and  class  of  repairs  to  all  cars  and  cost  of  same. 

Exhibit  D.  Operation  of  iron,  brass,  and  steel  foundries  for  the  year.  | 

Exhibit  E.  Output  of  air-compressor  plants,  with  cost  for  each  month  of  the 
year. 

Exhibit  F.  Operation  of  electric-light  plants.  ; 

Exhibit  G.  Number  of  repairs  made  to  aU  classes  of  equipmeBt  other  than 
locomotives  and  cars. 

Exhibit  H.  Statement  of  all  equipment  hostled  and  cost  per  month,  and 
average  cost  per  year. 

Exhibit  I.  Number  of  employees  on  rolls  at  close  of  each  month  for  fiscal  year 
1911-12. 

EiXhibit  J.  Statement  showing  percentage  of  overhead  expense  by  months  and 
average  for  fiscal  year  1911-12. 

Respectfully  submitted. 

A.  L.  R<»iNS0Nj  ^ 
Superintendent  Mechanical  Divuion, 

C!ol.  Oeorqe  W.  Gobthals,  United  States  Army, 

Chairman  and  Chief  Engineer^  Cuiebra,  Canal  Zone. 
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MECHANICAL  DIVISION — ^EXHIBITS  ACCOMPANYING  ANNUAL  STATEMENT. 

BzHiBn  A. — Ahatrtict  of  expenditures,  1911-12, 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

March 

April 

May 

June 

Total 

Average  per  month 


Labor. 


S165,614.82 
170,283.22 
165,996.28 
173,508.89 
172,117.62 
178,449.57 


190,274.15 
185,671.04 
192,923.00 
177,717.43 
174,338.00 
170,609.63 


2,117,603.65 


176,458.64 


Material. 


S116,997.16 
127,868.93 
130,408.29 
143,782.34 
130,373.94 
144,789.56 


143,957.  n 
141,834.06 
150,209.39 
151,883.79 
146,651.56 
135,299.68 


1,673,056.43 


139,421.37 


O.D.  service. 


18,332.83 
10,482.22 
10,061.92 
9,901.12 
10,840.94 
10,887.50 


11,856.75 
11,104.83 
12,179.88 
10,103.37 
10,607.45 
11,401.31 


127,370.12 


10,614.18 


Total. 


8290,944.81 
306,634.37 
306,486.40 
327,192.35 
313,332.50 
334,126.63 


345,588.61 
338,600.05 
864,312.27 
339,704.60 
331,687.01 
317,310.62 


3,017,930.20 


326,404.10, 


Exhibit  B. — Vumber  of  repairs  to  locomotives,  1911-12. 


Month. 


Running 
repairs. 


Heavy  or 
general 
repairs. 


Total 


1011. 

July 

August 

September 

October 

November 

December 

1012. 

January 

February 

March 

April 

May 

June. 

Total 


2,033 
3,170 
2,120 
8,515 
3,040 
3,302 


8,538 
8,047 
3,262 
3,163 
3,175 
2,825 


15 
10 
13 
15 
17 
15 


20 
21 
12 
20 
18 
34 


37,107 


210 


2,048 
3,180 
2,142 
3,630 
3,066 
3,407 


3,568 
3,be8 
3,264 
3,183 
3,103 
2,850 


37,407 


Cost  of  repairs  to  locomotives 

Average  cost  per  month 

310  looomotlvesin  service;  average  cost  per  locomotive 


Labor. 


$367,740.83 

30,645.82 

1,186.20 


Material. 


8150,406.72 

12,54L30 

485.47 


Total. 


8518,246.66 

43,187.21 

1,671.76 


Exhibit  C. — Number  of  repairs  to  all  classes  of  cars,  1911-12, 


Class  of  oar. 


4D-ton  flats , 

Western  dumps.. 
Oliver  dumps..... 
Goodwin  dumps., 
Ingoldaby  dumps 

Steel  flats 

Labor  cars 

Miscellaneous 

Total 


8hop.i 

Field. 

15,554 

2,676 

2,400 

53 

26 

326 

186 

241 

100,507 

52,185 

43,714 

52 

106 

1,402 

204 

5,101 

21,561 

203,541 

Total. 


116,161 

54,861 

46,213 

106 

132 

1,818 

480 

5,342 


225,102 


^  Includes  Pedro  Miguel  shop  repairs. 
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Exhibit  D  (a)  .^Operation  of  hraas  foundry,  1911-12, 


Month. 


1911. 

July 

Aufust 

September 

October * 

NoTember 

December 

1912. 

January ." 

Febniwy 

March 

April 

May 

June 

Total 


Output. 


Poundf, 
618,990 
705,408 
633,843) 
768,67lJ 
711,60i; 
663,297: 


618, 62H 
615,040 

676," 
661, 
660,087j 
674," 


7,476,014) 


CkMt. 


10.03280 
.02610 
.02820 
.02274 
.02369 
.02809 


.03336 
.02692 
.02949 
.01823 
.03149 
.02999 


.02868 


Patterns 
made. 


120 
128 
99 
105 
116 
162 


84 
74 
85 
79 
63 
80 


1,194 


Number 

of 
castings. 


18,238 
18,274 
17,684 
16,479 
14,633 
13,801 


20,362 
21,564 
24,225 
26,062 
17,668 
4,874 


212,684 


E3XHIBIT  D  (6). — Operation  of  hrass  foundry,  1911-12. 


Month. 


1911. 

July , 

August 

September 

October 

November 

December , 

1912. 

January. 

Febnuury 

March. 

April 

May 

June 

Total 


Output. 


Poufid$. 

29,869) 
.   15,367i 
19,884: 

IV,  VWy 

24,682 
26,047 


34,n3i 

27,637 

34,6644 

31,891) 

47,447) 

38,628 


360,711) 


Cost. 


10.21690 
.11930 
.18042 
.19698 
.18200 
.17300 


.17810 
.18000 
.18500 
.18270 
.18364 
.17010 


.18110 


Patterns 
made. 


48 
67 
37 
42 
36 
39 


27 
23 
21 
30 
34 
16 


Number 

of 
castings. 


1,619 
1,463 
1,186 
2,283 
1,890 
2,220 


2,678 
1,662 
1,973 
1,750 
2,399 
1,673 


408 


22,006 


Exhibit  D  (c). — Operation  of  at  eel  foundry,  *19 12, 


Month. 


1912. 

February 

March. 

April 

May 

June 

TotaL 


Output. 


Pounds. 
24,089 
38,646 
40,316 
66,197 
41,616 


199,803 


Cost. 


10.13460 
.12180 
.09897 
.10787 
.10700 


.11180 


Patterns 
made. 


36 
20 
30 
21 


Number 

of 
castings. 


190 
618 
365 
441 
380 


106 


1,994 
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Exhibit  E. — Operation  of  air-oompreasor  plants,  1911--12, 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1012. 

January 

February 

March 

April 

M^r 

Itna. 

TotaL 


Cubic  feet. 


731,170,776 
797,055,285 
767,373,790 
828,464,858 
784,553,037 
749,079,920 


775,322,325 
677,752,768 
704,874,700 
665,617,182 
666,749,703 
657,143,110 


8,795,157,453 


Cost. 


824,603.23 
25,788.20 
22,763.43 
24,484.18 
22,862.71 
22,752.48 


22,637.86 
21,093.85 
23,062.58 
21,264.80 
22,232.38 
20,808.60 


274,374.30 


Cost  per 
thousand 
cubic  feet. 


10.0837 
.0624 
.0801 
.0995 
.0891 
.0904 


.0311 
.0827 
.0320 


.0317 


.0312 


Exhibit  F. — Operation  of  eleotric-liffht  plants,  1911-12, 


Month. 


1911. 

July 

August , 

September 

October 

November 

December 

1912. 

January 

February 

March 

April 

May 

June 

Total 


Kilowatt-hour  output. 


Mecbanical 


diyiakm 
plants. 


396,486 
414,244 
419,035 
444,084 
411,742 
437,280 


431,218 
412,270 
423,803 
400,235 
406,026 
443,880 


5,041,303 


Gatunand 

Cristobal 

plants. 

Atlantic 

diviaian. 


162,881 
168,171 
174,108 
180,073 
179,961 
181,601 


191,778 
184,510 
197,206 
182,076 
191,634 
210,782 


2,204,801 


Total  di». 
tributed. 


861,367 
582,416 
603,143 
624,167 
691,723 
618,881 


622,996 
696,780 
621,000 
582,311 
696,660 
664,662 


7,246,114 


The  Pacific  division,  November  to  June,  furnished  74,350  kilowatt  hours. 


June,  1911. 
June,  1912. 


16-candle- 

power 

Ifghtsor 

equivalent. 


32,337 
38,272 


An 

lighla. 


187 
193 
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Exhibit  G. — Bepaira  to  equipment  ot?ter  than  locomoti/oea  and  cars,  1911-12. 


Month. 


1911. 

July 

August 

Septambmr 

October 

November 

December 

1912. 

January 

February 

March 

AprU 

May 

June 

Total 


Cranes. 


16 
10 
25 
16 
14 
87 


39 
27 
24 
22 
14 
13 


2i>7 


Track 
shiften. 


5 
3 
8 
9 
12 
14 


15 

15 

14 

8 

4 
6 


113 


Un- 
loaders. 


140 
122 
121 
123 
127 
131 


143 

50 

111 

101 

83 

57 


1,309 


Spread- 
ers. 


22 
26 
30 
21 
28 
40 


40 
28 
34 
25 
16 
32 


351 


Looomiv 

tiyes, 

nanow 

gauge. 


90 
57 
64 
64 
73 
67 


74 

26 

15 

7 

4 

5 


546 


OthBEB. 


21 
14 
73 
22 
19 
14 


4 

13 
12 
13 
14 
11 


230 


TotaL 


2M 

232 
32i 

255 
278 

312 


315 
159 
210 
176 
135 
124 


2,806 


Exhibit  H. — Equipment  hoatled,  coat  per  month,  1911-12. 


Month. 


J J 

1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

.  March 

AprU 

May 

June 

Total 


Number 
hostled. 


7,816 
7,917 
7,761 
8,077 
7,825 
7,968 


8,154 
7,732 
8,289 
7,934 
7,624 
7,257 


V4, 044 


Labor. 

Material. 

Total. 

Labor 
ayerage. 

16,724.60 

S381.80 

17,106.40 

80.8604 

7,363.68 

576.73 

7,940.41 

.9301 

7,559.72 

763.42 

8,323.14 

.9741 

8,662.71 

1,063.40 

9,726.11 

1.0726 

8,068.29 

1,092.33 

9,180.62 

1.0837 

8,060.91 

1,006.44 

9,078.35 

1.0141 

7,803.01 
7,877.90 

1,115.60 

8,918.70 

.0570 

1,717.40 

9,595.30 

1.0180 

7,497.87 

3,02S(.54 

10,521.41 

.9046 

6,578.97 

1,993.25 

8,572.22 

.8202 

6,745.33 

1,945.77 

8,601.10 

.8847 

6,908.27 

1,715.53 

8,623.80 

.9619 

89,880.26 

16,397.30 

106,277.56 

.9527 

Locomotives  hostled,  85,196;  others,  9,146. 

Exhibit  I. — Number  of  employeea  on  pay  rolla  at  close  of  each  month. 


Month. 


1911. 

July 

August 

September 

October 

November 

December 

1912. 

January 

February 

Mfloreh 

i^:::::::::::::::;:::::::::::;::::::::: 

June 

Avenge 


Gold. 


967 
1,007 
1,021 
1,033 

995 


964 

968 

1,018 

on 

941 
835 


988 


SllTer. 


1,644 
1,732 
1,904 
1,785 
1,918 
1,960 


2,082 
2,175 
2,254 
1,969 
1,750 
1,825 


1,912 


Total. 


2,611 
2,739 
2,926 
2,818 
2,913 
3,938 


3,016 
3,168 
8,373 
2,046 
2,601 
2.760 


2,900 
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Exhibit  J. — Percentage  of  overhead  expense^  1911-12, 


Month. 


1911. 

July 

August \. 

September 

October 

November 

December 


Per  oe&t. 


40.25 
89.91 
35.38 
80.79 
80.30 
35.65 


Month. 


1913. 

January 

February 

Maroh 

April 

MBy 

June 

Average 


Per  cent. 


39.08 
38.16 
33.60 
39.97 
39.32 
41.48 


37.48 


APPENDIX  H. 

BEFOET  OF  UETTT.  F.  MEAES,  UNITED  STATES  ABMT,   CHIEF 
ENOINEEB,  FANAMA  RAIIEOAI)  EELOCATION. 


Panama  Railroad  Co., 

Office  of  Chief  Engineer, 
Colon^  Parumia^  July  i,  1912. 

Sir  :  I  have  the  honor  to  submit  the  following  report  of  operations 
of  the  relocation,  Panama  Railroad,  during  the  fiscal  year  ending 
June  30,  1912 : 

The  construction  of  the  relocated  line  of  the  Panama  Railroad  was 
continued  by  the  engineering  department  of  the  Panama  Railroad 
Co.  during  the  entire  fiscal  year.  The  department  was,  unfortu- 
'nately,  denied  the  services  of  Mr.  H.  P.  Warren,  engineer  of  con- 
struction, who  suffered  an  accident  on  June  9,  1911,  breaking  his  leg 
find  incapacitating  him  for  further  work  during  the  year.  I  wish  to 
express  my  appreciation  of  his  former  assistance  in  connection  with 
this  project  and  my  regret  that  his  services  were  thus  germinated. 

The  field  work  was  carried  on  under  charge  of  Mr.  M.  B.  Connolly, 
superintendent  of  construction,  with  office  engineering  under  the 
charge  of  Mr.  O.  G.  Tubby,  chief  draftsman,  Panama  Railroad.  The 
office  administration  and  timekeeping  has  been  under  charge  of  the 
regular  office  force  of  the  engineering  department,  with  Mr.  C.  W.  Lee 
as  chief  clerk.  The  entire  organization  is  shown  on  chart.  (Plate 
125.) 

The  construction  work  during  the  fiscal  year  to  which  this  report 
pertains  is  naturally  separated  into  two  divisions,  the  original  line 
from  Gatun  to  Gamboa,  and  the  Gold  Hill  line,  both  of  which  were 
completed  and  turned  over  to  the  Panama  Railroad  Co.  during  the 
year. 

The  small  amount  of  work  remaining  to  be  done  at  the  close  of  the 
fiscal  year  consisted  of  riprapping  the  submerged  embankments 
through  the  lake  section  and  installing  the  bascule  bridge  at  Monte 
Lirio.  The  relocation  organization  was  therefore  abolished  on  Jime 
30,  1912,  and  any  further  work  necessary,  properly  chargeable  to  the 
relocation  account,  will  be  accomplished  by  the  maintenance-of-way 
forces  of  the  Panama  Railroad  Co.,  under  work  request. 

Original  Relocated  Line, 
mindi  to  oamboa. 

COMPLETING  LABOE  EMBANKMENTS,  OATUN  RIYEB  SECTION. 

At  the  beginning  of  the  year,  construction  work  was  confined  to 
the  Gatun  Valley  section  of  the  line — Gatun  to  Monte  Lirio — ^and 
consisted  in  completing  the  immense  embankment  in  the  Quebrancha, 
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Brazos,  and  Baja  Bottoms,  which  have  been  under  construction  since 
January,  1910.  These  large  embankments  are  described  in  last  year's 
report  of  the  commission  on  pages  193  and  194,  where  it  is  stated 
that  850,000  cubic  yards  were  required  to  complete  the  line.  This 
figure  was  exceeded,  however,  due  to  the  settlement  which  occurred 
in  the  Brazos  Bottom,  which  was  not  anticipated. 

The  embankment  across  the  Brazos  Bottom,  4,800  feet  long,  is  the 
largest  on  the  line.  While  the  elevation  of  the  track  is  the  same,  the 
fill  itself  is  not  so  high  as  some  of  the  other  large  embankments  in  the 
same  district,  the  natural  ground  level  being  at  a  higher  elevation. 
For  this  reason  there  was  less  weight  per  square  foot,  and  it  was 
thought  the  Brazos  Bottom  might  hold  up  without  settlement. 
Diamond-drill  borings  had  shown  the  underlving  strata  of  the  Brazos 
Valley  to  be  about  the  same  as  the  Quebrancna — ^i.  e.,  solid  rock  from 
150  to  200  feet  below  the  surface  of  the  ground.  The  intervening 
material  consisted  of  a  top  or  ground  layer  of  fairly  good  clay,  from 
20  to  30  feet  thick,  with  an  underlying  stratum  or  soft  clay,  mixed 
with  decomposed  wood  and  vegetable  matter,  and  a  small  proportion 
of  fine  sand.    This  soft  layer  varied  from  50  to  100  feet  tnick.    The 

})ressure  on  this  top  layer  caused  this  softer  mass  to  move  toward  the 
ine  of  least  resistance,  upheaving  the  natural  ground  beyond  the  toe 
of  slope. 

All  of  these  settlements  were  treated  by  spreading  the  base  of  the 
fill,  in  order  to  counterweight  the  natural  ground  and  thus  prevent 
upheaval,  and  also  to  decrease  the  weight  per  square  foot  upon  the 
natural  ground. 

The  Brazos  Bottom  fill  was  nearly  completed  when  the  first  settle- 
ment occurred.  (The  base  of  the  fill  was  at  that  time  spread  out  for 
a  40-foot  roadbed,  and  side  slopes  of  1  on  2.)  The  Iwtse  was  then 
widened  to  slop'e  stakes  set  at  1  on  3  before  any  further  weight  was 
added  to  the  upper  level,  and  when  completed  there  was  found  to  be 
no  further  difficulty  in  bringing  the  top  level  to  grade. 

The  settlements  which  occurred  in  tne  other  bottoms  are  described 
in  last  year's  report  and  illustrated  by  a<;companying  diagrams  and 
photographs.  Some  further  trouble  with  settlements  was  encoun- 
tered witn  the  Quebrancha  fill,  and  also  with  the  Baja  fill,  but  they 
were  fought  and  conquered  on  similar  lines  as  described  above,  it 
being  necessary  in  these  cases  to  spread  the  base  to  a  4  on  1  slope  bn 
account  of  the  greater  height  of  fill.  It  is  not  to  be  expected  that 
posterity  will  generally  realize  the  great  amount  of  yardage  necessary 
to  build  this  snort  3-mile  section  of  line  through  the  Gatun  Valley. 
In  these  3  miles  there  have  been  placed  4,736,072  cubic  yards  of 
material,  or  an  average  of  1,578,690  cubic  yards  per  mile,  all  necessary 
to  secure  a  permanent  railroad  above  the  proposed  lake  level. 

These  embankments  were  practically  completed  by  January  1, 1912, 
but  two  steam  shovels  were  retainea  for  several  weeks  to  furnish 
material  for  riprapping  fills,  and  the  last  steam  shovel  was  cut  out  on 
February  14,  1912. 

Permanent  Track. 

The  work  of  laying  the  remaining  permanent  track  was  undertaken 
in  December,  1911,  and  completed,  as  far  as  practicable,  by  February 
15, 1912.    This  track  consisted  of  90-pound  open-hearth  steel,  100  per 
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cent  splice  bars,  and  either  creosoted  or  hardwood  crossties,  fitted  with 
Economy  tie  plates  and  screw  spikes.  The  screw  spikes  in  hardwood 
ties  were  put  down  with  a  machine  spike  driver,  while  with  the 
creosoted  crosstiea  both  the  machine  spike  driver  and  hand  wrenches 
were  used.  This  track  was  ballasted  with  gravel  obtained  from  de- 
posits in  the  Chagres  River. 

Turning  Over  CoMrt-ETEO  Line  to  PanaMa  Railroad  Co. 

This  section  of  the  line  was  formally  turned  over  to  the  Panama 
Railroad  Co.  on  February  15, 1912,  on  which  date  the  entire  operation 
of  the  road  was  transferred  from  the  old  to  the  new  line.  The  trains 
operate  over  this  new  line  east  of  the  canal  as  far  as  the  north  end  of 
Culebra  Cut,  at  which  point  they  switch  back  across  the  canal  on  a 
construction  dike  to  the  old  main  line,  following  it  north  to  Gorgona, 
whence  they  take  the  original  direction  south,  over  the  old  route, 
to  Panama.  The  operation  over  the  new  roadbed  has  been  attended 
with  no  difficulties,  except  that  in  some  cases  some  small  slides  have 
occurred  along  the  slopes  of  the  embankments.  The  work  of  rip- 
rapping  the  submerged  embankments  has  continued  under  operation, 
and  the  weight  of  flie  rock,  placed  as  riprap,  has  sometimes  caused 
the  sides  of  the  fill  to  slide,  necessitating  careful  work  to  maintain 
traffic. 

New  Gold  Hill  Line. 

oamboa  to  pedro  miquel. 

The  necessity  which  called  for  the  construction  of  a  railroad 
around  Gold  Hill,  is  set  f ortU  in  last  year's  report  on  page  195.  The 
so-called  Gold  Hill  Line  is  9f  miles  in  len^h  from  the  south  end  of 
the  Chagres  River  bridge  to  the  junction  with  operated  line  at  Pedro 
Miguel.  It  leaves  the  95- ft.  east  berm  of  the  Culebra  Cut,  just 
south  of  the  bridge,  and  passes  around  Gold  Hill  on  a  high  level. 
The  summit  is  reached  near  the  La  Pita  divide  at  +271  above  mean 
sea  level,  and  the  Continental  Divide  is  crossed,  opposite  Culebra,  at 
an  elevation  of  -f-241  above  mean  sea  level.  This  line  was  well  under 
construction  at  the  beginning  of  the  fiscal  year  and  the  work  pro- 
gressed to  completion  in  the  early  part  of  1912.  The  construction  of 
Uie  section  of  the  line,  immediately  east  of  Gold  Hill,  along  the 
Pedro  Miguel  River  to  Paraiso,  was  attended  with  considerable  diffi- 
culty in  the  way  of  slides.  The  rock  strata,  inclined  toward  the 
river  bed,  coupled  with  the  soft,  moisture  laden  ground  soil,  caused 
several  of  the  embankments  to  slide.  It  was  found  impossible  to 
build  up  a  stable  railroad  embankment  at  one  of  these  points,  and 
the  alignment  was  therefore  shifted  toward  the  hill,  and  the  roadbed 
placed  entirely  on  solid  ground.  The  grading  on  this  line  was  com- 
pleted in  the  month  of  March,  1912,  and  construction  of  permanent 
track  in  May,  1912.  The  line  was  formally  turned  over  to  the  Pan- 
ama Railroaa  Co.  by  the  Isthmian  Canal  Commission,  on  May  25, 
1912,  and  accepted,  which  transaction  completed  the  delivery  of  a 
new  railroad,  entirely  on  the  east  side  of  tne  canal,  to  replace  that 
part  of  the  old  Panama  Railroad  destroyed  (or  to  be  destroyed)  by 
canal  operations. 
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Permanent  Telegraph  Line. 

The  construction  of  the  telegraph  and  telephone  line  was  continued 
during  the  year,  and  completed  by  June  30,  1912.  A  40-wire  line 
was  constructed,  using  No.  10  hard  drawn  copper  wire. 

Station  Building  and  Water  Station. 

A  frame  station  building  and  section  house  was  erected  at  the 
permanent  town  site  of  Monte  Lirio  on  the  Gatun  River,  mile  14, 
and  a  permanent  reenforced  concrete  water  station  constructed  at 
the  new  town  site  of  Frijoles,  mile  21. 

BASCinJE  Bridge. 

The  girders  for  the  permanent  bridge  over  the  Gatun  River  at 
Monte  Lirio  were  made  available  when  the  original  Panama  Rail- 
road was  abandoned  on  February  15, 1912.  The  work  of  dismantling 
the  old  bridge  at  Barbacoas  was  undertaken  at  once.  The  three* 
north  girder  spans  were  moved  to  Monte  Lirio,  and  the  two  shore 
spans  set  in  place.  The  center  span  is  to  be  converted  into  a  bal-' 
anced  lift  span  to  give  ships  access  to  the  upper  arm  of  Gatun  Lake. 
The  award  for  fornishing  the  necessary  lifting  mechanism  was 
made  to  the  Penn  Bridge  (>).,  of  Beaver  Falls,  Pa.,  on  April  3, 1912, 
and  complete  delivery  called  for  by  August  1,  1912.  I  am  reserving 
a  full  description  of  this  bridge  for  next  year's  annual  report,  when 
there  will  be  complete  data  and  drawings  available. 

Progress  Photographs. 

An  effort  has  been  made  to  have  the  accompanying  progress  photo- 
graphs show  the  completed  work  in  comparison  with  the  progress 
plates  which  appear  in  former  reports,  as  follows : 

Plate  62.  Quebrancba  Bottom,  looking  north,  June,  1911.  To  correspond  to 
plate  63,  1911  report. 

Plate  63.  The  Brazos  Bottom,  looking  north,  June,  1912.  To  correspond  to 
plate  64,  1911  report. 

Plate  64.  Gold  Hill  Line,  looking  up  the  Pedro  Miguel  Valley,  June,  1912.  To 
correspond  to  plate  70.  1911  report. 

Plate  65.  Gold  Hill  Line,  embankment  across  deep  valley  back  of  Paraiso,  77 
feet  high,  looking  south.    To  correspond  to  plate  68, 1911  report 

Detailed  Statements  of  QuANTrnES  and  Expenditubes. 

Detailed  statements  of  quantities  and  expenditures  have  been  pre- 
pared, having  reference  to  the  fiscal  year  1912,  as  well  as  to  the  total 
to  date  from  the  beginning  of  the  work.  These  appear  in  the  order 
named  on  the  following  pages : 

1.  Recapitulation,  actual  charges  to  account  "  Relocation  of  the  Panama  Rail- 
road," fiscal  year  1912. 

2.  Unit  costs  for  fiscal  year  1912. 

3.  Total  charges  account  "  Relocation  of  the  Panama  Railroad,**  September, 
1906,  to  June  30,  1912,  showing  classified  distribution. 

4.  Unit  costs  covering  all  charges,  September,  1906,  to  June  30, 1912. 

5.  Recapitulation,  financial  statement 

6.  Statement  showing  total  quantities  to  June  30,  1912,  used  In  the  c(»istruc- 
tlon  of  the  relocated  line. 
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Table  1. — Actual  charges  to  account  **  Relocation  of  the  Panama  R,  R.,**  fiscal 

year  1911-1912. 

RECAPITULATION. 


Account. 


503 
506 

507 
508 
509 
510 
511 
512 
513 
516 
616 
617 
618 
621 
524 
526 


Description. 


Knglwwilng 

anidlng 

Bridges  and  culverts 

Kails 

Track  fastenings 

Frogs  and  switches 

B^£st 

Permanent  track 

Crosslnra.  cattle  guards,  and  signs 

Interlocking  and  signals 

Telegraph  and  telephone 

Station  DUildings  and  fixtures 

Water  stations 

Miscellaneous  structures 

Qeneral  expenses 

Orand  total 

...  .       ..  ■    • 


Oatun-Gam- 
boa  Line. 


824,090.87 

531,587.88 

14,738.82 

46,449.03 

44,040.76 

38,002.17 

6,680.83 

25,003.20 

112,880.13 

436.20 

6,262.19 

29,885.50 

4,575.86 

3,398.93 

6,662.44 

82.11 


881,062.02 


OddHUl 
Line. 


824,210.71 

575,610.00 

16,015.06 

12,080.93 

62,306.09 

21,359.15 

754.98 

11,429.45 

19,855.96 

108.67 

77.94 

21,134.56 


8.13 


764,845.62 


Orand  total. 


848,901.58 

1,107,197.88 

29,753.88 

59,429.96 

107,245.84 

59,361.32 

6,435.81 

36,432.66 

132,736.09 

544.87 

5,340.13 

51,030.06 

4,575.85 

3,398.93 

6,562.44 

85.24 


1,645,907.64 
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Table  3. — Actual  charges  to  account  *' Relocation  of  the  Panama  Railroad, 

September,  J906,  to  June  30,  '1912. 


Account. 


Doscrtptton. 


Mlndi-Oam- 
boallne 
Paralso- 
CoTOfaL 


GoldHlU 
Line. 


Orend 
total 


602 
503 
W4 

£06 
606 
607 
606 
600 
610 
611 
612 
613 
614 
616 
616 
617 
618 
£21 
624 
626 


Engineering 

Right-of-way  and  station  grounds 

Heal  estate. 

Grading 

Tunnels 

Bridges  and  culverts 

Ties 

Rails 

Track  fastenings 

FrcMS  and  switches 

Balbst 

Permanent  track 

Right-of-way  fences 

Crossings^  cattle  guards,  and  signs 

Interlocking  and  signals 

Telegraph  and  telephones 

Station  Dulldings  and  fixtures 

Water  stations 

Miscellaneous  stroctuies 

Qeoeial  expenses. 

Grand  total 


1308, 


6,407, 
186, 
820, 

1: 

70, 
232 

J: 

75, 

35, 

3, 

2, 

1, 


122.61 
643.05 
72.87 
201.10 
736.37 
502.03 
342.06 
506.78 
734.33 
802.07 
013.88 
328.20 
177.10 
506.13 
307.70 
655.27 
810.71 
396.03 
532.01 
478.80 


138,206.65 


034,283.20 


70,761.48 
12,060.03 
62,305.00 
21,350.15 
885.81 
11,420.45 
10,042.86 


108.67 

77.04 

21,184.65 


80.24 


1346,410.16 

543.05 

72.87 

6w  431, 484. 30 

186,736.37 

000,353.61 

112,322.08 

200,811.87 

88,003.48 

0,778.28 

81,456.83 

252,271.06 

1,177.10 

4,614.80 

18,385.73 

06,780.82 

35,810.71 

3,306.03 

2,532.01 

1,618.04 


7,583,002.07 


1,202,604.61 


8,786,666.58 
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Table  6. — Relocation  of  the  Panama  Railroad. 

RECAPITULATION,  FINANCIAL  STATEMENT. 


Mittdl-Gamboa  and 
Paraiao-Corosal. 

Gold  Hill  line. 

Grand  total. 

Estimated. 

Appropri- 

Estimated. 

Appropri- 

• 

Estimated. 

Appropri- 

Total  original  estimate. . 

17,006,078.67 

*•••••• 

81,750.000.00 

10,746,978.67 

Total  appropriation,  fla- 
cal  yean  1007  to  1012, 
inclusive 

•7,615,718.67 

81,750,000.00 

10.365.718.67 

Total 

7,006,078.67 

7,615,718.67 

1,750,000.00 

1,750,000.00 

0,746,078.67 

0,365,718.67 

Expenditures,    fiscal 
year — 
1006-7 

168,073.42 
1,460,184.04 
1.320,170.77 
2.343,268.13 
1,402,103.70 

881,062.02 

« 

168,073.42 
1.460.184.04 

1007-8 

1008H> 

1.320.170.77 

1000-10 

2.343.268.13 

1010-11 

437,758.80 
764,845.62 

1.830.052.68 

1011-12 

1.645.007.64 

Total  expenditures 

7,583,062.07 

1,202,604.51 

Balance,  original  esti- 
mate  

413,016.60 

547,306.40 

060,412.00 

Balance,  amount  appro- 
priated  ..:.... 

31,756.60 

547,806.40 

670.152.00 

Balanm 

413,016.00 

31,756.60 

547,906.40 

1647,306.40 

060,412.00 

570,152.00 

9 

I  Includes  about  SIOO.OOO  worth  of  track  material  taken  ftxtm  relocated  line'  Gatun  to  Gamboa  used  on  Gold 
Hill  line.   This  amount  has  not  been  credited  to  appropriation  ICindi-Gamboa. 
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Table  6. — Statement  showing  total  quantitiea  to  June  SO,  1912,  used  in  construo' 

tion  of  the  relocation  of  the  Panama  Railroad. 


Deaaiptlon. 


Clearing 

Earth  excavation 

Loose  rock  excavation. 
Solid  rook  excavation.. 

Borrow. 

Wet  earth 

SpoUfrom  canal 

Concrete: 

Class  A 

Class  B 

ClassC 

Rubble  In  cement 

Rabble,  dry 

Riprap...... 

Reenlorclxiglran 

Grillage  piles 

Lumber 


Piles.... 
Lumber. 


Piles 

30-pound  rails 

Tles.«by8by8 

M»  70,  and  90  pound  rails. 

Ballast,  permanent 

Ties 

70-pound  rails 

90-pound  rails 

TileT 


Ca8t>iran  pipe 

Oalvanised-iron  pipe 

Vitrified  day 

Wooden  cdverts 

Steel  in  bridges 

Misoellaneous  structures. 


Unit. 


Acres 

Cubic  yards. . . 
....do 


.do. 
.do. 
.do. 
.do. 


.....do: 

.....do 

do 

....do 

do 

do 

Tons 

Linear  feet.... 
Thousand  feet 

b.  m. 

Linear  feet 

Thousand  feet 

b.  m. 

Linear  feet 

do 

Number 

Linear  feet 

Cubic  yards. . . 

Number 

Linear  feet.... 
do 


....do.... 
....do.... 
....do.... 

do.... 

Feetb.  m, 

Tons 

Feetb.  m. 


ICindl-Chunboa 
Une. 


1,182.22 

2,040,276.00 

331,978.00 

1,580,933.00 

4,211,131.00 

2,212.00 
5,198,808.00 

7,009.07 

38,001.10 

7,944.18 

52.70 

60.00 

06,146.00 

2,508.15 

103,825.00 

>4,14S.58 

11,026,208.00 
>1,403.00 

>2,520.00 

11,554.00 

147,587.00 

167,332.00 

83,103.00 

>  103, 613. 00 

>  129. 024. 00 
t225,983.00 

1,630.00 
1,954.00 
1,745.00 
9,903.00 
29,125.00 
1,244.25 
700,180.00 


Gold  Hill  Une. 


250.98 

1,168,511.00 

149,609.00 

581,062.00 

116,331.00 

455.00 

73,430.00 


5,847.04 

3,661.02 

235.17 

1,480.00 


643.15 

11,265.00 

161.30 

194,910.00 


133,463.00 

124,501.00 

30,475.00 

>  2, 815. 00 


>  101,888. 00 
246.06 


1,782.00 
2,430.00 


>  Temporary  work. 


Respectfully  submitted. 


>  Permanent  work. 


F.  Mears, 


Chief  Engineer. 
Col.  Geo.  W.  Gobthaur,  U.  S.  Army,  • 

Chairman  and  Chief  Engineer^ 

latfmUan  C final  Com/mission^ 

Culebra^  Canal  Zone.  1 


APPENDIX  I. 

BEPOBT  OF  AD.  FATTSE,  COST-EEEPINa  ACCOJTSTAST  HT  OFFICE 

OF  CHAIEKAH  AXB  CHIEF  ENOnTEEE. 


Isthmian  Canal  Commission, 
Office  of  Chairman  and  Chief  Engineer, 

Culebra,  Canal  Zone,  August  SI,  1912. 

Sir:  I  have  the  honor  to  submit  the  following  report  of  the  work  of 
this  office  for  the  fiscal  year  1912. 

Cost  accounts  were  established  for  the  construction  of  the  terminal 
faciUties  at  Balboa,  the  fortifications,  the  new  Hotel  Washington  at 
Colon,  and  the  installation  of  the  locks-operating  machinery.  In 
addition  to  the  duties  described  in  the  last  annual  report,  this  office 
has  taken  charge  of  the  preparation  of  the  cost  data  for  the  construc- 
tion of  the  fortifications;  which,  together  with  the  supervision  eiven 
the  accounts  for  the  construction  of  the  docks  at  Cristobal^  and  the 
new  Hotel  Washington  at  Colon,  has  ^eatly  increased  its  work. 
Cost  data  for  the  construction  of  tne  fortifications  for  this  fiscal  year 
has  been  furnished  the  assistant  engineer  in  charge  for  incorporation 
in  his  report;  and  that  for  the  construction  of  the  docks  at  Cristobal 
and  the  new  Hotel  Washington  to  the  chief  engineer  of  the  Panama 
Railroad  Co.,  and  is  not  transmitted  with  this  report,  which  deals 
solely  with  expenditures  from  the  appropriations  for  the  construc- 
tion of  the  Isthmian  Canal.  During  the  year,  there  has  been  no 
change  in  the  cost-keeping  system  described  in  previous  report. 
Notwithstanding  the  increased  duties  assigned  this  office,  there  has 
been  no  increase  in  the  expense  or  force  during  the  year. 

It  is  of  interest  to  note  the  cost  to  the  commission  of  securing  and 
preparing  the  detailed  cost  data  which  is  now  available.  The  ex- 
penses for  the  month  of  June,  1912,  were: 

Atlantic  diviflion |1, 162. 50 

Central  division 800. 00 

Pacific  diviflion 1, 487. 97 

Mechanical  division 1,092. 88 

Supervision,  Cidebra  office 550.00 

•Total 5,093.35 

a  total  per  annum  of  about  $60,000 — a  small  expense  when  savings 
which  have  resulted  from  securing  detailed  cost  data  promptly  are 
considered. 

exhibit  a. — STATEMENTS  OF  CONSTRUCTION  EXPENDITUBES  TO  JUNE 

30,  1912. 

These  statements  show  the  total  expended  to  June  30,  1912,  for 
the  actual  construction  of  the  canal,  se^egated  b^  construction 
divisions  and  by  units  of  work,  and  the  division  cost  (mcluding  plant 
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ftnd  equipment),  and  general 
follows: 


expenses.    The  total  by  divisions 


DiTJiioaoiMt. 

0«»I«p««. 

TotaL 

THfltkMh 

Amomift- 

Pwoent 
oftoUL 

Aaomit. 

PeroBol 
oTtolaL 

Per  cent 

oftoUL 

Attanfff 

040,00,071.08 

09,830,107.07 

29,485,718.01 

138,068.70 

29.11 

40.07 

21.12 

.10 

03,340,076.08 

7,233,906.49 

3,286,576.34 

11,674.84 

26.49 

60.91 

17.61 

.09 

043,873,040.71 

70,604,072.60 

31,ni,294.95 

160,228.54 

2&81 

CmitiBl.^, 

60.37 

Ffedlle 

20.82 

JJ^bUmadbaaiy 

.10 

Totol 

139,687,051.00 

100.00 

12,711,191.70 

IOOlOO 

162,288,242.70 

100.00 

The  construction  divisions  have  but  remote  control  over  the 
''General  expenses/'  details  of  which  are  shown  under  Exhibit  D, 
and  all  comment  on  costs  is  based  on  the  ''Diviaion  cost/'  It  was 
decided,  however,  to  prorate  such  expenses  to  the  construction  divi- 
sions. The  followiog  table  shows,  by  periods,  the  percentage  of  suiv 
charge  over  ''Division  cost"  which  has  resulted  from  this  method: 


DiTlilaos. 

To  June 
80,1909. 

Flsnlyev- 

TotaL 

1910 

1911 

1912 

Attantio 

13.34 
12.30 
ia99 

8.07 
9.64 
9.70 

0.74 

7.7B 

7.70 

19.23 

0.70 
7.07 
0.07 
9.04 

8.28 

Centna •. 

10.46 

PMllfl*,,..,.                           ... 

8.10 

T^M^ff  diiH  liyovB  _ 

10.12 

w            ■                                    -rf 

Total 

12.27 

9.08 

7.30 

0.01 

9.86 

BXHIBrr  B. — ^DETAILED  COST  FEB  UNH*  OF  WOBK. 


TABLB  NO.  1. — ^DBT  BXOAVATION. 


The  quantities  and  average  division  cost  of  dry  excavation  during 
the  fiscal  years  1912  and  1911  were: 


Natnrs  of  work  and  location. 


BzoaTatloo  in  oanal  priun: 
Atlantic  division 


Cmtral  dlTision— 
By  divlilon  foroM. 
By  oontreotora . . . . 


Total 

Padflo  dlTiaion 

Baoavation  in  spillwaya,  danu,  looks,  etc.: 


Qatiin  spillway. 


Oatun 

Oatun  power  house , 

Pedro  Miguel  Dam 

Pedro  Miguel  Locks 

Mixaflores  Locks 

Pmparing  foundations  for  masonry: 


Oatun  spillway 

Oatun  Locks 

Pedro  Miguel  Looks. 

M^TftflWBS  T-^kt  nil 


1913 


Quantities. 


CuMe 


rfevordi. 
424,873 


16, 917,  on 

146,784 


17,063,448 
864,476 


72,119 

3.937 

96,156 

624,747 

7,123 

8.888 

38,826 

166,146 


Average 

division 

cost. 


10.6952 


.6116 


.6101 
.7627 


.3767 

L6026 

.8018 

.6666 

2.6400 
2.0596 
2.1716 
L6677 


1911 


Quantities. 


Cubk 


N6  tnoM, 
280,306 


18,844,424 
178,268 


18,622,602 
196,770 

125,383 
476,875 


16,428 
247,700 

82.246 
162.662 

76,847 
187,762 


Average 

division 

oost. 


10. 6010 


.3600 


.6880 


.7110 


.7378 

L60I8 
L664D 
2.3746 
L6066 
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In  the  last  annual  report  the  low  cost  of  excavation  in  the  central 
division  was  commented  on,  and  it  was  stated  that  the  division  cost 
of  $0.5880  was  not  likely  to  be  repeated.  The  cost  for  this  year  is 
10.5101,  a  decrease  of  $0.0779,  wnich  is  largely  due  to  a  credit  in 
June,  1912,  of  $96,347.25  to  ''Dumps,''  representjmg  the  excess  cost  of 
dumping  materiabat  the  Naos  Island  Breakwater  from  October,  1908, 
to  June  1,  1912,  distributed  by  fiscal  years  as  follows: 

1909 $19,995.61 

1910 29,508.43 

1911 27,528.77 

1912 19,314.44 

Total 96,347.25 

Applying  these  credits  to  the  periods  in  which  they  belong  results 
in  the  following  division  costs  instead  of  those  shown  m  the  preceding 
table  and  in  Exhibit  A: 

To  June  30, 1909 10.9155 

Fiscal  year  1910 6682 

Fiscal  year  1911 5865 

Fiscal  year  1912 5147 

Owing  to  the  large  increase  in  estimated  yardage,  the  average 
arbitrary  charged  for  plant  during  the  year  was  reduced  by  $0.0606, 
so  that  me  division  cost,  exclusive  of  aroitraiy,  was  $0.4865  last  year, 
as  against  $0.4753  this  jear,  an  actual  decrease  of  $0.0112.  This 
decrease  is  entirely  in  item  ''Tracks,''  which  shows  a  decrease  of 
about  $360,000,  due  principally  to  excessive  dry  season,  decrease  in 
track  mileage,  and  to  recovery  of  second-hand  material  from  tracks 
in  completed  sections  of  the  canal.  Other  items  of  expense  show 
but  small  fluctuations  from  last  year's  figures. 


TABLB  NO.  2. — ^DREDQINa  EXCAVATIONS. 


The  dredges  in  service,  quantities  dredged,  and  average  division 
cost  for  operation  and  repairs,  during  the  &ceX  years  1912  and  1911, 
were: 


Clam  ofdredgo. 


AtlaatlodiTisloQ: 

Seagoing  suctloQ. . . . 

Dipper 

FfBnch  ladder 

Plpe-llnetactlon  ... 

Inprlmi. 

In  Oatun  Lodka 
Fadllc  dlTlaloo: 

fleagolng  motloQ ... 

Dii^wr. 

French  ladder 

6-yard  ladder 


1912 


Number. 


1 
2 
2 
2 


1 
1 
3 
1 


Onantitf 
dredgea 


CfuhkinTdg. 
2,756,255 
695,667 
1,004,118 


615,787 
883,918 

2,376,606 
362,164 
991,992 
163,626 


AvenM^ 
cost  per 
cubic  yard 
for  opera- 
tion and 
repair. 


10.0037 
.2548 
.1562 


.1129 
.1749 

.0732 
.2143 
.1103 
.2272 


1911 


Number. 


1 
2 
3 
1 


1 
1 
3 


Qnanti^ 
dredgea 


CtMewardi. 
3,180,196 
690,448 
1,221,092 


836,669 


2,904,436 

738,139 

1,907,068 


Avenge 
cost  per 
cubic  yard 
for  opera- 
tion and 
repair. 


10.0462 
.1346 
.1496 


.0818 


.0669 
.1371 
.0968 
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In  the  Atlantic  division  during  this  fiscal  year  the  average  cost 
per  cubic  yard  for  pipe  lines  in  connection  with  the  pipe-line  suction 
dredges  was  $0.0127  for  dredging  in  prism  and  S0.0121  for  dred^ng 
in  locks,  as  against  $0.0074  for  dredging  in  prism  last  year.  The 
charge  to  retaining  dikes  amoimted  to  $0.0125  per  cubic  yard  of 
material  excavatea  from  prism  and  to  $0.0323  per  cubic  yard  of 
material  excavated  from  Gatun  Locks,  as  against  $0.0729  per  cubic 

?rard  of  material  excavated  from  prism  last  year.  This  reauction  is 
argely  fictitious,  as  the  larger  proportion  of  cost  of  the  retaining  dike, 
which  will  be  used  to  hold  this  class  of  excavation,  was  included  in 
the  accoimts  of  last  year;  and  the  average  cost  should  be  based  on 
the  quantity  dredged  to  date,  both  in  the  prism  and  in  the  lock  site, 
a  total  of  2,236,274  yards,  or  a  cost  for  tne  dike  per  cubic  yard  or 
$0.0429.  These  costs  represent  the  expenses  for  disposing  of  material 
excavated  by  pipe-line  suction  dredges. 

The  cost  of  disposmg  of  material  excavated  bjr  ladder  and  dipper 
dredges  was:  Atlantic  division,  $0.1509  per  cubic  yard,  as  against 
$0.1355  last  year;  Pacific  division,  $0.0907  per  cubic  yard,  as  against 
$0.0917  last  year.  In  the  Atlantic  division  574,837  cubic  yards  of 
rock  were  dredged  from  prism,  being  11.80  per  cent  of  total  prism 
excavation.  The  cost  of  breaking  this  rock  for  the  dredges  was 
$0.2218  per  cubic  yard.  Last  year  there  was  excavated  487,038  cubic 
yards  of  rock,  being  8.36  per  cent  of  total  excavation,  with  a  cost  of  • 
$0.1588  per  cubic  vard  for  breaking.  In  the  Pacific  division  410,216 
cubic  yards  of  rock  were  dredged  from  prism,  being  10.56  per  cent  of 
total.  The  cost  of  breaking  this  rock  for  the  dredges  was  $0.3300  per 
cubic  yard,  as  against  301,112  cubic  yards,  being  5.43  per  cent  of 
total,  and  cost  of  $0.5776  per  .cubic  yard  for  breakmg  last  year.  The 
total  quantity  of  material  excavated  by  and  the  division  cost  per 
cubic  yard  for  aU  dredges,  including  auxiliaiy,  expenses,  was: 

Atlantic  division, — In  prism,  4,870,827  cubic  yards,  average  cost 
$0.2481;  in  Gatun  Locks,  883,918  cubic  yards,  average  cost  $0.3129; 
as  against  5,828,345  cubic  yards  in  prism,  average  cost  $0.2215  last 
year. 

Pacific  division. — ^In  prism,  3,884,287  cubic  yards,  average  cost 
$0.1900;  as  against  5,549,642  cuoic  yards,  average  cost  $0.2519  last 
year.  Figures  for  the  Pacific  division  do  not  include  any  arbitrary 
for  plant,  the  total  cost  of  the  plant  having  been  absorbed  prior  to 
this  fiscal  year.  The  arbitrary  m  the  Atlantic  division  was  $0.0458 
for  excavation  in  prism  and  $0.0880  for  excavation  in  Gatun  Locks 
this  year.  The  arbitrary  charged  in  Pacific  division  accounts  in  1911 
was  $0.0759  per  cubic  yard. 

Only  two  Trench  dipper  dredges  were  operated  in  the  Atlantic  . 
division,  this  year,  one  having  been  lost  in  Jime,  1911.  In  the  Pacific 
division  the  6-yard  dipper  dredge  was  put  in  conunission  on  April 
11.  The  high  cost  per  cubic  yard  of  excavation  by  this  dredge  was 
largely  due  to  the  depth  at  which  it  worked  and  the  quauty  of 
material  handled — ^rock  and  hard  clay.  In  general,  all  costs  snow 
actual  increase,  due  to  increased  depth  of  excavation  and  longer  haul 
to  dumps. 

TABLB  NO.  3. — ^HYBRAULIC  EXCAVATION. 

In  the  Atlantic  division  1,000  cubic  yards  of  material  were  sluiced 

from  prism  at  Mindi,  at  a  division  cost  of  $2.5976  per  cubic  yard, 

-^mpleting  the  work  described  in  last  annual  repprt.    In  aU,  29,605 
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cubic  yards  were  removed  by  this  method,  at  a  division  cost  of 
$0.3485  per  cubic  yard. 

In  the  Pacific  division  900,596  cubic  yards  were  excavated  from 
prism,  at  an  average  division  cost  of  $0.5564  per  cubic  yard,  as 
against  332,703  cubic  yards  from  Miraflores  Lock  site  and  197,677 
cubic  yards  from  prism  last  year,  at  an  average  cost  of  $0.5486  and 
$0.6106  per  cubic  yard,  respectively. 


TABLE   NO.  4. — MASONRT. 


There  was  a  total  of  1,443,570  cubic  yards  of  masonry  laid  in  the 
locks  and  spillways  this  year,  as  against  1,741,908  cubic  yards  last 
year.  The  subjomed  table  shows  location,  quantities,  kind  of  con- 
crete, and  average  division  cost  per  cubic  yard  for  the  two  years: 


Location. 

1912 

1911 

Quantities. 

Unit  cost. 

Quantities. 

Unit  cost. 

Atlantic  division: 
Oatun  spillway— 

Plafii  concrPt« 

Cubic  yards. 
58,048 
618 

$7.0133 
15. 1631 

Cvbic  yards. 
59,661 

86.7044 

Reeni6roed  ooncrBte 

Total 

68,066 

7.0988 

59,651 

6.7044 

Qatun  Locks- 
Plain  concrete 

390, 6U 
59,883 

7.1317 
11.8228 

902,926 
8,211 

6.5919 

Reenloroed  concrete 

12.4487 

Total 

450,494 

7.7552 

911,137 

6.6447 

Pacific  division: 

Pedro  If  ipifll  Locks- 
Plain  COfM?»t»t« .  r 

134,193 
48,677 

5.7183 
8.5195 

497,802 
385 

4.7040 

Reenforoerf  copcrpt** 

17.7426 

Total 

182,870 

6.4640 

496,187 

4  7141 

Mlrafloras  Locks- 
Plain  concrptp u . 

729,096 
22,444 

4.5807 
10.6388 

272,933 

4.6826 

Rwnfoned  concrete 

Total 

751,540 

4.7675 

272,933 

4.6826 

In  addition  to  the  quantity  shown,  there  was  used  in  the  installa- 
tion of  tile  ducts  at  Gatun  Liocks  531  yards  of  plain  concrete.    Tim 
Quantity  is  included  in  that  reported  oy  division  engineer,  Atlantic 
ivision. 

The  cost  of  plain  concrete  at  Gatun  spillway,  with  approximately 
the  same  quantity  placed,  shows  an  increase  over  last  year  of  $0.3089, 
principally  in  the  following  items: 

Per  cubic  yard. 

Sand $0.3162 

Mixing 0468 

Forms 1436 

Placing 0117 

Reenforcements 0362 

Pumping 0009 

lifeintenance  of  equipment 0622 

partially  offset  by  decrease  in  cement,  $0.1343;  stone,  S0.0875;  plant 
arbitrary,  $0.1199;  and  division  expense,  $0.0090,  per  cubic  yard. 
Owing  to  the  difference  in  the  ratio  oi  large  rock  used  in  the  two  years, 
the  cost  of  mixed  concrete  per  cubic  yara  of  masoniy  laid  shows  fui*- 
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ther  increase  of  $0.0725,  while  large  rock  shows  a  decrease  of  $0.0283 
per  cubic  yard. 

With  a  decrease  in  quantity  laid  of  512.315  cubic  yards,  the  cost  of 
plain  concrete  at  Gatun  Locks  this  year  snows  increase  of  $0.5398,  as 
compared  with  last  year,  principally  in  the  following  items: 

Per  cubic  yard. 

Sand 10.1514 

Mixing 0042 

Forms 1710 

Placing 1503 

Pumps 0461 

Power 0168 

Plant  arbitrary 2011 

Division  expense 0101 

partially  offset  by  decrease  in  cement,  $0.2452;  stone,  $0.1014;  and 
maintenance  of  equipment,  $0.0248.  Owing  to  the  difference  in  the 
ratio  of  large  rock  used  in  the  two  years,  the  cost  of  mixed  concrete 
per  cubic  yard  of  masonry  laid  increased  $0.0367  and  the  cost  of  large 
rock  decreased  $0.0607.  The  quantities  placed  per  mqnth  have  uni- 
formly decreased  throughout  the  year  from  64,199  cubic  yards  in  July, 
1911,  to  1,225  cubic  yards  in  June,  1912.  Cost  per  cubic  yard  has 
increased  correspondingly  to  the  decreased  quantities,  havmg  been 
$6.2259  per  cubic  yard  m  July,  1911,  and  $15.9532  per  cubic  yard  in 
June,  1912.  This  increase  of  $9.7273  per  cubic  yard  appears  princi- 
pally m  labor  costs  of  the  foUowing  items:  rr         r 

Cubic  yard. 

Mixing ^ 10.4024 

Forms 3.1042 

Placing 2.7540 

Power 3585 

Maintenance  of  equipment 1. 2609 

Division  expense 7891 

With  a  decrease  in  Quantity  laid  of  363.609  cubic  yards,  the  cost  of 
plain  concrete  at  Peoro  Miguel  locks  tnis  year  snows  increase  of 
$1.0143,  as  compared  with  last  year,  principally  in  the  following  items : 

Cnbioyaid. 

Cement $0.1199 

Mixing 1791 

Forms 3250 

Placing 2501 

Plant  arbitrary 2254 

partially  offset  by  small  decrease  in  other  items.  Practically  all  the 
concrete  laid  durmg  the  year  was  handled  by  the  auxiliary  plant,  the 
construction  plant  naving  been  moved  to  Miraflores,  with  tne  excep- 
tion of  two  chamber  cranes,  which  were  operated  until  December  12, 
1911,  and  February  7, 1912,  respectively. 

With  an  increase  in  quantity  laid  of  456,163  cubic  yards,  the  cost 
of  plain  concrete  at  Miraflores  locks  shows  a  decrease  of  $0.0959,  as 
compared  with  last  year,  principally  in  the  following  items: 

Stone 10. 0668 

Sand 0382 

Mixing 2968 

Forms 0422 

Placing 0434 

Maintenance  of  equipment 0143 

Division  expense 0330 
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partially  offset  by  increases  in  cement  S0.3255  and  plant  arbitrary 
$0.1180.  The  increase  in  "cement"  is  due  to  difference  in  credit 
taken  in  each  year  for  empty  bags  returned. 

The  following  table  shows  the  division  labor  cost  for  the  year  per 
cubic  yard  of  plain  concrete  at  the  various  locks  and  spillways : 


LarseTOok. 

Forms 

Mixing 

Placing 

Reeoforoementa. 

Pumping..... 

Gofferdama 

Maintenance  of  equipment 

DlvisiooexpQnaa 

Total  cost  per  oabio  yard 


Oatmi 
spillway. 


10.0079 
.M07 
.4543 
.»13 
.0127 
.0030 

.oao4 

.1438 
.1064 


1.6425 


Gatun 


10.0211 
.5204 
.1600 
.4285 
.0156 
.0680 


.0036 
.0866 


1.3840 


Pedro 
Klguel 
looks. 


10.5611 
.2833 
.4731 
.0009 
.0237 


.0546 
.0666 


1.4733 


Miraflorea 
kwks. 


10.3166 
.2011 
.1717 
.0002 
.0170 


.0637 
.0401 


.8304 


The  cost  of  reenforced  concrete  is  shown  ia  detail  in  Table  No.  4. 


TABUS  NO.  5. — DBT  mXINO. 


The  quantities  of  dry  fill  placed  in  the  various  projects  and  the 
average  division  cost  per  cubic  yard  for  the  fiscal  years  1911  and  1912 


were: 


Nature  of  work  and  locatUn. 


Atlantic  diviaion: 

QatunDam 

Qaton  spillway  back  fill 

OatiinLock»~ 

Backfill 

Filling  center  wall 

Fining  around  south  approach  wall. 

Oatun-Mlndl  Levee 

Padflo  diylsion: 

Pedro  Miguel  Dam 

Pedro  Miguel  Lock*— 

BackflU 

Fillingoenterwall 

MirafloresDam 

Miraflorea  Looks— 

BackflU 

Filling  center  wall 


1012 


Quantities. 


2, 


606,073 
10,062 

022,216 

04,574 

7,072 


321,680 

340,276 

21,037 

426,126 

442,774 
7,012 


Average 

division 

cost  per 

cubic  yard. 


10.6174 
.3808 

.4615 
.7607 
.6002 


.6040 

.3635 
.0633 
.4044 

.4174 
1.0126 


1011 


Quantities. 


2,663,008 
12,873 

635,660 

2,717 

23,234 

51,166 


273,700 

'205,506 

53,521 


Average 

division 

cost  per 

cubic  yard. 


to.  3813 
.4832 

.5807 

1.0634 

.1007 

.1979 


.3800 

'.'4iQ3 

.4293 


Based  on  the  quantities  reported  monthly,  the  cost  of  dry  filling 
in  Gatun  Dam  shows  an  increase  of  SO.  1361  per  cubic  yard  over  the 
last  fiscal  year.  These  figures  are,  however,  largely  theoretical ;  for, 
as  explained  in  the  report  of  the  division  en^eer,  Atlantic  division, 
the  method  of  ascertaining  the  quantity  placed  each  month  is  to 
cross  section  the  areas  worked  over  durmg  the  month,  and  deduct 
an  arbitrary  of  40,000  cubic  yards  to  allow  for  slow  consolidation  in 
the  areas  not  cross  sectioned.  Complete  cross  sections  made  in  June, 
1911,  and  June,  1912.  indicate  that  the  dry  fill  was  increased  during 
the  fiscal  year  1911  oy  2,060,186  cubic  yards  and  during  the  fiscal 
year  1912  by  2,982,859  cubic  vards,  instead  of  by  2|653,908  cubio 
yards  and  2|608,073  cubic  yards,  respectively. 
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If  the  quantities  ascertained  by  the  complete  cross  sections  be 
used,  the  average  cost  per  cubic  yard  for  the  fiscal  year  1911  is  $0.4912. 
Included  in  the  cross  section  yardage  for  1912  are  438,333  cubic  yards 
previoudy  wasted  from  excavation  from  Spillway,  all  cost  being 
charged  to  that  work,  but  now  included  in  the  area  of  the  dam 
owing  to  change  of  plans.  The  quantity  placed  by  actual  measure- 
ment was,  therefore,  2,544,526  cubic  yards,  and  the  division  cost 
$0.5303  per  cubic  yard,  an  increase  over  1911  of  $0.0391  per  cubic 
yard. 

The  quantity  of  dry  fill  in  place,  as  ascertained  by  complete  cross 
section  on  June  30,  1912,  was  9,863,901  cubic  yards;  the  division 
cost  $4,046,486.38,  an  average  cost  of  $0.4102  per  cubic  yard,  in- 
stead of  $0.4022  shown  on  Exhibit  A,  quantities  used  on  this  exhibit 
being  the  total  of  the  quantities  reported  each  month. 

The  average  cost  per  cubic  yard  for  back  filling  Gatun  Lock  walls 
shows  a  decrease  of  $0.0692,  principally  in  "tracks,"  original  cost  of 
installation  having  been  included  in  the  accounts  for  the  fiscal  year 
1911.  The  work  of  filling  the  center  wall  of  Gatun  Locks  was  com- 
menced in  June,  1911,  and  preparatory  work,  charged  in  that  month, 
explains  the  decrease  of  $0.3027  per  cubic  yard  compared  with  the 
fiscal  year  1912. 

Fluctuations  in  average  costs  in  Pacific  division  are  too  small  to 
require  explanation. 

TABLE   NO.   6. — ^HTDRAULIC  FILLING. 

The  quantity  of  hydraulic  fill  placed  in  Gatim  Dam  this  year,^ 
as  reported  monthly,  aggregates  2,604,632  cubic  yards,  at  an  average 
division  cost  of  $0.3844  per  cubic  yard,  as  agamst  4,256,393  cubic 
yards,  at  an  average  division  cost  of  $0.2289  per  cubic  yard  last  year — 
an  increase  of  $0.1555  per  cubic  vard.  For  reasons  given  under  "Dry 
filling/^  these  figures  are  largey^  theoretical  as  the  complete  cross 
sections  indicate  that  during  the  fiscal  year  1911,  3,758,870  cubic 
yards  of  hydraulic  filling  were  added  to  the  dam,  and  during  the  fiscal 
year  1912,  2,543,086  cubic  yards.  Using  these  quantities,  the  average 
division  cost  per  cubic  yard  is  $0.2592  for  the  fiscal  year  1911,  and 
$0.3938  for  the  fiscal  year  1912,  an  increased  cost  per  cubic  yard  of 
$0.1346.  This  increase  is  general  to  all  items,  principally  in  oi>eration 
of  dredges,  $0.0464;  power,  $0.0480;  maintenance  of  equipment, 
$0.0174;  and  plant  arbitrary,  $0.0186  per  cubic  yard.  Longer  pipe 
lines  and  a  hi^ner  lift  account  for  the  fii^t  two  items  of  increase,  while 
the  increase  m  "Maintenance  of  equipment'*  is  due  to  the  narder 
usage  to  which  the  dredges  were  put,  and  that  in  "Plant  arbitrary"  to 
decreased  estimates  of  quantities. 

Based  on  actual  measurement,  the  amount  of  hydraulic  fill  in 
place  on  June  30,  1912,  was  9,955,078,  and  the  average  division  cost 
$0.2938  per  cubic  yard,  instead  of  $0.2782  shown  on  Exhibit  A,  whidx 
is  based  on  total  of  monthly  quantities  reported. 

Hydraulic  fill  around  the  south  approach  waU  of  Gatim  Locks 
aggregated  594,495  cubic  yards,  at  a  division  cost  of  $0.1545  per  cubic 
yard.  The  dredge  worked  in  close  proximity  to  the  spot  where  the 
material  was  placed  with  short  pipelines  without  lift,  which  explains 
the  low  cost  per  cubic  yard  as  compared  with  that  of  the  fill  placed 
in  the  dam. 
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TABLE  NO.  8. — ^BREAKWATEBS. 

During  the  fiscal  year  1912,  460,040  cubic  yards  of  material, 
secured  at  Point  Toro,  were  placed  in  the  Colon  Breakwater,  at  an 
average  division  cost  of  $1.3832  per  cubic  yard,  against  359,890  cubic 
yards  last  year,  at  an  average  division  cost  of  $1.4506  per  cubic  yard. 
Cost  of  securing  fill  decreased  $0.4258  per  cubic  yard  as  compared 
with  last  year,  while  expense  of  placing  in  breakwater,  including 
cost  of  trestle,  increased  $0.2316,  and  charge  for  {)lant  $0.1509  per 
cubic  yard.  There  was  a  small  decrease  m  division  expenses  per 
cubic  yard. 

In  addition  to  the  fill  seciu'ed  from  Point  Toro,  there  were  placed 
in  this  breakwater  65,133  cubic  yards  of  large  stone  from  Porto 
Bello,  at  an  average  division  cost  of  $4.3064  per  cubic  yard,  detailed 
cost  of  which  was: 

Quarrying ,  including  loading  on  barges $2. 7092 

Transportation  by  water  to  Toro  Point 8831 

Placing  in  breakwater 5382 

Division  expense 1759 

Total 4.3064 

The  total  of  all  material  placed  during  the  year  was  525,173  cubic 
yards,  at  an  average  division  cost  of  $1.7457  per  cubic  yard. 

Altnough  the  Naos  Island  Breakwater  is  shown  under  the  repoi;ts 
of  the  Pacific  division,  being  in  the  territory  embraced  by  that  di- 
vision, it  is  being  constructed  by  the  central  division.  Tiie  charge 
made  to  this  account  represents  the  difference  between  the  cost  of 
dumping  at  the  breakwater,  including  the  cost  of  trestles,  and  the 
average  cost  of  disposing  of  material  on  dumps  at  the  Pacific  entrance 
of  the  canal.  To  June  30,  1912,  782,021  cubic  yards  of  material  had 
been  placed,  at  a  cost  of  $0.2467  per  cubic  yard. 

TABLE   NO.   9. — STONE   PIJODUCTION. 

The  quantities  of  crushed  rock  produced  at  the  quarries  during 
the  fiscal  vears  1912  and  1911,  and  the  detailed  average  costs  per 
cubic  yard,  were: 


Items. 

AtlanUc  division, 
Porto  Bello  quarry. 

Pacific  division, 
Anoon  quarry. 

1912 

1011 

1912 

1911 

Cninhwl  f tctn^  nmdiiGed  (cnhlc  yards) ,                   

440,413 

884,033 

839,279 

866,834 

Quanying: 

gtripptngr  - r. 

SO.  0040 
.0431 
.1822 
.0774 
.0000 
.0340 
.0363 
.0621 
.4897 

80.0174 
.0460 
.1080 
.0031 
.0758 
.0464 
.UU80 
.0061 
.3360 

$0.0423 
.0662 
.0406 
.0858 
.0676 
.0379 

$0.0478 

Priflihgr! 

.0440 

Blafftlng 

.0421 

liOfUling .  

.0452 

.0727 

TnckST - -  - 

.0243 

Powsr 

MAintfnunoe  of  Motpmfiiit 

.0688 
.1903 

.0833 

Plant  arbltniT 

.2447 

Total 

.0747 

.0387 

.5222 

.6648 

Onuhing: 

Opciratton  fniidwn 

.0383 
.0108 
.0483 
.0627 
.3534 

.(K»5 
.0311 
.0394 
.1158 
.1726 

.0179 
.0046 
.0187 
.0311 
.0602 

.0172 

.0046 

FOWBT.  ...................................................... 

.0183 

IfBlntmaiHW  of  i^ipment . ...       .  .  . 

.0175 

Plant  arbitniy. .'. .  T- 

.0782 

Total 

.4284 

.0200 

.0651 

.1314 
.0184 

.1337 

Dfylsion  wcptfom ,. 

.0228 

Total  omrt  of  prodiictioii. 

1.4280 

1.3862 

.8720 

.7113 
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Items. 


Towing: 

Operation  tugs  and  barges, 
lulntenanoe  of  equipment . 
Plant  arbitrary 


Total. 


Unloading: 

Operation  cableways  and  cranes. 

Power 

Maintenance  of  equipment 

Plant  arbitrary 


Total. 


Ran  transportation  to  storage: 
Cubic  yards  transported... 


Operation  of  trains 

Repairs  to  tracks 

Dumping  in  storage , 

Maintenance  of  equipment . 
Plant  arbitrary 


Total 

Total  oost  in  storage. 


Atlantic  division, 
Porto  BeUo  quarry. 


1913 


t0.1B57 
.1267 
.1794 


.4618 


.0967 
.0606 
.0324 
.3441 


.6260 


199.167 


f0.1297 
.0194 


.1022 


.2513 


2.4062 


1911 


•0.1692 
.1063 
.1976 


.1168 
.0196 
.0829 
.2050 


.4342 


275,148 


80.0619 
.0142 
.0156 

•  .0672 


.1788 


2.8408 


Paoiflo  diyisloiiy 
Anocn  quarry. 


1912 


899,279 


80.0366 
.0004 
.0110 
.0206 
.0590 


.1276 


.7996 


1911 


856,824 


80.0447 
.0075 
.0096 
.0157 
.0653 


.1330 


.8443 


The  Operation  of  the  Porto  Bello  crusher  was  discontinued  on 
April  30,  1912,  so  that  the  average  production  per  month  during  the 
period  operated  was  44,041  cubic  yards,  while  last  year  during  the 
period  March  to  June,  when  similar  conditions  prevailed — ^that  is,  an 
eight-hour  day  and  the  large  crusher  in  service — the  average  per 
month  was  68,760  cubic  yards.  Notwithstanding  this  decrease,  the 
cost  of  production  during  the  year,  compared  witn  the  period  March 
to  June  of  last  year,  increasea  $0.2014  per  cubic  yard;  and,  as  the 
arbitraries  for  plant  increased  $0.2345  per  cubic  yard,  due  to  decreased 
estimate  of  quantities,  the  actual  production  cost  decreased  $0.0331 
per  cubic  yard. 

For  the  fiscal  year  1912  the  cost  of  stone  in  storage  ($2.4952  per 
cubic  yard)  compared  with  that  produced  at  the  Ancon  quarnr 
($0.7996  per  cubic  yard)  is  greater  by  $1.6956  per  cubic  yard.  If 
there  be  aeducted  from  this  difference  the  extra  expense  attached  to 
Porto  Bello  stone,  represented  by  the  difference  between  the  cost  of 
towing  and  unloading,  and  that  of  transporting  by  rail  ($0.7365  per 
cubic  yard),  and  the  difference  in  plant  arbitranes  ($0.4336  per  cuoic 
yard),  the  net  difference  in  work  cost  in  favor  of  the  Ancon  quarry 
is  $0.5255  per  cubic  yard. 

With  approximately  the  same  output  in  poih  years,  the  cost  in 
storage  or  crushed  rock  from  Ancon  quarry  is  less  by  $0.0447  per 
cubic  yard  than  it  was  last  year.  This  is  partly  due  to  lower  arbi- 
traries for  plant,  owing  to  increased  estimates  of  quantities  $0.0677, 
and  to  decreased  cost  of  transportation  to  storage  $0.0140.  offset  by 
increase  in  repairs  to  equipment  of  $0.0420  per  cubic  yard. 

The  Ancon  quarry  was  operated  9  hours  per  day  from  July  1, 1911, 
to  February  29,  1912,  and  rronl  April  1  to  16  and  June  1  to  30, 1912, 
and  18  hours  per  day  from  March  1  to  31  and  April  17  to  May  31, 
1912.  Eliminating  the  month  of  April,  during  which  the  quarry 
was  operated  part^  9  hours  and  partly  18  hours,  the  quantities  pro- 
duced and  average  costs  for  the  9-hour  and  18-hour  day  was: 
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Qoantitifls cubic  jrards 

Average  per  month do.. 

QoMTyJng,  ■,«••,•.•... ........ ............................................ 

uiBhmg 

TnuDsportation .' 

Division  ex 

Total 


Niiie>hour 
period,  July 
to  February 

and  June. 


664|684 


61,072 


ia5316 
.1419 
.1347 
.0190 


.8272 


Eighteen- 

hour  period, 

Maryland 

May. 


201,825 


100,012 


fa4784 
.1171 
.1106 
.0157 


.7220 


TABLE  NO.   10. — SAND  PBODUCTION. 


The  quantities  and  average  detail  cost  per  cubic  yard  of  sand 
secured  by  the  Atlantic  division  at  Nombre  de  Dios  and  by  the 
Pacific  division  at  Chame  for  the  fiscal  years  1912  and  1911,  were: 


Items. 


Quantity  of  sand  secured: 

By  excavation oubio  yards. 


Cost. 


By  dredging eablo yards., 


Operation  of  dredges 

Ifaintenanoe  and  equipment. 


Total. 


Total  production cubic  yards., 


Operating  cost.... 
Plant  arbitrary.., 
Division  expense. 


Total  cost  of  production. 


Towing: 


Operation  of  tugs  and  barges. 
luUntenanoe  of  equipment . . . 


Plant  arbitrary 
Total 


Unloading: 

Operation  of  cableways  and  cranes. 

Power 

Maintenance  of  equipment 

Plant  arbitrary 


Total. 


RaD  transportation  to  storage: 
Cubic  yards  transported... 


Operation  of  trains 

Repairs  to  tracks 

Dumping  in  storage , 

MainteniJice  of  equipment. 
Plant  arbitrary.. «. 


Total 

Total  cost  In  stoage 


Atlantic  division, 
Nombre  de  Dios. 


1912 


144,123 


fai913 
.1809 


.8222 


144,128 


80l8222 
.7890 
.0096 


1.1206 


.2286 
.1311 
.2820 


.6366 


.1027 
.0180 
.0712 
.2170 


4006 


60,404 

fa  0998 
.0096 


•  0677 


.1766 


2.2414 


1911 


29,539 


fa  7975 


412,380 


fa  2444 
.1010 


.3454 


441,919 


fa  8756 
.4740 
.0299 


.8795 


.2064 
.1130 
.2209 


.5^3 


.1189 
.0188 
.0782 
.1406 


.8655 


167,967 


fa  0962 
.0163 
.0002 
.0787 


.1934 


1.8565 


Padflo  diyision, 
Chame. 


1912 


564,837 


fa  0905 
.0403 


.1306 


564,837 


fa  1306 
.0202 
.0137 


.1647 


0936 

0493 

,0909 


1738 


.0646 
.0196 
.0835 
.0545 


1722 


564,887 


fa  0408 


.0120 
.0241 
.0785 


.1918 


.7025 


1911 


494,841 


fa  0926 
.0354 


.1280 


494,841 


fa  1280 
.0800 
.0206 


.1788 


.1067 
.0568 

.0649 


.2269 


.0682 

.0284 
.0699 
.1067 


.2482 


476,422 


ssn 


fa  0462 
.0107 
.0134 
.0174 
.0649 


.1816 


.8284 
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Operations  at  Nombre  de  Dios  were  discontinued  on  November  17, 
1911,  so  that  the  average  monthly  production  this  year  was  32,027 
cubic  yards,  as  comparea  with  36,827  cubic  yards  last  year.     The  cost 

§er  cubic  yard  deUvered  in  storage  increased  $0.3849  per  cubic  yard, 
ue  to  increase  in  plant  arbitrary-  of  $0.4435  per  cubic  yard,  owing  to 
overestimation  of  quantities  of  sand^  reauired,  partially  offset  by 
decrease  of  $0.0534  m  cost  of  production,  aue  to  high  cost  of  securing 
sand  bv  excavation  last  year. 

Sand,  was  procured  at  Chame  throughout  the  year  in  increased 
quantities.  There  is  a  decrease  in  cost  delivered  in  storage  of  $0.1259 
per  cubic  yard,  $0.1024  being  due  to  decreased  arbitranes  owing  to 
mcreased  estimate  of  quantities  required,  and  to  decreased  cost  of 
water  transportation,  due  to  increased  output. 

There  is  an  excess  this  year  of  $1.5389  per  cubic  yard  in  the  cost  of 
sand  in  storage  from  Nombre  de  Dios  compared  with  that  from 
Chame.  The  diflFerence  in  ^' Plant  arbitrary  is  $1.1039  per  cubic 
yard,  leavinga  difference  in  operating  cost  of  $0.4350  per  cubic  yard, 
as  follows:  Production  $0.1873,  towing  $0.2117,  and  unloading 
$0.0751;  offset  by  excess  cost  of  transportation  by  rail  of  Chame 
sand  (if  83,629  cubic  yards  produced  at  Nombre  de  Dios,  but  not 
transported  by  rail,  be  consiaered)  of  $0.0391  per  cubic  yard.  The 
operating  cost  for  rail  transportation,  based  on  the  actual  number  of 
cubic  yards  transported,  shows  excess  in  favor  of  Chame  of  $0.0633. 

From  May  15  to  Jime  30,  1912,  the  Atlantic  division  secured  from 
one  of  the  dredges  pumping  hydrauUc  fill  in  Gatim  Dam  40,531  cubic 
yards  of  sand^  at  an  average  cost  of  $1.2850  per  cubic  yard.  Detailed 
cost  appears  m  Table  No.  10. 

'  TABLES   N08.   7  AND   11. — PILING   FOR  FOUNDATIONS. 

The  quantities  and  cost  per  linear  foot  of  concrete  piles  manufac- 
tured for  use  in  the  foimdations  of  the  south  approach  wall  of  Gatun 
Locks  for  the  fiscal  years  1912  and  1911  were: 


Items. 

1912 

1911 

Oiiantitifl^ ....,»- 

linear  feet. . 

73,e05 

31,060 

GAment 

10.0637 
.0645 
.0088 
.0482 
.0438 
.7152 
.0547 
.0026 
.1810 
.0131 

$0.0930 

Stone 

.0646 

Rnnd  .  .... - 

.0172 

If ixixiff 

.0540 

Placins 

.0392 

ReQnforoemeiits 

.7000 

Forms  

.1030 

MAinfATiAnnn  of  nniii'niTiAnt 

.0058 

Plnnt  arbitnirv 

.1700 

Division  exTwnsM -  ■, 

.0158 

Total  cost    

1.2156 

1.2835 

The  manufacture  of  concrete  piles  ceased  in  November,  1911,  up  to 
which  time  104,755  linear  feet  had  been  produced,  at  an  average  cost  of 

$1.2358. 
The  quantity  and  average  division  cost  per  linear  foot  of  concrete 

Eilcs  dnven  in  place  for  foundations  of  south  approach  wall  of  Oatun 
ocks  during  the  fiscal  years  1912  and  1911  were: 
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QoantltieB linear  feet 

Piling  In  place 

Maintananoe  of  equipment 

Division  expense 

Total  diviaioa  cost 


1912 


76,474 


$1.4849 
.0078 
.0105 


l.fi032 


1911 


8,190 


$2.1234 
.0679 
.0207 


2.2120 


This  work  was  comj^leted  in  March,  1912,  when  a  total  of  83,670 
linear  feet  had  been  driven  at  an  average  division  cost  of  $1.5719  per 
linear  foot. 

In  addition  to  the  concrete  piling,  there  were  driven  for  the  founda- 
tions of  the  south  approach  wall,  during  the  fiscal  year  1912,  51,450 
linear  feet  of  wooden  piles,  at  an  average  division  cost  of  $0.6516  per 
linear  foot. 

In  the  Pacific  division  6,580  linear  fejBt  of  wooden  piles  were  driven 
for  the  foundations  of  the  northeast  wing  wall  of  locks  at  Miraflores, 
at  an  average  division  cost  of  $7.6390  per  linear  foot.  This  hi^h  cost 
is  apiiferent  only  as  on  June  30  there  were  57,375  linear  feet  of  piling 
which  had  been  charged  to  the  work,  but  had  not  been  driven. 
Deducting  the  value  of  this  piling  from  the  total  charge,  the  cost  for 
piling  in  place  was  $2.32  per  linear  foot. 


TABLE    NO.   12. — POWEB  PLANTS. 


The  power  plant  at  Gatun  generated  this  year  16,263,510  kilowatt 
hours,  at  an  average  division  cost  of  $0,022  per  kilowatt  hour,  as 
agaiost  12,962,247  Kilowatt  hours  and  a  cost  of  $0.0227  last  year. 
Tne  power  plant  at  Miraflores  generated  this  year  9,522,400  kilowatt 
hours  at  an  average  division  cost  of  $0.0229  per  kilowatt  hour,  as 
against  6,797,714  kilowatt  hours  and  a  cost  oi  $0.0274  per  kilowatt 
hour  last  year.  Included  in  the  average  cost  are  arbitranes  sufficient 
to  absorb  the  total  cost  of  these  plants  during  the^  construction  of  the 
canal.  During  the  fiscal  year  1912,  these  arbitraries  were  $0.0103  and 
$0.01  per  kilowatt  hour  for  Qatun  and  Miraflores  plants,  respec- 
tively. The  above  figures  represent  the  generating  cost  only,  and  do 
not  mclude  expenses  of  pile  lines,  or  other  installation  outside  of  the 
power  houses. 

TABLE  NO.   13. — ^LIOHTINO  AND  BUOTINO  CANAL. 

During  the  fiscal  year,  809.85  acres  were  cleared,  at  an  average 
division  cost  of  $22.7098  per  acre.  The  masonry  construction  in  the 
following  pairs  of  range  hghts  was  completed,  and  the  quantities  of 
concrete  laid  and  the  average  division  costs  were: 


Itema. 


Foundations 

Strurtores 

Handling  matarlal 

Division  expense 

Total  dIviaioD  ooat 


Padfle  division. 
No.  9-n. 


Qnan- 

tities. 


Cu.9di. 

194.00 

62.57 

26ft.  67 

25ft.  57 


2Sft.57 


Unit  ooat. 


$31.3003 

5a  1539 

3.6691 

4.7Q24 


43.3753 


Paciflo  division. 
No.  13-14. 


Qnan- 
titiea. 


Cu,fdM. 

99.30 

79.52 

178.82 

178.52 


178.52 


Unit  ooat. 


$3a2182 

2L5451 

12.1365 

5.3734 


44.7723 


Atlantic  division, 
Na5-6. 


Qnan- 
titiee. 


Cu.fd». 

38.90 

90.42 

135.32 

135.32 


135.33 


Unit  ooat 


81&80e9 

31.2318 

7.6423 

5.4120 


43.8179 


Lake,  Na  24-25. 


Qnan- 
titiea. 


Cu.fd*. 
19.90 
62.57 
82.47 
82.47 


83.47 


Unit  ooat. 


816.2317 

28.3480 

15.4623 

7.0136 


51.2641 


61012'— 12- 


-20 
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One  tower  each  of  ranges  1-2  and  21-22 y  in  the  lake  region,  were 
conapleted;  the  quantities  of  concrete  and  average  division  costs  per 
cubic  yard  were: 


Itenu. 

• 

Lake,  No.  1. 

Lake,  No.  21. 

Quantities. 

Unit  cost. 

Quantities. 

Unit  cost. 

fTotm^f^tlOP". , . .   ...   . 

Cvbicyardt. 

87.30 

22.05 

109.35 

100.35 

$28.8518 

41.0504 

4.6037 

4.6020 

CuMc  yard*. 
10.48 
10.92 
21.40 
21.40 

114.4095 

Structures 

54.4908 

Handlfng  mnteHAl . 

24.6061 

DlTifiion^xpenfle 

9.630S 

Total  division  cost 

109.36 

45.3500 

21.40 

70.8850 

Tower  No.  2,  of  range  1-2,  Pacific  division,  was  also  completed 
during  the  year,  but,  as  the  accoimts  include  charges  pertaining  to 
foundations  of  tower  No.  1  of  this  range,  the  total  cost  is  not  shown 
in  the  above  table.  In  the  structiu'e  of  this  tower,  22.05  cubic  yards 
of  concrete  were  used,  at  an  averse  division  cost  of  $25.9896  per 
cubic  yard.  . 

The  high  cost  of  the  item  '* Handling  material"  is  due  to  the  inac- 
cessibility of  the  locations  on  which  these  structures  are  being  erected, 
necessitating  the  carrying  of  all  material  by  hand,  in  some  mstances 
even  the  water  for  mixing  the  concrete  having  been  carried  in  buckets. 
The  cost  at  tower  No.  21,  Lake,  is  further  increased  by  numerous 
breakdowns  of  launch  used  in  carrying  material,  etc. 

The  high  cost  per  cubic  yard  under  ''Structures"  is  partially  due 
to  expense  of  adjusting  the  steel  forms  when  used  for  tne  first  time. 
The  average  cost  for  the  remaining  towers  should,  therefore,  show  a 
substantial  decrease  as  compared  with  these  figures. 

Table  No.  13  shows  in  detail  other  items  of  expenditures  for  buoy- 
ing and  lighting  the  canal,  no  comments  thereon  being  necessary. 

TABLE   NO.   14. — ^HTDBATTUC  ULLINO  IN  CTTT  OF  COLON. 

During  the  fiscal  year  1912, 129,939  cubic  vards  of  material,  borrow- 
pit  measurement,  were  deposited  in  this  fill,  at  an  average  division 
cost  of  $0.3533  per  cubic  yard,  exclusive  of  charge  for  plant ;  as  against 
698,644  cwbic  yards  last  year  at  an  average  division  cost  of  $0.2108 
per  cubic  yard,  a  total  for  the  project  of  828,583  cubic  yards,  borrow- 
pit  measurement,  at  a  division  cost,  exclusive  of  charge  for  plant,  of 
$0.2119  per  cubic  yard.  Owing  to  waste  and  consolidation,  the  fill 
actually  m  place  amounts  to  585,527  cubic  yards,  a  loss  of  243,056 
cubic  yards,  or  29.33  per  cent,  making  an  average  division  cost, 
exclusive  of  charge  for  plant,  for  fill  in  place  of  $0.2999  per  cubic 
yard.     The  dredge  placing  this  fill  ceased  operation  in  August,  1911. 

TABLE  NO.   15. — mSTALLATION  LOCKS  AND  BPILLWATS  OPERATmO  liACHINEBT. 

No  cost  data  is  as  yet  available  for  the  installation  of  machines,  as 
none  were  completely  installed  on  June  30.  During  the  fiscal  year 
1912,  6,162  lineal  feet  of  rack  tracks  for  towing  locomotives  were 
installed  at  Gatun  Locks,  at  an  average  division  cost  of  $2.0456  per 
lineal  foot,  and  4,438  lineal  feet  at  Pedro  Miguel  Locks,  at  an  average 
division  cost  of  $1.3158  per  lineal  foot,  exclusive  of  the  contract  co«t 
of  the  material. 
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In  preparing  foundations  for  the  various  operating  machines, 
2,052.9  cubic  yards  of  concrete  were  used  at  Gatun  Locks,  at  an  aver- 
age division  cost  of  $13.3319  per  cubic  yard;  and  296  cubic  yards  at 
Pedro  Miguel  Locks,  at  an  average  division  cost  of  $34.7781  per  cubic 
yard.  Included  in  the  latter  cost  is  the  initial  expense  for  the  forms, 
which  will  be  used  throughout  the  period  of  installation,  and  amounts 
to  $22.8818  per  cubic  yard  on  the  quantity  laid  to  June  30,  1912. 

EXHIBIT   C. — ^PERFORMANCE   SHEETS. 
TABLES  N08.   1  AND  7. — ROCK  CRUSHERS. 

A  comparison  of  the  performance  of  the  rock-crushing  plants  for 
the  fiscal  years  1912  and  1911  is  given  in  the  following  table: 


Hours  in  service 

Hours  at  work 

Number  cubic  yards  of  stone  produced 

Average  numbor  cubic  yards  per  hour  in  service 
Average  number  cubic  yards  per  hour  at  work 
Per  cent  of  working  time  to  hours  in  service. . . 


Porto  Bello. 


1912 


12,024.00 
1,006.83 

440,413.00 
217.60 
436.56 

4v.  o% 


1911 


3,412.00 

2,279.24 

864,033.00 

253.23 

348.51 

72.66 


Anoon. 


1912 


3,315.00 

2,383.78 

837,908.00 

252.76 

351.50 

71.91 


1911 


3,039.00 

2,254.96 

855,824.00 

281.61 

379.53 

74.20 


1  To  Apr.  30, 1912. 
TABLES  NOS.  2,   3,   AND  8. — UNLOADING  PLANTS. 

The  cableways  and  derricks  in  the  Atlantic  division  unload  sand 
and  stone  from  barges.  The  electric  cranes  in  the  Pacific  division 
handle  only  sand.  A  comparative  statement  of  the  work  done  by  each 
plant  during  the  fiscal  years  1912  and  1911  follows: 


Atlantic  division. 

Pacific  (] 
electric 

Uvision, 

Cableway  strands. 

Derricks. 

cranes. 

1912 

1911 

1912 

1911 

1012 

1011 

Average  number  operated 

Total  unit  hours  in  service 

Total  unit  hours  at  work 

Cubic  yards  material  handled. 

Average  number  of  cubic  yards 
material  handled  per  nour 
In  service 

4  30 

11,398!  10 

6,575.41 

346,767.00 

80.42 

62.74 
57.60 

5.00 

35,117.00 

17,350.76 

742,406.00 

21.14 

42.77 
40.43 

13.88 

7,545.55 

3,868.70 

192,916.00 

26.57 

49.87 
51.27 

8.03 

22,960.00 

11,274.75 

461,271.00 

20.06 

40.01 
40.06 

2.00 

4.872.00 

8,400.50 

564,837.00 

115.04 

161.41 
71.83 

2.00 

4,857.43 

8,428.86 

404,841.00 

101.87 

Average  number  of  cubic  yards 
material  handled  per  hour 
at  work 

144.32 

Per  cent  of  working  time  to 
hours  in  service 

70.50 

>  To  Hay  10, 1012. 


The  percentage  of  time  at  work  to  hours  in  service  shows  an 
increase  for  all  plants  over  last  year.  In  the  Atlantic  division  it  is 
wholly  due  to  reduction  of  workmg  time  from  24  and  16  hours^  with 
three  and  two  shifts,  to  8  hours  per  day  with  one  shift.  In  the 
Pacific  division  the  increase  is  due  to  increased  quantity  handled 
during  the  same  service  time. 
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TABLES  N08.   4  AND  6. — MIXING  PLANTS. 


A  comparison  of  the  work  done  by  the  mixing  plants  in  the  Atlantic 
and  Pacific  divisions  during  the  fiscal  years  1912  and  1911,  follows: 

ATLANTIC  DIVISION. — TABLES  N08.   4  AND  5. 


Average  number  mixers  in  use 

Total  nours  in  service 

Total  hours  at  work 

Cubic  yards  concrete  mixed 

Average  number  cubic  yards  of  concrete  mixed  per  hour 

in  service 

Average  number  cubic  y  vds  of  concrete  mixed  i>er  hour 

at  work 

Per  cent  of  working  time  to  hours  in  service 


Construction  plant. 


1912 


4.30 

13,463.06 

6,794.30 

343,364.00 

26.62 

60.26 
43.07 


1911 


6.08 

22,604.68 

13,330.26 

602,861.00 

26.66 

45.22 

68.74 


Auxiliary  plant. 


1912 


U.89 

3,628.48 

1,176.19 

80,644.00 

22.20 

68.54 
32.39 


1911 


2.00 

6,673.60 

3.312.67 

226,476.00 

40.63 

68.37 
60.43 


1  To  Mar.  12, 1912,  when  plant  was  dismantled. 


PACIFIC  DIVISION. — TABLES   NOS.   9,    11,    AND   12. 


Pedro  Miguel  Locks. 

Miraflores  Locks. 

Auxiliary 
plant,  1912. 

Berm 
cranes,  1911. 

Berm  cranes. 

• 

Auxiliary 

mixers, 

1912. 

1912 

1911 

Average  number  mixers  in  use 

2.14 

6,844.60 

3,391.67 

122,497.00 

20.96 

36.12 
68.03 

3.08 

7,670.03 

6,394.19 

379,190.00 

60.09 

70.30 
n.26 

6.66 

19.287.99 

10,763.86 

409,651.00 

21.24 

38.06 
66.80 

3.59 

2,666.00 

1,662.79 

67,774.00 

26.63 

41.09 
62.26 

2.00 

Total  Hours  in  service 

6,201.00 

Total  hours  at  work 

3,820.85 
253,460.00 

Cubic  yards  concrete  mixed 

Average  number  of  cubic  yards  concrete 
mixed  per  hour  in  service 

40.29 

Average  number  of  cubic  yards  concrete 
mixed  per  hour  at  work 

66.33 

Per  cent  of  working  time  to  hours  in  service. 

60.74 

At  Miraflores  the  berm  cranes  not  only  handle  the  concrete  material 
to  the  mixers  installed  on  them,  as  they  did  at  Pedro  Mimiel,  but  also 
place  the  niixed  concrete  in  the  forms,  and  handle  to  the  lock  walls 
such  material  as  forms,  steel,  etc.,  which  accounts  for  the  reduction 
in  quantity  mixed  per  hour 
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TABLES  N08.  6,   10,   11,   AND  13. — PLACING  PLANTS. 

A  comparative  statement  of  work  done  by  the  placing  plants  in  the 
Atlantic  and  Pacific  divisions  during  the  years  1912  and  1911,  follows: 


Fadflo  division. 

Atlantic  division,  cable- 
way  strands. 

Pedro  Miguel,  chamber 
cranes. 

Htrafloves. 

Chamber 
cranes. 

Berm 
cranes. 

1913 

1011 

1912 

1911 

1912 

1912 

Average  number  operated 

Total  number  hours  in  service. 
Total  number  hours  handling 

concrete  and  large  rock 

Total  number  hours  handling 

steel,  forms,  etc 

8.00 
25,404.60 

9,840.53 

4,514.33 

300,534.00 

31.46 
56.51 

8.00 
29,616.96 

19,003.03 

2,606.96 

616,661.00 

82.45 
72.96 

»1.72 
2,943.74 

669.68 

1,148.28 

28,450.00 

42.48 
61.76 

3.45 
9,238.12 

6,230.02 

2.48 
7,486.96 

4,143.23 

674.17 

241,862.00 

58.38 
64.34 

8.58 
10,502.00 

5,827.31 

683.86 

Cubic  yards  concrete  and  other 
material  handled. 

401,726.00 

64.71 
67.44 

409,651.00 
70.30 

Average    number    of   cubic 
yards  of  ooncrate  and  larse 
rock  handled  per  hour  m 
that  work , . . . 

Per  cent  of  working  time  to 
hours  in  service 

62.00 

>  To  Jan.  20, 1912,  when  dismantling  of  last  crane  commenced. 

EXHIBrr  D — COMPARATIVE  STATEMENT  OF  ADMINISTRATIVE  AND  GEN- 
ERAL EXPENSES. 

Administrative  and  general  expenses  amounted  to: 

During  fiscal  year  1912 $2,373,433.06 

4         During  fiscal  year  1911 2, 537, 405. 89 


K  decrease  of. 


163, 972. 83 


Included  in  both  ^ears  were  the  expenses  for  the  inspection  of  lock 
gates,  locks  operating  machinery,  emergency  dams,  and  spillway 
gates  and  macninery,  which  amounted  to  $146,275.38  in  1912  and 
$43,249.96  in  1911.  These  expenses  are  located  to  certain  units  of 
construction  and  are  not  ''general  expenses"  in  the  meaning  of  that 
term,  so  it  is  intended  to  transfer  them  to  direct  division  cost  in  the 
accounts  for  the  year  1913.  In  the  year  1911  hotel  equipment, 
$21,330.53,  and  hotel  incidental  expenses,  $22,559.18,  were  included  in 
'  'jgeneral  expenses, "  but  are  carried  as  *  'general  items  "  in  1912,  to  be 
onset  by  the  profits  of  the  operations  of  hotels  and  messes.  If  these 
items  be  elinunated,  the  administrative  and  general  expenses  were — 

For  1912 $2,227,157.68 

For  1911 2,450,266.22 

a  decrease  of  $223,108.54.  or  9.01  per  cent,  compared  with  1911. 
This  decrease  appears  under  the  following  heads:  General  adminis- 
trative expenses,  $34,890.21,  due  to  reduction  of  force  and  consoUda- 
tion  of  third  division ,  chief  engineer's  office,  with  second  division,  chief 
engineer's  office;  examiner  of  accoimts  and  disbursing  officer  on 
Isthmus,  $15,025.72,  due  to  reduction  of  force;  passenger  transpor- 
tation on  Isthmus,  $13,950.48,  due  to  decrease  of  $8,000  inpayments 
to  Panama  Railroad  for  this  service  and  to  collection  from  Canal  Zone 
Qovemment  for  transportation  by  rail  of  children  to  and  from  school ; 
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telegraph  and  telephones,  $7,437.63,  due  to  decrease  in  monthly  pay- 
ment to  Panama  Railroad  Co.  for  telephone  service;  operation  of 
stores,  $34,280.93,  due  to  collection  from  Panama  Railroad  Co.  for 
its  proportion  of  this  service,  the  consoUdation  of  the  commission's 
I  and  Panama  Railroad's  storehouses  having  resulted  in  no  extra  ex-< 
,pense  to  the  quartermaster's  department,  and  to  reduction  of  force 
at  Empire  and  Gatun  storehouses;  recruiting  and  repatriating, 
$5,453.43,  due  to  fewer  laborers  and  other  employees  brought  to  the 
Isthmus:  quarters,  $64,859.20,  due  to  abandonment  of  settlements  at 
Tabernilla  and  San  Pablo  in  January,  1912,  to  continued  reduction  of 
janitor  and  supervisory  forces,  and  in  issue  of  new  furniture;  construc- 
tion of  buildings,  department  of^  construction  and  engineering, 
$5,644.98 — there  were  no  laige  buildings  constructed  this  year;  opera- 
tions docks  and  wharves.  Isthmian  Canal  Commission,  $62,867.83. 
l^his  accoimt  represents  the  cost  of  operating  the  wharves  at  Mount 
Hope,  used  orincipally  to  unload  material  for  the  commission,  and  the 
decrease  is  clue  to  the  decreased  receipts  at  that  point  of  lumber  and 
other  material. 

The  items  of  increase  are:  '' General  expenses  on  Isthmus," 
$6,049.68,  due  to « construction  of  one  motor  car  and  alterations  to 
another,  and  ''General  expenses  in  the  United  States,"  $8,358.55. 
principally  due  to  expenses  of  Commissioner  Emory  R.  Johnson,  ana 
to  heavy  expenses  for  telegraph  and  cable. 

EXHIBrr    E. — SALARY    DISBURSEMENTS    BY    DEPARTMENTS    AND    DIVI- 
SIONS. 

• 

The  Congress  appropriates  separately  for  "Pay  of  officers  and  em- 

J Joyces"  and  for  ''Skilled  and  unskilled  labor."  Disbursements 
rom  these  appropriations  by  the  department  of  construction  and 
engineering  for  the  year  1912  totaled  $17,673,385.61,  against  $17,821,- 
150.89  last  year.  During  1912,  20.55  f)er  cent  of  the  amount  dis- 
biirsed  was  from  appropriations  for  ''Officers  and  emplovees,"  and 
79.45  per  cent  from  appropriations  for  "Skilled  and  unsldlled  labor," 
the  proportions  for  1911  naving  been  21.32  per  cent  and  78.68  per 
cent,  respectively. 

From  the  appropriation  "Pav  of  officers  and  employees"  are  paid 
the  salaries  oi  the  clerical  and  supervisory  forces,  so  that  the  di^ 
bursements,  therefore,  are  in  the  nature  of  a  surcharge  to  the  pro- 
ductive salary  expenditures,  represented  by  the  disbursements  from 
the  appropriation  for  "Skilled  and  unskiQed  labor."  In  1912  the 
disbursements  from  appropriation  "Officers  and  employees"  equaled 
a  surcharge  of  25.86  per  cent  on  the  disbursements  from  appropria- 
tion "SkiDed  and  imskilled  labor";  in  1911  of  27.09  per  cent — thus 
indicating  a  saving  in  supervisory  and  clerical  forces  of  $172,720.92, 
as  compared  with  last  year. 

The  ratio  of  disbursements  by  the  construction  divisions  from  the 
appropriation  "Officers  and  employees"  to  their  total  disbursements 
during  the  fiscal  years  1912  and  1911  was: 


1912 

1011 

Atlantic  division 

Percent. 
20.60 
14.81 
15.02 

Per  cent. 
20.67 

Central  division 

15.11 

Pacific  division 

18.67 
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The  disbursements  for  supervisory  and  clerical  forces  in  the  three 
construction  divisions  amounted  to  a  surcharge  on  productive  labor 
in  1912  and  1911  of: 


1912 

1911 

Atlantic  dlvMon 

Percent, 
as.  09 
17.39 
18. 9f 

Percent, 
26.05 

Central  dlvialon 

17.80 

Padflo diviaJon ...  ...         .    . 

22.95 

so  that,  had  the  percentage  of  payment  for  supervisory  force  been 
the  same  in  the  Pacific  as  in  the  Atlantic  division,  its  total  salary 
disbursements  would  have  been  increased  by  $228,000,  and  had  the 
percentage  of  payment  for  supervisory  forces  been  the  same  in  the 
Atlantic  as  in  tne  Pacific  division  its  total  salary  disbursements 
would  have  been  decreased  by  $246,000. 

EXHIBrr  F. — CONSTRUCnON   OP  PANAMA   RAILROAD   CO.  DOCK   AT 

BALBOA. 

This  statement  shows  the  total  cost  of  this  project,  which  is  com- 
pleted, except  for  the  dredging  in  front  of  the  dock.  To  June  30, 
1912,  1,005,983  cubic  yards  liau  been  dredged,  at  an  average  cost  of 
$0.1309.  In  constructing  the  foundations  22,666  cubic  yards  of 
material  were  excavated,  at  an  average  cost  of  $3.1071  per  cubic 
yard;  2,672.42  lineal  feet  of  concrete  caisson  were  sunk,  the  cost  in 
place,  excluding  excavation,  being  $33.9578  per  lineal  foot,  and  includ- 
ing excavation.  $60.3106;  6,341  cubic  yards  of  concrete  were  used  in 
making  and  filling  these  caissons,  at  an  average  cost  of  $14.3116  per 
cubic  yard;  38,830  square  feet  of  concrete  flooring  were  laid,  at  an 
average  cost  of  $1.0961  per  square  foot,  for  which  2,353  cubic  yards 
of  concrete,  costing  an  average  of  $18.0883  per  cubic  yard,  were  used. 
Exclusive  of  the  cost  of  dredging  the  total  cost  of  this  dock  was 
$5.6671  per  square  foot  of  dock  space. 

Appended  hereto  are  the  exhibits  referred  to  in  this  report. 

Respectfully  submitted. 

Ad.  Faure, 
Cost- Keeping  Accountant. 

Col.  George  W.  Goethals,  United  States  Army, 
Chairman  and  Chief  Engineer, 

Isthmian  Canal  Commission^  Culehra,  Canal  Zone. 
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INDEX. 

Pase. 
Exhibit  A. — Statements  of  conBtruction  expenditures  to  June  30, 1912: 

Table  1.— Atlantic  division 313 

Table  2,— Central  division 318 

Table  3.— Pacific  division 319 

Lights  and  buoys 324 
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Exhibit  B. — Detail  cost  per  unit  of  work  by  months,  fiscal  year  1912: 
Table  1. — Dry  excavation — 

Atlantic  division —  i**8«- 

Prism 325 

Gatim  spillway-^Preparing  foundations 325 

Gatun  locks — ^Preparing  foundations 326 

Permanent  power  house— Oatun 326 

Central  division — 

Prism 327 

Pacific  division — 

Prism 328 

Pedro  Miguel  locka— 

Excavation 328 

Preparing  foundations 328 

Pedro  Miguel  Dam — Excavation 329 

Miraflores  locks — 

Excavation 329 

Preparing  foundations 330 

Table  2. — Dredging  excavation — 

Atlfatic  division — 

Prism .* 330 

Gatun  locks 330 

Pacific  division — 

Prism 330 

Table  3. — ^Hydraulic  excavation — 

Atlantic  division — 

Prism 331 

Pacific  division — 

Prism 331 

Table  4. — ^Masonrv — 

Atlantic  division — 

Gatun  spillway 332 

Gatun  locks 333 

Pacific  division — 

Pedro  Miguel  locks 334 

Miraflores  locks 335 

Table  5.— Dry  filling- 
Atlantic  division — 

Gatun  Dam 337 

€ratun  spillway — 

Backfill 337 

Gatun  locks — 

Aroimd  south  approach  wall 338 

Back  fill 338 

Filling  center  wall 338 

Pacific  division — 

Pedro  Miguel  Dam 339 

Pedro  Miguel  locks — 

Backfill 339 

Filling  center  wall 340 

Miraflores  locks — 

Backfill 340 

Fillingcenter  wall 340 

Miraflores  Dam 341 

Table  6. — Hydraulic  filling — 

Atlantic  division — 

Gatim  Dam 342 

Gatun  Locks — 

Around  south  approach  wall 342 

Table  7.— Piles  for  foundations — 

Atlantic  division — 
Gatun  Locks — 

Concrete  piles 843 

Wooden  piles 343 

Pacific  division — 
Miraflores  Locks — 

Wooden  piles 343 
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Exhibit  B. — Detail  coet  per  unit  of  work  by  months,  fiscal  year  1912 — Gontd. 
Table  8. — Breakwaters — 

Atlantic  division —  Pag«- 

Colon  breakwater 344 

Table  9. — Stone  production —  , 

Atlantic  division — 

Porto  Bello  quany 346 

Pacific  division — 

Ancon  quarry 347 

Table  10. — Sand  production — 

Atlantic  division — 

Nombre  de  Dies 349 

Gatun 360 

Pacific  division — 

Cbame 36 1 

Table  11. — Concrete  pile  manufacture — 

Atlantic  division 362 

Table  12. — Operation  power  plants 363 

Table  13. — ^Lightinff  and  buoying  canal 364 

Table  14.— Hydraulic  filling  in  city  of  Colon 367 

Table  16. — Installation  locu  and  spillways  machinery 367 

EzHiarr  C. — Performance  of  rock-crusning  plants  and  of  concrete  producing 
and  handlin|:  plants,  fiscal  year  1912: 
Atlantic  division — 

Table  l.—Porto  Bello  quarry 360 

Table  2. — Unloading  cableways— Gatun 361 

Table  3.— Unloading  derricks—Gatun 362 

Table  4. — Construction-plant  mixers — Gatun 363 

Table  6. — ^Auxiliary-plant  mixers — Gatun 364 

Table  6. — Locks,  cableway,  towers — Gatun 366 

Iteific  division — 

Table  7. — ^Ancon  quarry 366 

Table  8. — Sand-unloading  cranes— Balboa 367 

Table  9. — ^Auxiliary-plant  mixers—Pedro  Miguel  Locks 368 

Table  10. — Chamber  cranes— Pedro  Miguel  Locks 369 

Table  11. — ^Berm  cranes— Miraflores  Locks 370 

Table  12.— Auxiliary-plant  mixers— Miraflores  Locks 371 

Table  13. — Chamber  cranes — Miraflores  Locks 372 

ExBiBFT  D.— Comparative  statement  of  administrative  and  general  expenses. .      373 
ExHiBrr  £. — Statement  of  salary  disbursements  by  departments  and  divisions, 

and  by  appropriations 374 

ExHiBrr  F. — Expenditures  for  construction  of  Panama  Railroad  lumber  docks, 
at  Balboa 374 

ExHinrr  A. — Statement  of  Construction  ExPENorruBES  to  June  30,  1912. 

Table  I. —Statement  of  constmetion  expenditures  to  June  30 y  1912. 

ATLANTIC  DIVISION. 


Quantities. 

Total   dlvWon   ex- 
penses,  Including 
arbitraries     for 
plant. 

Administrative  and 
general  expenses. 

Total  cost 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Diy  excavatkm— Prism: 
May  4, 1904,  to  June 
30,1909 

CMcfdi. 

1,162,106 
324,710 
280,306 
424,872 

1873,330.97 
201,910.30 
168,440.00 
263,886.46 

10.6844 
.0218 
.0010 
.6063 

$102, 017. 20 
24,986.66 
13,946.79 
17,206.97 

00.0880 

.ono 

.0497 
.0400 

0776,348.23 
220,901.91 
182,387.39 
270,162.42 

10.6730 

Fiaaa  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.  oOBo 

.0507 
.6358 

Total  to  June  30, 
1912 

2,181,096 

1,390,674.38 

.6042 

168.216.57 

.0725 

1.454, 780. 06 

.0667 

-    -■ 

314 
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Exhibit  A. — Statement  of  Gonstruotion  Expenditures  to  June  30, 1912 — Con. 

Table  1. — Statement  of  construction  expenditures  to  June  30 ,  1912 — Continued. 

ATLANTIC  DIVISION-Contlnued. 


Quantities. 

Total   division   ex- 
penses, including 
arbltrarlos   for 
plant. 

Administrative  and 
general  expenses. 

Total  cost 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Hydraulio  excavation— 
Fiism: 

Fiscal  year  1911 

Fiscal  year  1912 

CvMc  fidi. 

28,605 

1,000 

•7,721.28 
2,507.59 

10.2000 
2.5976 

11,148.49 
206.96 

SO.  0400 
.2000 

18,864.77 
2,806.55 

10.3099 
2.8066 

Total  to  June  80, 
1912 

20,606 

10,318.87 

.3485 

1,852.45 

.0457 

11,071.83 

.3943 

Dredging    excavation- 
Prism; 
May  4. 1904,  to  June 
80, 1909 

13,188,123 
4,955,660 
5,828,345 
4,870,827 

2,654,951.70 
1,169,667.60 
1,291,267.03 
1,208,226.15 

.2013 
.2360 
.2215 
.2481 

273,426.93 
131,370.17 
126,902.35 
100,928.48 

.0207 
.0265 
.0218 
.0207 

2,928,877.63 
1,301,087.77 
1,418,169.38 
1,309,154.63 

.2220 

Fiscal  year  1910 

Fbcal  year  1911 

Fiscal  year  1912 

.2625 
.2433 
.2686 

Total  to  Jnrn  30, 
1912 

28,842,055 

6,324,102.48 

.2193 

632,026.93 

.0219 

6,960,729.41 

.2412 

Plant: 

Amount  to  be  ab- 
sorbed after  June 
80,1012 

886,121.97 

886,121.07 

Total 

6,710,224.45 

632,626.93 

7,842,861.38 

OATUN  flPILLWAT. 

■ 

Diy  excavation: 

May  4, 1904,  to  June 
30,1909 

1,296,332 
122,487 
125,383 

778,514.20 

117,945.47 

51,014.89 

.6006 
.9629 
.4069 

127,356.88 

15, 46a  81 

6,890.34 

.0962 
.1262 
.0470 

906,860.68 

138,405.78 

66,905.23 

.6068 

Fiscal  year  1910 

Fiscal  year  1911 

1.0891 
.4530 

Total  to  June  80, 
1912 

1,544,202 

947,474.56 

.6136 

148,706.03 

.0963 

1,096,180.60 

.709 

Preparing  foundations: 

FisMlyBarmo 

Fiscal  year  1911...... 

Fiscal  year  1912 

4.723 

32,245 

7,123 

18,632.78 
48,621.10 
18,804.83 

3.9451 
1.5048 
2.6400 

2,732.07 
5,893.94 
1,882.79 

.6785 
.1828 
.2643 

21,364.85 
54,415.04 
20,687.62 

4.5236 
1.6876 
2.9043 

Total  to  June  30, 
1912 

44,091 

86,058.71 

1.0496 

10,606.80 

.2383 

96,407.61 

2.1879 

Masonry: 

Coocreto,  plain- 
May  i,  1904,  to 
June  30, 1909... 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

80,464 
53,632 
50,651 
58,048 

223,203.73 
461,338.27 
399,925.98 
407,106.10 

7.3268 
8.6010 
6.7044 
7.0133 

20,665.26 
27,380.14 
16,875.75 
23,825.85 

.6761 
.5105 
.2829 
.4105 

243,768.09 
488,718.41 
416,801.73 
430,933.05 

8.0019 
9.1124 
6.9673 
7.4238 

Total  to  June 
80,1012 

201,796 

1,491,576.08 

7.3915 

88,647.00 

.4393 

1,580,223.06 

7.8306 

Concrete,reenfofoed— 
Fiscal  year  1912 
(total) 

618 

0,370.80 

15.1631 

704.30 

1.1396 

10,076.10 

10.3027 

Total  masonry. 

202,413 

1,500,946.88 

7.4153 

80,851.30 

.4414 

1,500,206.18 

7.8507 

Ironwork: 

Fiscal  year  1910 

346.26 
16,869.54 
80,153.39 

41.60 

2,573.79 

14,133.29 

387.86 
19,443.33 
04,286.68 

Fiscal  year  1911 

Fiscal  year  1912 

Total  to  June  30, 
1912 

97,360.19 

16,748.68 

114,117.87 

Gates,  fiscal  year  1912 
(total) 

29,961.71 

29,981.71 

BSPOBt  Of  OOST-SBBPIKa  ACOOtriirTAKT. 
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Exhibit  A. — Statbmbnt  of  CoNSTRUcnoN  Expbnditubbs  to  Junb  30, 1912 — Con. 
Tablb  1. — Staiement  of  ccyMtruction  expendUvres  to  June  SOy  1912 — Continued. 

ATLANTIC  DIViaiON-Contliiued. 


Quantities. 

Total   division  ex- 
penses,  including 
arbltrariea   for. 
plant. 

Administrative  and 
general  expenses. 

Total  cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

OATUN  SPILLWAY— con. 

Backfilling: 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

Cvbie  ydt, 

1,781 

12,873 

10,062 

$1,006.60 
0,220.54 
3,921.88 

10.5647 
.4832 
.3898 

$93.66 
773.46 
441.07 

$0.0826 
.0001 
.0438 

$1,099.24 
6,993.99 
4,362.95 

$0.6172 
.6433 
.4336 

Total  to  June  30, 
1912 

24,716 

11,148.11 

.4510 

1,308.07 

.0629 

12,456.18 

.5039 

Total  Gatun  BpfUway. . . . 

2,672,879.16 

266,622.88 

2,939,502.04 

OATUN  DAM. 

Dredging  excavation: 
May  4, 1904,  to  June 
30,1909 

38,425 

18,322.71 

.4769 

1,718.48 

.0447 

20,041.19 

.5316 

Dry  filling: 

May  4, 1904,  to  June 
30,1909 

2,244,622 
2,555,197 
2,663,908 
2,608,073 

927,319.57 

757,828.15 

1,011,978.51 

1,349,360.15 

.4131 
.2966 
.3813 
.5174 

181,339.46 
87,078.24 
75,967.00 
93,611.62 

.0808 
.0340 
.0286 
.0359 

1,108,650.03 

844,906.39 

1,067,946.61 

1,442,871.77 

.4939 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.3306 
.4099 
.5533 

Total  to  June  30, 
1912 

10,061,800 

4,046,486.38 

.4022 

437,896.32 

.0435 

4,484,382.70 

.4457 

Hydraulic  filling: 

May  4, 1904,  to  June 
30,1909 

720,047 
2,933,175 
4,256,393 
2,604,632 

162,663.19 

786,641.96 

974,230.44 

1,001,405.34 

.2258 
.2682 
.2289 
.3844 

34,640.86 
69,910.57 
77,572.23 
62,407.82 

.0479 
.0204 
.0182 
.0201 

197,094.04 

846,652.63 

1,051,802.67 

1,053,813.16 

.2737 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.2886 
.2471 
.4046 

Total  to  June  30, 
1912 

10,514,247 

2,924,890.93 

.2782 

224,431.47 

.0213 

3,149,262.40 

.2996 

Paying: 

Fiscal  year  1910 

Fiscal  year  1911 

22,087 
18,374 

6,372.92 
7,111.63 

.2892 
.3871 

415.68 
819.66 

.0189 
.0446 

6,788.50 
7,931.19 

.3061 
.4317 

Total  to  June  30, 
1912 

40,411 

13,484.65 

.3337 

1,235.14 

.0305 

14,719.69 

.3642 

Total  Oatun  Dam 

7,003,124.57 

665,281.41 

7,668,405.06 

Total  Oatun  Dam  and 
Spillway 

9,676,003.73 
1 116,640.84 

931,904.29 

10,607,906.02 
1 116,640.84 

Plant— Overcharge  to  be 
adjusted  in  year  of  1913. 

Total 

9,560,462.80 

931,904.29 

10,492,367.18 

OATUK  LOCKS. 

Dry  excavation: 

May  4, 1904,  to  June 
30,1909 

3,240,218 
839,302 
475,876 

1,729,279.36 
687,602.40 
338,332.43 
1  S,SS7.87 

.6337 
.8103 
.7110 

217,726.78 
73,991.47 
37,019.16 

.0672 
.0681 
.0778 

1,947,006.13 
761,593.87 
375,351.58 
18,887.87 

.6009 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.9074 
.7888 

Total  to  June  30, 
1912 

4,666,306 

2.761,876.81 

.6041 

328,737.40 

.0722 

3,080,613.71 

.0763 

Dredging  excavation: 
Mav  4^904,  to  June 

488,633 

79,978.66 

2,999.32 

276,568.07 

.1637 
.3i29 

9,427.61 

806.94 

11,676.12 

.0103 

".oisi" 

89,406.16 

3,306.20 

288,144.19 

.1830 

Fiscal  year  iiii...'.*** 

Fiscal  year  1912 

883,918 

.3260 

Total  to  June  30, 
1912 

1,372,451 

359,646.04 

1 

.2620 

21,300.57 

.0165 

380,856.61 

.2776 

iDenotee  credit. 
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Exhibit  A. — Statbmbnt  of  Construction  Expbndititbsb  to  June  30, 1912 — Con. 
Table  1. — Statement  of  construction  expenditures  to  June  SO,  1912 — Continued. 


ATLANTIC  DIVISION-Contlnued. 


Quantities. 

Total   division    ex- 
penses,  including 
arbitrarles    for 
plant. 

Administrative  and 

Total  cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

OATUN  LOCKS-HM>ntd. 

Fxeporing  fonndatloiis: 
Excavation— 

Fiscal  yoar  mo.. 
Fiscal  year  1011.. 
Fiscal  year  1012.. 

CiMcfdt. 

83,843 

152,582 

8,888 

> 

185,100.77 

237,008.48 

26,307.20 

S2.5148 
1.5540 
2.0508 

$13,302.73 

27,640.02 

2,207.51 

so.  3057 
.1811 
.2484 

$08,502.50 

264,730.40 

28,514.71 

$2.0106 
1.7351 
3.2062 

Total  to  June 
80,1012 

105,313 

348,515.45 

1.7844 

43,241.16 

.2214 

301,756.61 

2.0058 

Fillinff- 

Fiscal  year  1010.. 

17,883 
22,234 

10,607.43 
4,230.70 

.5032 
.1007 

10,607.43 
4,610.30 

.5032 

Fiscal  year  1011.. 

370.51 

.0171 

.2078 

Total  to  Jane 
30,1012 

40,117 

14,847.22 

.3701 

370.51 

.0005 

15,226.73 

.3706 

Concrete  piling 
under   south   ap- 
proach waU  (linear 

Fiscal  year  1011.. 
Fiscal  year  1012.. 

8,106 
75,474 

18,120.46 
113,380.34 

2.2120 
1.5032 

635.20 
2,418.27 

.0775 
.0320 

18,764.75 
115,807.61 

2.2805 
1.5352 

Total  to  JiiTW 
30,1012 

83,670 

131,518.80 

1.5710 

3,053.56 

.0365 

134,572.36 

1.6084 

Wooden  piling  under 
under   south   ap- 
proach wall  (Unrar 

Total,  fiscal  year 

51,450 

33,525.15 

.6516 

4,345.26 

.0845 

37,870.41 

7361 

Masonry: 

Concrete,  plain- 
May  i  1004,  to 
June  30, 1000... 

• 

15,003.50 
3,770,163.81 
5,052,003.08 
2,786,700.13 

'7.'3653' 
6.5010 
7.1317 

2,054.67 
204,506.05 
100,380.61 
103,230.79 

..     17.148.26 

Fiscal  year  1010.. 
Fiscal  year  1011.. 
Fiscal  year  1012.. 

513,803 
002,026 
300,611 

.3982 
.2208 
.2643 

3,083,760.76 
6,151,383.60 
2,888,030.02 

7.7536 
6.8127 
7.3060 

Total  to  June 
30,1012 

1,807,340 

12,531,060.61 

6.0330 

500,263.02 

.2818 

13,041,232.63 

7.2157 

ConcrBte,reenforoed— 
Fiscal  year  1011.. 
Fiscal  year  1012.. 

8,211 
50,883 

102,216.13 
707,083.06 

12.4487 
11.8228 

0,261.28 
50,105.37 

1.1270 
.8367 

111,477.41 
758,080.33 

13.5766 
12.6505 

Total  to  June 
30,1012 

68,004 

810,200.00 

11.8083 

50,366.65 

.8718 

860,566.74 

12.7701 

Total  masonry. 

1,875,434 

13,342,160.70 

7.1142 

568,620.67 

.3032 

13,010,790.37 

7.4174 

Ironwork: 

Fiscal  year  1010 

226,554.37 
503,807.35 
337,786.43 

26,112.31 
87,802.13 
42,566.42 

252,666.68 
681,600.48 
380,352.85 

Fiscal  year  1011 

Fiscal  year  1012 

Total  to  June  30, 
1012 

1,158,148.15 

156,480.86 

1,314,629.01 

Gates: 

Fiscal  year  1011 

40,586.48 
868,144.22 

O,  infv.  Kb 
107,052.85 

46,586.30 
075,107.07 

Fiscal  year  1012 

Total  to  June  30, 
1012 

008,730.70 

113.052.67 

...i 

1,021,783.87 

„ 
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Exhibit  A. — Statement  of  Construction  Expbnditubes  to  June  30, 1912 — Con. 
Table  1. — StateTnent  of  construction  expenditures  to  June  30, 191fS — Continued. 

ATLANTIC  division— Contlnned. 


Quantities. 

Total    division  ex- 
penses,  including 
arbitaries    for 
plant. 

Administrative  and 
gemral  expenses. 

Total  cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Unit 
cost. 

OATUN  LOCKS— CoDtd. 

Back  fllling: 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

Cubic  fda. 

4,190 

535,660 

922,215 

84,811.52 
284,221.51 
425,613.92 

81.1483 
.5307 
.4615 

8388.29 
29,446.89 
36,766.53 

10.0027 
.0549 
.0399 

85,199.81 
313,668.40 
462,380.45 

81.2410 
.5856 
.5014 

Total  to  June  30, 
1912 

1,462,074 

714,646.95 

66,601.71 

.0455 

781,248.66 

.5343 

FlUing  center  wall: 

Fisoal  year  1911 

Fiscal  year  1912. 

2,717 
94,574 

2,889.16 
71,946.90 

1.0634 
.7607 

212.09 
2,809.91 

.0780 
.0297 

3,101.25 
74,756.81 

1.1414 
.7904 

Total  to  June  30, 
1912 

97,291 

74,836.06 

.7602 

3,022.00 

.0311 

77,858.06 

.8003 

Filling  around  south  ap- 
proach wall: 
Total,    fiscal    year 
1912- 
Dry 

7,072 
504,495 

3,600.90 
91,847.98 

.5092 
.1545 

176.71 
2,229.51 

.0250 
.0038 

3,777.61 
94,077.49 

.5342 

Hydraulic 

.1583 

Electrical  machinery: 
Total,  fiscal  year  1912 

531,793.93 

22,043.38 

553,837.31 

Total.  Oatun  lotikn 

20,465,603.34 
175,870.62 

1,333,302.97 

21,798,906.31 
175,870.62 

Plant,  amount  to  be 
absorbed     after 
June  30. 1912 

Total 

20,641,473.06 

1,333,302.97 

21,974,776.93 

OATUN  PEBMANENT 

POWER  riAin. 

Total,  fiscal  year  1912: 

Dry  excavation 

Machinery 

72,119 

27,163.41 
8,855.00 

.3767 

• 
1,506.61 

.0221 

28,760.02 
8,855.00 

.3968 

Total,  Gatun  power 
nlant....   ........ 

36,018.41 

1,596.61 

37,615.02 

ymtmma  .............. 

OATUN-MINDI  LEVEE. 

Diy  filling: 

Fiscal  year  1910 

Fiscal  year  1911 

126,002 
51,156 

51,780.04 
10,128.74 

.4110 
.1979 

6,125.60 
941.68 

.0486 
.0184 

57,914.73 
11,070.42 

.4506 
.2163 

Total  to  June  30, 
1912 

177,158 
20,378 

61,917.78 
3,326.91 

.3406 
.1631 

7,067.87 
156.41 

.0399 
.0077 

68,985.15 
3,483.32 

.3894 

Hydraulic  fllling: 

Total,flscal  year  1911. 

.1706 

Total,Oatun-Mindl 
levee 

65,244.69 

7,223.78 

72,468.47 

COLON  BKEAKWATEB. 

Dry  filling: 

Mav  4, 1904,  to  June 

7,436.72 

43,773.31 

522.084.39 

916,821.49 

7,436.72 

48,684.14 

609,261.79 

908,585.60 

Fiscal  yeat  1910. ..... 

i.isoi; 

1.7457 

4,910.83 
87,177.40 
81,764.20 

".2423* 
.1557 

Fiscal  year  1911 

Fiscal  year  1912 

359,800 
525,173 

1.6020 
1.9014 

Total  to  June  30, 
1912 

885,063 

1,400,115.91 
211,370.13 

1.6836 

173,852.43 

.1965 

1,663,068.34 
211,370.13 

1.8801 

Plant: 

Amount  to  be  ab- 
sorbed after  June 
30.1912 

Total,  Colon  break- 
™atvi«  f..t.f...'> 

1,701,486.04 

173,862.43 

1,875,338.47 
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Exhibit  A. — Statehent  or  Construction  Expenditures  to  June  30,  I9I2 — Con. 

Table  1. — Statement  of  construction  expenditures  to  June  SOy  1912 — Continued. 

ATLANTIC  DIVISION— Continood. 


Quantitles. 

Total   division   ex- 
penses,  including 
arbltraries       for 
plant. 

Administrative  and 
general  expenses. 

Total  cost. 

Amount. 

Unit 
coat. 

Amount. 

Unit 
coat. 

Amount 

Unit 
cost. 

COLON  BREAKWATER— 

oontinued. 

Uanulacturing  plants: 
Amounts  to  be  ab- 
sorbed in  cost  of 
products  after  June 
30,1912— 
Porto    B  e  1 1  0 
quarry 

CvMc  yds. 

$188,708.53 
422,059.46 

$188,708.53 
422,050.46 

Sea  truisportfr- 
tion  plant 

Total 

010,707.99 

610,707.99 

' " .*"*" 

*" 

Total,  Atlantic  Di- 

40,632,571.68 

S3,240,075.03 

43. 872. 646. 71 

Table  2. — Statement  of  construction  expenditures  to  June  SO,  1912, 

CENTRAL  DIVISION. 


Quantities. 

Total  division  ex- 
penses, including  ar- 
bltraries for  plant. 

• 

Administrative  and 
general  exi>ensKi. 

Total  cost. 

« 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Dry  excavation— Prism: 
May4, 1904,  to  June 
30,1909 

CvMeyardat 
40,083,366 
17,832,177 
18,522,602 
17,063,446 

$37,540,874.34 

11,945,261.93 

10,891,360.70 

8,705,143.72 

$0.9160 
.6009 
.5880 
.5101 

$4,615,073.19 

1,152,810.58 

847,225.78 

615,611.56 

$0.1126 
.0646 
.0457 
.0361 

$42,155,047.53 

13,008,072.51 

11,738,586.48 

0,320,755.28 

$1.0286 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.7345 
.6337 
.5462 

Total  to  June  30, 
1912 

94,401,681 

69,082,640.69 
8,067.72 

.7318 

7,230,721.11 
1,730.68 

.0766 

76,313,361.80 
0,798.40 

.8084 

Dredging    excavation- 
Prism: 
Total.  May  4,  1904, 
to  June  30. 1909. . . . 

Clearing     canal     line 
(acres): 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

2,008 
182 

134,857.24 
3,991.79 
2,029.51 

64.2780 
21.0329 

134,857.24 
4,450.17 
2,110.34 

64.2789 

467.38 
80.83 

2.5680 

24.5000 

Total  to  June  30, 
1912 

2,280 

140,878.54 

61.7888 

548.21 

.2405 

141,426.75 

62.0283 

Masonry: 

Fiscal  year  1911 

Fiscal  year  1912 

1,020 
251 

5,639.35 
2,000.96 

5.5288 
7.9719 

585.09 
126.26 

.5736 
.5110 

6,224.44 
2,120.22 

6.1024 
8.4820 

Total  to  June  30, 
1912 

1,271 
4,260 

7,640.31 
3,826.97 

87,052.84 

6.0113 
.9005 

713.35 
252.14 

.5612 
.0503 

8,353.66 
4,070.11 

87,052.84 

6.5725 

Masonry  facing  (square 
yards): 
Total,  fiscal  year  1912. 
Plant: 

Amoimt  to  be  ab- 
sorbed after  June 
30.1912 

.0508 

Total,  Central  Di- 
vision   

60,330,107.07 

7,233,965.49 

76,564,072.56 
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Exhibit  A. — Statement  of  Conbtbuction  Expenditures  to  June  30,  1912— Con. 
Table  3. — Statement  of  construction  expenditures  to  June  .f/),  191  f. 

PACIFIC  DIVISION. 


Quantities. 

Total   division   ex- 
penses,  including 
arbitraries     for 
plant. 

Administrative  and 
general  expenses. 

Total  cost. 

• 

Amount 

Unit 
cost. 

Amoimt 

Unit 
cost. 

Amount. 

Unit 
cost. 

Dry  excavation: 
Prism- 
May  4,  1904,  to 
June  30, 1909... 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

Cubtcpds. 

139,470 

99,703 

198,770 

864,475 

$119,747.16 

63,266.48 

138,349.00 

650,658.11 

10.8586 
.6345 
.6960 
.7527 

121,514.28 

6,622.63 

12,662.38 

37,383.22 

10.1542 
.0664 
.0637 
.0432 

S141,261.44 

60,889.11 

151,011.38 

688,041.33 

11.0128 
.7009 
.7597 
.7950 

Total  to  Jane 

30,1912 

Plant- 

Amoanttobe  ab- 
sorbed after 
June  30. 1012... 

1,302,418 

972,020.75 
247,923.63 

.7463 

78,182.51 

.0600 

1,050,203.26 
247,923.63 

.8063 

Total 

1,219,944.38 

78,182.51 

1,298,126.89 

HydrauUo  excavation: 
Priam- 
Fiscal  year  1911.  . 
Fisc^  year  1912.. 

197,677 
900,506 

120,714.14 
501,065.72 

.6106 
.5564 

9,068.12 
25,  sex  51 

.0460 
.0284 

129,802.26 
526,026.23 

.6666 
.5848 

Totsl  to  June 

30,1912 

Plant- 
Amount  to  be  ab- 
sorbed after 
Jane  30.1912... 

1,098,273 

621,779.96 
354,250.01 

.5661 

34,648.63 

.0316 

« 

6i»,428.49 
354.256.64 

.5077 

Total 

976,036.  ".n 

34,618.63 

1,010,685.13 

I>redgln«r  excavation: 
Vribm— 

May  4,  1901.  lo 
June  30,1909... 
Fiscal  y<»ar1 910.. 
Fiscal  year  1011.. 
Fiscal  your  1912.. 

16,1HO,107 
6,857,223 
5,M9,642 
3,  WW,  287 

.1,427,748.61 

1,650,894.38 

l,398,0if7.35 

738,026.30 

.2\\^ 
.2408 
.2519 
.1900 

.2222 

277,360.96 

156,092.09 

136,071.78 

08,519.5<t 

.0173 
.022*/ 
.0245 
.0176 

.%  705, 109. 57 

1,806,986.47 

1,534,159.13 

806,544.94 

.2290 
.2035 
.2764 
.2076 

Total  to  June 

30,1912 

Plant- 
Amount  to  be  ab- 
sorbed after 
Juiie  30.1912... 

32,471,259 

7,214,755.70 
391,071.51 

038,0i4.41 

.0196 

7,852.800.11 
391,021.51 

.2418 

Total 

7,fi0:),777.21 

638,041.41 

8,243,821.62 

FEDB()  MISUEt  DAM. 

Dry  ox(  avatlon: 

May  4,  li)ai,to  June 
30,1.»9 

4,074 

5,241.81 

92&47 

5,91.<(.97 

1.28C6 

5,241.81 

925.47 

6,361.32 

1.2866 

I  iscal  year  1910 

Fi^HAl  year  1912 

3,937 

1.5026 

415.35 

.1132 

1.6158 

Total  to  June  30, 
1912 

8,011 

12,083.25 

1.5US3 

445.35 

.(»566 

13,528.60 

1.5639 

Dry  frning— 

Msv  4, 1904,  to  June 

167,061 
93,791 

71,275.77 

36,205.63 

4,0.W.42 

162,084.64 

.4266 
.3j)60 

.soio" 

9,965.14 

3,802.31 

584.56 

4,107.42 

.0598 
.0115 

.6i28 

81,260.91 

40,097.94 

4.CW.97 

166,192.06 

.4fifi4 

Fiscal  year  1910. 

Fiscal  yi*ar  1911 

.4275 

Fiscal  year  1912 

321, 5H9 

.5168 

Total  to  June  30, 
1912 

582.441 

273,624.46 

•  ^Tfiwj 

18,569.42 

.0319 

202.193.88 

.5017 

Total     IVdro 
Miguel  dam. 

285,707.71 

10,014.77 

••••••     « 

304,722.48 

-  —I 
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Table  3. — Statement  of  oonatruetion  expenditurei  to  June  SO,  191t — Continued. 

PACIFIC  DIVISION-Omtinaed. 


Quantities. 

Total   division   ex- 
penses.  Including 
arliitraries      for 
plant. 

Administrative  and 
general  expenses. 

Total  cost 

• 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost 

Amount 

Unit 
cost 

PEDRO  MIGUKI.  I.«>CKS. 

Pry  excavation: 

Mav  4^904,  tu  Junr 

Cubic  ydt, 

720,157 

298,500 

16,423 

95,156 

$508,834.12 

364,524.81 

9,838.84 

28,714.00 

10.7066 

1.1876 

.5991 

.3018 

$76,019.61 

4S,o21.87 

906.86 

2,609.30 

$0.1055 
.1626 

.0283 

$584,853.73 

403,046.68 

10,805.70 

31,413.39 

$0  K121 

Fiscal  year  IPiflL 

Fiacal  year  1911 

Fi:jcal  year  1912 

1.3502 
.6580 
.3301 

Total  to  Jane  30, 
1912 

1,130,230 

901,911.86 

.7980 

128,207.64 

.1134 

1,030,110.50 

.9114 

Preparing  foundations: 

Fiflcal  year  1910. 

FL-ical  year  1911 

Fiscal  year  1912 

44,048 
76,847 
38,826 

126,722.55 

182,477.38 

81,311.91 

2.8193 
2.3746 
2.1715 

14,916.60 

12,073.06 

8,314.8s 

.3319 
.2872 
.2142 

141,639.15 

204,550.44 

92,626.79 

3.1512 
2.6618 
2.3857 

Total  to  June  30, 
1912 

160,621 

393,511.84 

2.4499 

45,304.54 

.2821 

438,816.38 

2.7320 

ICaaonry: 

Concrete,  plain- 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

166,809 
497,802 
134^193 

1,016,107.42 

2,341,652.75 

767,363.31 

6.0892 
4.7040 
5.7183 

86,704.96 

138,716.42 

41,391.03 

.5196 
.'2787 
.3085 

1,102,812.40 

2,480,360.17 

808,755.24 

6.6068 
4.9827 
6.0208 

Total  to  June 
30,1912 

798,804 

4,125,123.48 

5.1637 

266,813.33 

.3340 

4,391,036.81 

5.4977 

Concrete,  reenforoed— 
Fiscal  year  1911.. 
Fiscal  ytar  1912.. 

385 
48,677 

6,830.91 
414,705.14 

17.7426 
8.5195 

773.16 
31,361.01 

2.0082 
.0443 

7,604.07 
446,066.15 

10.750K 
0.1638 

Total  to  June 
30,1012 

49,068 

421,536.05 

8.5019 

32,134.17 

.G5S0 

453,670.22 

9.2409 

Total  masonry. 

847,026 

4,546,650.53 

5.3021 

298,947.50 

.3520 

4,845,607.03 

5.7147 

Iron  W'DTk: 

Mot  4. 1904,  to  June 

30,  1  MM  ............ 

106,843.27 
143,491.51 
227,470.23 
100,906.24 

8,190.96 

3,834.93 

20,665.80 

t9,821.2t 

117,034.23 
147,326.44 
248,136.03 
120,727.48 

Fiscal  ypar  1910 

Fiscal  veer  1911 

Fiscal  year  1912 

Total  to  June  30, 
1912 

580,711.25 

52,512.93 

633,224.18 

Gates: 

Fisr^l  year  1911 

6,025.50 
776,718.78 

878.77 
20,484.97 

6,904.36 
797,153.75 

Fiscal  year  1912 

Total  to  June  30, 
1912 

782,744.37 

21,313.74 

801,068.11 

Back  filling: 

Fiscal  yev  1910. 

Fiscal  year  1911 

Fiscal  year  1912 

9,616 
273,709 
349,275 

2,737.77 
100,758.75 
123,450.12 

.2847 
.3900 
.3535 

278.81 
8,619.21 
7,944.35 

.0290 
.0315 
.0227 

3,016.58 
115,372.96 
131,400.47 

.3137 
.4215 
.3762 

Total  to  June  30, 
1912 

032,600 

232,047.64 

.3688 

16,842.37 

.0266 

249,790.01 

.3949 

Filling  center  wall: 

Total  fiscal  year  1912. 

Jtilectrical  maomnery: 
Total  fiscal  year  1912. 

21,037 

21,131.29 
168,096.64 

.9633 

1,677.84 
6,232.82 

.0765 

22,800.13 
174,320.46 

1.0398 

, 

TotiU  Pedro  Miguel 
locks 

7,027,714.42 

571,039.38 

8,196,753.80 

Total  Pedro  Miguel 
locks  and  dam... 

7,913,422.13 

500,064.16 

8.503,478.28 

BBPOBT  OF  COST-KEEPINQ  ACCOUKTAKT. 
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Exhibit  A. — Statement  [of  Construction  Expenditubes  to  June  30, 1912— Con. 

Table  3. — Statement  of  construction  expenditures  to  June  30,  1912 — Continued. 

PAaFIC  DIVISION-Cantinued. 


QuanUties. 

Total   division   ex- 
penses,  including 
srbitraries     for 
plant 

Administrative  and 
general  expenses. 

Total  oosL 

Amount. 

Unit 
cost 

Amount. 

Unit 
cost. 

Amount 

Unit 
cost. 

FEDBO  MIGUEL  LOCKS— 

continued. 

Plant— Amount    to    be 
abeorbed  after  June  30, 
1912 

CutAe  yds. 

199,609.46 

199,609.46 

^  ^ 

) 

Total 

8,013,031.50 

1600,064.15 

8,603,065.74 

MIBArLOBKS  DAMS  AND 
SPILLWAY. 

Mlrafloras  east  dam- 
Dry  excavation— To- 
tal fiscal  year  1912. 

9,874.07 

962.67 

10,836.74 

lllraflores  west  dam: 
Dry  excavation- 
May  4,  1904.  to 
June30,19W... 

13,966 
550 

19,681.84 
299.74 

11.4073 
.5450 

19,681.84 
309.42 

$1.4073 

Fiscal  year  1910.. 

9.68 

fa  0176 

.5626 

Total  to  June 
30,1912 

14,536 

19,961.58 

1.3746 

9.68 

.0007 

19,991.26 

1.3753 

Masonry,  core  wall- 
Fiscal  year  1910.. 

383.60 
84.97 

40.92 
7.83 

429.^ 
92.80 

Fiscal  year  1912.. 

Totul  to  June 
30,1912 

473.56 

48.75 

522.31 

Dry  filling- 
May  4,  1901,  to 
June  30, 1909... 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

363,418 
157,483 
295,596 
425,125 

172,058.40 
106,686.04 
121,256.20 
171.936.88 

.4694 
.6774 
.4102 
.4044 

22,311.58 

12,828.58 

8,806.G3 

8,267.23 

.0654 
.0615 

.0195 

• 

194,360.98 
119,514.62 
130,002.83 
180,204.11 

.5348 
.7589 
.4400 
.4239 

Total  to  June 
30,1912 

1,241,624 

671,937.52 

.4606 

52,214.08 

.0121 

624,151.54 

.6027 

Hydraulic  fllUnK— 
Fiscal  year  1910.. 

3,665.16 
16,674.85 
10,094.39 

412.70 

1,967.59 

895.46 

4,077.86 
18,662.44 
10,989.85 

Fiscal  year  1911.. 

Fiscal  year  1912.. 

Total  to  June 
30,1912 

30,434.40 

3,295.75 

33,730.15 

Total  Mira- 
flores  west 
dam.. ....... 

622,827.06 

55,568.20 

678,305.26 

MIEArLOftXS  KPOLWAY. 

Iron  work— Total  fiscal 
year  1912.... 

19,382.32 

1,404.89 

30,687.31 

TotalMlraflons 
way 

• 
651,963.45 

57,935.76 

709,919.21 

MIBAnOBKS  LOCKS. 

Dry  excavation: 
Dtverslons— 
Total  fiscal  year 
1910 

5,885 

3,038.96 

2,038.96 

.3448 

61012'— 12 ^21 
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Exhibit  A. — Statement  of  Cojistruction  Expenditures  to  June  30, 1912 — Con. 

Table  3. — Statement  of  amstruetion  expenditurts  to  June  30, 1912 — Continued. 

pacific  DIVISION-CoDUniied. 


Quantities. 

Total   division   ex- 
penses,  Including 
arbitraries      for 
plant 

AdmtDstrative  and 
general  expenses. 

Total  cost 

Amount. 

XTnit 
cost. 

Amount 

Unit 
cost 

Amount 

Unit 
cost 

MntAVLOBES  L0CK8--00I1. 

Dry  excavation— Cantd. 
In  lock  8it&— 

May  4,  1904,  to 
June  30,1909... 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

CvMc  yd9. 

1,120,342 

229,793 

247,700 

624,747 

$910,973.87 
303,825.88 
182,758.81 
410,197.14 

$0.8131 

1.3222 

.7378 

.6566 

$164,599.98 
42,925.57 
17,645.43 
31,729.05 

$0.1400 
.1868 
.0712 
.0506 

$1,075,573.85 
346,751.45 
200,404.24 
441,926.19 

$0.9600 

1.50U0 

.8090 

.7074 

Total  to  June 
30,1912 

2,222,582 

1,807,755.70 

.8133 

256,900.03 

.1156 

2,064,655.73 

.9280 

Dreddng  excavation: 
May  4, 1904,  to  June 
30,1909 

167,888 
141,759 

57,408.31 
71,784.25 

.3418 
.5063 

6,587.05 
6,599. 15 

.0383 
.0466 

63,096.26 
78,383.40 

.3811 

Fiscal  year  1910 

.5529 

Total  to  June  30, 
1912 

309,647 

129,192.56 

.4172 

13,187.10 

.0426 

142,379.66 

.4598 

Hydraulic  excavation: 
Total  fiscal  year  1911. 

332,703 

182,526.79 

.5486 

12,772.23 

.0384 

195,299.02 

.5870 

Pieparing  foundations: 
£xcavation— 

Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fistel  year  1912.. 

64,036 
137,752 
165,146 

124,660.74 
221,569.09 
258,804.68 

1.9469 
1.6085 
1.5677 

15,052.06 
27,351.86 
23,853.75 

.2491 
.1985 
.1444 

140,621.82 
248,920.95 
282,748.43 

2.1960 
1.8070 
1.7121 

Total  to  June 
30,1912 

366,933 

605,133.51 

1.6492 

67,157.60 

.1830 

672,291.20 

1.8322 

Piling  (linear  teet)— 
Total   fiscal   year 
1912 

6,580 

50,264.36 

7.6390 

3,582.18 

.5444 

53,846.54 

8.1834 

Masonry: 

Concrete,  plain- 
Fiscal  year  1910.. 
Fiscal  year  1911.. 
Fiscal  year  1912.. 

1,630 
272,033 
729,096 

12,060.56 
1,278,048.03 
3,344,155.62 

7.3929 
4.6826 
4.5867 

1,173.62 

85,998.07 

163,285.44 

.7200 
.3151 
.2240 

13,224.18 
1,364,046.10 
3,507,441.06 

8.1129 
4.9977 
4.8107 

Total  to  June 

30,1912 

Concrete,  reenforoed— 
Total   fiscal    year 
1912 

1,003,659 
22,444 

4,634,254.21 
238,776.94 

4.6174 
10.6388 

250,457.13 
18,341.91 

.2495 
.8172 

4,884,711.34 
257,118.85 

4.8660 
11.4560 

Total  masonry 

1,026,103 

4,873,031.15 

4.7491 

268,799.04 

.2619 

5,141,830.19 

5.0110 

Ironwork: 

Fiscal  year  1910 

92,950.46 
413,153.74 
232,241.41 

2,490.41 
34,433.35 
29,325.29 

95,440.87 
447,587.09 
261,566.70 

Fiscal  year  1911 

Fiscal  year  1912. 

Total  to  June  30, 
1912 

738,345.61 

66,249.05 

804,504.66 

Gates: 

Total  fiscal  year  1912 

129,400.09 

22,899.20 

152.299.29 

1           ' 

Back  filling: 

May  4, 1904,  to  June 
30,1909 

409,211 

121,080 

53,521 

442,774 

36,801.83 

52,170.32 

22,976.42 

184,794.90 

.0899 
.4309 
.4293 
.4174 

6,246.87 

6,741.18 

2,557.17 

11,574.39 

.0158 
.0557 
.0478 
.0261 

43,048.70 

58,911.50 

25,533.59 

196,369.29 

.1062 

Fiscal  year  1910 

Fiscal  year  1911 

Fiscal  year  1912 

.4866 
.4771 
.4435 

Total  to  June  30, 
1912 

1,026.586 

296,743.47 

.2891 

27,119.61 

.0264 

323,863.08 

.3155 

BEPOBT  OF  COST-KBEPING  ACCOUNTANT. 
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Exhibit  A. — Statement  of  Consthuction  Expenditures  to  June  30, 1912— Con. 
Table  3. — StaUnunt  of  construction  expenditures  to  June  30 ^  19 It. — Continued. 

PACIFIC  DIVISION-Continaed. 


Quantities. 

Total   divLsion   ex- 
penses, including 
arbltrarles      for 
plant. 

Administrative  and 
general  expenses. 

Total  cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

MIBAVLOBU  LOCKS— can. 

FlUlDK  center  wall: 
Total  fiscal  vear  1912 

Electrical  machmery: 
Total  fiscal  year  1912 

Cvbtc  ydt, 
7,912 

88,011.43 
160,565.32 

11.0126 

8403.00 
6,494.50 

10.0609 

88,114.62 
167,050.82 

$1.0635 

Total     Miraflores 
locks 

8,982,998.97 

746,563.72 

9,728,562.69 

Total     Miraflores 
locks  and  dams. . 

9,634,982.42 

803,409.48 

10,438,481.00 

LA  BOCA  LOCKS  AND  DAMS. 

(Subsequently    a  b  a  n  - 
doned  owing  to  change 
of  plans.) 

Dry  excavation: 

Total    May  4,  1904, 
to  June  90, 1909.... 

78,233 

131,254.40 

1.6777 

27,068.80 

.3463 

158,343.20 

2.0240 

Construction: 

Dam—Total  May  4, 
1904,  to  June  30, 
1909 

288,601.50 
146,828.37 

20,748.51 
13,478.03 

315,350.07 
159,306.40 

Locks— Total  May  4, 
1904,  to  June  30, 
1009 

Total     La     Boca 
locks  and  dams. . 

565,684.33 

67,315.43 

632,099.76 

Total  lower  locks 
and  dams,  Pacific 

10,200,666.75 
428,321.49 

870,814.91 

11,071,481.60 
428,321.49 

Plant— Amount    to 
be  absorbed  after 
June  30, 1912..... 

Total 

10,628,988.24 

870,814.91 

11,499,803.15 

N AOS  ISLAND  BKKAK- 
WATBB.1 

Fiscal  year  1910 

36,847.73 

21,238.30 

134,839.41 

20.03 

36,887.76 

21,238.30 

134,839.41 

Fiscal  year  1911 

Fiscal  year  1912 



Total  to  Jtine  30, 
1912 

782.021 

1Q2.02S.44 

.2467 

20.03 

192,946.47 

.2467 

TKBHINAL  FACILTma, 
BALBOA. 

Preliminary  work: 

Fiscal  year  1911 

16,277.28 
11,176.16 

t 

2,114.44 
257.48 

18,391.70 
>917.68 

Fiscal  year  1912. 

Total  to  June  30, 
1912 

15, 102. 10 

2,371.92 

17,474.02 

Prsparinx  site: 
General — 

Fiscal  year  1911.. 

4,547.08 
27.200.94 

478.40 
1,004.22 

5,026.67 
28,205.16 

Fiscal  year  1912.. 

Total  to  June 
30,1912 

31,748.02 

1,482.71 

33,230.73 

>  Constructed  by  central  division;  charges  represent  extra  cost  of  damping  material  at  this  point* 
*  Denotes  credit. 
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Exhibit  A. — Statement  of  Constbugtion  Expenditures  to  June  30,  1912— <])oii. 

Table  3. — Statement  of  construction  expenditures  to  June  30,  2912. — Continued. 

PACIFIC  DIVISION— Continued. 


Quantities. 

Total   division   ex- 
penses, Including 
arbitraries     for 
plant. 

Administrative  and 
general  expenses. 

Total  cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

Amount. 

Unit 
cost. 

TEHMOCAL  FACILITIES, 

BALBOA— continued . 

Preparing  site— Contd. 
Excavation  —  Total 

fiscal  year  1912. 

Filling— Total  fiscal 
year  1912 

Cubic  yds, 
23,140 

23,140 

$19,785.36 
10,730.54 

90.8560 
.4641 

Sl,687.36 
826.56 

SO.  0729 
.0357 

S21,472.62 
11,566.10 

10.9279 

m  4Voo 

Total     preparing 
site 

62,272.82 

3,996.63 

66,280.45 

Yards  and  tracks— Total 
fiscal  year  1912 

6,421.98 
58,549.14 

.1580 

601.57 
5,504.70 

.0151 

7,023.55 
64,143.84 

Dredging  inner  basin- 
Total  fiscal  year  1912... 

370.607 

•    .1731 

Main  dry  dock: 

Fiscal  year  1911 

1,563.65 
10,157.81 

192.16 
921.13 

1,755.81 
11,078.94 

Fiscal  year  1912. 

Total  to  June  30, 
1912 

11,721.46 

1,113.29 

«12,834.75 

Coaling  plsnt  —  Total 
fiscal  year  1912. 

1,237.89 

116.19 

3,653.35 

124.16 
9.43 

1,362.05 

125.62 

3,653.35 

Permanent  shops— Total 
fiscal  year  1912 

Docks— Total  fiscal  year 
1912 

• 

Total  terminal  fa- 
cilities, Balboa... 

159,074.93 
53,505.88 

13,811.70 

172,886.63 
53,505.88 

Plant— Amount    to    be 
absorbed  after  June  30, 
1912 

Total 

212,580.81 

13,811.70 

226,392.51 

MANTTFACTUHING  PLANTS. 

Amounts  to  be  absorbed 
after  June  30, 1912: 
Rku»trin  pownr  nlftnt , 

262,364.40 
214,647.89 
159,422.15 

m 

262,364.40 
214,647.80 
159,422.15 

Ancon  rock  auarrv . . 

Total 

636,434.44 

630.434.44   

. 

Total  Pacific  divi- 
sion 

29,485,718.61 

2,225,576.34 

31,711,294.95    

UGHTS  AND  BUOTS. 

Fiscal  year  1911 

12,066.85 
102,364.12 

2,319.03 
9,255.81 

14,374.88 
111,619.93 

Fiscal  year  1912 

Total  to  June  30, 
1912 

114,419.97 
24,233.73 

11,574.84 

125,994.81 
24,233.73 

Plant— Amount  to  be  ab- 
sorbed after  June  30, 
1912 

1 

Total  lights  and 
buoys 

138,663.70 

11,574.84 

150,228.54 

Total  construction 
cost 

130,587,051.06 

12,711,191.70 

152,206,242.76 
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April. 

May. 

June. 

Total. 

pit  cost. 

Quanti- 
ties. 

Unit  cost. 

Quanti- 
ties. 

Unit  cost. 

Quanti- 
ties. 

Unit  cost. 

Quantities. 

Unit  cost. 

to.  0011 

Cu,ffd». 
253,672 

137,266 
137,256 

42,118 
42,118 

74,196 
74,196 

10.0012 

.0448 
.0781 

.0091 
.4208 

.0033 
.0733 

Cu.vd». 
329,626 

247,835 
247,836 

68,683 
68,683 

23,106 
23,106 

Cu.ydt. 
343,804 

262,974 
252,974 

68,067 
68,067 

32,773 
32,773 

Cu.jfdt. 

2,756,256 
2,756,266 

1,004,118 
1,004,118 

695,667 
605,667 

615,787 
615,787 
515,787 
515,787 

1,699,786 
1,599,786 
674,837 
574,837 
4,870,827 
4,870,827 
4,870,827 
4,870,827 

80.0006 

.0232 
.6856 

.07U 
.0183 

.1348 
.1A61 

SO.  0458 
.0116 

.1325 
1.00M 

.1131 
.0452 

30.0442 
.0066 

.0973 
.1358 

.1006 
.2373 

.0378 
.0250 

.OTTi 
.0790 

.1111 
.1437 

.0424 

.0706 

.0127 

.0126 

.0666 
.0409 
.1707 

■    .1673 
.0057 

i    .0048 
.0263 
.0186 

116,316 
116,316 
76,540 
76,640 
263,572 
253,572 
253,572 
253,572 

.1246 
.0562 
.0977 
.1036 
.0044 
.0036 
.0470 
.0157 

81,791 

81,791 

73,090 

73,090 

329,626 

329,626 

329,626 

329,626 

.0617 
.2873 
.0488 
.0950 
.0026 
.0017 
.0470 
.0067 

90,830 

90,830 

77,733 

77,733 

343,804 

343,804 

343,804 

343,804 

.1002 
.1208 
.0412 
.0829 
.0023 
.0026 
.0470 
.0112 

.0611 
.0696 
.0697 
.1321 
.0024 
.0018 
.0458 

.6680 
.0438 

253,672 
253,572 

.4423 
.0329 

329,626 
329,626 

.2516 
.0180 

343,804  1        .1757 
343,804  j        .0227 

4,870,827 
4,870,827 

.2481 
.0207 

.6018 

253,672 

.4752 

320,626 

.2696 

343,804  1        .1964 

4,870,827 

.2688 

i    74.01 
25.99 

177,032 
76,540 

60.82 
30.18 

256,536 
73,090 

77.83 
22.17 

286,071 
77,733 

77.39 
22.61 

4;2»5r990 
574,837 

88.20 
11:80 

1 

liin.A44 

100,630 

88,780 

883,918 

.0906 

.1667 
.0405 
.0115 

.2363 
.0461 
.0132 

.2239 
.0684 
.0262 

.1377 

'    .0247 

••••••■••• 

.0372 

.0031 

.0121 

>.00I4 

"     1 

.3210 

.0323 

1 

.0013 



.       .          .      r 

.0027 

""*ii56' 

.0028 

.0880 
.0045 

.0880 
.0082 

.0880 
.0140 

.0680 

.0050 

.2368 
.0067 

.3032 
.0136 

.3806 
.0199 

.7421 
.0382 

.3129 

.0131 

.2435 

.3168 

,4097  ' !         .7803 

.3260 
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Exhibit  B. — Detail  Cost  pbb  Unit  of  Work  by  Months — Fiscal  Ybab  19]  2 — 

Continued. 

Table  No.  13. — Lighting  and  hwying  canal. 


PreUmlxiary  work: 

Surveys , 

Division  ffiEpense. 


Total  division  cost 

Administiative  and  general  expense. 


Total  cost. 


Clearing 

Division  expeaae. 


Total  division  cost 

Administrative  and  general  expense. 


Total  cost 

Total,  preliminary  work. 


Range  lights  0-11,  Pacific  division: 

Foundations- 
Masonry 

Structures- 
Masonry 

Handling  matoial 

Division  expense 


Total  division  cost 

Administrative  and  general  expense . 


Total  cost. 


Range  lights  ia-14,  Pacific  division: 

Foundations- 
Excavation 

Masonry 

Structures- 
Masonry 

Hanging  material 

Division  expense 


Total  division  cost 

Administoitlve  and  general  expense. 


Total  cost. 


Range  lights  1-2,  Padflc  division: 

Foundations- 
Masonry  

Structures- 
Masonry  

Handling  material 

Division  expense 


Total  division  cost 

Administrative  and  general  expense. 


Total  cost. 


Range  lights  5-6,  Atlantic  division: 

Foundations — 

Excavation 

Masonry 

Structures- 
Masonry 

Stairways 

Handling  material , 

Division  expense 


Total  division  cost 

Administrative  and  general  expense. 

Total  cost 


Quantities. 


Acru. 
800.85 
800.85 


800.85 
800.85 


800.85 


CvbUydt, 
104.00 

02.57 
256.57 
256.57 


256.57 
256.57 


256.57 


00.20 

70.52 
178.72 
178.72 


178.72 
178. 72 


178.72 


22.05 


Amount. 


114,868.02 
2,850.10 


17,727.12 
2,456.30 


20,183.51 


15,468.03 
2,022.60 


18,301.53 
2,541.55 


20,033.08 


41,116.50 


6,074.00 

3,138.07 

684.55 

1,206.50 


11,103.12 
781.03 


11,884.15 


161.42 
2,007.65 

1,713.27 

2,160.04 

060.33 


8,001.71 
621.67 


8,623.38 


Unit  cost. 


430.44 

573.07 
347.02 
204.86 


1,566.20 
132.60 


1,688.08 


45.00 
38.00 

06.42 


135.32 
135.32 


135.32 
135.32 


135.32 


62.08 
731.50 

3,011.37 
357.00 

1,034.15 
732.35 


5,020.44 
480.34 


SIO.IOIO 
3.6088 


22.7008 
3.1383 


25.8481 


31.3003 

50.1520 
2.6681 
4.7024 


43.2752 
3.0441 


46.3103 


30.2182 

21.5451 

12.1365 

5.3734 


44.7723 
3.4785 


48.2506 


25.0806 


1.3006 
18.8060 

31.2318 


7.6423 
5.4120 


43.8170 
3.5407 


6,400.78    47.3676 
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Exhibit  B. — ^Detail  Cost  pbr  Unit  of  Work  by  Months — ^Fiscal  Ybab  1912- 

Continued. 

Table  No.  13. — Lighting  and  buoying  canal — Continued. 


Bange  lights  21-22,  Lake: 
Foimdatioii»— 

Excavation 

Masonry 

Structures— 

Masonry 

Handling  material. . . 
Division  expense 


Total  division  cost 

Administrative  and  general  expense . 


Total  oost. 


Banse  lights  24-26,  Lake: 

Foundations- 
Excavation 

Masonry 

Structures- 
Masonry 

Stairways 

Handling  material . . . 

Division  expense 


Total  dl  vision  oost 

Administrative  and  general  expense. 


Total  ooet. 


Bamra  lights  1-2,  Lake: 
Foundations- 
Excavation 

Masonry 

Structures- 
Masonry 

Stairways 

Handling  material . , 
Division  expense. . . 


Total  division  oost 

Administrative  and  general  expense. 


TDtaloost. 


RaDge  lights  5-6,  Lake: 

Foundations- 
Excavation 

Masonry 

Structures- 
Masonry 

Handling  material . 

Division  expense . . . 


Total  division  oost 

Administrative  and  general  expense. 


Total  oost. 


West  Breakwater  light: 
Foundations- 
Masonry  

Handling  material . 
Division  expense. . 


Total  division  oost 

Administrative  and  general  expense. 


Total  oost. 


Beacons,  common: 

Structures 

Handling  material. 
Divisioo  expense. . 


Total  division  oost 

Administrative  and  general  expense. 

Total  cost 


Quantities. 


Cvbic  vda. 

2.00 

10.48 

10.92 
21.40 
2L40 


21.40 
21.40 


21.40 


19.00 
62.57 


82.47 
82.47 


82.47 
82.47 


82.47 


400.00 
87.30 

22.05 


109.35 
109.35 


109.35 
109.35 


109.35 


Amount. 


$37.59 
151.64 

596.04 
626.57 
206.10 


1,516.94 
133.44 


1,650.38 


75.82 
323.01 

1,773.79 
202.37 

1,274.35 
578.41 


4,227.76 
374.42 


4,602.17 


Unit  cost. 


490.38 
2,518.76 

905.36 

37.97 

603.42 

603.23 


4,959.12 
325.77 


5,284.89 


40.34 
324.70 

S7.99 

1,071.88 

206.44 


1,681.35 
133.64 


1,814.99 


6,451.78 
289.49 
622.89 


7,364.16 
403.00 


7,767.16 


3,122.97 
273.63 
297.88 


3,694.48 
192.47 

3,886.05 


$18.7950 
14.4606 

54.4908 

24.6061 

9.6306 


70.8860 
6.2355 


77.1205 


16.2317 
28.3489 


15.4523 
7.0136 


61.2641 
4.5401 


66.8042 


1.2260 
28.8518  • 

41.0504 


4.6037 
4.6020 


46.3509 
2.9791 


48.3300 
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Exhibit  B.— Detail  Cost  per  Unit  of  Wobk  by  Months— Fiscal  Year  1912- 

Continued. 

Table  No.  13. — Lighting  and  buoying  canal — Continued. 


Quantities. 

Amount. 

Unit  cost. 

BeaoGOfl,  speoial,  for  Padflo  entrance: 

T*winnfttio«w» 

Cubic  yds. 

Sl,18ft.00 

1,623.18 

31.19 

20.56 

StruotureB 

Divlfllon  f^xpenw 

^ 

Total  divlaion  cost. 

2,862.93 
13.28 

A«initii{iitTfittve  and  general  expense 

Total  oofrt. ^ u      X  X 

2,876.21 

Ventflatloii.  doonf.  etc 

1,374.82 

T/fln/ww  ftnd  headlightd 

416.53 

3,033.40 

Buoy  ainken: 

Sinkers  (ooncrete) 

1,546.41 
141.59 

DiTMofi  ^xpenae 

Total  divlaian  coat. 

1,687.00 
01.52 

Adminintratlvft  »nd  fpfawml  AxperiiM. .  -,..,.- , , 

Total  coet 

1,778.52 

Itema  held  In  anapense  for  future  distribution: 

Stairway*  and  window" 

1,402.58 
122.52 

PivWon  expenae 

Total  division  coat 

1,525.10 
77.98 

Administrative  and  general  expenm 

Total  ooat , r 

1,603.08 

CarTwntry  work— 

Work  coat 

164.21 
36.76 

PivWon  exj^ewe. - ,  ,. . r . 

200.07 
23.56 

Administrative  and  fren<Ta1  expense 

Total  coat 

234.53 

Handling  material— 

Handl^nK. .  r  ,  r ,  -  r  -  r 

616.57 
113.65 

Pivlsion  expense 

Total  division  coat 

730.22 
73.52 

Adrainifrtrati ve  and  »en*'ral  expense 

Total  coat 

803.74 

Teniporary  structures— 

structures 

4,446.19 
202.47 

Pivlalnn  expense 

Total  division  cost 

4,648.66 
131.02 

AdminifitrativA  and  ffeneral  expejise 

Total  cost 

4,779.68 

Total  wwt.  11?htin£  a"d  ^iioyiTiif  canal 

111.619.93 
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Exhibit  B. — Detail  Cost  per  Unit  of  Work  by  Months — ^Fiscal  Year  1912 — 

Gontinued. 

Table  No.  14. — Hydraulic  filling  in  dty  of  Colony  fiscal  year  1912, 


Itema. 

July. 

▲ognat. 

Total. 

Hydraulic  fllUns cublo  Tardff. . 

134,860 

4,080 

120,039 

10.0046 

.oni5 

.0036 
.0140 
.0036 

10.0032 

.1453 

8.1116 

.3678 

.1620 

10.0044 

F[pe-line  dred^efr^ 

Operation.... 

.0650 

Rf'patni 

.1229 

Pfp«  l<ne",  ''1V«",  etr 

.0276 

PfvWon  ejfpensft. 

.0097 

Total  dlvteion  cost 

.1093 
.0009 

3.7888 
.3107 

.2605 

AdrninUttrativA  and  gt^ncmU  exiWTi«e" 

.0209 

Total  ooflt 

.1182 

4.1065 

.2714 

Table  15. — Detail  cost  of  installation  of  spillways  and  locks  machinery  (first  division 

chief  engineer's  office) . 


ATLANTIC  DrViaiON. 

Oatun  spillway: 
Gateau- 
Installation 

Contraot  material 


Total 

Oatnn  Locks: 

Pieliminary  expenditures— 

Testing 

Handung  material 

Operating,  and  repairs  of  miscellaneous  tools,  eto. 

East  walltrestle  repairs 

Culebra  office 

General  administrative  expenses 

General  expense 


Total. 


Hlter  gate  moving  machines- 
Installation,  ln<x>mp]ote. . . 

Contract  material 

Concrete  used 


Total. 


Miter  forcing  maohinos— 
Installation,  incomplete. 
Contract  material 


Total. 


Rising  stem  valve  machines- 
Installation,  incomplete. . . 

Contract  material , 

Concrete  used 


Total. 


Rising  stem  valves— 

Installation,  Incomplete. 
Contract  material 


Total. 


Cylindrical  valve  machines- 
Installation,  Incomplete. . 

Contract  material 

CoDiaeteusod 


Total 

Cylindrical  valves   Installation,  incomplete 

Aoxlllary  culvert  valves- 
Installation,  Incomplete 

Contract  material 


Quantities. 


Lin.  feet. 


Total 


Amount. 


$1,185.27 
28,706.44 


29,981.71 


13,316.32 

18,183.97 

34,970.72 

796.70 

2, 999.  ol 

2,553.79 

19,489.50 


92,319.60 


2,960.62 

16,846.03 

3,470.50 


23,277.05 


138.07 
1,206.60 


1,343.67 


7,503.88 

66,862.66 

6,708.38 


71,164.82 


0,375.13 
62,257.06 


71,633.08 


2,302.68 

22,016.38 

809.01 


26,117.97 


54.04 


44.58 
1,830.64 

1,875.23 


Unit  cost. 


358 


REPORT  ISTHMIAK^  CaKAL  COMMISSION'. 


Exhibit  B. — Detail  Cost  per  Unit  of  Work  by  Months— Fiscal  Year  1912 — 

Continued. 

Table  15. — Detail  cost  of  installation  of  spillways  and  lochs  machinery  (first  division 

chief  engineer*  s  oj^)— Continued. 


ATLANTIC  DiviBiON— continaed. 


Oatun  Locks— Continued. 
Caisson  sills^ 

Installation 

Concrete  used...!'. 


Total. 


Rack  track  and  return  track- 
Rack  track — 

Mechanical 

Contract  material. . 

Electrical 

Contract  material . . 
Concrete  used 


Total  first  division 

Return  track— installed  by  Atlantic  division. 


Total. 


Decking- 
Installation 

Contract  material  and  Qoigona  casting. 
Concrete  used 


Total. 


Recess  covers- 
Installation... 
Concrete  used, 


Total. 


Power  control  and  Ugbts— contract  material. 

Screening  rock— concrete  used 

Rei)airs  lo  mixers— concrete  used 


Total  cost  Oatun  Locks. 


Cost  of  concrete  used  (included  in  detail  above): 

Forms 

Reinforcements 

Placing  concrete 

Mixed  concrete  from  Atlantic  division , 

Cement 

Sand 

Stone 

Screening  rock 

Repairs  to  mixers 


Total. 


PACDTC  DIVISION. 

Pedro  Miguel  Locks: 

Preliminary  expenditures- 
Testing 

Handling  material 

Operation  and  repairs  of  miscellaneous  tools,  etc. 

Culebra  office 

General  administrative  expenses 

General  expense 


Total. 


Miter  gate  moving  machines- 
Installation  incomplete 

Concrete  used 


Total. 


Rising  stem  valve  machines- 
Installation  incomplete... 

Contract  material 

Concrete  used 


Total. 


Quantities. 


Lin.  feet. 


6,162 


6,162 


6,160 


Cu. 

i: 

2, 
2, 
2, 

I 


052.9 
052.9 
062.9 
062.9 
062.9 
062.9 
052.9 
052.9 
052.9 


2,052.9 


Amount. 


Unit  cost. 


$1,784.10 
68.70 


1,852.80 


Sll,123.65 
131,046.76 

1,481.31 
72,488.96 

6,682.78 


222,823.48 
8,842.22 


231,665.70 


141.21 

21,286.54 

2,166.40 


23,594.24 


413.92 
6,075.98 


6,489.90 


1,152.00 
300.75 
996.47 


553,837.31 


V,  vWa  44 

166.89 
4,938.54 
1,217.76 
4,317.67 
1,761.36 
4,070.18 
300.75 
996.47 


27,360.06 


943.16 

2,313.00 

5,178.98 

92L66 

760.40 

6,463.42 


15,589.61 


1,109.66 
141.52 


1,251.18 


1,940.96 

13,100.00 

1,357.18 

16,398.14 


$1.8052 


.2404 


1.4330 


4.6760 
.0613 

2.4066 
.5032 

2.1032 
.8580 

1.9826 
.1466 
.4854 


13.3319 
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Exhibit  B. — Detail  Cost  per  Unit  op  Work  by  Months— Fiscal  Year  1912— 

GontiBued. 

Table  15. — Detail  coat  of  installcOion  of  spplwcm  and  locks  machinery  (first  diviHon 

chief  engineer' s  office) — Continued. 


Quantities. 

Amount. 

Unit  cost 

PAcmc  DIVISION— continued. 

Pedro  Miguel  Locks— Continued. 

Risinff  stAin  vftlves— installation  InoomDlete 

Cu,  ydt. 

$2,474.36 

Cylindrical  valve  machines— 

InstAllfttlpn  IncomplAte-, 

951.14 

9,422.00 

175.79 

Contract  material , .rr--,--, 

Concrete  used 

Total 

10,548.93 

Chain  f^nd^rs — fnstallatloi  InoompiAte 

84.60 
17.00 

Auxiliary  culvert  machines— installation  incomplete 

Rack  track  and  return  track- 
Rack  track- 
Mechanical  

Linear  feet. 
4,438 

5,768.81 

55,789.83 

70.96 

45,792.08 

7,050.02 

SI. 2999 

Contract  material - 

Electrical 

4,438 

.0159 

Contract  material 

Concrete  used 

Total  first  division 

114,471.70 
3,278.16 

Rfltum  track  Installed  bv  Pacific  division , 

3,390 

.9670 

Total 

117,749.86 

Decking — 

Installation 

17.12 

8,196.12 

233.20 

Contract  material 

Concre  te  used 

Total 

8,446.44 

Recess  covers- 
Installation  ...'...............,  ^  . T  »  -  r  , 

38.39 
1,231.09 

Concrete  used 

Total 

1,260.48 

Power  control  and  liehts— contract  material 

444.33 
105.53 

Rei>airs  to  mixers— concrete  used 

• 

Total  Pedro  Mieuel  Locks 

174.329.46 

Cost  of  concrete  used  (inolnded  in  detail  above)— 

Forms 

CvMc  yards. 
296 
296 
296 
296 
296 
296 
296 

6,773.06 
1,476.39 
834.16 
184.56 
317.50 
603.13 
105.53 

22.8818 

Placine  concrete 

4.9878 

Cement 

2.8181 

Sand 

.6236 

Stone 

1.0726 

ChiDDins  concrete «. 

2.0376 

.3566 

Total 

296 

10,294.33 

34.7781 

Mlraflores  Locks: 

General  administrative  expenses 

3,036.02 
21,890.26 

Cenoral  exnense 

Total 

24,926.28 

Rising  stem  valve  machinfs-HMmtitict  niAtertel 

16,200.00 

Rack  track  and  return  track- 
Rack  track— 

Mfirhaniral — contract  material 

Linear  feet. 

62,034.64 
59,536.16 

Electrical— contract  material 

Total  first  division 

121,570.79 
2,702.83 

Return  track  installed  by  Pacific  division 

1,182 

2.2867 

Total 

124.273.62 

Power  control  and  llght<i— contract  material 

888.67 
771.25 

• 

Total  Mirafloree  Locks 

167,050.82 

825,206.30 
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Exhibit  D. — Comparative  Statement  of  Administrative  and  General  Expenses 

FOR  Fiscal  Year  1911-12. 


No. 


2 

3 

4 
5 
6 

7 
8 

9 
10 
11 
12 

13 
U 
15 
16 
17 
IS 
19 
20 
21 
22 
23 

24 

2S 
26 

27 


Items. 


Qeneral  administrative  expenses 

Miaoellaneous  general  expcoises: 

On  Isthmus .' 

Canal  Record 

Clubhouses 

Isthmian  Canal  Commission  band 

In  the  United  States 

Disbursing  ofDcers: 

On  Isthmus 

In  the  United  States. 

Examiners  of  accounts: 

On  Isthmus 

In  the  United  States 

Transportation  on  Isthmus  (passenger) 

Telegraph  and  telephones 

Purchasing  expenses  in  United  States: 

Purchasing  expenses,  general 

Lock  gates,  inspection 

Locks,  operating  machinery^inspection . . 

Emergency  dams,  inspection. 


Fiscal  year— 


1912 


Spillway  gates  and  machinery,  inspection. 
Hotefequipment 


Hotel,  Incidental  expenses 

Operation  of  stores 

Recruiting  and  repatriating 

Quarters 

Construction  of  buildings,  department  of  con- 
struction and  engineering 

Repairs  to  buildings,  department  of  construc- 
tion and  engineering 

Clubhouse  equipment 

Operation  docks  and  wharves.  Isthmian  Canal 
Commission 

Operation  docks  and  wharves,  Panama  R.  R. 


Total. 


$259,194.95 

91,851.49 
18,270.04 
50,565.61 
12,4/9.14 
96,767.10 

72,968.32 
34,048.00 

159,470.05 

12,021.02 

109,287.90 

143,634.64 

160,853.60 

51,721.10 

48,163.02 

42,382.24 

4,009.02 


462,081.90 

65,915.45 

415,636.75 

1,775.96 

7,552.41 


19,862.68 
23,969.98 


2,373,433.06 


1911 


1294,065.16 

85,801.81 
18,618.48 
51,193.90 
12,221.40 
88,406.55 

74,546.96 
33,492.63 

172,917.14 

11,759.45 

123,238.38 

151,072.27 

154,593.23 

31,902.32 

3,947.44 

3,327.52 

4,072.68 

21,330.53 

22,559.18 

406,812.83 

71.368.88 

480,496.95 

7,420.94 

7,808.59 
9,294.56 

82,730.51 
22,884.61 


2,537,406.89 


Increase. 


86,049.68 


257.74 
8,358.55 


656.06 
*26i.'67 


15,260.37 
19,818.78 
44,215.58 
39,054.72 


1,085.37 


134,890.21 


348.44 
628.29 


1,578.63 
13,447.09 


13,960.48 
7,437.63 


63.66 
21,330.53 
22,569.18 
34,280.93 
5.453.43 
64,859.20 

5,644.96 

256.18 
9,294.56 

62,867.83 


163,972.83 


NoTi.— Item  18,  hotel  equipment;  item  19,  hotel  incidental  expenses.    These  expenditures  are  now 
carried  under  "general  items,'^and  amounted  to  810,047.50  and  $19,164.10,  respectively. 
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Exhibit  £. — Statement  of  Salart  Disbubsements.  by  Departments  and  Divt- 

SIONS  AND  BT  APPROPRIATIONS,  FOR  THE  FiSCAL    YEAR  ENDED  JUNE  30,   1912. 


Department  or  division. 


Chairman  and  chief  engineer 

Atlantic  division 

Central  division 

PaciAo  division 

Mechanical  division 

Quartermaster's  department 

Subsistence  department 

Examiner  of  aoooonts 

Disbursing  officer 

Penonal-in)ury  claims. 

Total,  construction  and  engineering, 

Sanitary  department 

Personal-Injury  claims. 

Total,  sanitary  department 

Department  of  civil  administration 

Personal-injury  claims 

Total,  department  of  civil  adminis- 
tration.  

Total,  all  departments 


Officers  and  employees. 


Amount. 


$394,838.77 

897,721.05 

730,359.28 

604,607.38 

243,816.02 

423,902.04 

78,192.35 

170,921.76 

65,414.67 

21,260.70 


3,631,034.02 


693,671.24 
237.08 


603,908.32 


616,837.39 
1,890.62 


618,728.01 


4.943.670.35 


Per  cent 
of  total. 


71.54 
20.69 
14.81 
15.92 
11.52 
32.39 
38.24 
100.00 
100.00 
11.32 


20.55 


77.46 
62.44 


77.45 


96.18 
97.43 


96.19 


25.73 


Skilled  and  unskilled 
labor. 


Amount. 


1157, 
3,440, 
4,200, 
3,193, 
1,873, 
884, 
126, 


054.65 
714.09 
816.54 
029.26 
192.41 
763.67 
281.79 


166,506.28 


14,042,351.59 


201,872.35 
142.59 


202,014.04 


24,475.60 
49.92 


24,525.42 


14.268,891.05 


Per  cent 
of  total. 


28.46 
79.31 
85.19 
84.08 
88.48 
67.61 
61.76 


88.68 


79.45 


22.54 
37.56 


22.55 


3.82 
2.57 


3.81 


74.27 


Total  pay 
rolls. 


1551, 

4,338. 

4,931. 

3,797, 

2, 117, 

1,308, 

204, 

170, 

65, 

187, 


893.42 
435.14 
175.82 
629.64 
008.43 
665.61 
474.14 
921.76 
414.67 
766.96 


17,673,^.61 


896,543.59 
379.67 


895,923.26 


641,312.89 


643,253.43 


19,212,562.30 


Exhibit  F. — Construction  op  Panama  Railroad  Co.  Dock  at  Balboa — ^Total 

Cost  to  June  30,  1912. 


Dredging: 

Clearing  for  dredges 

Seagoing  suction  dredge- 
Operation 

Repaira 

Ladder  dredges- 
Operation 

Repairs 

Tugs,  clapets,  and  scows- 
Operation 

Repairs 

Small  boats- 
Operation  

Repaira 

Maintenance  of  miscellaneous  equipment. 

Division  expense 


Total. 


Backfilling: 

Excavation  by  steam  shovel. 

Transportation 

Fillinz?. 

Division  expense 


Total. 


Excavation  for  piers: 

Excavation  oy  hand 

Excavation  by  orange-peel  bucket. 

DiqxMal  of  waste 

Pumping 

Maintenance  of  equipment 

Preliminarv  and  general  work 

Plant,  arbitrary 

Division  expense 


Total. 


Quantityof 
work  done. 


Cu.  pda. 
923,477 

83,562 
83,562 

922,421 
922,421 

922,421 
922,421 

1,005,963 
1,006,963 
1.006,983 
1,005,983 


1,005,963 


7,197 
15,469 
22,666 
22,666 
22,666 
22,666 
22,666 
22,666 

22,666 


Amount. 


1624.59 

3,654.60 
1,427.85 

26,877.62 
11,680.11 

60,667.98 
22,668.63 

3,632.67 

4,212.86 

372.06 

5,888.19 


131,687.25 


804.55 

73.42 

538.31 

113.50 


1,529.87 


18,543.03 
5,680.15 

12,187.73 
8,008.69 
9,765.66 
8,604.07 
4,229.67 
3,497.66 

70,425.66 


Unit  cost. 


la  0007 

.0437 
.0171 

.0291 
.0126 

.0549 
.02«6 

.0036 
.00«2 
.0004 
.0050 


1309 


2.5765 
.3613 
.5877 
.3533 
.4300 
.3796 
.1866 
.1543 

3.1071 
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Exhibit  F. — Construction  of  Panama  Railroad  Co.  Dock  at  Balboa — Total 

Cost  to  June  30,  1912 — Continued. 


jQnantity  of 
work  done. 


Concrete  substructure: 
Wood  forms  in  place. 
Steel  forms  In  place.. 

Cement 

Rock 

Sand 


Mixing 

Placing 

Roenforoements 

Large  rock 

Maintenance  of  equipment 

Preliminary  and  general  work. 

Plant,  arbftxary 

Division  expense 


Total. 


Ironwork  in  dock: 

Placing  and  adjusting. 
Division  exx)ense 


Total. 


Concrete  superstructure: 

Wood  forms  in  place 

Steel  forms  in  place 

Cement 

Rock 

Sand , 

Mixing 

Placixig , 

Reenforpements 

Maintenance  of  equipment 

Preliminary  and  general  work. 

Plant^  arbitrary 

Division  exi)en8e 


Total. 


Fenders: 

Installation 

Division  expense. 


Total. 


Anchorage: 

Excavation  for  anchors. 

Concrete 

Iron 


Plant,  arbitrary. 
Division  expense. 


Ctt. 


yds. 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 

6,341 


6,341 


2,353 
2,353 
2,353 
2,353 
2,353 
2,353 
2,353 
2,353 
2,353 
2,353 
2.353 
2,353 


Amount. 


12,179.94 
5,354.48 

10,091.26 
6,760.51 
2,866.00 
8,385.21 
0,132.87 

30,035.50 
441.31 
4,062.05 
5,234.80 
2,348.01 
2,047.72 


Unit  cost. 


2,069.04 
53.56 


2,142.60 


17,633.41 
117.61 
5,301.41 
1,688.57 
1,122.02 
3,414.48 
1,820.20 
6,333.41 
1,116.58 
1,761.94 
1,056.80 
1,195.26 


2.353       42,561.09 


2,528.19 
28.00 


2,556.19 


QAA 

6i 


4.811.46 

1.891.93 

2,396.48 

673.97 

312.64 


Total ' 10.088.48 


Total  cost I  S."!!, 741. 39 


SO.  3434 

1.7334 

1.0676 

.4522 

1.3224 

1.4403 

4.7365 

.0606 

.6400 

.8256 

.3703 

.4649 


90,749.65  I      14.3116 


7.4941 
.0500 

2.2531 
.7176 
.4768 

1.4511 
.7736 

2.6916 
.4745 
.7488 
.4491 
.5060 


18.0683 


4.8897 
29.5614 


Appendix  J. 

SEPOST  OF  LTETJT.  COL.  G.  A.  DEVOL,  QXJAKTEBMASTEB'S  DE- 
PASTMEH T,  TTKITED  STATES  ABMT,  CHIEF  QUARTESHASTES, 
JS  CEABOE  OF  QUABTEBMASTEK'S  DEPABTMENT. 


IsTF-^iAN  Canal  Commission, 

Quartermaster's  Department, 
Cvlehraj  Canal  Zone,  Jvly  7,  1912, 

Sir:  I  have  the  honor  to  submit  the  following  report  of  the  oper- 
ation of  the  quartermaster's  department  for  the  fiscal  year  ending 
June  30,  1912: 

No  change  in  the  organization  of  the  quartermaster's  dej)artment 
has  been  made  during  the  year,  and  the  duties  performed  are  identical 
with  those  previously  reported. 

The  following  changes  in  personnel  were  made: 

Miraflores  storehouse:  C.  A.  Gilmartin,  storekeeper,  vice  Robert 
Wuerz,  resigned. 

Oatun  storehouse:  Vesper  C.  Dillon,  storekeeper,  viceC.  R.  Bryon, 
resigned. 

Las  Cascadas-Bas  Obispo  district:  Harry  Dundas,  district  quarter- 
master, vice  John  M.  King,  resigned. 

The  work  of  the  department  has  not  diminished;  the  number  of 
employees  and  their  families  quartered  and  cared  for  is  equal  to  that 
of  previous  years.  The  value  of  supplies  received  and  distributed 
was  greater  than  in  any  previous  year.  There  has  nevertheless  been 
a  decrease  in  the  cost  of  operation  as  shown  by  the  following  figures: 


igo»-io 

1910-11 

1911-12 

Work  of  the  quartermaster's  department,  proper 

Work  performed  for  other  departments 

$1,513,210.40 
6M,0S9.45 

11,182,728.01 
663,318.18 

1061,934.39 
793.057.91 

Total 

2,197,209.85 

1,846,046.19 

1,744.992.30 

LABOR. 

The  force  on  the  Isthmus  has  fluctuated  during  the  year,  as  shown 
below: 
Panama  Bailroad  and  Isthmian  Canal  Commission: 

Men. 

June  30,  1911 32.690 

January  10,  1912 38,515 

June  30,  1912 34,957 

In  March,  1910,  the  highest  recorded  force  was  shown  as  38,676.  It 
will  be  noted  that  the  force  in  January,  1912,  is  only  161  short  of 
the  high  figure.    Since  January  there  Has  been  a  reduction  of  3,600 
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men  but  the  end  of  this  fiscal  year  shows  a  force  larger  by  over  2,000 
than  at  the  end  of  the  fiscal  year  1911.  An  analysis  of  the  figures 
of  June  30,  1911,  and  of  June  30,  1912,  show  that  while  there  has 
been  a  decrease  of  approximately  2,900  men  in  the  Atlantic  division 
and  relocation,  this  has  been  more  than  offset  by  increases  in  the 
Panama  Railroad,  Pacific  division.  First  division  of  the  chief  engi- 
neer's office  and  fortification. 

Immigration  to  the  Isthmus  has  continued  to  decrease,  the  excess 
of  arrivals  over  departure  for  the  year  amounting  to  but  3,510.  To 
meet  a  demand  for  unskilled  labor,  at  the  beginning  of  the  fiscal 
year,  the  department  was  obliged  to  bring  in  941  men,  recruited 
by  our  agent  at  Barbados  from  the  small  islands  adjacent. 

This  imdoubtedly  marks  the  last  shipment  of  unskilled  labor  to 
the  canal.  Altogether  44,394  laborers  have  been  brought  to  the 
Isthmus  by  the  Commission,  of  which  11,697  have  been  brought  from 
Europe  and  19,448  from  the  island  of  Barbados.  The  balance  were 
brought  from  other  West  Indian  islands  and  from  Colombia. 

The  supply  and  demand  for  labor  is  about  balanced  at  the  date  of 
this  report.  When  labor  becomes  surplus  it  is  hoped  the  adjacent 
countries  will  absorb  the  surplus  as  it  is  presumed  the  reduction  in 
force  will  be  gradual.  During  the  past  three  months  1,339  laborers 
have  been  taken  over  by  the  United  Fruit  Co.  to  work  in  Guatemala. 

QUARTERS. 

The  Tabemilla-San  Pablo  district  was  abandoned,  this  district 
being  entirely  in  the  lake  area. 

Work  on  the  Balboa  terminals  began  June  1,  and  the  demolition 
of  the  settlement  of  Old  Balboa  is  in  progress. 

The  laborers'  camp  at  White  House  and  other  buildings  in  the  Las 
Cascadas  district  were  altered  and  repaired  as  quarters  for  the  Tenth 
Infantry,  United  States  Army.  This  regiment  was  provided  for  on 
the  Istnmus  at  an  expense  of  $50,000,  payable  from  the  appropri- 
ation ^^Barracks  and  Quarters,"  United  States  Army. 

Quarters  were  opened  up  at  Naos  Island  and  Margarita  Point  to 
take  care  of  the  forces  on  the  fortification  work,  over  500  laborers 
now  being  quartered  at  Naos  Island. 

•  An  analysis  of  the  census  of  occupants  of  quarters  shows  a  decrease 
of  300  in  the  number  of  Americans  and  an  increase  of  700  in  the 
number  of  West  Indians  in  quafcTters.  The  number  of  Europeans 
remains  constant.  Two  hundred  and  ten  of  the  Americans  quar- 
tered are  employees  of  the  McClintic-Marshall  Construction  Co. 

The  census  of  quarters  also  shows  that  of  the  commission  employees 
occupying  quarters  48  per  cent  of  the  married  men  and  but  20  per 
cent  of  the  oachelors  were  men  hired  prior  to  1908. 

With  the  increased  work  on  the  Pacific  side  there  has  been  an 
increased  demand  for  quarters  in  all  districts,  Ancon  to  Pedro  Miguel 
inclusive.  All  gold  and  silver  quarters  are  filled  to  capacity  in  these 
districts.  Congestion  has  been  obviated  by  the  removal  and  reerec- 
tion  of  American-built  houses  from  Tabernilla,  San  Pablo,  Gatun 
spillway  camp.  Empire,  and  Culebra.  There  has  been  no  diminution 
in  the  demand  for  married  quarters,  the  number  of  applications  on 
file  as  of  June  30  being  697,  or  54  more  than  a  year  ago. 
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ZONE    SANITATION. 

In  accordance  with  the  recommendations  of  a  board,  approved  by 
the  chairman,  the  grass-cutting  areas  in  the  various  districts  have 
been  platted  and  measured  and  regulations  compiled  for  sanitary 
inspectors  and  district  quartermasters  with  reference  to  the  method 
of  handling  work  performed  by  the  quartermaster's  department  for 
the  sanitary  department. 

The  amount  allotted  by  the  sanitary  department  to  cover  the  cost 
of  work  performed  by  tne  quartermaster's  department  during  the 
fiscal  year  was  $288,000.  The  amount  expended  by  this  department 
to  peiTorm  this  work  was  $251,768 — a  saving  of  $36,232.  The  cost  of 
sanitary  work  for  the  past  three  years  shows  a  progressive  decrease, 
as  follows : 


Sanitation  proper 

Hospitals,  quarantine,  etc 

Total 


1009-10 

1910-11 

S2»3,693.00 
97,139.81 

1210,403.29 

77,284.48 

330.832.81 

287,687.77 

1911-12 


Sl<*0.675.67 
71,092.40 

251,768.07 


CORRALS. 

The  character  and  amount  of  work  has  remained  about  the  same. 
Delivery  service  is  furnished  to  the  Tenth  Infantry.  Horse  mowing 
machines  are  being  used  in  all  districts,  and  the  work  of  the  sanitary 
department  consequently  requires  more  teams.  Approximately  25 
per  cent  of  public  animals  are  used  on  sanitary  department  work. 

Twenty-four  horses  and  mules  have  been  condemned  and  de- 
stroyed, 10  condemned  and  sold,  6  killed,  and  8  died,  a  total  of  48. 
The  loss  from  disease  has  been  smaller  than  for  a  number  of  years. 

No  animals  have  been  purchased  for  over  three  years,  and  tne  pub- 
lic animals  in  the  quartermaster's  department  average  more  than 
six  years'  service,     ihey  are  in  excellent  condition  notwithstanding. 

BUILDING   CONSTRUCTION. 

There  were  but  22  new  buildings  constructed  during  the  fiscal  year. 
Most  of  these  were  small,  the  total  cost  of  construction  for  the  22 
being  $26,000.  The  only  new  buildings  costing  over  $1,000  were  the 
fire  station  at  Cristobal,  the  caretaker's  house  at  Brazos  Brook,  and  a 
type  27  at  Toro  Point,  these  three  buildings  costing  $21,000.  The 
fire  station  and  the  caretaker's  residence  are  permanent  structures  of 
concrete.  .    ^ 

Eighteen  additions  to  existing  buildings  were  made,  at  a  cost  of 
$71,000.  Of  this,  $63,000  represents  alterations  and  additions  to  the 
Hotel  Tivoli. 

Thirty-six  buildings  were  taken  down  in  sections  and  moved  to 
new  locations,  at  a  cost  of  $58,000.  Fifteen  buildings  were  demol- 
ished, material  moved  to  other  points  and  used  in  construction  of  13 
buildings,  costing  $26,790.30.  Of  the  above,  14  buildings  were  moved 
from  Culebra  on  account  of  slides,  and  25  buildings  from  Tabemilla 
and  San  Pablo  on  account  of  the  flooding  of  the  lake  area. 

The  removal  and  reerection  of  American  buildings,  still  good  but 
useless  in  their  old  locations,  accounts  for  the  small  amount  of  new 
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construction.  This  has  been  a  decided  saving  to  the  Government. 
The  traveling  gangs  of  the  construction  quartermaster  move  and 
reerect  these  buildings  at  an  average  of  30  per  cent  of  the  original  cost 
of  the  buildings  to  the  commission.  The  total  number  of  Duildings 
ihoved  since  July,  1909,  is  133,  of  which  95  have  been  taken  down 
in  sections,  moved,  and  reerected.  The  cost  of  repair  work  has 
decreased  as  follows : 


Repair  work,  quartermaster's  department 

Repair  work,  sanitary  department,  department  of  civil  administration  and  divi- 
sions  

Total 


1910-11 


1156,707.48 
38,497.58 


195,206.06 


1911-12 


1120,912.21 
47,392.31 


168,304.52 


During  the  year,  besides  the  22  new  buildings  erected,  22  buildings 
were  acquired  from  the  Pacific  Mail  Steamship  Co.  at  Naos  Island. 
One  hundred  and  forty-nine  old  French  buildings  were  spld,  realizing 
$8,000.  One  hundred  and  thirty-one  buildings  were  demolished,  a 
total  loss  of  280  buildings.  Most  of  the  buildings  sold  were  small 
sheds.  There  was  a  net  decrease  of  236  buildings.  Of  the  2,148 
buildings  turned  over  by  the  French  in  1904,  but  850  remain. 

SCRAP. 

On  September  26,  1911,  a  contract  was  entered  into  with  the  Chi- 
cago House  Wrecking  Co.  by  which  they  purchased  all  French  scrap 
on  the  Isthmus  as  it  Ties,  for  a  consideration  of  $215,000.  This  com- 
pany is  now  collecting  and  breaking  up  this  scrap.  They  have 
approximately  10,000  tons  at  Cristobal  ready  for  shipment. 

Seven  thousand  and  five  tons  of  American  scrap  were  received  at 
Mount  Hope  during  the  year,  of  which  4,603  tons  came  from  Empire 
and  Goigona  shops;  1,892  tons  were  shipped  to  the  States  and  sold 
in  New  York  at  an  average  price  of  $10.35  per  ton,  the  net  price  real- 
ized being  about  $5  per  ton.  A  contract  has  been  entered  into  with 
the  Chicago  House  Wrecking  Co.  by  which  all  American  scrap  now 
on  hand  and  to  be  accumulated,  wmch  is  not  needed  by  the  Panama 
Railroad  Co.  and  Isthmian  Canal  Commission,  is  to  be  sold  to  this 
company  at  a  price  of  $10.52  per  ton,  f.  o.  b.  Colon. 

Sales  of  scrap  screening,  rope,  rubber  belting,  hose,  and  rubber 
continued  through  the  year.  Messrs.  R.  Rosenberg  &  Sons  Co.  were 
awarded  a  contract  for  this  material  at  the  following  unit  prices: 

Per  cwt. 

Screening $8. 25 

Rope 2.18 

Rubber 2. 10 

Hose 2.50 

Sale  of  this  scrap  for  the  ensuing  year  is  now  being  advertised. 

Practically  all  iron  and  steel  material  that  can  be  classed  as  scrap, 
now  on  hand  or  that  will  be  accumulated,  has  been  disposed  of  at 
terms  that  are  advantageous  to  the  commission.  The  commission 
is  holding  approximately  750,000  pounds  of  American  copper  and 
brass  scrap. 
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Sale  of  scrap  to  date  is  summarized  as  follows : 


French  scrap  (lff,243  long  tons),  and 
American  scrap  (14,188  long  tans). 

Screening 

Rope \.. 

Belting 

Rubber 

Hose 


Total. 


Quantity. 


30,431  long  tons. 

269,476  pounds. . 
138.249  pounds.. 

1,216  i>ounds 

1U,874  pounds. . 
286,772  pounds.. 


Average  selling 
price. 


$11.91  per  ton. 

$7.82percwt. 
S2.16per  cwt. 
$0.54  per  cwt. 
$2.08  per  cwt. 
12.48  per  cwt. 


Amount  realised. 


Gross. 


$362,372.26 

21,085.03 

2,985.20 

6.51 

2,385.11 

7,116.07 


Net. 


$188,453.69 

17,656.91 

2,639.92 

3.41 

2,069.36 

6,138.93 


216,982.25 


PLANT  AND   EQUIPMENT. 

So  far  but  little  of  the  commission's  plant  has  been  retired.  There 
is  maintained  by  the  quartermaster's  aepartment  a  list,  by  units,  of 
all  plant  and  equipment.  This  list  was  inaugurated  October  1,  1911, 
ana  is  now  being  completed  and  brought  up  to  date,  giving  the  equip- 
ment acquired  &om  the  French  Canal  Co.  separately  from  that  pur- 
chased by  the  United  States.  This  list  has  been  brought  down  to  the 
close  of  the  fiscal  year  If  12  and  shows  original  cost,  date  of  purchase, 
from  whom  purchased,  and  physical  conmtion  June  30, 1912.  From 
this  data  catalogues  can  be  prepared  from  time  to  time  when  the  plant 
units  become  surplus  and  are  offered  for  sale.  The  Secretary  of  the 
Interior  was  furnished  a  list  on  February  25, 1912,  of  equipment  in 
service  of  the  Isthmian  Canal  Commission,  suitable  for  railroad  con- 
struction work,  with  approximate  dates  of  release  from  the  service  here. 

Material  to  the  value  of  $193,313.34  has  been  surveyed  and  turned 
into  the  storehouse  for  obsolete  material  during  the  year,  the  amount 
remaining  on  hand  at  price-book  prices  being  $369,000.  The  quan- 
tity was  such  that  additional  faculties  had  to  be  provided  by  con- 
structing an  addition  to  the  storehouse  for  obsolete  material.  Mate- 
rial to  the  value  of  $21,704.65  was  reissued  and  $10,708.94  was  disposed 
of  by  local  sales  from  the  storehouse  for  obsolete  material. 

Much  of  the  material  and  equipment  in  the  storehouse  for  obsolete 
material  was  catalogued  and  advertised  for  sale  in  February,  1912. 
The  bids  on  18  classes  were  rejected  and  awards  to  the  sum  of  $20,858 
were  made  on  8  classes.  A  portion  of  the  steel-lock  forms  used  at 
Gatun  sold  for  $6,758. 

A  portion  of  the  plant  will  probablv  be  retired  during  the  coming 
fiscal  year.  It  is  hoped  that  some  large  construction  iob  may  be 
found  that  will  utilize  both  men  and  material  from  tne  Isthmus. 
Sale  of  plant  to  scrap  dealers  will  necessarily  involve  a  risk  to  them 
and  a  wait  for  their  money,  and  they  will  bid  accordingly.  An  evi- 
dence of  this  was  the  bid  of  10  per  cent  on  original  valuation  of  steam 
shovels  offered  for  sale.  It  is  therefore  believed  a  successful  disposi- 
tion of  the  surplus  plant  at  the  end  of  the  work  will  depend  upon  the 
inauguration  of  some  similar  work  elsewhere. 

MATERIAL  AND  SUPPLIES. 

Thepolicy  of  stock  reduction  has  been  continued  throughout  the  year. 

Comparatively  few  annual  contracts  were  let  this  spring,  as,  with 

the  end  of  the  work  in  sight,  it  becomes  necessary  to  place  increased 
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dependence  on  emergency  orders.  On  certain  classes  of  stock  here- 
tofore covered  by  annual  contracts,  prospective  reguirements  are  so 
small  that  they  can  be  better  covered  by  requisitions  placed  when 
needed. 

The  quantity  and  value  of  supplies  from  the  United  States  during 
the  fiscal  year  were  both  larger  tnan  for  any  previous  year  at  canal 
work;  504,004  tons  of  matenal  to  the  value  of  $10,517,260.99  were 
received.  This  tonnage  does  not  include  the  piling  nor  the  material 
for  the  McClin tic-Marshall  Construction  Co.  and  the  values  do  not 
include  $1,528,447  paid  to  the  McClintic-Marshall  Construction  Co., 
account  of  material  received  on  their  contract.  There  was  a  decrease 
in  the  cement  receipts,  but  an  increase  in  the  amount  of  piling  and  an 
increase  of  over  4,000,000  feet,  board  measure,  in  the  lumber  receipts. 
Prices  on  lumber  and  piling  were  considerably  higher  than  in  previous 
years. 

Eighty-eight  thousand  six  hundred  and  seven  tons  of  material  for 
the  Isthmian  Canal  Commission,  besides  1,338  tons  for  the  Panama 
Railroad  and  private  individuals,  were  handled  over  dock  14  by  the 
depot  quartermaster.  The  cost  of  handling  was  $21,471.96^  or  $8,180 
less  than  at  the  tariff  formerly  charged  by  the  Panama  Railroad.  A 
new  dock  at  Mindi  was  completed  and  dynamite  ships  are  berthed 
there.  Due  to  the  congested  conditions  afr  the  Panama  Railroad 
dock  at  Balboa,  delays  were  experienced  berthing  and  discharging 
vessels  bringing  lumber  from  the  Pacific  coast,  but  the  completion  of 
the  new  lumber  dock  at  Balboa  should  obviate  this  in  future. 

A  large  amount  of  material  has  been  recovered  .from  the  work  and 
returned  to  stock.  The  Central  and  Atlantic  divisions  and  the  reloca- 
tion, part  of  whose  work  has  been  completed,  have  turned  in  material 
to  the  value  of  $680,000.  Clean-ups  of  repair  shops,  etc.,  were  made, 
and  repair  parts,  fittings,  and  miscellaneous  material  were  turned  in 
in  large  quantities.  Nevertheless  the  storehouses  have  absorbed  this 
material  and  have  shown  an  absolute  reduction  in  stock  of  $790,568.50. 
The  following  statement  shows  the  actual  total  reduction- 

Stock  on  hand  June  30,  1911 $4,511,781.46 

Material  returned  to  stock  by  outside  divisions 862, 400. 78 

5, 374, 182. 24 
Stock  on  hand  June  30,  1912 3, 721, 212. 90 

Reduction 1,652,969.34 

Every  storehouse,  with  the  exception  of  Ancon  and  Toro  Point, 
show  a  decrease  in  stock  carried.  The  depot  and  the  two  largest 
storehouses  (Empire  and  Gorgona)  show  the  following  decreases: 

Mount  Hope $138, 958. 44 

Gorgona 196,323.63 

Empire 162,984.87 

Exhibit  No.  16,  appended,  gives  the  value  of  the  different  classes  of 
material  carried  in  stock,  as  shown  by  the  inventories  of  1911  and 
1912.  Of  the  43  classes  of  material  covered,  33  show  a  stock  reduc- 
tion. Class  43,  miscellaneous  material  carried  for  the  entire  work, 
shows  the  greatest  absolute  and  relative  reduction,  viz,  $637,000,  or 
over  25  per  cent. 

The  repair  parts  do  not  make  as  good  a  showing,  although  in  some 
classes,  notably  air-brake  material,  car  parts,  locomotive  parts, 
dredge  parts,  and  drill  parts,  the  stock  has  been  materially  reduced. 
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There  has  been  a  reduction  of  $77,000  in  the  amount  of  steam-shovel 
partS;  but  the  value  of  this  class  of  stock  remains  over  S300.000  and 
there  is  little  prospect  of  working  it  off  before' the  end  of  the  work. 
The  same  holds  true  of  the  stock  of  inspirators  and  injectors,  the 
special  electrical  material  on  hand  at  Gatun  store,  the  stock  of  Lid- 
gerwood  unloader,  spreader,  and  cableway  repair  parts. 

A  large  amount  oi  track  material  was  salvaged  during  the  year — 
the  material  from  the  old  main  line  of  the  Panama  RaUroad  between 
Gatun  and  Gorgona,  the  central  division  tracks  in  the  Bohio-Taber- 
nilla-San  Pablo  districts,  and  some  trackage  from  the  relocation. 
Over  $200,000  worth  was  turned  in  to  Mount  Hope  and  Empire,  of 
which  $118,000  worth  has  been  reissued. 

TJie  retail  business  of  the  department,  viz,  issues  from  line  store- 
houses, has  amounted  to  $8,266,278.23,  and  the  percentage  of  operat- 
ing expenses  to  issues  is  2.52  per  cent. 

Mount  Hope  invoiced  material  to  the  amount  of  $9,483,033  to 
departments  and  divisions  and  issued  for  stock  to  line  storehouses 
approximately  $4,550,000.58.  There  has  been  issued  and  sold  to  the 
Tenth  Infantry,  Marine  Corps,  and  Navy  Department  material  of 
the  value  of  $21,000. 

Dead  stock  has  been  deaned  up  and  turned  in  to 'the  amount  of 
$480,000.  The  material  on  hand  in  line  storehouses  now  represents 
active  stock,  with  the  exception  of  the  repair  parts  above  men- 
tioned, whicn  can  not  be  worked  off. 

The  depot  quartermaster  and  line  storekeepers  deserve  much  credit 
for  their  efforts  toward  stock  reduction.  They  have  made  every  effort 
to  place  surplus  stock  where  it  could  be  used  to  advantage. 

The  approaching  completion  of  the  work  complicates  me  situation 
in  regard  to  material,  ag  it  dailv  leaves  a  shorter  margin  of  time  in 
which  to  dispose  of  stock.  On  the  other  hand,  the  work  still  demands 
over  $12,000,000  of  material  annually,  and  construction  work  is  pro- 
gressing at  a  rate  of  speed  that  will  permit  no  delay  in  supplj.  It 
will  be  impossible,  therefore,  to  come  to  a  full  stop  with  notmng  on 
hand,  but  an  endeavor  is  being  made  to  make  the  amount  as  small 
as  is  consistent  with  wise  economy. 

RespectfuUy,  C.  A.  Devol, 

Chief  Quartermaster. 

Col.  Geoboe  W.  Goethals,  U.  S.  Army, 

Chairman  and  Chief  Engineer ^  Culeora,  Canal  Zone, 


Exhibit  1 .  Force  actually  at  work  June  30,  1912. 

Exhibit  2.  Statement  showing  force  at  work  for  the  Isthmian  Canal  CommlsBion 
and  Panama  Railroad  Co.,  1906-1912. 
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1 3.  Occupants  of  commiaBion  quarters,  June  30, 1912. 

1 4.  Applications  for  married  quarters  on  file,  June  30,  1912. 
t  5.  Animals  in  commission  corrals,  June  30,  1912. 

t  6.  Number  of  buildings  on  the  Canal  2ione.  June  30,  1912. 
t  7.  Buildings  constructed,  fiscal  year  1911-12. 
1 8.  Buildings  sold  and  demolished^  fiscal  year  1911-12. 
t  9.  Value  ot  material  received  dunng  fiscal  year  1911-12. 

1 10.  Freight  statement,  fiscal  year  1911-12. 

1 11.  Important  items  due  on  United  States  requisitions. 

1 12.  Important  items  of  material  purchased  from  inception  of  work« 

1 13.  Important  items  of  material  received,  1911-12. 

1 14.  Values  of  stock  on  hand  at  storehouses. 

1 15.  Classification  of  material  in  stock  at  storehouses. 

1 16.  Material  returned  to  stock  by  departments  and  divisions. 
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ExHiBTr  2. — StaUment  showing  force  at  work  for  the  Isthjnian  Canal  ComnUsnon  and 

Panama  R.  R.  (Jo.from  December ,  1906,  to  June,  1912. 


Year  and  month. 


vaoembflr. 


igo6.i 


1907.i 


January... 
February.. 

Karch 

April 

MAy 

June 

July 

August 

Sentember. 
OetSber... 
November. 
December. 


January... 
February. . 
March..... 

April 

May 

June 

July 

August.... 
September. 
October. . . 
November. 
December. 


igo6.i 


January... 
February.. 

March 

AprU 

May 

June 

July 

August 

September. 
October... 
NovembCT. 
December. 


1000.1 


January... 
February.. 
March..... 
April 

M»y 

June 

July 

August 

September. 
October. . . 
November. 
December. 


1910.1 


Commission. 


Gold. 


3,881 


4,083 
4,367 
4,411 
4,570 
4,466 
4,404 
4,629 
4,646 
4,638 
4,992 
4,822 
4,668 


,936 
,083 
,  Vvv 
,960 
,746 
,687 
,477 
,390 
,328 
,183 
,161 
,276 


4,296 
4,334 
4,381 
4,366 
4,262 
4,166 
4,198 
4,070 
4,191 
4,376 
4,372 
4,339 


,632 
,602 
,663 
,466 

,368 
,367 
,380 
,446 
,439 
,696 
,646 
,706 


Silver. 


16,604 


16,987 
18,680 
19,706 
19,697 
20,106 
18,923 
19,632 
19,487 
18,960 
20,836 
20,607 
19,096 


20,498 
20,746 
»,666 
21,168 
31,036 
20,991 
21,049 
21,486 
21,129 
20,762 
19,803 
20,142 


20,683 
»,868 
21,362 
22,480 
22,032 
22,302 
22,740 
22,449 
23,168 
33,411 
22,014 
22,906 


25,218 
25,212 
26,284 
24,726 
25,192 
24,717 
25,373 
25,606 
25,229 
25,097 
35,044 
24,383 


Total. 


19,486 


31,090 
33,037 
34,119 
24,267 
24,670 
23,327 
24,161 
24,083 
23,607 
25,828 
25,329 
33,763 


26,438 
36,838 
36,663 
26,118 
25,881 
25,678 
25,626 
35,883 
35,457 
34,936 
33,964 
34,417 


34,878 
35,193 
35,733 
36,836 
36,294 
26,468 
26,938 
35,619 
37,349 
37,787 
36,386 
37,344 


30,760 
39,814 
30,837 
29,211 
29,660 
29,084 
29,901 
29,960 
29,688 
29,603 
29,690 
20,006 


Total. 


Pan- 
ama 
R.  R. 


4,416 


4,796 
4,676 
6,249 
6,476 
4,893 
6,119 
6,193 
6,834 
6,338 
6,139 
6,148 
4,940 


6,657 
6,430 
7,103 
7,053 
7,053 
6,622 
6,704 
6,794 
6,132 
6,766 
6,863 
6,091 


6,393 
6,623 
7,263 
6,864 
6,365 
6,472 
6,963 
7,223 
7,861 
7,618 
7,422 
6,701 


7,636 
7,644 
7,839 
7,692 
7,236 
6,494 
6,649 
6,917 
6,681 
6,641 
6,960 
6,044 


Pan- 
ama 
R.  R. 
and 
com- 
mis- 
sion. 


23,901 


35,816 
37,613 
30,368 
29,742 
29,462 
29,446 
30,363 
29,867 
29,845 
31,967 
31,477 
28,703 


31,986 
32,258 
32,656 
33,170 
32,933 
31,200 
31,330 
31,676 
30,589 
30,701 
39,837 
30,608 


31,371 
31,816 
32,996 
33,609 
32,669 
32,940 
33.901 
33,742 
36,210 
35,405 
33,808 
33,946 


37,386 
37,468 
38,676 
36,903 
36,796 
36,678 
36,460 
36,867 
36,369 
36,334 
36,660 
36,142 


Laborers. 


Europeans. 

Coloi 

20 

16 

'1 
13 

cents. 

cents. 

cents. 

1,691 

706 

211 

1,986 

447 

213 

2,380 

442 

251 

2,993 

332 

282 

3,106 

467 

374 

3,908 

411 

492 

3,929 

388 

205 

3,980 

419 

281 

4,066 

428 

309 

4,374 

218 

515 

4,839 

295 

770 

4,764 

292 

806 

4,618 

276 

852 

4,978 

276 

906 

6,016 

472 

728 

4,897 

610 

692 

4,773 

693 

729 

4,400 

662 

684 

4,413 

600 

637 

4,187 

668 

616 

4,606 

411 

1,374 

4,865 

377 

1,263 

6,793 

327 

1,343 

4,422 

368 

1.593 

4,617 

188 

2,010 

4,698 

220 

2,336 

4,720 

285 

1,969 

4,690 

478 

1,923 

4,100 

610 

6,740 

3,817 

359 

2,664 

3,672 

476 

1,797 

3,691 

485 

2,005 

3,446 

630 

2,681 

8,442 

644 

2,677 

3,366 

661 

2,906 

3,100 

704 

2,786 

3,396 

1,113 

4,086 

3,641 

1,221 

4,289 

3,451 

1,135 

4,452 

3,710 

1,663 

4,687 

3,662 

1,596 

4,054 

3,660 

1,936 

3,678 

3,364 

1,986 

3,675 

3,606 

2,066 

3,793 

3,636 

1,960 

3,850 

3,411 

1,679 

4,042 

3,409 

1,611 

3,273 

3,296 

1.526 

3,358 

3,311 

1,440 

3,229 

10 
cents. 


6,430 


7,017 
7,227 
7,286 
6,716 
6,281 
6,216 
4,824 
4,347 
3,749 
4,031 
3,663 
3,689 


3,748 
3,643 
3,677 
3,738 
4,139 
4,616 
4,344 
4,566 
4,103 
4.004 
3,854 
3,682 


3,560 
3,315 
3,124 
3,229 
5,646 
6,370 
5,558 
5,793 
6,009 
5,754 
6,167 
6,113 


6,579 
5,420 
5,195 
4,878 
5,287 
6,187 
6,714 
5,694 
5,485 
5.067 
5,126 
4,973 


1  Panama  R.  R*  IndndM  Panama  R.  R.  andoommiasary. 
61012'— 12 26 
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Exhibit  2. — Statement  shoxuing  force  at  work  for  the  Isthmian  Canal  Commission  and 
Panama  R.  R.  Co.  from  December,  1906 j  to  June,  1912 — Continued. 


YeqiT  and  month. 


]911.i 

January 

February 

March 

April 

May 

June 

July 

August 

September 

October 

November 

December 

1912.1 

January 

February 

March 

April 

May 

June 


ComTniiMln 

n. 

Total. 

Pan- 

ama 

Pan- 

R. R. 

Gold. 

Silver. 

Total. 

ama 
R.  R. 

and 
com- 
mis- 
sion. 

4,875 

24,967 

29,842 

7,429 

37,271 

4,821 

23,729 

28,550 

6,916 

35,466 

4,718 

24,132 

28,850 

6,956 

35,806 

4,540 

23,592 

28,132 

7,127 

35,259 

4,345 

23,347 

27,692 

7,104 

34,796 

4,292 

21,795 

26,087 

6,603 

32.690 

4,250 

23,490 

27,740 

6,941 

34,681 

4,141 

24,731 

28,872 

6,776 

35.648 

4,112 

25.511 

29,623 

7,692 

37,315 

4,229 

25,312 

29,541 

7,728 

37,269 

4,279 

25,504 

29,783 

7,807 

37,590 

4,420 

25,439 

29,859 

7,967 

37,826 

4,332 

25,818 

30,150 

8,024 

38, 174 

4,500 

26,345 

30,845 

6,796 

37,641 

4,338 

25,746 

30,084 

5,973 

36,057 

4,276 

25,078 

29,354 

6,782 

36, 136 

4,129 

24,143 

28,272 

6,791 

35,063 

4,125 

24,444 

28,560 

6,388 

34,957 

Laborers. 


Europeans. 


20 
centsi 


3,443 
3,190 
3,344 
3,125 
2,992 
2,958 
3,926 
4,297 
4,575 
4,425 
4,200 
4,P75 


4,037 
4,159 
4,149 
4,024 
3,861 
3,811 


16 
cents. 


1,300 

1,166 

1,282 

1,172 

1,031 

876 

100 

44 

42 

446 

591 

755 


754 
765 
686 
506 
464 
560 


Colored. 


13 
cents. 


3,576 
3,499 
3,583 
3,883 
3.981 
3,752 
4,787 
5,137 
5,113 
4,997 
5,219 
5,421 


5,643 
5,910 
6,881 
5,474 
4,830 
4,891 


10 
cents. 


4,8« 
4,123 
4,343 
4,088 
4,135 
3,575 
4,168 
4,679 
4,985 
4,546 
4,482 
4,100 


4,118 
4.080 
3,895 
3,891 
4,007 
4,101 


1  Panama  R.  R.  includes  Panama  R.  R.,  commissary,  and  relocation. 
Exhibit  3. — Occupants  of  commission  quarters,  June  30,  1912. 


« 

Gold. 

Europeans 

■ 

Place. 

Men. 

Women. 

Chil- 
dren. 

Men. 

Women. 

Chil- 
dren. 

Men. 

Women. 

Chil- 
dren. 

Balboa 

252 
417 
379 

19 
272 
213 
346 
509 
174 

77 
718 
790 
759 

61 

49 

90 
243 

80 
2 

74 

78 
188 
312 
101 

43 
240 
211 
262 

14 

22 

124 

123 

78 

1 

77 

81 

181 

299 

86 

49 

297 

192 

273 

23 

29 

263 

73 

226 

580 

333 

255 

413 

505 

206 

263 

90 

1,223 

349 

64 

81 

« 

355 
742 
290 
139 
302 
245 
370 
536 
277 
200 
310 
1,096 
1,294 
321 
221 

A-ncon ■  . . 

11 
5 
5 

31 
137 
120 
126 
129 

35 
109 

22 
209 

3 

Corosal 

5 

Miraflores 

3 
6 
3 
47 
50 
36 
48 
11 
28 

11 
9 
11 
90 
76 
52 
70 
22 
50 

4 

Pedro  Miguel 

36 

pfiraiso ,  _ 

171 

Culebra 

174 

Empire 

182 

Las  Cas(»das 

IZJ 

Bas  Obispo 

37 

0«rgOT|ft ,     . , 

141 

Gatun 

33 

Cristobal 

351 

Toro  Point 

Porto  Bello 

2 

2 

Total 

5,035 

1,960 

1,913 

4,926 

241 

391 

6,698 

941 

1,27ft 

Exhibit  4. — Applications  for  married  quarters  on  file  June  SO,  1912. 


Stations. 


Balboa 

Anoon 

Anoon  Hospital. 

Corosal 

Pedro  Miguel.... 

Culebra 

Empire 

LasCascadas 


List 
No.  1. 


2(1) 


1(1) 
1 


List 
No.  2. 


Stations. 


Bas  Obispo. 

Gorgona 

Gatun 

Cristobal... 
Toro  Point. 
Porto  Bello. 

Total. 


List 
No.  1. 


6(2) 


List 
No.  2. 


29  (  7) 

73(32) 

101  (12) 

126(11) 
3 
7(5) 


eOl  (153) 


Note.— The  figures  in  parenthesis  show  the  number  of  applicants  aheady  occupying  regular  or  nonhoua&. 
keeping  family  quarters  at  stations  other  than  those  at  which  applications  are  med. 
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Exhibit  5. — Animals 

in  commission  corrals  June  SOy  1912. 

stations. 

Ameri- 
can 
horses. 

Native 
ponies. 

Mules. 

Police 
ponies. 

Private 
animals. 

Total. 

Anoon ,..,,,--., , .  -  . 

30 
2 
2 
8 
6 

6 

116 
12 
19 
29 
45 
20 
15 
50 
69 
2 

14 
3 
3 
1 
5 
2 
2 
3 
1 

41 

207 

Coroial 

17 

Pedro  Mig^iel 

1 
2 
4 
2 
1 
1 
1 

11 
21 
22 

1 
12 

6 
29 

36 

Colebra.  7. 

61 

Empire 

81 

Las  Cascadas r 

25 

Gorsona 

ao 

Gatun 

3 
15 

63 

Cristobal 

115 

Toto  Point 

2 

Grand  total 

65 

18 

377 

34 

143 

637 

Exhibit  6. — Number  of  buildings  on  the  Canal  Zone  June  SO,  1912. 


Stations. 

Isthmian 
Cannl 

Commis- 
sion. 

French. 

Total. 

Stations. 

Isthmian 
Canal 

Commis- 
sion 

French. 

Total. 

Alh^Jnela 

2 

202 

97 

09 

14 

1 

36 

58 

155 

1 

188 

9 

193 

3 

239 

149 

87 

2 

41 

27 

135 

34 

1 

10 

27 

106 

4 

243 

124 

204 

48 

2 

46 

85 

260 

1 
258 

9 
303 

3 
239 
257 
151 

LasSabanas 

Mamei 

2 
1 
7 

32 

20 
1 
9 

16 
1 

99 
103 

55 
5 

34 
1 

2 

Anoon 

1 

Balboa 

Margarita  Island . . . 
Mirafloi^fw , 

7 

fias  Obispo 

Camp  "E.S.Otis". 
Cooes  Lane 

27 

59 

Naos  Island 

NewFriJoles 

NombredeDios 

PaloSeco 

20 

1 

Colon  Hospital 

g 

16 

Cristobal 

PiinftTnft, ,  , . 

2 

63 
19 

3 

CmC68  •••.••••..... 

Paraiso 

162 

Culebra 

Cnf ^hra  fffland  -  - .  -  - 

70 

Pedro  Miguel 

Porto  Beuo 

Taboga  Island 

Toro  Point 

122 
56 

Empire 

110 

4 
1 

9 
35 

Gatun 

Vigia 

1 

108 
64 

Total 

I^AS  Cascadas 

1,889 

850 

2,739 

Exhibit  7. — Buildings  constructed,  fiscal  year  1911-12. 


Department  or  division. 

New  structures. 

Additions. 

Total. 

Number. 

Cost. 

Number. 

Cost. 

Number. 

Cost 

Quartermaster's    department    and 
general  use 

3 

2 

7 

\ 

1214.33 

288.22 
4,204.62 
6,059.65 

253.99 

7 

15,466.18 

10 

2 

7 
3 
1 
3 
3 
3 
5 
2 
1 

$5,680.61 

Chief  engineer: 

FiiB^  division 

288.22 

Fortification 

4,204.62 

Atlantic  fiMffton 

1 

253.87 

6,313.52 

Pafrfflc  division. , 

263.99 

Mechanical  division 

3 
3 
2 

1 

731.91 

63,937.85 

1,027.61 

166.86 

731.91 

Pnbsistenice  departipent 

63,937.86 
1,080.89 

Commissary  d^p^rtTPent 

1 
4 

2 

53.28 

1.690.24 

13,838.16 

1,857.10 
13.838.16 

Civil a'fiP*mst'*U«ii,..             .,   . 

Canal  Zone  government 

1 

170.27 

170.27 

Total 

22 

26,602.49 

18 

71,754.55 

40 

98,357.04 

SUMMARY. 


Number. 


New  buildinn 

Additions  to  Duildings 

Buildings  taken  down  in  sections  and  moved  to  new  locations 

Buildings  demolished  and  material  used  in  construction  of  new  buildings  at  other 
points 


Total. 


22 
18 
36 

15 


Cost. 


826,602.49 
n, 754. 65 
58,505.09 

26,790.30 

183,663.43 
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Exhibit  8. — Buildings  sold  and  demolished,  fiscal  year  1911-12. 


Stations. 


Nao8  Island. . 

Balboa. 

Aooon 

Goirosal 

Pedro  Miguel. 

Paralso 

Colebra 

Bmpire 

LasCasoadas. 
Bas  Obispo. . 

GoKoiia 

San  Pablo.... 
Tabernilla.... 

Frijolee 

BdUo 

Qatiin 

Gzistobal 


BoildingB  sold. 


Namber. 


Amount 
received. 


Bund- 
InEsde- 
SKdislied 


2 
10 


Total 

sold  and 

demol- 

i^ied. 


2 
10 


29 
1 
2 
1 
2 
7 

43 

45 
3 

10 


$1,220.00 

eaoo 

235.00 
30.00 

13a  00 

215.00 

2,133.50 

3,283.25 

75.00 

075.00 


Total. 


140 


7,000.75 


1 
2 


89 
2 
5 

12 
3 

18 

30 


4 
2 
1 


131 


1 

2 

20 

40 

4 

0 

14 

10 

61 

75 

3 

20 

2 

1 
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Exhibit  11. — Important  items  dtte  on  United  States  requisitions  June  SO,  1912. 


Articles. 


Bridge,  bascule,  for  Panama  R.  R 

Cement barrels. 

Dvnamite pomids. 

Other  blasting  suppUes 

Lumber feet  b.  m. 

Material  for  locks: 

Lock-gate  leaves  (includes  cost  of  erection) 

Machmery  to  operate  Stoney  gate  valves 

Emergency  dams 

Locomotive  track  material 

80  gate  recess  covers 

Miter  gate  moving  and  miter  forcing  machinery 

Gates,  caissons,  fixed  irons,  footbrid^  for  spillways,  etc 

Plant  and  materials  for  hydroelectnc  station  at  Oatun 

Material  for  chain  fenders  for  all  locks 

Electric  towing  locomotives  for  all  canal  locks 

Snubbing  posts  iand  springs,  anchors,  etc.,  for  buffers  on  lock  walls 

Spillway  gate  machines  ana  spar^  parts 

Miscellaneous  material  for  rack  railway  and  miter  gates 

Crank  gear  recess  cover  seats 

General  control  apparatus  for  lock  machinery 

Motors,  centrifugalpumps,  etc.,  for  all  locks ! 

Crossovers  for  electric  towing  locomotives I 

Insulated  cable  for  the  power  supplv  and  control  of  lock  machinery j 

Transformer-room  equipment  for  all  locks I 

Auxiliary  electric  equipment  for  hydroelectric  station,  Gatun 


Quantity. 


1,662,857 
3,086,600 


13,319,769 


Material  for  lighting  and  buoying  the  canal 

Piling pieces. 

Rail,  steel gross  tons. 

Ties,  cross  and  switch 

Supplies,  foundry 

Tanks,  4,  steel,  for  oil  storage 


6,428 

900 

40,000 


Value. 


$24,390.00 

1,620,628.44 

463,003.60 

69,464.27 

420,096.41 

3,846,247.36 

756,064.90 

2,146,850.35 

153,611.82 

1,416.00 

658,261.06 

213,402.12 

137,281.68 

469,754.84 

622,967.35 

7,212.24 

71,363.29 
,  6,442.75 

19,970.07 
200,061.00 
173,614.66 

44,142.00 
132,028.60 
251,405.37 

46,000.00 


9,867,037.41 
164,970.00 
141,347.73 
28,215.00 
31,520.00 
39,200.80 
80,000.00 


Exhibit  12. — Important  items  of  maieiial  purchased  from  inception  of  canal  work,  1904, 

to  June  SO,  1912. 


Articles. 


Barges 

Boats,  tug 

Brick— building,  fire,  and 
paving 

Caoleways 

Cars 

Cement barrels. . 

Compressors,  air 

Cranes 

Dredges 

Drills,  rock 

Drivers,  pile 

Exi^oslves: 

Dynamite,  .pounds . . 
Other  blasting  sup- 
plies  

Forage  and  corral  sup- 
plies  


Furniture: 

Married  quarters. . 
Bachelor  quarters. 
Hospital  quarters.. 
Laborers'  quarters. 


Quantity. 


44 

9 


7 

4,181 

4,594,143 

28 

87 

14 

725 

4 

49.810.389 


Value. 


$1,092,830.00 
566,73400 

256,307.60 

365,050.90 

4,655,355.79 

4,772.594.94 

125,604.77 

666,228.81 

2,292,128.00 

288,376.59 

28,305.00 

5,980,816.96 

586,803.73 

707,112.50 


271,025.74 

147.143.50 

76,606.66 

206,809.00 


708.644.89 


Articles. 


Live  stock: 
Horses. 
Mules. . 
Cows.. 


m. 


Locomotives 

Lumber feet  b 

Material  for  locks 

Piling pieces. . 

Plants: 

Power 

Material  handling. . . 

Rock  crusher 

Filtiation 

Pumping 

Boiler 

Hydraulic  dredging . 

Steel  foundry 

Ralls,  steel 

Roofing,  corrugated  Iron. 

Screening,  wire 

Shovels,  steam 

Spreaders,  earth 

Ties,  cross  and  switch. . . 
Unloaders 


Quantity. 


205, 


189 
004,334 


132,078 

3 
3 
4 
3 
2 
2 
1 
1 
62,637 


2, 


102 

2B 

035,218 

29 


Value. 


$39,212.50 
99,572.60 
10, 65a  00 


149.434.50 
1,942,602.00 
4,822,182.12 
4,954,916.55 
1,548,374.00 

366,523.97 

689,358.60 

200,164.68 

33,260.00 

14,960.00 

114,961.00 

192,868.00 

11,742.39 

1,970,419.75 
488,420.20 
394,829.25 

1,094,879.96 
139,687.00 

1,677,630.21 
158,839.00 
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Exhibit  13. — Important  items  of  material  received  July  1,  1921 ,  to  June  30, 1912. 


Articles. 


Cement banels. 

Cranes 


Dredge ^ 

Dynamite pounds. 

Other  blasting  supplies 

Forage  and  oorralsupplies 

Lumber faetb.  m. 

Material  for  locks  and  lock  work: 

Valve  frames 

Lock-gate  leaves 

Fixed  irons  for  rising  stem  gate  valves,  etc 

Machinery  to  operate  Stoney  gate  valves 

E  mergency  dams 

Locomotive  track  material 

80  gate  recess  covers 

Miter  gate  moving  and  miter  forcing  machinery « 

Gates,  caissons,  fixed  irons,  and  footbridges  for  spillways 

4  intake  bridges,  ete 

Vitritied  tile  and  mandrels 

Plant  and  materials  for  hydroelectric  station  at  Qatun 

Snubbing  posts  and  springs,  anchors,  eto.,  for  buffers  on  lock  walls 

Miscellaneous  material  for  rack  railway  and  miter  gates 

Crank  gear  recess  cover  seats 


Oils  and  greases 

Piling pieces. . 

Rails,  steel gross  tons. . 

Other  track  material 

Steel— flat,  round,  square,  tool,  ete 

Steel  for  Cristobal  dock  construction 

Ties,  cross  and  switeh 


Quantity. 


1,621,435 

13 

1 

9,478,039 


27,223,119 


19,715 
2,650 


278.914 


ValOD. 


31,491,720.20 

106,600.00 

899,340.00 

1,250,413.74 

88,63L33 

88,614.22 

758,919.02 


8,439.21 

1,528,227.47 

155,456.60 

193,124.00 

96,218.03 

549,162.57 

127,944.00 

23,785.60 

324,263.66 

20,951.42 

85,35a  00 

19,306.00 

18,135.31 

2,926.01 

10,45L57 


3, 163, 74a  44 
126,973.81 
298,794.22 

83,077.50 
152,066.52 

94,042.09 
228,165.07 
219,784.23 


Exhibit  14. —  Values  of  stock  on  hand  at  storehouses. 


storehouses. 


Porto  Bello 

Toro  Point 

Oistobal  shops 

Dry  dock  st<jre 

Mount  nope  depot 

Gatun..: 

Tabemllla 

Gorgona 

LasCascadas 

Empire 


June  30, 1911. 


1100, 

20, 

109, 

260, 

1,502, 
338, 

1, 
841, 

16. 
936, 


345.26 
693.76 
994.72 
755.65 
838.23 
036.71 
926.78 
072.54 
265.12 
037.25 


June  30, 
1912. 


$75,714.74 
25,490.36 
70,076.22 

194,906.69 
1,363,879.79 

271,6iai6 


644,748.91 

10,772.80 

773,062.38 


Storehouses. 


Culebra 

Pedro  Miguel. 

Miraflores 

Corosal 

Ancon 

Balboa 


Total 

Decrease  in  stock  value 
as  of  June  30, 1912 


June  SO,  1911. 


85,294.54 
30,633.03 

138,239.60 

1,990.73 

10,766.40 

207,882.14 


4,511,781.46 


June  30, 
1912. 


$3,429.13 
24,664.81 

101,929.77 

1,332.88 

16,003.06 

143,60L18 


3,721,212.90 
790,568.56 
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Exhibit  15. — Classification  of  material  in  stock  at  storehouses. 


Class 
No. 


June  30, 1911. 


June  80, 1012. 


1 
2 
8 

4 
6 

e 

7 
8 
0 
10 
11 
12 
13 
14 
15 
16 
17 
18 
10 
20 
21 
22 
23 
24 
25 
26 
27 
28 
20 
30 
31 
32 
33 
84 
35 
36 
37 
38 
30 
40 
41 
42 
43 


New  York  air-brake  material 

Westinghouse  air-brake  material 

Lubricators,  oil  cups,  and  parts 

Injectors,  inspirators,  ejectors,  and  parts 

Pop  valves  and  parts 

Steam,  air,  and  vacuum  gauges,  and  parts 

Water  gauges  and  flttinfis 

HisoelJaneous  boiler  ana  engine  fittings 

Twist  drills,  reamers,  cutters,  tools,  etc 

Pneumatic  and  electric  hand  tools  and  parts 

General  stock  of  electrical  material 

Special  stock  of  electrical  material 

Oar  repair  parts 

Crane  repair  parts 

Locomotive  repair  parts 

Lidgerwood  unloaoer  repair  parts ^ 

Spreiader  repair  parts 

Pile  driver  repair  parts 

Track  shifter  repair  parts 

Motor  car  repair  parts 

S team  shovel  repair  parts 

Rock  channeler  repaJr  parts 

Well  drill  repair  parts 

Rock  drill  repair  parts 

Drill  sharpener  repair  parts 

Tugboat  repair  parts 

Suction  dredge  repair  parts 

Ladder  dredge  repair  parts 

Dipper  dredge  repair  parts 

Clapet  repair  parts 

Towing  machine  repair  parts 

Barge  repair  parts 

Miscellaneous  repair  parts 

Cableway  repair  parts 

Track  material,  except  track  tools 

Air  oompressOT  repair  parts 

Explosives,  fuses,  etc 

Blasting  batteries,  galvanometers,  and  parts 

Rough  castings 

Foundry  supplies  only 

Miscellaneous  machine  parts 

Miscellaneous  material  not  carried  at  Mount  Hope  depot. 
Miscellaneous  material  carried  at  Mount  Hope  depot 


2. 


127,300.06 

66,588.60 

20,206.53 

39,406.12 

15,224.38 

2,121.25 

5,156.04 

0,003.64 

24,194.30 

10,460.18 

180,327.44 

49,97a  14 

188.806.45 

62,509.28 

87,03a  35 

13,553.31 

11,202.34 

1,314.68 

84.72 

1,867.06 

396,675.98 

1,09a  50 

23,610.00 

68,628.64 

064.23 

16,40a83 

106,754.36 

53,756.33 

89,787.84 

4,286.75 

3,89a  74 

3,2ia62 

75,750.26 

17,307.66 

106,712.19 

8,90a47 

25, 06a  03 

1,181.09 

169,614.99 

37,535.69 

22,982.88 

62,313.95 

453,799.67 


|21,26&94 

46, 14a  37 

18,358.96 

35,731.59 

18,88a  86 

1,415. 11 

2,971.49 

10,302.04 

21,363.60 

14,523.56 

134,496.56 

46,571.16 

143,463.30 

52,812.60 

76,311.04 

14,004.93 

10, 59a  56 

967.99 

69.66 

3,889.92 

819, 65a  60 

543.85 

12,787.21 

48, 56a  52 

887.13 

5,102.91 

91,209.26 

28,842.54 

26,30a36 

3.806.60 

3,001.32 

4,5aa80 

64,852.19 

20,748.23 

189,947.04 

4,664.88 

148,063.68 

8,381.00 

131,967.83 

40,719.03 

31, 18a  93 

61.57&37 

1.816, 28a  50 


Total 

Net  reduction  in  stock. 


4,511.781.46 


3,921,212.90 
790, 66a  56 


Exhibit  IC. — Material  returned  to  slock  by  departments  and  divisions y  July  1,  1911,  to 

June  SOy  1912. 

Atlantic  division 8247,701.61 

Central  division 294,669.01 

Pacific  division 68.738.22 

Mechanical  division 66. 12a  98 

Relocation,  Panama  Railroad 138,08a85 

Chief  engineer: 

First  division 47.80 

Lighthouse  subdivision 6ia  76 

TUrd  division 41.96 

Fortification  work 2,92L67 

Department  of  civil  administration 12a  42 

Department  of  sanitation 2,826.66 

Subsistence  department I,12a78 

Old  mftln  line,  Panama  Railroad 40,014.08 

Miscellaneous 862.17 

862.40a78 

Material  turned  In  by  ttoiehoases  as  surplus: 
To  storehouse  at— 

Mount  Hope  depot 266,426.26 

Gorgona  store 96,607.74 

Empire  store 61,667.66 

Obeoleta  store 57,402.61 

479,908.16 

Total 1,848, 8Qa  94 


Appendix  K. 

SEPOST  OF  UETTT.  FRANK  0.  WHITLOCE,  FOTTETEEITTH  CA7- 
AIBT,  XnnTED  STATES  ARMT,  ACTING  STTBSISTENCE  OFFI- 
CE£,  IS  CHABOE  OF   SUBSISTENCE   DEPABTMENT. 


Isthmian  Canal  Commission^ 

Subsistence  Department, 
Cristobal  J  Canal  Zone,  July  23,  1912, 

Sm:  I  have  the  honor  to  submit  the  following  report  of  the  oper- 
ations of  the  subsistence  department  for  the  fiscalyear  ended  June  30, 
1912.  , 

On  June  30,  1912,  this  department  was  operating  19  line  hotels, 
3  night  restaurants,  18  European  laborers'  messes,  and  18  common 
laborers'  kitchens — an  increase  of  2  messes  and  4  kitchens  over 
last  year.  Wherever  required  by  canal  or  fortification  construction 
work,  hotels,  messes,  and  kitchens  have  been  operated.  The  hotel 
and  kitchen  at  Nombre  de  Dios  and  the  )^otel  at  Tabemilla  were 
closed  during  the  year  because  work  at  those  points  was  completed; 
one  of  the  two  messes  at  Bas  Obispo  was  also  closed.  Hotels, 
messes,  and  kitchens  were  opened  at  Naos  Island  and  at  Fort  Ran- 
dolph, a  mess  and  kitchen  at  Corro,  and  kitchens  at  Rio  Grande 
ana  ^araiso.  The  territory  served  by  this  department  is  divided 
into  15  districts,  each  in  charge  of  a  chief  steward,  who  reports 
direct.  In  addition  we  have  the  Hotel  Tivoli,  which  serves  the 
people  visiting  the  Isthmus. 

The  total  revenue  for  the  year  from  the  line  hotels,  restaurants, 
messes,  and  kitchens  was  $1,263,869.81,  an  increase  of  $9,607.41 
over  last  year;  the  total  cost  of  operations  was  $1,226,352.16,  an 
increase  of  $4,882.90;  the  profit  was  $37,517.65,  an  increase  of 
$4,724.51  over  last  year.  The  ratio  of  supplies  consumed  to  revenue 
was  0.41  percent  more  than  last  year  and  of  expense  to  revenue 
0.77  per  cent  less,  making  the  ratio  of  total  cost  of  operations  to 
revenue  0.36  per  cent  less  than  last  year.  The  percentage  of  profit 
to  revenue  was  2.97  per  cent,  0.36  per  cent  greater  than  last  year. 

The  expense  for  salaries  and  wages  for  line  hotels,  restaurants, 
messes,  and  kitchens  was  $163,006.78,  a  reduction  of  $10,022.74 
from  last  year.  The  proportion  of  pay  roll  to  revenue  was  12.8 
per  cent,  0.9  per  cent  less  than  last  year. 

The  total  number  of  meals  served  in  line  hotels  was  2,075.335 — 
141,405  (6.38  per  cent)  less  than  last  year;  the  total  number  of 
rations  served  m  European  laborers'  messes  was  1,108,175 — 53^630 
(5.09  per  cent)  more  than  last  year;  the  total  number  of  rations 
served  in  common  laborers'  kitchens  was  584,457 — 139,954  (31.49 
per  cent)  more  than  last  year.  The  average  daily  attendance  dur- 
ing June,  1912.  was  2,682  at  the  line  hotels,  2,834  at  the  messes, 
and  1 ,446  at  tne  kitchens.  The  attendance  at  the  line  hotels  was 
determined  on  the  basis  that  each  guest  averages  two  meals  per  day. 
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The  following  table  shows  the  quantities  and  costs  of  the  principal 
articles  consumed  in  the  line  hotels,  restaurants,  messes,  and  kitch- 
ens during  the  year: 


Cone*'." 


S4,m 
317, 7i3 
1L1,3«3 
,7IJ7,aH 

83,913 


11,787 
113,  Mt 


,416.  e6 

8,464,78 


'"'*"■ 

Vtnu 

....pound.. 

e31,M7 

B,I7I 
BD,6W 


The  Hotel  Tivoli  beMered  its  accommodations  during  the  year, 
building  a  new  wing  and  increasing  number  of  rooms  opening  on 
private  bath  from  28  to  90.  It  also  bought  and  paid  for  as  an 
operating  expense  furniture  and  other  equipment  to  the  amount 
of  approximately  (10,000.  The  greater  part  of  this  equipment  was 
for  the  new  rooms.  The  Tivoli  successfully  served  all  parties  visit- 
ing the  Isthmus. 

Ab  a  result  of  the  year's  operations  the  line  hotels  and  restaurants 
showed  a  loss  of  $12,085.37,  the  European  laborers'  messes  showed 
a  profit  of  $38,455.78,  and  the  common  laborers'  kitchens  showed 
a  profit  of  $11,147.24.  The  profit  for  the  year  resulting  from  the 
operation  of  the  Hotel  Tivoli  was  $53,652.36.  The  total  profits 
amounted  to  $91,170.01,  an  increase  over  last  year  of  $31,949.82. 

Tables  showing  details  of  the  financial  operations  are  attached 
hereto. 

Very  respectfully,  F.  O.  Whitlock, 

Actijig  Subawtence  Officer. 

Col.  George  W.  Goethals,  U.  S.  Army, 

Chairman  avd  Chief  Eiigineer,  CideSra,  CaTuil  Zone. 
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Appendix  L. 
SEPOBT  OF  H.  A.  A.  SMITH,  EXAMnTEB  OF  ACCOTJHTS. 


Isthmian  Canal  Commission, 

Empire^  Canal  Zone,  Auffost  IS,  1912, 

Sm :  I  have  the  honor  to  submit  the  following  report  of  the  transao- 
tions  of  the  department  of  examination  of  accoimts,  including  the 
duties  performed  as  auditor  of  the  government  of  the  Canal  Zone  for 
the  fiscal  year  ended  Jime  30,  1912. 

The  general  character  of  the  business  of  this  office,  as  stated  in 
my  last  annual  report,  has  been  continued  with  but  little  change 
during  the  year  just  closed.  The  arrangement  of  the  force  for  the 
prompt  and  efficient  handling  of  the  business  of  the  office  has  re- 
mained the  same,  and  the  organization  whereby  the  several  divisions, 
including  general  accoimting,  pa^  rolls,  vouchers,  coupon  books  ana 
meal  tickets,  files  and  bon£,  mjury  claims,  contract  laborers,  time 
inspection,  Canal  2ione  accoimts,  and  inspections  of  accountable 
officers^  have  been  maintained,  each  under  the  immediate  supervision 
of  a  prmcipal  clerk,  has  further  proven  the  most  satisfactory  method 
of  handling  the  many  details  and  subjects  involved  in  tne  duties 
assigned  to  this  department. 

GENERAL  AGCOITNTINO. 

In  the  division  of  general  accoimts,  which  includes  the  bookkeep- 
ing" and  the  compilation  of  all  financial  data,  the  records  of  revenues 
coUected,  and  bills  against  employees  and  others^  the  work  has  been 
kept  nearer  current  than  has  heretofore  been  possible. 

Under  your  direction  the  permanent  record  of  classified  expendi- 
tures for  the  construction  of  the  canal  has  been  changed,  during  the 
year  just  closed,  by  providing  accounts  to  care  for  the  department  of 
law,  terminal  facihties  at  Cristobal  and  Balboa,  lighting  and  buoying 
the  canal,  inspection  of  lock  gates,  emergency  dams,  etc.^  armament  of 
fortr&cations  and  Atlantic  and  Pacific  seacoast  batteries  with  their 
usual  detailed  distribution. 

As  a  result  of  the  establishment  of  the  method  of  absorption  of 

Slant  charges,  started  July  1,  1909,  there  has,  up  to  June  30,  1912, 
een  a  total  of  $25,226,779.74,  carried  into  the  classified  accounts 
for  the  several  units  of  the  work,  leaving  a  balance  of  $3,590,949.49 
in  the  plant  accounts  on  June  30, 1912,  as  shown  in  Table  7,  submitted 
herewith. 

Table  6  is  a  statement  of  the  proratable  accounts  of  general  admin- 
istrative expenses  and  general  expenses  compiled  in  this  office  and 
distributed  to  expenditure  accounts  for  canal  construction,  sani- 
tation, and  civil  administration  during  the  year  on  the  authorized 
basis.  Table  3  itemizes  the  various  appropriations  for  the  construc- 
tion of  the  canal  more  in  detail  tiban  those  previously  published.    The 
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other  tables  of  the  financial  operations  of  the  commission  are  in  line 
with  and  a  continuation  of  those  submitted  with  my  preceding  annual 
report. 

In  order  to  more  clearly  show  the  condition  of  appropriations  by 
Congress  and  exhibit  the  available  balances  of  same  in  detail,  I 
have  supplemented  the  general  account,  ''Appropriations  by  Con- 
gress," by  separating  the  account  into  several  subheadings,  as  follows: 
(a)  United  States  Treasiu'y,  (6)  disbursing  ofiicer,  Washington,  (c) 
disbursing  ofiicer,  Isthmus,  and  this  has  been  furtner  supplemented 
by  maintaining  a  detailed  appropriation  ledger,  which  is  kept  current 
and  as  rapidly  as  possible  is  oeing  completed  for  the  earlier  period  of 
operations. 

Upon  the  recommendation  of  this  office  it  was  decided  not  to  re- 
classify the  accoimts  during  the  year  on  the  lines  recommended  for  all 
Government  departments  by  the  Commission  on  Economy  and 
Efficiency.  The  departments  in  Washington  were  not  attempting  to 
install  the  system  immediately,  and  its  mstallation  on  the  Isthmus 
would  have  necessitated  the  keeping  of  two  sets  of  accounts  by  the 
commission.  A  new  system  of  accounting  will  be  necessary  when  the 
operation  of  the  canal  commences,  and  its  general  outlines  should  be 
determined  upon  in  less  than  a  year.  Tnen  the  essentials  of  the 
accounting  system  which  during  the  present  fiscal  vear  is  being 
installed  Uu*ou^out  the  Grovemment  service  can  readily  be  adopted 
for  the  canal.  jEvery  proper  representation  should  therefore  be  made 
to  prevent  the  radical  departure  involved  in  the  installation  of  the 
accoimting  system  approved  by  the  Commission  on.  Economy  and 
Efficiency  over  the  small  remaining  portion  of  the  work  of  construc- 
tion, which  could  prove  of  little  benefit  and  would  certainly  result  in 
confusion. 

The  financial  accounts  of  employees  charged  with  the  duty  of 
making  collections  or  reporting  charges  for  collections  on  account  of 
the  operation  of  hospitals,  dispensaries,  health  offices,  quarantine 
stations,  etc.,  have  been  carefully  audited.  Bills  against  employees 
and  outside  parties  for  charges  due  the  commission  on  account  of 
services  and  material  have  increased  during  the  past  year,  the  monthly 
average  being  490. 

A  systematic  and  exhaustive  method  is  maintained  to  recover  all 
moneys  due  the  United  States,  and  with  the  exception  of  a  number  of 
small  hospital  charges,  no  loss  is  sustained.  To  this  division  is  also 
assigned  me  work  of  pav-roll  analysis  and  the  maintenance  of  a  care- 
ful check  of  unpaid  salaries  and  wages,  which  represents  accounts 
earned  by  employees  but  for  various  reasons  not  collected.  The 
balance  in  tliis  account  on  June  30,  1912,  amoimted  to  $238,634.02, 
which  has  been  accumulating  since  the  beginning  of  the  work.  This 
balance,  however,  includes  the  amount  carried  forward  each  month  as 
unpaid,  on  account  of  pay  receipts  not  presented,  representing  about 
25  per  cent  of  the  total,  and  which  is  usually  paid  dunng  the  following 
month. 

Under  the  revised  agreement  with  the  Bepublic  of  Panama,  which 
provides  for  the  construction  and  ^  maintenance  of  waterworks, 
sewers,  and  pavements  within  the  cities  of  Panama  and  Colon,  a^d 
for  the  reimoursement  of  such  expenditures  to  the  United  States, 
there  has  been  expended  $1,562,144.51  in  the  city  of  Panama  ana 
$1,386,696.13  in  the  city  of  Colon,  a  total  of  $2,948,840.64,  which 
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includes  accrued  interest  to  date  at  the  rate  of  2  per  cent  per  annum 
on  capital  cost  balances  amounting  to  $130,033.83  for  work  in  Panama 
and  $89,130.09  for  work  in  Colon.  During  the  same  period 
$757,025.76  has  been  reimbursed,  leaving  a  balance  due  the  United 
States  of  $2,191,814.88.  Included  in  the  above  reimbursed  amount  is 
$27,830.51,  which  represents  the  value  of  water  used  by  the  Isthmian 
Canal  Commission  in  the  two  cities. 

COUPON   BOOKS   AND  MEAL   TICKETS. 

The  duties  and  methods  of  handling  the  accounts  for  the  issue  of 
commissary  and  hotel  coupon  books  and  meal  tickets  of  European 
and  colorea  laborers  contmued  throughout  the  past  year,  and  neces- 
sitated a  close  observation  of  reports  of  issuing  clerks  and  stewards  of 
hotels,  messes,  and  kitchens.  There  are  49  bonded  employees  who 
are  engaged  exclusively  or  partially  in  issuing  coupon  books  and  meal 
tickets.  During  the  year  718  requisitions  calling  for  593,900  coupon 
books  and  over  1,700^000  meal  tickets  have  been  filled  and  proper 
collections  or  accountmg  made  therefor.  This  involves  the  montnly 
audit  of  the  reports  of  all  employees  charged  with  the  responsibility  of 
issuing  books  and  tickets,  and  making  the  proper  charge  therefor 
against  employees.  Tables  14  and  15,  herewith  submitted,  show  in 
detail  the  volume  of  business  pertaining  to  coupon  books  and  meal 
tickets. 

On  June  1,  1912,  the  method  of  selling  commissary  books  for  cash 
by  the  conmiissary  department  of  the  Panama  Eailroad  Co.  was 
installed  at  several  points  as  an  addition  to  the  existing  practice  of 
issuing  books  for  payment  by  pay-roll  deduction.  This  practice  has 
served  to  reduce  to  some  extent  the  work  of  issuing  clerks  and  increases 
the  volume  of  business  in  the  commissaries  during  the  first  four  and 
last  two  days  of  each  month,  during  which  period  the  issue  of  bool^ 
has  heretofore  been  prohibited.  The  additional  method  of  issue  will 
have  practically  no  effect  on  the  work  of  this  office.  The  changes  in 
issue  and  accounting  for  coupon  books  approved  by  your  Circular 
256-F,  which  became  effective  July  1,  1912,  will  operate  principally 
to  remove  a  number  of  restrictions  on  book  issues  heretofore  existing, 
and  it  will  serve  to  simplify  to  a  considerable  extent  the  work  of  issuing 
clerks,  as  well  as  increasing  the  convenience  to  employees  by  per- 
mitting the  issue  of  books  every  working  day  where  such  issue  is 
practical.  That  circular  also  provides  for  the  transfer  to  the  Panama 
Kailroad  Co.,  as  of  July  1,  1912,  the  duties  of  purchasing  and  issuing 
conmiissary  coupon  books  to  issuing  clerks.  This  has  been  accom- 
plished and  an  agreement  has  been  reached  whereby  that  company 
will  reimburse  the  commission  for  a  reasonable  proportion  ol  the 
expenses  incurred  in  the  work  of  issuing  and  accounting  for  com- 
missary books. 

I  am  of  the  opinion  that  the  volume  of  work  necessitated  by  the 
present  method  of  handling  coupon  books  can  be  further  reduced  by 
the  elimination  of  hotel  lK)oks,  and  the  acceptance  of  commissary 
coupons  in  payment  of  meals  at  all  hotels,  payment  being  made  to 
the  subsistence  department  of  the  commission,  by  a  monthly  bill 
against  the  Panama  Railroad  Co.,  supported  by  the  commissary 
coupons  accepted  by  the  hotels  in  payment  of  meals  served.  During 
the  year  S3,123,220.96,  has  been  paid  the  railroad  company  on 
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account  of  commissary  coupon  books  issued  and  collected  for  by  the 
commission,  by  deduction  irom  employees  salaries.  This  includes  a 
small  amount  of  cash  collected  on  account  of  authorized  cash  sales. 

DIVISION  OP   GENERAL  INSPECTION. 

The  accounts  of  all  bonded  employees  charged  with  the  collection 
of  commission  or  Canal  Zone  government  revenue  have  been  in- 
spected at  frequent  and  irregular  periods  as  in  the  past.  There  are 
now  165  accounts  of  such  employees  who  are  financially  responsible 
and  on  account  of  which  827  mspections  were  made  during  tne  year, 
embracing  financial  accounts,  coupon  book  accounts,  and  other 
miscellaneous  revenue  account. 

I  have  during  the  past  year  instituted  a  more  complete  and  detailed 
checking  of  the  accounts  of  post  offices,  hospitals,  and  the  TivoU 
Hotel,  which  appeared  to  me  to  be  necessary  in  view  of  the  great  and 
increasing  volume  of  business  and  the  installation  of  the  postal- 
savings  system.  An  extra  man  has  been  detailed  to  this  work  during 
the  past  year,  making  a  total  of  four  instead  of  three,  who  were 
assigned  to  these  duties  during  the  prior  year.  The  work  constitutes 
a  very  important  part  of  the  duties  of  tnis  office  and  in  connection 
with  the  regular  monthly  reports  rendered  by  all  financially  respon- 
sible employees,  is  the  greatest  factor  in  keeping  at  a  minimum  any 
petty  misappropriations  of  Government  funds,  or  errors  in  the 
accurate  accounting  for  all  money  or  money  values  for  which  they 
may  be  responsible.  There  has  been  one  small  defalcation  during 
the  year  for  which  complete  restitution  has  been  accomplished. 

VOUCHEE  DIVISION. 

There  has  been  some  increase  in  the  number  of  claims  audited  and 
vouchers  prepared  during  the  year  just  closed.  A  total  of  3,440 
vouchers  have  been  prepared  and  recommended  for  payment,  involv- 
ing disbursements  to  tne  amount  of  $10,440,047.25,  of  which  over 
$9,000,000  represents  payments  to  the  Panama  Railroad  Ca.  on 
account  of  material  and  service  furnished  the  commission  and  com- 
missary coupon  books  furnished  its  employees,  the  latter  amounting 
to  over  $3,000,000.  The  increase  in  the  number  of  settlements  is 
principally  due  to  numerous  payments  to  landowners  and  others 
within  the  region  to  be  occupied  by  Gatun  Lake.  At  the  close  of  the 
year  there  were  on  hand  unsettled  claims  amounting  to  $114,176.99. 
of  which  $41,069.94  were  in  favor  of  the  Panama  Kailroad  Co.,  ana 
the  balance  of  $73,107.05  includes  several  large  claims  for  land 
purchased  but  not  yet  completed  for  payment. 

Some  improvement  has  been  made  in  handling  accounts  between 
the  Panama  Railroad  Co.  and  the  commission,  resulting  in  securing 
a  settlement  of  the  accounts  of  both  interests  more  promptly. 

The  administrative  examination  of  the  disbursing  officers  monthly 
account  has  been  made  as  required,  and  the  accounts  forwarded  to 
the  Auditor  for  the  War  Department  at  Washington.  This  adminis- 
trative audit  is  considerably  simplified  by  existing  regulations  of  the 
commission,  whereby  voucners  for  disbursement  are  audited  by  this 
office  prior  to  payment,  the  greater  part  of  the  work  being  confined  to 
examination  of  receipts  of  employees  for  salaries  and  wages.     In 
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Eassing  pay  rolls  and  other  vouchers  for  disbursement  during  the  past 
seal  year  this  office  has  increased  its  effort  to  maintain  a  careful 
comphance  with  the  requirements  of  the  United  States  Treasury 
accounting  officials  at  Washington,  the  good  result  of  which  is  shown 
by  fewer  suspensions  of  commission  disbursements  by  the  Auditor 
for  the  War  Department  than  in  prior  years. 

The  action  of  the  House  in  amending  the  legislative,  executive,  and 
judicial  appropriation  act  for  the  fiscal  year  1913  so  as  to  provide 
that  "all  voucners  and  pay  rolls  shall  be  pre{)ared  and  exammed  by 
and  through  the  administrative  heads  of  divisions  and  bureaus  in  the 
executive  departments,  and  not  by  the  disbursing  clerks  of  said 
departments,^'  places  legislative  approval  upon  your  course  in  reor- 
ganizing the  accounting  and  disbursing  departments  on  the  Isthmus 
m  October,  1908.  This  provision  has  been  approved  by  the  con- 
ference committee  and  will  undoubtedly  be  enacted  a  law.  The 
officer  responsible  for  the  safekeeping  of  Government  money  should 
not  have  charge  of  the  accounting  work  of  the  Government.  The 
results  of  the  change  in  organization  has  fully  justified  it. 

PAY-ROLL  DIVISION. 

The  largest  division  within  this  office  is  the  one  to  which  is  assigned 
the  duty  of  auditing  the  pav  rolls  of  the  commission,  and  the  main- 
tenance of  the  personnel  file  of  ^old  employees.  During  the  past 
year  there  has  been  an  average  of  fourteen  men  engaged  in  this  work 
supplemented  during  the  first  few  days  of  each  monui  by  employees 
of  the  office  usually  assigned  to  other  duties.  The  work  and  responsi- 
bility involved  in  checkmg  pay  rolls  is  very  great  and  includes  the  veri- 
fication of  the  amount  paid  to  each  employee  and  the  careful  examina- 
tion of  the  deductions  made  on  account  of  amounts  due  the  United 
States,  or  the  Panama  Railroad  Co.,  on  account  of  hotel,  mess,  and 
kitchen  subsistence  and  coupon  books  furnished  employ  eeo  during 
the  month;  medical  and  hospital  charges;  lost  or  destroyed  property; 
dental  charges;  clubhouse  dues;  transportation  charges;  corral  bills 
and  other  miscellaneous  collections.  There  are  now  121  pay  rolls 
each  month,  carrying  in  the  aggregate  over  36,000  payments,  there 
being  numerous  instances  where  more  than  one  payment  is  made  to 
an  individual  on  account  of  his  transfer  to  one  or  more  different  parts 
of  the  work  within  a  month,  involving  approximate  monthly  disburse- 
ments of  $1,500,000. 

To  this  division  is  also  assi^ed  the  dutv  of  examining  recom- 
mendations for  meritorious  sick  leave  whicn,  during  the  year  just 
closed,  has  totaled  5|141^cases  and  resulted  in  payments  amounting  to 
$55,838.25.  The  emplovees  of  this  office  engagea  on  pay-roll  work  are 
also  charged  with  the  autv  of  making  a  monthly  check  of  the  time 
books  and  time  rolls  in  tne  various  time-keeping  offices  throughout 
the  work,  for  the  purpose  of  verifying  the  time  allowed  each  employee 
and  to  see  that  they  are  properly  charged  by  th^  necessary  deduction 
for  their  unauthonzed  aosence,  and  that  proper  adjustment  is  made 
for  any  errors  in  time-keeping  which  may  nave  reacned  the  pay  roll. 
In  adaition  to  the  regular  work,  there  have  been  a  number  of  miscel- 
laneous statements  and  compilations  made  with  reference  to 
employees  bv  classes,  rates  of  pay,  etc.,  also  a  monthly  comparative 
statement  of  errors  found  on  pay  roUs,  a  copy  of  which  is  furnished 
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each  department  and  division,  and  has  resulted  in  much  good  in  the 
fonn  of  increased  accuracy  in  compiling  pay  rolls. 

The  value  of  the  book  of  time-keeping  rules,  issued  September  1, 
1910,  has  continued  to  increase  as  time  Keepers  and  others  engaged 
in  keeping  time  or  making  pay  rolls  have  become  more  famiuar 
with  the  rules  and  regulations  relative  thereto,  and  has  resulted  in  a 
uniformity  of  metho(&  and  a  general  improvement  in  the  form  of  pay 
rolls  that  did  not  a{)pear  to  be  possible  under  the  old  system,  whereby 
each  office  maintained  a  more  or  less  incomplete  nle  of  circulars 
pertaining  to  time  keeping  and  pay  rolls. 

DIVISION   OF  TIME   INSPECTION. 

The  work  of  the  time-inspection  division  has  been  continued  uni- 
formly with  that  of  several  preceding  years.  On  account  of  the 
cessation  of  work  at  some  points  and  its  concentration  at  others, 
it  has  been  found  advisable  to  reduce  the  districts  to  three  instead  of 
four,  the  senior  inspectors  being  located  at  Ancon,  Empire,  and 
Gatun,  and  a  reduction  of  the  force  of  inspectors  from  46  to  42  accom- 

Slished  without  detriment  to  the  work.  There  has  been  a  marked 
ecrease  in  the  number  of  cases  of  improper  designation  of  employees, 
misuse  of  Government  material  and  laoor,  and  incorrect  entries  of 
time  during  the  fiscal  year  just  closedt 

The  wonc  of  time  inspection  has  probably  been  more  effective 
during  the  past  year  than  at  anv  prior  time,  and  this  is  principally 
due  to  a  better  understanding  oi  the  work  by  foremen  and  others  in 
charge,  whereby  they  have  been  enabled  to  work  in  accord  with  each 
other  and  a  corresponding  increase  of  cooperation  has  been  broij^ht 
>  abouty  resulting  in  a  greater  benefit  to  the  service  generally,  'jmis 
has  caused  a  considerable  decrease  in  the  reports  to  your  office  on 
account  of  the  action  by  the  heads  of  departments  and  divisions, 
and  their  assistants,  in  promptly  making  the  necessary  corrections  of 
such  irregularities  as  may  be  Drought  to  their  attention. 

SCHEDULE  BOND  OF  EMPLOYEES. 

Effective  November  1,  1909,  the  Illinois  Surety  Co.  executed  a 
schedule  bond  covering  employees  of  the  Isthmian  Canal  Conmussion 
and  Canal  Zone  government  who  were  required  to  give  bond  und^ 
the  regulations  of  the  commission,  with  the  understanding  that  the 
bond  was  to  run  for  a  period  of  three  years.  In  order  to  avoid  the 
difficulties  incident  to  a  change  in  surety  companies  just  as  the  canal 
work  is  being  completed,  arrangements  have  been  made  with  the 
surety  company  to  continue  the  bond  in  effect  from  year  to  year  from 
July  1,  1912,  at  the  rate  heretofore  paid,  $3  per  thousand.  For  the 
326  employees  of  the  commission,  covered  by  this  bond  at  the  time 
of  this  writing,  the  total  liability  of  the  surety  company  is  $510,000. 
On  .this  amount  the  premiums  annually  paid  oy  employees  would  be 
$1,530.  ^  The  actual  amount  received  by  the  surety  company  to  com- 
pensate it  for  its  Uability  during  the  fiscal  year  1912  was  $1,605. 

CONTRACT  LABORERS. 

The  financial  accounts  and  personnel  identification  records  of 
European  and  other  contract  laborers,  also  of  the  preferred  class  of 
laborers  other  than  those  whose  original  employment  was  made  hy 
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contract,  being  recruited  by  agents  of  the  commission  has  been 
continued  during  the  year  without  change.  The  trafficking  in  and 
transfer  between  laborers  of  their  registered  identity  and  metal 
checks  has  been  greatly  reduced  during  the  past  year,  there  being 
but  few  instances  where  imposters  have  obtained  the  higher  rate 
authorized  for  contract  laborers  or  others. 

The  usual  verification  of  the  cash  balance  in  the  hands  of  the  dis- 
bursing officer  has  been  made.  The  transfers  of  cash  and  cash  values 
between  the  disbursing  officer  and  his  assistant,  necessitated  by  the 
absence  of  the  former,  were  witnessed  by  this  office  on  Septemoer  1 
and  November  1,  1911,  and  a  complete  check  of  his  office,  including 
a  count  of  all  casn  on  hand,  was  made  on  December  15, 1911. 

ACCOUNTS  OF  CANAL  ZONE  GOVEBNMENT. 

The  duties  required  of  me  as  auditor  of  government  of  the  Canal 
Zone  have  been  continued  during  the  past  year,  practically  the  same 
as  stated  in  my  last  annual  report,  in  such  capacity  I  am  charged 
with  the  duty  of  receiving,  examining,  and  setthng  au  accounts  per- 
taining to  the  revenues  of  the  Canal  Zone  government,  and  expendi- 
tures therefrom.  This  embraces  nearly  600  monthly  accounts, 
including  those  of  the  treasurer,  collector  of  revenues  and  deputies, 
court  clerks,  judges,  marshals,  clubhouse  secretaries,  and  other  miscel- 
laneous accounts. 

Tables  21  and  22  hereto  appended  are  statements  of  revenues  and 
expenditures  of  Canal  Zone  funds  during  the  past  fiscal  year,  and  show 
the  total  revenues  of  $370,272.81,  and  expenditures,  $312,459.75. 
The  increase  in  expenditure  during  the  fiscal  year  just  ended  is  prin- 
cipally due  to  the  increase  in  construction  ana  mamtenance  of  roads 
and  trails  and  the  payment  made  steamship  companies  on  account 
of  ocean  transportation  of  mails  covering  the  period  from  1905  to  the 

E resent  time.  While  by  the  method  of  stating  the  revenues  for  liquor 
censes  in  the  current  statement  a  part  of  this  year's  revenues  has  been 
omitted,  by  havine  them  collected:  and  reported  during  the  latter  part 
of  June,  yet  there  has  been  a  considerable  actual  falling  off  in  revenues 
from  this  source  on  account  of  the  reduced  number  of  saloons  in 
abandoned  districts  and  this,  together  with  reduced  revenues  for  land 
rentals  and  interest  on  deposited  funds,  accounts  for  the  greater 
portion  of  the  falling  off  of  Canal  Zone  revenues  during  the  past  year, 
and  which  it  can  be  anticipated  will  continue  as  other  towns  are  aban- 
doned along  the  line,  thereby  reducing  the  revenues  obtained  by 
taxation  and  rentals. 

Tables  19  and  20  are  statements  of  receipts  and  expenditures  of 
Canal  Zone  funds  from  the  beginnincr  of  the  work  to  June  30,  1912. 
These  have  not  heretofore  been  published,  as  considerable  difficulty 
was  encountered  going  over  the  old  records  available  in  order  to 
properly  classify  the  receipts  and  expenditures  for  the  early  period  in 
accordance  with  the  classification  now  in  use. 

This  statement  should  not,  however,  be  construed  as  covering  all 
expenditures  on  account  of  the  local  government  since  American 
occupation.  Until  the  administrative  £strict8  were  established  by 
the  Executive  order  of  the  President  of  March  13, 1907,  which  became 
effective  April  15,  1907,  the  municipalities  continued  in  existence, 
levied  and  collected  taxes  and  maae  expenditures  for  salaries  of 
municipal  officers  and  for  municipal  improvements.    The  accounts 
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for  these  receipts  and  expenditures  have  never  come  within  the  juris- 
diction of  the  auditor. 

During  the  year  there  have  been  769  claims  presented  against  the 
Canal  Zone  government,  and  649  settlements  issued  for  payment  by 
the  treasurer,  involving  745  clahns,  leaving  24  claims  on  hand  and 
unsettled  on  June  30,  1912.  Table  23  is  a  statement  of  balance  of 
Canal  Zone  funds  on  hand  at  the  close  of  business  June  30,  191«2. 
The  major  portion  of  the  funds  are  kept  in  two  depositaries  at  Wash- 
ington; a  small  balance  for  checking  purposes  is  carried  in  a  depositary 
on  the  Isthmus,  and  the  treasurer  keeps  in  his  possession  a  small 
amount  of  cash.  The  safe-keeping  of  funds  deposited  in  bank  in 
Washington  and  on  the  Isthmufi  is  secured  by  tne  deposits  with  a 
representative  of  the  Government  of  bonds  of  the  highest  grade  with 
a  market  value  considerably  in  excess  of  the  amount  of  funds  on 
deposit.  During  the  past  year  the  average  monthly  balance  at 
Washington  has  been  $1,121,707.64  and  that  on  deposit  on  the  Isth- 
mus, $43,625.73,  from  which  the  revenue  derived  as  interest  has 
amounted  to  $20,784.96. 

CLUBHOUSES. 

The  accounts  of  the  several  clubhouses  have  been  audited  monthly. 
The  greater  portion  of  the  expenditures  from  clubhouse  funds  are  paid 
by  the  treasurer  on  vouchers  audited  and  approved  by  this  omce. 
Tiiis  arrangement  has  been  a  considerable  miprovement  over  the 
former  metnod  whereby  the  secretaries  or  superintendent  disbursed 
these  funds,  and  has  resulted  in  greatly  reducing  the  cash  balances  in 
the  hands  of  secretaries.  During  the  past  year  the  receipts  from  the 
operation  of  clubhouses  has  amounted  to  $118,390.56,  and  the  dis- 
bursements $114,732.02.  The  accumulated  balance  on  hand  Jime  30, 
1912,  was  $24,853.74,  of  which  $22,389.57  is  held  by  the  treasurer 
of  the  Canal  Zone,  and  the  balance  of  $2,464.17  in  the  hands  of  sec- 
retaries. 

POST   OFFICES. 

The  work  of  auditing  postmasters'  weekly  and  monthly  reports 
has  been  considerably  increased,  due  principally  to  the  desu-e  of  this 
office  to  maintain  a  more  detailed  check  of  postal  operations  than 
has  heretofore  been  possible  with  the  force  assigned  to  inspection  of 
fiscal  accounts.  Under  the  order  of  the  President,  dated  September 
8,  1911,  establishing  the  postal-savings  system  in  the  Canal  Zone, 
the  operation  of  that  branch  of  the  service  was  started  on  February 
1,  1912.  Table  25,  appended  hereto,  shows  the  business  transact-ed 
during  the  five  months  of  its  existence,  with  deposits  amoimting  to 
$609,906,  involving  the  issue  of  17,593  postal-savings  certificates,  of 
whicn  $252,950  has  been  withdrawn,  leaving  a  balance  in  postal- 
savings  funds  as  of  June  30,  1912,  of  $356,947.  The  postal-savings 
bank  funds  are  deposited  with  the  treasurer  and  are  included  by  biTYi 
in  his  general  balance  deposited  with  the  regular  depositories  of 
Canal  Zone  funds.  The  provisions  of  the  contracts  with  these 
depositories  entered  into  by  or  with  the  approval  of  the  Secretary  of 
War  were  found  to  be  broad  enough  to  make  it  uimecessaiy  to 
provide  separate  arrangements  for  the  investment. 

Tables  24,  25,  and  26  show  the  transactions  of  the  Canal  Zone 
postal  service  during  the  year.  There  were  227,707  money  orders 
issued  in  the  Canal  Zone  for  $4,015,077.26,  which  shows  an  increaso 
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in  the  number  of  orders  issued  ««id  a  decrease  in  the  amount  of 
money,  but  this  is  more  than  offset  by  the  transactions  of  the  postal- 
savings  system,  as  employees  who  heretofore  purchased  money  orders 
drawn  on  the  Canal  Zone  and  in  favor  of  themselves  now  take  out 
certificates  of  deposit  under  the  postal-savings  system.  The  total 
business  shows  a  considerable  increase  over  the  preceding  year. 
The  vohime  of  the  money-order  business  is  shown  by  the  49,148 
money  orders  paid  by  the  United  States  during  April,  May,  and 
June  and  received  from  the  Auditor  for  the  Post  Office  Department 
in  Washington  within  the  last  few  dajrs.  The  amount  involved  was 
8979,619.53.  The  total  amount  of  money  orders  issued  since  their 
sale  commenced  in  1906  is  $27,671,003.39.  The  paid  orders  have 
amounted  to  $26,042,021.03.  A  very  small  number  of  orders  have 
been  issued  on  Martinique  and  Costa  Rica. 

Stamp  sales  have  amounted  to  $87,641.45,  which  is  also  an  increase 
over  last  year.  In  accordance  with  the  order  of  the  Secretary  of 
War,  dated  December  3,  1904,  which  provides  that  the  authorities  of 
the  Canal  Zone  shall  purchase  from  the  Republic  of  Panama  such 
stamps  as  the  authorities  of  the  Canal  Zone  desire  to  use  in  the  Canal 
Zone  at  40  per  cent  of  their  face  value,  there  has  been  paid  to  the 
Republic  of  Panama  on  account  of  stamp  purchases  made  to  June 
30,  1912,  on  the  above  basis,  $206,567.02.  In  this  connection  I 
desire  to  renew  the  recommendation  contained  in  my  last  annual 
report  that  negotiations  be  entered  into  with  a  view  of  discontinuing 
the  arrangement  in  order  that  the  Canal  Zone  government  may  be 
relieved  ol  further  payments  of  this  kind. 

CLAIMS  FOR  INJUBY   AND  DEATH. 

Under  the  provisions  of  the  injury-compensation  act  of  May  30, 
1908,  as  amended  by  section  5  of  the  act  of  March  4,  1911,  1,849 
claims  for  compensation  on  account  of  injuries  received  in  the  course 
of  employment  were  filed  by  employees  during  the  fiscal  year,  and 
50  dauns  were  filed  on  account  of  deaths,  a  total  of  1,899.  Com- 
pared ¥^th  tins  total  are  the  1,619  claims  for  the  previous  year, 
1,199  for  the  year  ended  June  30, 1910,  and  703  for  the  period  August 
1,  1908,  to  June  30,  1909.  This  increase  during  the  last  year  is  not 
excessive,  in  view  of  the  extension  of  the  benefits  of  the  original  act 
to  all  employees  of  the  commission  by  the  amendment  contained  in 
section  5  of^the  act  of  March  4,  1911,  1,410  injury  claims  and  31 
claims  on  account  of  death  were  allowed;  167  injury  claims  and  18 
death  claims  were  disapproved.  Further  details  in  regard  to  the 
number  of  claims  filed  and  the  amounts  paid  can  be  found  in  Tables 
16  and  17  attached  hereto. 

Every  person  who  is  injured  and  is  found  in  the  hospitals  is  given 
an  opportunity  to  file  a  claim  with  the  claim  officer.  This  course, 
while  a  decided  benefit  to  the  employees,  also  affords  opportunity  for 
filing  claims  that  are  without  merit.  The  result  is  that  a  number  of 
claims  are  necessarily  disapproved.  The  careful  scrutiny  given  these 
claims  and  the  supporting  evidence  prevents  almost  without  excep- 
tion allowance  of  any  but  Icj^timate  claims.  During  the  past  year 
there  has  been  only  one  case  m  which  a  claimant  was  prosecuted  for 
filing  a  fraudulent  claim.  In  that  case  the  evidence  adduced  at  the 
trial  was  held  insufficient  to  justify  conviction,  although  subsequent 
developments  proved  conclusively  that  the  claim  was  fraudulent. 
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Sixty-seven  injury  claims  were  disapproved  because  the  evidence 
was  not  considered  sufficient  to  establish  the  happening  of  an  acci- 
dent in  course  of  employment ;  in  21  cases  it  was  held  that  the  injuries 
were  not  received  in  course  of  employment;  in  19  cases  the  employees 
were  charged  with  negligence  or  misconduct;  in  31  cases  the  inca- 
pacity did  not  appear  to  have  been  caused  by  the  injury  for  which 
compensation  was  claimed;  and  in  24  cases  tne  incapacity  was  due 
to  illness  and  not  to  an  injury  received  in  course  of  emplojrment. 
Of  the  18  death  claims  not  allowed,  10  were  disapproved  because  the 
claimants  were  not  dependent  parents  within  the  meaning  of  the 
act;  in  4  cases  the  employees  were  charged  with  neghgence  or  mis- 
conduct; and  in  3  the  employees  did  not  die  as  the  result  of  an  injury 
received  in  course  of  employment,  and  in  1  case  the  death  of  the 
employee  was  caused  by  illness  and  not  by  injury. 

Ijq  addition  to  the  claims  arising  under  the  general  compensation 
act  the  chairman  granted  meritorious  sick  leave  on  account  of  in- 
juries received  in  course  of  employment  in  5,141  cases,  under  the  act 
of  February  24,  1909.  These  were  cases  in  which  disability  has  pri- 
marily continued  for  less  than  15  days.  The  average  period  of  dis- 
ability in  these  cases  is  estimated  as  5  days,  whereas  the  average 
period  of  disability  of  employees  for  whom  claims  are  made  under 
the  general  act  was  45  days.  Payments  were  made  during  the  fiscal 
year  as  follows: 

On  account  of  injury  claims $166, 620. 21 

On  account  of  death  claims 37, 534. 68 

On  account  of  grants  of  meritorious  sick  leave  under  the 
act  of  Feb.  24,  1909 55, 838. 25 

A  total  for  the  year  of 259, 993. 14 

From  the  effective  date  of  the  act  of  May  30,  1908 — that  is,  from 
August  1,  1908,  to  June  30,  1912 — the  Isthmian  Canal  Conxmission 
has  paid  $691,753.07  on  accoimt  of  injuries  received  by  employees 
in  course  of  employment. 

The  experience  of  the  last  year  has  tended  to  confirm  the  opinion 
of  this  office  that  better  results,  both  to  the  conunission  and  to  em- 
ployees, have  been  the  result  of  having  injury  claims  passed  upon 
Dy  the  chairman  of  the  commission  instead  of  the  Secretary  of  Com- 
merce and  Labor.  There  is  less  delay  in  making  settlement]  it  is 
less  difficult  to  prepare  the  evidence  for  consideration;  the  chairman 
is  in  a  better  position  to  weigh  the  available  evidence  and  to  give 
proper  consideration  to  the  surrounding  circumstances.  In  two  or 
three  bills  that  have  been  considered  oy  Congress  at  the  present 
session  there  have  been  provisions  taking  away  from  the  chairman 
the  authority  to  settle  claims.  In  each  case  it  has  been  urgently 
recommended  by  this  office  that  every  proper  step  be  taken  to  pre- 
vent the  passage  of  such  legislation.  One  bill  radically  chan^d  the 
basis  of  pavment.  In  cases  of  permanent  disability  that  bill  pro- 
posed to  allow  for  a  period  of  years  the  total  salary  or  wage  of  the 
employee  up  to  $25  per  month,  and  from  that  point  one-half  the 
salary,  not  to  exceed  $600  per  year.  On  account  of  the  great  num- 
ber of  alien  laborers  receiving  10,  13,  16,  and  20  cents  per  hour,  it  is 
not  believed  that  this  is  the  proper  basis  for  making  payments  in 
cases  arising  under  conditions  existing  on  the  Isthmus.  The  pro- 
posed legislation  favored  the  aliens  as  against  the  American  em- 
ployees.   Any  legislation  in  regard  to  injury  claims  of  employees  in 
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the  United  States  should  take  into  consideration  the  special  condi- 
tions under  which  the  canal  is  bemg  constructed  and  will  have  to  be 
operated,  and  the  classes  employed  upon  the  canal  work.  In  the 
same  maqner  any  general  legislation  providing  for  the  retirement  of 
Government  employees  should  not  be  passed  without  making  special 
provisions  for  the  conditions  existmg  on  the  Isthmus  of  Panama. 

Detailed  statistical  tables  giving  causes  of  accident  producing  dis- 
ability, and  as  to  ages,  color,  and  nationality  of  employees  injured  nave 
not  been  prepared  by  this  office,  but  all  information  of  this  character 
which  has  be^n  requested  bv  the  Department  of  Commerce  and  Labor 
has  been  furnished  in  accordance  witn  your  instructions.  That  depart- 
ment should  be  able  to  make  the  same  analyses  of  Isthmian  cases  it 
now  makes  of  the  cases  settled  directly  by  the  Secretary  of  Commerce 
and  Labor.  The  furnishing  of  this  data  by  the  commission  entirely 
defeats  the  claim  that  the  Department  of  CJommerce  and  Labor  must 
have  sole  jurisdiction  of  injury  cases  in  order  that  its  records  may  be 
complete  and  its  statistics  on  the  subject  be  available  for  the  use  of  all. 

ACCOUNTING   SYSTEM   OF  THE   COMMISSION. 

The  experience  with  the  accounting  work  of  the  commission  gained 
during  the  last  few  years  has  convinced  me  of  the  necessity  of  a  cen- 
tralized^ accounting  organization.  At  the  present  time  there  are 
ahnost  insurmountable  difficulties  in  getting  data  along  certain  lines 
of  inquiry  that  have  been  made.  TQs  is  due  to  the  fact  that  some 
of  the  accoimting  is  done  in  the  States  with  no  effective  control  pro- 
vided for  in  this  office;  that  the  cost  keeping  is  handled  independ- 
ently of  the  general  accounts,  and  that  some  of  the  essential  account- 
ing IS  carried  on  in  the  Quartermaster's  Department  and  elsewhere, 
so  that  in  no  one  place  is  complete  information  accessible.  The  rea- 
son for  calling  attention  to  this  matter  at  this  time  is  for  the  purpose 
of  pointing  out  the  absolute  necessity  of  centrali2dng  all  accounting, 
cost  keeping,  and  similar  work  in  one  office  and  under  the  control  of 
one  person,  who  can  be  held  strictly  responsible  for  results  when  the 
operating  organization  is  established  within  the  near  future. 

PERSONNEL. 

At  the  beginning  of  the^  year  the  authorized  force  of  this  depart- 
ment was  119  employees,  including  messengers.  At  the  close  of  the 
year  the  authorized  force  was  reduced  to  111.  Tlus  reduction  has 
been  in  part  due  to  the  consolidation  of  certain  parts  of  the  work  in 
the  construction  divisions  and  in  part  at  least  to  increased  efficiency 
in  handling  the  work  of  the  office.  There  have  also  been  a  number 
of  changes  in  the  personnel  and  a  number  of  vacancies  in  positions 
now  exist,  which  it  has  been  found  very  difficult  to  fill  from  the 
Isthmus,  there  being  a  decided  tendency  on  the  part  of  employees 
engaged  in  clerical  work  to  accept  positions  in  the  States  whenever 
opportunity  has  been  offered  them. 

The  total  authorized  pay  roll  June  30,  1912,  amounted  to  $184,560. 
The  pay-roll  expenditures  for  the  fiscal  year  were  $170,912.76,  to 
whicn  should  be  added  the  amount  paia  as  injury  compensation, 
$626.88,  making  the  total  expenditures  of  this  omce  for  s^aries  and 
wages  $171,539.64. 
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No  greater  number  of  persons  were  employed  hj  this  department 
during  the  fiscal  year  1912  than  the  number  specified  in  the  notes 
submitted  in  connection  with  the  estimates  for  said  year.  A  greater 
rate  of  compensation  has  been  paid  to  two  employees  during  a  part 
of  tiie  fiscal  year  than  the  rate  authorized  to  be  paid  on  tde  1st  day 
of  July,  1910.  Section  5  of  the  act  of  March  4, 1911,  transferred  from 
the  Secretary  of  Commerce  and  Labor  to  the  chairman  of  the  com- 
mission jurisdiction  to  settle  claims  arising  under  the  injured  em- 
ployees' compensation  act  of  May  30,  1908.  The  salanes  of  the 
claim  officer  and  one  clerk  in  cnarge  of  injury-claim  work  were 
increased  from  $2,400  to  $2,700  and  $1,800  to  $2,100.  respectively,  on 
accoimt  of  increased  duties  and  responsibilities  deyolying  upon  tnem, 
as  shown  in  Table  27. 

CANAL  APPBOPBIATIONS  AND  EXPENDIIUBES. 

Congress  has  appropriated  $296,566,928.76  on  account  of  the  canal 
work.  Of  this  amoimt  $3,000,000  was  appropriated  for  fortifications 
and  $5,460.18  was  appropriated  for  the  relief  of  private  persons. 
The  total  chargeable  against  the  authorized  bond  issue  is  tnerefore 
$293,561,468.58.  Five  million  eight  hundred  and  fifty-six  thousand 
four  hundred  and  twenty-six  dculars  and  seventy-seyen  cent?  was 
collected  and  returned  to  the  Treasury  as  ''miscellaneous  receipts" 
to  June  30,  1912.  This  item  represents  the  total  amount  appropri- 
ated by  Congress,  which,  after  being  used  for  miscellaneous  purposes 
in  connection  with  canal  work,  has  been  covered  back  into  the  Treas- 
ury and  lost  to  canal  appropriationB.  This  amount  includes  the  pay- 
ments made  b^  the  Manama  Railroad  Co.  on  account  of  loans, 
$1,687,714.92;  mterest  on  the  loans,  $473,194.27;  annual  subsidy, 
$631,875;  and  dividends,  $344,945— a  total  of  $3,137,729.19.  There 
will  probably  be  a  difference  of  opinion  as  to  whetner  all  of  these 
items  shoula  be  considered  as  paid  from  appropriations  made  by 
Congress.  The  payment  of  this  money  into  the  Treasury  of  tihe 
United  States,  however,  rendered  it  impossible  for  the  railroad  com- 
pany in  the  early  days  to  renew  its  roadbed  and  equipment,  necessi- 
tated the  use  of  moneys  appropriated  by  Congress  dn^ectly  for  rebuild- 
ing and  reequiping  the  railroad  and  required  the  commission  to  pay 
such  amount  for  material  sold  and  services  rendered  as  would  insure 
the  company's  haviag  a  profit  to  use  for  purposes  of  this  character. 
This  amount  should  Ibe  deducted  from  tne  total  appropriations  in 
order  to  ascertain  the  net  amount  available  for  actual  canal  purposes. 

Table  1  shows  the  total  amount  which  has  been  made  available  for 
canal  purposes  as  $287,705,041.81.  In  addition  to  this  amount,  the 
commission  has  received  some  benefit  from  moneys  collected,  which 
it  was  expected,  when  the  orimnal  estimates  were  made  for  tne  con- 
struction of  the  canal,  would  be  covered  into  the  Treasury  as  "mis- 
cellaneous receipts."  There  are  only  two  appreciable  items  of  this 
kind,  besides  whatever  profits  may  have  been  made  in  the  operations 
of  the  comnussion — that  is,  in  making  sales  of  material  to  and  ren- 
dering services  for  outside  parties.  The  two  items  from  which  the 
commission  has  obtained  money  for  its  use,  which  was  not  expected 
when  the  estimates  of  1908  were  made,  are  the  water  rentals  paid  by 
the  Republic  of  Panama  as  a  repayment  of  the  amount  expended  in 
installing  waterworks  and  sewers  m  the  cities  of  Panama  and  Colon 
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:-nd  the  net  receipts  from  the  sale  of  scrap.    To  June  30  the  commis- 

^  ion  has  had  the  use  of  $625,654.54  received  as  water  rentals,  $67,- 

t92.60  received  from  the  sales  of  French  scrap;  and  $98,605.75  received 

rom  the  sale  of  American  scrap — a  total  of  $791,752.89.     During  the 

iscal  years  of  1909, 1910,  and  1911  rentals  were  paid  by  the  Panama 

Railroad  Co.  for  use  of  the  steamers  Panama  and  Uohn,  but  the 

commission  paid  the  repairs  on  these  vessels  and  had  to  pay  higher 

freight  rates,  in  order  that  the  rentals  might  be  paid.     It  is  not  seen. 

therefore,  how  the  conunission  could  have  obtained  any  additional 

money  from  this  source.     It  is  probable  that  certain  profits  have 

been  made  from  sales  of  material  and  rendition  of  service,  but  the 

items  are  limited  solely  to  the  transactions  with  outside  parties, 

which  have  been  small,  &nd  the  amount  of  any  profit  has  been  inap- 

Ereciable.  Based  upon  the  method  of  keeping  the  records,  profits 
ave  arisen  fronx  the  operation  of  the  hotels,  messes,  and  kitchens, 
but  I  do  not  believe  the  items  thus  shown  should  be  considered  as 
having  increased  the  money  available  for  canal  purposes.  The  addi- 
tion of  the  $791,752.89  to  the  $287,705,041.81  should  therefore 
represent  the  total  amount  up  to  June  30,  1912,  which  was  made 
available  to  the  commission  for  regular  canal  work. 

The  total  appropriations  for  continuing  the  construction  of  the 
canal  during  tne  fiscal  year  1913  will  probably  be  $29,083,520  for 
canal  work  proper  and  $2,806,950  for  fortifications,  these  being  the 
aniounts  carried  in  the  bill  as  it  passed  the  Senate,  the  only  difference 
being  the  increase  in  the  items  for  the  department  of  civil  administra- 
tion, made  in  the  Senate  tQ  cover  the  expenses  of  the  police  division 
of  that  department. 

Respectfully,  H.  A.  A.  Smith, 

Examiner  of  Accounts. 
Col.  Geo.  W.  Gobthals,  U.  S.  Army, 

Chairman  and  Chief  Engineer,  Cmehra,  Cavxjl  Zone, 
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Table  1. — Statement  of  moneys  available  for  and  applied  to  the  purchase  of  canal  rights 

arid  cost  of  canal  construction  to  June  SO,  1912. 

Appropriations  by  Congress  (Table  3) |296, 566, 928. 76 

•LiesD. 

Armament  of  fortifications |1, 000, 000. 00 

Seacoast  batteries 2, 000, 000. 00 

JPrivateacts 5,460.18 

Collections  returned  to  the  United  States  Treaa- 
ury  as  miscellaneous  receipts,  and  lost  to  canal 

appropriations  (Table  4) 6, 856, 426. 77 

8, 861, 886. 95 

Net  amount  available 287, 705. 041. 81 


Classified  expenditures  (Table  5) 260, 866, 118.40 

Less  unapplied  credits  to  expenditures: 

Water  rentals 757, 025. 76 

French  scrap  used  or  sold 1, 136, 958. 45 

Unpaid  rolls  on  June  30,  1912. ...  |1, 856, 938. 24 

Less  unpaid  amounts  on  rolls 

for  seacoast  batteries 49, 767. 07 

2  g()7  Y]\,  17 

Subsidies  from  Panama  R.  R.  Co '631,'875.00 

Dividends  from  Panama  R.  R.  stock .^ 344, 945. 00 

Interest  on  loans  to  Panama  R.  R.  Co .* 473, 194. 27 

Miscellaneous  rentals 238, 650. 08 

5, 389, 819. 73 


Net  charges  to  classified  expenditures. 255, 476, 298. 67 

Material  and  supplies  and  other  unclassified  items  (Table  2),  less 

$1,218,341.84  for  fortifications  and  private  acts 4, 643,028, 32 

Bills  collectible  outstanding  (Table  2) 541, 232. 17 

Duo  on  Treasury^  Department  transfers  from  fortifications  and  sea- 
coast batteries 196,510.70 

Unexpended  appropriation  balances  (Table  8)  except  $2,033,396.11 

for  fortifications  and  seacoast  battenes 26, 655, 619. 76 

Collections  returnable  to  appropriations  (Table  10),  $193,941.06,  less 
$1,588.87  due  Panama  R.  R.  Co.  from  collections  returned  to 
appropriations 192, 352. 19 

Total  accounted  for 287, 705, 04L  81 
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Table  2. — Statement  of  receipts,  disbureementa,  and  balances  available  June  SO,  1912. 

RECEIPTS. 

Appropriations  by  Congrefls  (Table  3) 1296, 566, 928. 76 

Water  rentals,  Panama  and  Colon 757, 025. 76 

Salvage  from  French  material  and  equipment 1, 136, 958. 45 

Collections  accoimt  of  sale  of  Government  property,  etc.  (Table  4) . .        5, 856, 426. 77 
Collections  due  individuals  and  companies 19, 434. 89 

Total  receipts 304,336,774.63 

DISBURSEMENTS. 

Classified  expenditures  (Table  5) 260, 866, 118. 40 

Department  of  civil  administration $5, 711, 919. 67 

Department  of  law 24, 729. 16 

Department  of  sanitation 14, 814, 763. 97 

Hospitals  and  asylums |7, 535, 211. 92 

Sanitation 6, 108, 217. 97 

Construction  and  repair  of 
buildings 1,111,334.08 

Department  of  construction  and  engineering. . .  152, 298, 242. 76 

Atlantic  division 43, 872, 646. 71 

Central  division 76, 564, 072. 56 

Pacific  division 31, 711, 294. 95 

Lighting  and  buoying  the 
canal 150,228.54 

General  items 86, 803, 581. 18 

Fortifications 1, 212, 881. 66 

Paid  into  the  United  States  Treasury  for  sales  of  Government  prop- 
erty, etc 5, 856,426. 77 

Services  rendered  and  material  sold  individuals  and  companies 4, 167, 762. 42 

Unclassified  expenditures 5, 861, 370. 16 

Material  and  supplies 15,480,821.87 

Other  unclassified  items,  including  suspense  ac- 
counts for  Colon,  Ancon-Sosa,  ana  Balboa 
fillH,  $308,028.23;  shop  expense  balances  and 
Juno  overhead  expenses  awaiting  distribu- 
tion by  divisions,  less  salvage  on  American 
scrap 380,548.29 

Bills  collectible  outstanding 541,232.17 

Total  disbursements 277,292,909.92 

Less  amounts  included  above  but  unpaid  on  June  30,  1912 1, 856, 938. 24 

Salaries  and  wages  unpaid  on  rolls  to  June  1, 

1912  .  238  634. 02 

Pay  roils  for  uie'month'ofJimeV  1,618^304.22 

Net  disbursements 275, 435, 97L  68 

Balances  available  June  30, 1912 28, 900, 802. 95 

( Congressional  appropriations  (Table  8) 28, 689, 015. 87 

June,  1912,  collections  returnable  to  appropria- 
tions (Table  10) 193, 941. 06 

Collortions  account  of  individuals  and  compa- 
nies   17,846.02 

Due  individuals  and  com- 
panies   19, 434. 89 

Less  amounts  due  Panama 
R.  R.  Co.  from  collections 
repaid  appropriations 1, 588. 87 


Total  accounted  for 304,336,774.63 
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Table  4. — Detailed  statemerd  of  collections  which  have  been  deposited  in  the  United 
States  Treasury  as  miscellaneous  receipts  and  lost  to  canal  appropriations  to  June  SO. 
1912. 

Sales  of  Isthmian  Canal  property $1,085,463.03 

Sale  of  property $850, 500. 11 

Sale  of  French  material  and  equipment 81, 634. 80 

Sale  of  water 255. 43 

Sale  of  Panama  R.  R.  stock 1,300.00 

Mess  accounts '.        46, 879. 48 

Receipts  from  pay  patients 79, 992. 68 

Quarantine  subsistence 24, 900. 53 

Rentals  of  Isthmian  Canal  property 521, 441. 02 

Rent  of  lands  and  buildings 41, 427. 24 

Rent  of  equipment 311,047.33 

Panama  water  and  sewer  rentals 71, 967. 71 

Colon  water  and  sewer  rentals 31, 573. 00 

Rentals,  miscellaneous 65, 425. 74 

Work  done  by  Isthmian  Canal  Commission 207, 786. 52 

Labor  furnished  Panama  R.  R.  Co 180, 336. 97 

Other  labor  furnished 27, 449. 55 

Miscellaneous 3,064,916.20 

Telegraph  and  telephone  service 3,547.35 

Hotels  and  boarding  camps 758,470.34 

Hotel  coupon  books 32, 238. 28 

Laimdry  receipts 7, 382. 01 

Corral  receipts 8,628.56 

Miscellaneous 93,740.47 

Interest  on  loans 473,194.27 

Repayment  of  loaos 1, 687, 714. 92 

Subsidies  and  dividends 976,820.00 

Annual  subsidy  from  Panama  R.  R.  Co 631, 875. 00 

Dividends  on  Panama  R.  R.  stock 344, 945. 00 

Total 5,856,426.77 

Table  5. — Detailed  statement  of  classified  expenditta-esfor  the  fiscal  year  ending  June  SO, 

1912,  and  total  from  the  beginning  of  the  work  to  date. 


Deportment  of  dvU  administration: 

AdminJBtration 

Supreme  and  circuit  oourts 

Proeecutiiig  attorney 

Diviaion  oirevenues 

Diyifdon  of  posts 

Division  of  customs 

Division  of  lands  and  buildings 

Division  of  estates 

Police  and  ijrisons 

Fire  protection 

Maintenance  and  operation  of  waterworks  and  sewers,  Panama. 
Maintenance  and  operation  of  waterworks  and  sewers,  Ck>lon. . . . 

Repairs  uid  maintenance  of  pavements,  Panama. 

Repairs  and  maintenance  of  pavements,  Colon 

Miscellaneous  Zone  public  works 

Treasurer  of  the  Canal  Zone 

Construction  of  buildings 

Repairs  of  buildings 

Survey  of  lands,  Canal  Zone 


Total,  department  of  dvil  administration. 

Departmentof  law: 

Office  of  counsel  and  chief  attorney 

Land  office 


Total,  department  of  law. 


Total  fisdQ 
year  1912. 


973,864.50 
34,030.17 


20,418.33 

94,937.67 

9,533.89 


2,500.40 

310,206.20 

137,166.54 

25,268.80 

44,202.54 

10,204.97 

10,268.31 

6,394.68 

9,470.61 

7,461.76 

6,160.18 

19,149.84 


820,398.57 


17,982.43 
6,796.73 


24,729.16 


Total  to 
June  30, 1912. 


1651,336.52 

831,946.01 

89,558.47 

166,115.13 

662,068.42 

66,730.67 

102,046.07 

36,672.63 

1,080,197.90 

601,402.76 

144,751.16 

200,575.58 

96,767.56 

80,156.70 

28,620.12 

38,403.08 

614,111.50 

17,478.40 

75,000.00 


5,711,010.67 


17,932.43 
6,796.73 


24,729.16 
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Tablb  5. — Detailed  statement  of  dasnjied  expendUurea  for  the  fiacal  year  ending  June 
SO,  191iy  ixnd  total  from  the  beginning  of  the  work  to  date— Continued. 


Total  fiscal 
year  1012. 


Total  to 
June  30, 1912. 


Department  of  sanitation: 

AdmtnistratiQn 

Hospitals  and  asylums- 
Medical  storehouse,  Ckdon 

Ancon  hospitaL 

Colon  hospital 

Tobago  sanitarium 

Santo  Tomas  hospital 

Other  hospitals,  dJspensaries,  and  sick  camps 

Quarantine 

Sanitation,  Panama  and  Colon- 
Sanitation  proper,  Panama 

Disposal  oi  garbage,  street  cleaning,  etc.,  Panama. 

Sanitation  proper,  Colon 

Disposal  of  garbage,  street  cleaning,  etc..  Colon. . . . 

Zone  sanitation^- 

Sanitation  proper 

Disposal  01  gar oase,  street  cleaning,  etc , 

Construction  pf  ouildlngs 

Repairs  to  buildings 


Total,  department  of  sanitation . 


Department  of  construction  and  engineering: 
Atlantio  division^ 

Dry  excavation  (prism)— 

ConstructioQ  work 

Plant 

Dredging  excavation  (prism)— 

Constructian  work 

Plant 

Oatun  dam  and  spillway- 
Construction  work 

Plant 

Gatun  locks— 

Constructian  work 

Plant 

Oatun  power  ^ant,  permanent— Construction  work. 

Rock  and  sana  account- 
Porto  Bello  rock  plant 

Nombrede  Dioa  sand  plant 

Transportation  plant. 

Cokm  breakwater- 
Construction  work 

Plant 

Gaton—liindl  levee 


Total,  Atlantio  division. 


Oentral  division- 
Dry  excavation- 
Construction  work , 

Plant 

Dredging  excavation— construction  work. 

Clearing  chazmel  in  Oatun  Lake 

Masonry— 

Constructian  work 

Plant 


Total,  (Central  division. 


Pacific  division- 
Dry  excavation  (prism)— 

Constructian  work 

Plant 

Dredging  excavation  (prism)- 

Construction  work 

Plant 

Pedro  Miguel  locks  and  dams— 

Construotion  work 

Plant 

Ifiraflores  locla  and  dams- 
Construction  work 

Plant 

Rock  and  sand  account— 

Anoon  rock  plant 

Chame  sand  plant 

Miraflores  power  plant— oonstniction 

Naos  Island  breakwater— oonstniction  work. 


$86,378.11 

0,3d0.33 

426,383.65 

195,688.90 

33,860.50 

10,601.51 

194,093.01 

35,861.36 

38,060.58 

10,627.34 

20,007.61 

8,045.16 

400,205.84 
100,762.20 

o, 4Uv«  44 

23,236.58 


1,620,301.12 


272,058.07 
I15,a47.61 

1,300,154.63 
1276,530.01 

3,067,012.94 
1424,773.01 

6,658,407.80 

1538,366.82 

37,615.02 

1280,138.12 
1143,132.04 
1216,603.00 

008,585.60 
1456,061.08 


10,012,273.55 


0.320,755.28 
1713,474.18 


2,110.34 

6,208.33 
10,358.00 


8,625,057.77 


688,041.33 
170,122.82 

1,333,171.17 
344,132.83 

2.707,835.34 
1182,437.70 

5.651,<O1.40 
1364,383.11 

1225,466.10 

21,523.03 

1131,476.07 

134,830.41 


$776,451.27 

31,564.14 

3,201,621.41 

1,718,234.40 

100,356.88 

50,622.16 

1,885,178.75 

324,066.27 

760,255.23 
70,374.05 

582,801.00 
86,610.03 

3,644,222.30 

421,072.01 

1,033,891.46 

77,472.62 


14,814,763.07 


1,466,461.27 


6,066,720.41 
386,121.07 

10.607,908.02 
1115,540.84 

21,706,006.31 

175,870.62 

37,615.02 

188,708.53 


422,050.46 

1,663,068.34 

211,370.13 

72,468.47 


43,872,646.71 


78,313,361.80 

67,036.84 

0,708.40 

141,426.75 

12,432.77 
10,116.00 


76,564,072.56 


1,060,303.36 
347,023.63 

8,500,228.60 
745,278.15 

8,503,476.28 
90,600.46 

11,071,481.66 
438,321.40 

314,647.80 
150,422.15 
362,364.40 
103,045.47 


iCndlt. 
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Table  5. — DetaUed  statement  of  classified  expenditures  for  the  fiscal  year  ending  June 
SO,  1912,  and  total  from  the  beginning  of  the  work  to  (2ate--Oontinued. 


Department  of  construction  and  engineering— Continued. 
Pacific  division— Continued. 
Terminal  facilities— Balboa— 

Construction  work 

Plant 


Total,  Faclflo  division. 


General- 
Construction  work. 
Plant 


Total,  general. 


General  items: 

Hotels,  messes  and  kitchens — operations 

Hotel  equipment 

Hotels— incidental  expenses 

Hotel  Tlvoll ( 

Hotels,  messes  and  kitchens — alterations  and  improvements 

Lands  purchased— 

For  oonstruotlon  work  or  to  be  flooded 

For  other  purposes 

Cristobal  terminals— 

Docks  and  wharves 

Dredging 

Balboa  termmals— docks  and  wharves 

Panama  R.  R.  second  main  track 

Relocation  of  Panama  R.  R.— 

Construction  work , 

Maintenance 

Plant 

Purchase,  Improvement,  and  repair  of  steamers— 

Panama 

Colon , 

Cristobal 

Ancon 

Construction  of  building,  department  of  oonstruction  and  engineer- 
ing  

Alteration  and  repair  of  buildings,  dcptutmcnt  of  construction  and 

engineering , 

Purchase  from  New  Panama  Canal  Co 

Pajrment  to  Republic  of  Panama 

Loans  to  Panama  R.  R.  Co 

Purchase  of  Panama  R.  R.  stock 

Construction  of  waterworks  and  sewers,  Panama 

Construction  of  waterworks  and  sewers,  Colon 

Zone  waterworks  and  sewers- 
Construction  work 

Maintenance » 

Paving  Panama 

Paving  Colon 

Zone  roadwavfr— 

Construction  work : 

Repairs  and  maintenance 

Miscellaneous  grading  and  other  municipal  work 

Moving  and  care  of  French  material  and  equipment 

Plant  in  Panama  R.  R.  service 

Permanent  plant 


Total  fiscal 
year  1912. 


$172,886.63 
63,505.88 


10,123,653.12 


111,619.03 
24,233.73 


135,853.66 


Total,  general  Items. 


Fortifications— Armament  of  fortifications. 
Atlantic  seacoast  batteries: 

Construction  work 

Plant 

Pacific  seacoast  batteries: 

Construction  work 

Plant 


Total,  fortifications. 
Grand  total 


137,517.65 
19,047.50 
10,164.10 

153,652.36 
70,226.85 

16,108.07 
49,828.00 

127,063.93 

5,582.68 

133,843.31 


1,043,086.69 

15,340.61 

1110,204.17 


2,750.00 
2,750.00 

10,993.18 

117,447.67 


26,329.05 
30,968.15 

214,260.46 

338,028.50 

12,416.00 

53,560.26 

2.247.47 

31,878.39 

14.35 


113,500.26 
8,896.75 


2.819,926.53 


657,746.71 

242,054.28 
52,838.20 

304,747.42 
55,494.96 


1.212,881.66 


35,396,065.14 


Total  to 
June  30, 1912. 


1172,886.63 
53,505.88 


31,711,294.06 


125,994.81 
24,233.73 


150,228.54 


170,345.17 
19,047.50 
19,164.10 

180,077.41 
75,5ia21 

330,243.73 
127,038.35 

262,482.33 

84,773.74 

172,868.13 

1,123,477.83 

8,529,733.91 

44,412.06 

300,327.27 

666,942.48 
679,812.22 
716,085.43 
728,27L88 

9,591,999.34 

541,129.70 

40,000,000.00 

10,000,000.00 

3,247,332.11 

157,118.24 

681,217.78 

614,233.64 

4,073,167.80 
953,840.12 
579,374.18 
434,600.03 

1,411,504.57 

142,766.80 

4.142.62 

2,833.23 

707,062.48 

33,489.76 


86,803,58L18 


657,746.71 

242,054.28 
52,838.29 

304,747.42 
55,494.96 


1,212,88L66 


260,866,118.40 


1  Credit. 
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Expenditwre  accounts  which  are  prorated  Tnonthly  to  the  construction  divisions  avid  de- 
partments of  sanitation  and  civit  administration  as  overhead  charges  for  the  fiscal  year 
ending  June  30, 1912. 

General  adxninJstrati-ve  expenses S269,104.96 

MlsoeUaneous  general  expenses: 

On  the  IstBmus 01,851.49 

Canal  Record 18,270.04 

Young  Men's  Chxistian  Association  clubnouses— operation 60, 565. 61 

Isthmian  Canal  Commission  band 12,479.14 

In  the  United  States 96,767.10 

Diabuning  officers: 

In  Washington 84,048.09 

On  the  Isthmus 72,066.33 

Examiner  of  accounts: 

In  Washington 12,021.08 

On  the  Isthmus 150,470.06 

Transportation  on  the  Isthmus: 

Passenger 100,287.90 

Freight 482,500.00 

Telegraph  and  telephones 143,634.64 

Purchasing  expenses  in  the  United  States 160,821. 01 

Inspection  of  lock  gates,  emergency  dams,  etc 115, 900. 20 

Look  gates 10,726.24 

Operating  machinery  for  locks 17,040.20 

Emergency  dams 10, 376. 78 

Spillway  gates  and  machinery 1,254.65 

Compensation  to  injured  employees 201, 156. 80 

Operation  of  stores 462,031.00 

Recruiting 65,015.45 

Quarters 415,636.76 

CoDStmotion  of  buildings,  department  of  construction  and  engineering 1,775.06 

Alteration  and  repair  of  buildings,  department  of  construction  and  engineering 7,662. 41 

Operation  of  docks  and  wharves: 

^y  the  Panama  Railroad 23,060.08 

By  the  Isthmian  Canal  Commission 10,862.68 

TotaL 3,060,069.96 


428 

3 


I 

i 

8 

|- 

1 

I. 

ft 

'^3 


I 


11 


SiiliiiPi^ii 


!iiSiij|i;ii 


iiiiliiiipii 


DBPABTMENT   OF  EXAMINATION  OF  ACCOUNTS. 


i 


IS 


« 


i 


!/! 


i 

I- 


!i  i 


I 

ill 


I! 


iii  i 
iiii 


430 


BBPOBT  ISTHMIAN  CANAL  COMMISSION. 


Hid 


38 


fc2 


3 


pi 


C9 


% 


4 


I 

§ 


f 

a 
I 

S 
I 

>» 

.o 


tr*ja  Pi 

i- 


•         •         •    ^  •         •         •         •         • 

«k         ».         V^         g^  _  ^Jfc         Sk  ■*       J» 


s 


$ 


i-^rHMtH        tH 


Q 


Pm 


55       / 


d>t^852c<3ooocQ 


SiSSSi 


c« 


3St^SS3S3^ 

»■••■••■ 

8S§3§;$§3 

•»  _  »*       MK      a^      «b       a^      ■%      ■■ 


s 


CO 


■s       »k       v^       ^       •»       Sk       ■« 


■h         V^         •»         •«        Vk         ^         «^ 


U3 


s 


00 


n 

to 


CO 

•o 


s 


s 


8 

00 
CO 


kO 


^         »  ••         Wt 


sn 


to 


r«  9  c<5SS>ooF* 

•   _.  •       •    •        •       • 

Si  9§i§i 

3^  SS2§S 


is  S§3iS 

•«        a^  A.       Ph       «^       •«.       a^ 

"•r     CO  weo»H 


S9  si^sss 

*   ■       *  ^    •   ^   # 
So    f^o>ioSS 

_^      Bw  •>  _  jn       a^    _ak       av 


8S    JSS 

^S       t«-00 

to          i^ 

IX 

9 


•o 


3 
K 


S 


s 


CO 


"s- 


'T 


H 

n 


3 
& 


I* 

3. 

o 


i 


£5 


Jo 


o>  t2  ^  <o  M  o»  ^  n 

<«  00 -^  CO  to  CO  to  OD 

V^  _  #1       •^       •»       a^  vw 


S8 

•       « 


s 

o 


>o> 


•        •  •   •        •        •        a  • 

_^^       ■*  "w f^      vw      a^      «»  •« 

IS  iiiii  8 


eo         •-< 


CO  S  00  S  ei  So  ^  K 


S8 

oTo 
eo*-" 


s 


s 


a 


2^8 

M 

oo 


8 


r>i-«fHo9ouSC9 


■ 


C4 


n 


^ 


O 


^ C  «  «  o o  Bo 


o 


3 

O 


^ 


38    SSSSSf!    S 

•       •  •        •       •        •    _  J  a 

Vh^  ^a^a^aikas  a^ 


1.H  CO 


5iP    fi5B"5^:3 

Ot**       OOvHiOOk 

Seo    kSSSSs 


CO 


iCO»-iM 


C9 


o 


O 


Q 
Q 


»4 


00 


8 


i 


8 


8 

a 

9 


e« 


^ 


I 


DEPABTMENT  OF  EXAMINATIOK  OF  AOOOUKTS. 


431 


S3&    R 

#«       •«       •^  ^ 


« 


3 


s 

CO 


^ 


s 


• 


lO 


00 


00 


C4 


s 


S3 


00 


W3US 


I- 
CO 


8 


•     •     •     •     • 

«k  •>  »  Vk  Vik 


M 


s 


t- 

» 


8 


CI 

CO 


» 


M5 


(0 


N 


^ 


>§ 


li 


43 


19 


I 


.J 
5 


«9 

n  A. 

8 


S  o 


3 

o 


DEPARTMENT  OF  EXAMINATION  OF  ACCOUNTS. 


433 


Table  9. — Detailed  statement  of  amounts  returnable  to  the  appropriations  collected  during 

the  fiscal  year  ending  June  30  y  1912, 


Nature  of  collections. 


From 
employees 

(act  of 
Mar.  4, 1907). 


Sale  of  property 

Panama  water  rents 

Colon  water  rents 

Zone  water  rents 

Rentals,  miscellaneous 

Labor  furnished  Panama  R.  R.  Co. . 

Other  labor  furnished 

Sale  of  hotel  books 

Hotel  and  boarding-camp  receipts. . . 

Hospital  receipts 

Laundrv  receipts 

guarantine  receipts 
jrral  receipts 

Telegraph  and  telephone  receipts 

Transportation 

Electnc-Ught  receipts 

Sales  of  scrap 

Duties  on  scrap 

Miscellaneous 

Overparments  and  corrections 

Marine  msuranoe 


f31,l£8.96 


1,542.02 


Total. 


1,181,127.41 

105,620.06 

6,916.50 

906.17 

17,351.05 

419.09 

4,577.67 

114.67 


>  1,349, 635. 40 


From  out- 
side parties 

(act  of 
Mar.  4, 1911).! 


$1,629,344.75 
97,506.78 
85,193.65 


52,692.85 

573,486.84 

145,052.41 

193,725.39 

87, 999. 73 

60,912.77 

6,196.03 

19,277.33 

54,887.49 

63.35 

1,845.26 

20,190.62 

45,228.08 

3,485.57 

1,583.44 


From 
other  de- 
partments 
of  the  gov- 
ernment. 


From  over- 
payments 
and  mis- 
cellaneous 
items. 


$44,766.05      $1,094.92 


3,226.66 
4,622.26 


53, 161. 17 


252.33 

747.96 

11.97 


4,566.19 


80.00 
5,072.70 


3,067,762.34     116,508.19 


176. 71 
499.65 


246.15 
8a  00 


21,478.65 
81,863.63 


105,439.71 


Total. 


$1,706,365.58 

97,596.78 

85,193.66 

3,226.66 

67,316.11 

573,663.59 

200,255.25 

193,725.39 

1,269,379.47 

167,181.69 

13,124.50 

20,183.50 

76,805.63 

728-59 

6,582.93 

34,377.99 

45,228.08 

3,485.57 

1,583.44 

21,478.65 

81,863.63 


4,650,345.64 


1  Detailed  statement  of  colleetions  as  required  by  sec.  4,  act  of  Mar.  4, 1911 . 

s  This  amount  is  made  up  of  both  cash  collections  and  pay-roll  deductions  fh>m  employees. 

Table  10. — Detailed  statement  of  collections  repaid  to  appropriations  during  the  fiscal 
year  ending  June  SO,  1912,  arid  balance  of  fiscal  year  collections  returnable  to  appro- 
priations but  not  repaid  during  the  year. 


Nature  of  collections. 


From 
employees 

(act  of 
Mar.  4, 1907). 


From  out- 
side parties 

(act  of 
Mar.  4, 1911). 


Sale  of  property $31,158.96 

Panama  water  rents 

Colon  water  rents 

Zone  water  rants 

Rentals,  miscellaneous 

Labor  furnished  Panama 

R.  R.  Co 

Other  labor  furnished i;542.02 

Sale  of  hotel  books 

Hotel  and  boarding-camp 

receipts 1,181,127.41 

Hospital  receipts '     105, 520. 06 


Laundrv  receipts, 

Quarantine  receipts 

Corral  receipts 

Telegraph  and  telephone 
receipts 

Transportation 

Electric-light  receipts 

Sales  of  scrap 

Duties  on  scrap 

Miscellaneous 

Overpayments  and  correc- 
tions  

Marina  insurance 


6,916.60 
906.17 
17,351.96 

419.09 

4,577.67 

114.67 


Total 1,349,635.40 


$1,551,:)78.S2 
97,719.77 
80,301.15 


52,720.45 

553,883.01 
142,581.95 
189,786.09 

83,401.77 
69,060.37 
6,045.27 
18,337.01 
49,696.82 

68.06 

1,396.60 

31,030.05 

45,228.08 

3,486.57 

1,670.64 


From 
other  de- 
partments 
of  the 
govern- 
ment. 


$44,766.95 


3,226.66 
4,622.26 


53, 161. 17 


262.33 

747.96 

U.97 


4,666.19 


80.00 
5,072.70 


2,983,801.27 


116,508.19 


From 
overpay- 
ments 
and  mis- 
cellaneous 
items. 


$1,094.92 


176.71 
499.66 


246. 16 
80.00 


21,478.65 
81,863.63 


Total 
repayments. 


$1,628,609.65 

97,719.77 

86,301.15 

3,226.66 

57,342.71 

554,060.72 
197,784.79 
189,786.09 

1,264,781.61 

176,329.29 

12,973.74 

19,243.18 

71,613.96 

734.19 

6,134.17 

36,217.42 

45,228.08 

3,485.57 

1,570.64 

21,478.65 
81,863.63 


106,439.71     4,555,474.67 


Balance  of 
collections 
fiscal  vear 
1912  re- 
turnable 
but  not 
repaid. 


$101,151.10 
244.30 


3,902.60 

37, 380. 42 
11,175.26 
16,364.70 

9,834.24 
2,036.05 
640.84 
2,017.67 
7,770.74 

3.85 
448.76 
963.84 


12.80 


1103,941.06 


>  See  Table  2. 
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Table  15. — Statement  of  coupon  boohs  and  meal  tickets  distributed  to  issuing  vUrks 

during  fiscal  year  ending  June,  1912, 


C0HKIS8ARY  BOOKS. 


1911-July 

August.... 

September 

October. . . 

Noyembcr 

December. 
1913— January... 

February. 

ICarch 

April 

May 

June 

Total.... 


92.60  books. 


Number. 


0,190 

8,940 

9,045 

9,870 

10.750 

10,129 

10,420 

9,265 

10,550 

10,596 

12,340 

9.296 


117,195 


Value. 


915,475.00 
22,350.00 
22,012.50 
24,190.00 
26,876.00 
26.322.50 
26,060.00 
23,162.50 
26,375.00 
26,487.50 
30,850.00 
23,237.50 


292,987.50 


S5  books. 


Ntimber. 


22,586 
27,746 
28,096 
28,760 
29,910 
29,056 
29,650 
27,806 
28,396 
31,675 
81,000 
30,326 


346,080 


Value. 


8112,925.00 
138,726.00 
140,475.00 
143,800.00 
140,650.00 
145,275.00 
148, 25a  00 
139.476.00 
141.975.00 
167,876.00 
156,460.00 
151,625.00 


1,725,400.00 


$15  books. 


Number. 


6,520 
6,225 
6,940 
6,371 
6,875 
7,260 
6,874 
6,775 
7,026 
6,650 
U0,090 
6,920 


82,626 


Value. 


907.800.00 

93.375.00 

80.100.00 

96,566.00 

103.126.00 

108,900.00 

103,110.00 

101.626.00 

106.375.00 

99,750.00 

151,350.00 

88.800.00 


1,237,875.00 


HOTEL  BOOKS. 


1911-July 

August 

September 

October 

November 

December 

1912— January 

February 

ICarcfa 

April 

}<Sy 

June I 

Total 


94.80  books. 


Number. 


406 
200 
900 
416 
886 
270 
386 
585 
886 
335 
770 
480 


6,565 


Value. 


92,376.00 
1,24&00 
4,320.00 
1,992.00 
4,24&00 
1,296.00 
1,368.00 
2,808.00 
4,248.00 
1,008.00 
3,096.00 
2,304.00 


31,512.00 


915  books. 


Number. 


3,320 
2,266 
8,666 
4,406 
2,300 
2,675 
4,205 
4,320 
3,250 
4,530 
3,090 
4.520 


42,535 


Value. 


940.800.00 
33,975.00 
64,975.00 
67,425.00 
34.500.00 
38.625.00 
63,075.00 
64,800.00 
48,750.00 
67.960.00 
46,350.00 
67,800.00 


638,025.00 


HEAL  TICKETS. 


1911-nJttly 

August 

September, 

October... 

November. 

December. 
1913— January... 

February. . 

Kaich 

April 

May 

June 

Total.... 


27*cent  tickets. 


Number. 


33,500 
27,500 
101,900 
46.000 
46,500 
36.700 
28,800 
52,700 
26,200 
61,300 
40,800 
51,400 


551,300 


Value. 


99,046.00 

7,426.00 

27,513.00 

12,150.00 

12,556.00 

9,639.00 

7,776.00 

14,229.00 

7.074.00 

16,551.00 

11.016.00 

13,878.00 


148,851.00 


4&«ent  tickets. 


Ntimber. 


^,300 

71.600 

106,600 

125,100 

79,300 

90,000 

101,200 

133,500 

66,800 

106,700 

66,100 

115,200 


1,148,400 


Value. 


935,320.00 
28,640.00 
42,340.00 
50,040.00 
31,720.00 
36,000.00 
40.480.00 
53.400.00 
26,720.00 
42,280.00 
26.440.00 
46,080.00 


460,360.00 


1 3,000  books  were  delivered  to  the  Panama  R.  R.  Co. 


X103(DO 
value). 


1,500 
1,900 
2,100 
1,000 
1,200 
1.30O 
1,800 
1,500 
OOO 
2,000 
7,500 


22.300 
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Table  17. — Statement  of  amounts  paid^  under  act  of  May  SOy  1908 y  to  employees  as  oom- 
pensation  and  on  account  of  death  of  employees y  injured  in  course  of  employment y  July 
1,  1911  y  to  June  SOy  191 1;  and  amounts  paidy  under  act  of  Feb,  t4,  1909 y  for  injuries 
lasting  15  days  or  less. 


Department  or  divi- 
sion. 


Atlantic: 

Injuries 

Deaths 

Central: 

Injuries 

Deaths 

Pacific: 

Injuries 

Deaths 

Mechanical: 

Ix^uries 

Deaths 

Quartermaster: 

Injuries 

Deaths 

Sanitary: 

Injuries 

Deaths 


Civil  administration: 

Injuries 

Deaths 

Chief  engineer: 

Ii^uries 

Deaths. 


Examiner  of  accounts: 

Ix^juries 

Deaths 

Subsistence: 

Injuries 

Deaths. 


July. 


16,382.38 
2,901.28 

6,392.09 
1,257.04 

3,180.64 
728.97 

2,953.22 
213. 36 

420.75 
23.40 

126.94 


255.00 
85.00 

25.00 


Disbursing  officer: 

Injuries 

Deaths 


August. 


15,414.27 
1,048.10 

5,177.41 
742.79 

2,659.03 
180.43 

1,952.77 
122.48 

324.78 
46.80 

106.08 


153.34 
68.50 


38.00 


Total 24,945.67  118,094.78 


Srotem- 
ber. 


13,889.75 
1,378.38 

5,109.99 
484.30 

3,106.18 
213.24 

1,703.80 
280.56 

295.79 
22.50 

13.25 


October. 


13,973.64 
2,720.27 

3,870.08 
317.70 

2,100.12 
536.49 

3,049.25 
158.72 

310.45 


Novem- 
ber. 


$3,837.39 
842.53 

4,519.61 
325.00 

2,798.42 
571.60 

078.58 
190.40 

373.38 
204.70 


10.50 


58.33 
60.00 


176.54 
40.00 

61.00 


116.25 


21.88 


16,754.20 


63.75 


25.46 


17,419.97 


$3,473.53 
935.35 

4,390.02 
587.40 

3,575.55 
174.51 

1,274.54 
30.72 

804.92 
41.39 


274.17 
33.34 

40.10 


215.66 


15.46 


15,220.43 


Decem- 
ber. 


$2,808.03 
1,373.33 

3,375.18 
606.84 

2,600.70 
720.77 

1,103.66 
32.00 

185.73 
34.16 


356.41 
40.99 

97.27 


139.55 


5.63 


15,927.78 


January. 


56.06 


232.44 


91.67 


Febru- 
ary. 


$3,842.97 
1,067.52 

3,372.80 
552.80 

3,688.55 
64a  51 

1,627.39 
29.44 

216.22 
34.17 

24.50 


10.00 


325.7b 


12.20 


13,331.79     15,423.66 


Department  or 
division. 


Atlantic: 

Injuries 

Deaths 

Central: 

Injuries 

Deaths 

Pacific: 

Injuries 

Deaths 

Mechanical: 

Injuries 

Deaths 

Quartermaster: 

Injuries 

Deaths 

Sanitary: 

Injuries 

Deaths 

Civil  administra- 
tion: 

Injuries 

Deaths 

Chief  engineer: 

Injuries 

Deaths 

Examiner  of  ac- 
counts: 

Iz^uries 

Deaths 

Subsistence: 

Injuries 

Deaths 

Disbursing    offi- 
cer: 

Injuries 

Deaths 


March. 


$3,322.03 
1,081.93 

3,530.84 
667.20 

3,850.20 
1,379.40 

1,809.24 
626.96 

262.18 
59.17 


582.23 


April. 


$3,826.81 
789.82 

4,043.57 
553.10 

3,244.65 
691.62 

1,551.04 
116.48 

288.80 
34.16 

25.10 


323.43 


62.54 


May. 


$2,476.59 
1,844.77 

2,943.64 
1,672.31 

4,089.22 
962.60 

1,788.67 
292.96 

457.58 
85.01 


46.67 


800.27 


31.29 


Total l7,2:n.JS   l.S,551.12  ,17,491.68 


June. 


$3,494.42 
579.09 

3,318.15 
1,021.86 

2,837.71 
627.34 

1,830.77 
441.20 

360.41 
335.66 

13.30 


$46,741.81 


350.50 
200.00 

711.45 


31.67 


16,162.53 


Total 

injury 

payments. 


$17,152.37 


50,044.07 


37,736.97 
21,682.03 


4,  wOtf.  W 

379.67 


1,525.37 


3,328.39 


Total 

death 

payments. 


$10,743.05 


8,878.34 


7,436.48 


2,535.28 
'**9ii.*2i" 


611.00 


626.88 


244.13 


Total  un- 
der act 
Feb.  24, 
1909. 


16,620.20 


11,644.13 
13,263.33 


2,820.21 
121.61 


441.33 


117.07 


62.32 


5.00 


106,620.21     37,534.08     55,838.25 


Grand 
total. 


$74,637.23 


75,542.61 


56»817.58 


37,481.54 


8,051.41 
501.28 


2,577.70 
3,328.30 


743.06 
300.45 


5.00 


250,993.14 
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Total  payments,  by  fiscal  year,  to  date. 


Aug.  1, 1908  to  June  30, 1909. 
July  1, 1909  to  June  30, 1910. 
July  1, 1910  to  June  30, 1911 . 
July  1, 1911  to  June  30, 1912. 

Total 


Ii^uries. 


S32,355.71 

96,810.33 

168,416.23 

166,620.21 


464,202.48 


Deaths. 


Under  act 

Feb.  24, 

1909. 


$3,682.79 
21,053.22 
35,248.39 
37,534.68 


97,519.06 


$8,225. 16 
16,010.30 
49,957.80 
55,838.25 


130,031.51 


Total. 


144.263.66 
133,873.85 
253,('<22.42 
359,903.14 


691,753.07 


Table  18. — Statement  of  receipts  and  disbursements,  May  1,  1904- June  SO,  1912. 

RECEIPTS; 

Revenues  collected |1, 452,804.  30 

PoBtal  receipts ■ 616,841.74 

Total  collections $2, 069, 646. 04 

DISBURSEMENTS. 

Expenditures: 

Public  improvements $604, 310. 82 

Public  schools 469,699.22 

Maintenance  administration  district 155, 554. 39 

Miscellaneous  and  contingent 18, 385. 84 

Postal  ser\'ice *. 543,773.99 


277, 921.  78 


Total  disbursements 1,791,724.26 

Available  for  expenditures 

TREASURY  BALANCE  JUNE  30,  1912. 

Public  improvements  and  schools $219, 883. 60 

Miscellaneous  and  contingent 8, 749. 74 

Postal  receipts  1912 30,468.82 

Transfer  from  trust  funds 587. 50 


Collecting  officers'  balance. 
Postmasters'  balance 


Audited  claims  unpaid. . 
Balance  available. 


259, 689.  66- 
18, 110.  37 
145.00 

277, 945.  03 
23.25 


277, 921.  78 


SEPARATE  STATEMENT  COVERING  POSTAL  SERVICE. 

Receipts: 

Stamp  sales $496, 395. 25 

Stamp  book  sales 199.  87 

Money-order  fees 120, 246.  62 


Disbursements: 

Balance  of  funds  prior  to  Mar.  4, 1907,  consolidated 
with  regular  Zone  revenues 

Purchase  of  stamps 

Miscellaneous  expenditures 

Transfer  to  Isthmian  Canal  Commission  as  reim- 
bursement in  part  for  salazies  paid 


616, 841.  74 


42, 453. 93 
206, 567.  02 
173, 693.  76 

163.513.21 


Available  expenditure. 

Treasury  balance 

Postmasters'  balance 


30, 468.  82 
145.00 


586, 227.  92 
30, 613.  82 

30, 613. 82 


i! 
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Table  21. — Revenues  collected,  Carud  Zone  funds,  from  July  1,1911,  to  June  SO,  1912, 

[This  statement  includes  balances  in  hands  of  collecting  ofQoers,  but  does  not  include  money  orders, 

Y.  M.  C.  A.,  nor  trust  funds.] 


On  account  of— 


Aerated  waters 

Animal  license 

Auctioneers 

Bicycle  license 

Building  rentals 

Burial  permits 

Cabs  and  coaches 

Carts 

Chauileurs'  license 

Circuit  court  collections 

Dance  halls 

Distillhig  license 

District  court  collections 

Gathering  oocoanuts 

Hucksters 

Hunting  permits 

Insurance  tax 

Interest 

Land  rentals w 

Market  rentals 

Marshal  fees 

Merchandise  and  drugs 

Motor-vehicle  license 

Peddling 

Physicians'  license 

Ponce  fines 

Polltex 

Pond  fees 

Public  entertainments 

Real  estate  tax 

Restaurants 

Retail  liquor  license 

Retail  sale  of  tobacco 

Sale  of  imported  meats 

Sale  of  impounded  animals 

Sale  of  property 

School  tuition,  lost  or  damaged  books. 

Services  district  prisoners 

Slaughter  tax 

Steamboat  inspection 

Water  tax 


Total 

Sale  of  postage  stamps. 

Sale  of  stamp  books 

Money-order  fees 


Total. 


Administrative  districts. 


Ancon. 


$739.00 
22.20 


161.25 

3,622.28 

487.50 


691.50 

24.25 

2,122.74 


858.18 
8,750.60 


428.75 
271.96 

5,196.25 

1,475.65 
385.40 
307.21 
794.90 
514.75 

1,204.00 

33.75 

113.46 

110.00 

143.23 

45.00 

3,062.10 
168.00 


747.20 

5.25 

61.35 

288.62 

219.05 

6.66 

47.00 

709.29 

1,710.28 


35,525.21 


Empire. 


Qorgona. 


$2,440.80 

203.70 

12.00 

161.25 

2,395.00 

487.50 

171.25 

1,065.00 

24.25 

2,122.74 

100.00 


9,177.20 


428.75 

271.95 

5,196.24 

4.978.18 

2,730.30 

753.86 

3,706.18 

514.75 

3,452.50 

33.75 

113.45 

478.00 

185.88 

431.90 

15,758.37 

403.00 

28,400.00 

3,362.00 

3.70 

72.50 

288.62 

219.06 


10,872.50 

709.30 

11,582.00 


113,298.33 


$1,200.40 

155.10 

8.00 

161.25 

1,712.60 

487.50 

2.75 

113.00 

24.25 

2,122.75 

30.00 

4,190.93 

3,762.31 


428.75 

271.96 

5,196.23 

1,524.52 

703.60 

461.23 

1,656.10 

514.75 

1,047.50 

33.75 

113.46 

70.00 

97.30 

79.00 

3,685.00 

218.80 

10,089.88 

1,642.00 

.25 

8.00 

288.62 

219.06 


739.50 

709.28 

3,767.16 


47,536.44 


Cristobal. 


$1,478.80 

81.00 

9.00 

161.25 
12.50 

487.50 


2,301.00 

24.25 

2,122.75 

30.00 

34.60 

6,479.68 

599.70 

93.20 

428.75 

271.96 

5,196.24 

591.45 

380.60 

577.15 

1,933.50 

514.75 

2,463.50 

33.75 

113.46 

350.40 

104.06 

122.00 

9,582.64 

286.20 

9,600.00 

1,906.00 

53.36 

50.00 

288.61 

219.06 

25.20 

736.00 

709.28 

12,946.55 


63,399.70 


Total. 


$5,850.60 

462.00 

29.00 

645.00 

7,742.28 

1,950.00 

174.00 

4, 160.50 

97.00 

160.00 

5,083.71 

28,109.79 

599.70 

93.20 

1,715.00 

1,087.83 

20,784.96 

8,500.80 

4,199.90 

2,099.45 

8,090.68 

2.069.00 

8,167.50 

135.00 

453.83 

1,008.40 

630.47 

677.90 

32,078.11 

1,076.00 

48.089.88 

7,657.20 

62.56 

191.85 

1.154.47 

876.23 

31.86 

12,396.00 

2,837.15 

30,012.80 


269.759.68 

87,441.58 

199.87 

22,871.66 

370,272.81 
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Table  22. — Expenditures^  Canal  Zone  funds  j  from  July  i,  1911  ^  to  June  30,  1912, 

This  statement  includes  all  outstanding  audited  claims,  but  does  not  include  expenditures  of  money- 
order,  x.  M.  C.  A.,  nor  trust  funds.] 


On  account  of— 


PiMk  improvements. 

Roads  and  trails: 

Constniction. 

Maintenance 

Market  houses: 

Maintenance 

Operation 

Slaughterhouses: 

Construction. 

Maintenance 

Operation 

Waterworks  and  sewers: 

Construction 

Maintenance 

Street  lighting 

Miscellaneous  public  works: 

Construction 

Maintenance 


Pvblk  achoofo. 
Schoolhouses: 

Construction 

Maintenance 

Salaries,   superintendent,   teachers,   and 

clerks. 

Janitor  service 

Furniture  and  equipment 

Supplies 

Traveling  and  miscellaneous  expense 


Maintenaneef  administrative  distriete. 


Salaries,  district  Judiths 

Supplies  and  mlsoellaneous 

Equipment 

Zone  charity  cases,  maintenance. 
District  prisoners,  maintenance. . 


Contingent  expensee. 

Gratuity  penitentiary  prisoners. 
Miscellaneous 


Postal  service. 


Purchase  of  stam 
nspoi 
Isthmus 


Transportation  of  mails: 


ps. 

cm 


Ocean 

Miscellaneous  expenses. 


Total. 


Administrative  districts. 


Ancon. 


$12,152.15 
3,g08.64 

97.63 
420.87 


374.21 

77.92 

9.91 

98.06 

21.61 
.78 


3,006.96 
243.34 

15,530.67 
620.60 

2,478.11 
612.13 

4,654.50 


3,919.19 

101.90 

22.24 

600.00 

3,431.09 


62,372.99 


Empire. 


$21,353.82 
12,291.24 

647.98 
570.72 

18.02 

66.20 

446.97 

1,531.87 

2,060.60 

309.18 

366.03 
1,247.46 


614.00 
1,114.63 

15,530.66 

1,233.25 

2,163.86 

813.86 

3,199.62 


3,919.15 
416.01 


600.00 
4,606.96 


75,111.08 


Gorgona. 


$7,591.23 
1,^73.40 

291.93 
430.54 


414.29 

16.34 
378.99 
685.65 


32.46 


1,281.97 
489.77 

15,630.71 
715.30 

1,372.03 
458.86 

1,746.26 


3,919.15 

291.33 

3.97 

600.00 

2,085.50 


40,206.67 


Cristobal. 


$5,007.81 
1,466.22 

61.96 
413.18 


386.62 

409.66 

2,230.13 

212.40 

393.32 
11.41 


3,237.78 
1,636.88 

15,530.71 

970.00 

2,016.65 

1,082.37 

3,122.77 


3,919.16 

203.39 

12.80 

600.00 

2,370.06 


45,303.28 


Total. 


$46,106.01 
19,639.60 

1,099.50 
1,835.31 

18.02 

66.20 

1,622.09 

2,034.79 
4,669.63 
1,206.28 

780.96 
1,292.10 


8,230.79 
3.483.62 

62,122.75 
3,539.06 
8,080.65 
2,967.22 

12,623.15 


15,676.66 

1,011.63 

39.01 

2,400.00 

12,503.21 


\ 


212,096.02 


892.50 
299.62 


31,711.42 

16,176.00 
40,722.19 
10,663.00 


312,469.75 


Table  23. — Statement  of  balances  in  treasury,  by  appropriations,  June  SO,  1912. 

Public  improvements  and  schools $219, 883.60 

Miscellaneous  and  contingent 8,749. 74 

Postal  receipts,  1912 30,468.82 

Money-order  funds 766,828. 16 

y.  M.  C.  A.  funds 22,389.57 

Trust  funds 7,848.14 

Postal  savings  funds 347,879.00 

Invalidated  money  orders 2, 012. 66 

Total 1,406,069.68 
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Table  24. — Statement  shovoing  total  value  of  money  orders  issued,  Tnoney  orders  peeid, 
money  orders  outstanding^  and  balance  of  money-order  funds ,  June  SOy  191t. 


POSTAL   SERVICE. 


Year  ending  June  30— 


1907 

1908 

1909 

1910 

1911 

1912 

Total 


Year  ending  June  30— 


1907. 
1908. 
1909. 
1910. 
1911. 
1912. 


Money  orders  Issued. 


United  States. 


12,067,358.87 
3,400,755.25 
3,783,090.44 
3,976,883.06 
4,014,819.20 
3,823,517.52 


21,126,424.36 


Canal  Zone. 


1301,672.62 
1,225,929.73 
1,383,669.02 
1,247,610.22 
1,283,403.12 
1,080,825.74 


6,523,100.45 


Martinique. 


$4,060.30 
6,239.78 
8,604.96 


18,906.03 


Costa  Rica. 


$444.60 
2,129.06 


2,573.65 


Money  orders  paid  by- 


United  Stotes. 


$1,581,251.91 
2,875,719.61 
3,583,419.57 
4,068,650.16 
3,725,996.12 
3,521,611.95 


Canal  Zone. 


$206,165.48 
1,017,750.97 
1,492,144.76 
1,331,568.20 
1,337,916.09 
1,280,397.88 


Total ;    19,356,549.32        6,667,942.38 


Martinique. 


$2,267.60 
6,022.06 
8,176.96 


16,466.63 


Costa  Rica. 


$1,062.40 


1,062.40 


Total. 


$2,a69,03L40 
4,686,684.08 
6,166,740.46 
6,228,663.60 
6,304,906.60 
4,915,077.20 


27,671,003.90 


Total. 


1,789,417.30 
3,803,470.68 
6,076,564.33 
6,402,486.26 
5,060,033.20 
4,811,140.18 


26,042,031.03 


Total  money  orders  drawn: 
On  the  United  States. . 

On  the  Canal  Zone 

On  Martinique 

'    On  Costa  Rica 


SUBiMARY. 


$21,126,424.36 

6,523,100.46 

18,905.03 

2,573.56 


Total  money  orders  paid: 

By  the  United  States 

By  the  Canal  Zone 

By  Martinique 

By  Costa  Rica 

Total  outstanding: 

Drawn  oti  the  United  States. 

Drawn  on  the  Canal  Zone 

Drawn  on  Martinique 

Drawn  on  Costa  Rica 


Money-order  funds  remitted  to  the  United  States. 

United  States  orders  paid  in  the  Canal  Zone 

Money-order  funds  remitted  to  Martinique 

Martinique  orders  paid  in  the  Canal  Zone 

Money-order  funds  remitted  to  Costa  Rica 

Costa  Rica  orders  paid  in  the  Canal  Zone 


Money  orders  drawn  on  and  paid  in  the  United  States. 

Money  orders  drawn  on  and  paid  in  Martlniaue 

Money  orders  drawn  on  and  paid  in  Costa  Rica 

Funds  in  hands  of  Postmaster  General  United  States.. 

Due  from  Martinique  post  ofDoe  department 

Due  from  Costa  Rica  post  office  department 


Drawn  on  the  United  States. 
Drawn  on  the  Canal  Zone. . . 

Drawn  on  Martinique 

Drawn  on  Costa  Rica 


MONET  ORDERS  OUT8TANDINO. 


MONEY-ORDER     rXTNDS. 

Cash  in  hand.  Canal  Zone  treasurer 

Cash  in  hands  of  postmasters 

Cash  in  hand,  Canal  Zone  treasurer,  accoimt  invalid  orders 

Due  from  United  States  Post  Office  Department 

Due  from  Martinique  post  office  department 

Due  from  Costa  Rica  post  office  department 


$27,671,008.30 


19,35r  649.32 

6,667,942.38 

16,466.63 

1,062.40 

1,413,605.54 

211,980.57 

2,112.40 

1, 194. 16 

19,870,240.17 

316,538.90 

16,121.01 

72L25 

1,016.95 

85.70 

19,356,649.32 

16.466.63 

1,062.40 

839,238.75 

375.63 

40.25 


1,413,696.64 

211,980.57 

2,112.40 

1, 194. 15 


786,828.15 

20,485.22 

2,014.66 

839,238.75 

375.63 

40.25 


27,671,003.30 


20.213,733.08 


20,213,732.08 


1,628,08106 


1,628,083.66 


DBPABTMBNT  OP  KLAMXSATIOTS  01'  AOOOUKTS. 


PartoiBcB. 

Dmmon- 

Dnltod  BtatM. 

CuulZone. 

Coats  Rio. 
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TABts  29.  -StaUmenl  of  numey-order  himne$s,  potUd  tavmgs,  and  stamp  wala,  fiaad 

year  ended  June  SO,  /P/f—^Tontiniied. 


Pott  0AC9* 


BMObtopo.. 
OeroMl. 

Criitobftl.... 


Sjlibri 
mplrt 

8Atun 
or|on« 

Iffttachln 

USx^tohm 

f  VKiM         

f  «dro  MlinMl 

llimPiiblo 

TAbomUln 

HtnUon  A 

■Hitloiill 

Tlohio 

Ilonin  Urto 

S.  Q.  M.  Mount  Hopo. 


Total. 


Postal  reoeipti. 


MODBf- 

order  fMf. 


12,632.04 

1,019.52 
426.50 
800.58 

3,838.77 

1,631.32 
2,1M.20 
3,282.04 
2,263.56 

1,043.27 

268.63 

563.61 

000.57 

1,600.50 

38.40 

72.60 

282.96 

100.67 


22,880.03 


Stamp 


r  18,180.71  \ 
\      126.23  / 


/I14,a27.35 
\  1116.61 
3,530.00 
1,471.00 
2,075.00 
18,180.71 
126.23 
6,638.75 
0,064.00 
12,280.00 
5,380.76 
4,136.00 
<1.40 
1,068.00 
1,560.75 
2,675.00 
3,135.05 
101.23 
202.67 
718.50 
613.00 
127.55 
10.00 
372.00 


{ 


W31,751.00 


87,641.45 


Postal  aaviniB  bank  tnuwartinps. 


DepoBitB. 


} 


47,076.00 

3,425.00 

48,674.00 

42,404.00 

52,602.00 

40,260.00 

56,105.00 

101,815.00 

48,663.00 

3,446.00 
23,634.00 
21,136.00 
81,478.00 


3,278.00 
8,060.00 


600,006.00 


With- 
drawals. 


814,231.00 

10,78L00 

1,650.00 

10,130.00 

17,264.00 

25,417.00 

0,327.00 

22,066.00 

46,561.00 

24,223.00 

1,028.00 

6,881.00 

0,476.00 

83,501.00 


1,037.00 
1,466.00 


252,050.00 


$17,820.00 

27,205.00 

1,775.00 

20,544.00 

25,230.00 

27,275.00 
30,042.00 
33,119.00 
56,254.00 

24,430.00 

2,416.00 
16,753.00 
11,660.00 
47,077.00 


2,241.00 
2,514.00 


356,947.00 


I  Newspaper  postage. 


DEPABTMBKT  OF  EXAMINATION  OF  ACCOXTKTS. 
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Table  27. — Statement  of  increases  in  number  of  fersons  employed  and  increases  in  etm- 
penscttion  during  fiscal  year  191i,  required  by  act  of  mar.  4, 1911, 


Designation. 

Rate  of 

pay. 

Oigani- 

satlonof 

Julvl, 

1910. 

Number 
allowed 
in  1912 
book  esti- 
mates. 

Mavlmiim 

number 

employed 

at  any  one 

time  during 

flacalyear 

1912. 

Explanation  of  innreases. 

Claim  ofDoer 

12,700.00 
2,100.00 

1 
4 

1 
5 

Salary  increaaed  from  12,400  on  aooonnt  of 

caerk 

4 

infireaaed  duties  and  responsibilities  un- 
der aec.  6,  act  Mar.  4, 1011,  translteilng  to 

oompensation  on  account  of  ii^ury  and 
death,  previously  vested  in  Secreniy  of 
Commeroe  and  Jjabor. 

creased  from  $1,800  to  12,100  for  reasoos 

• 

Appendix  M. 
2EP0BT  OF  EDWABD  J.  WHUAXS,  DISBUBSDrO  OFFICES. 


Isthmian  Canal  Commission, 

DlSBUBSING  DePABTMENT, 

Empire^  Canal  Zone,  July  18, 1912. 

Sib:  I  have  the  honor  to  submit  the  following  report  of  the  dis- 
bursing department  on  the  Isthmus  for  the  fiscal  year  ended  June 
30,  1912. 

The  Panama  currency  has  been  of  sufficient  volume  during  the 
past  year  to  care  for  the  labor  payments  and  the  supply  of  American 
currency  on  the  Isthmus  has  been  sufficient  for  our  needs,  it  having 
only  been  necessary  during  the  past  year  to  bring  down  from  the 
United  States  $18,500  in  fractional  silver  coins. 

Herewith  please  find  statement  No.  1,  showing  by  months  and 
grand  totals  for*  the  fiscal  year  the  amounts  actually  paid  out  on 
gold  rolls,  $8,826,471.79;  silver  rolls,  $10,580,927.11;  pubUc  bills 
and  reimbursement  vouchers,  $10,465,634.09;  a  grand  total  of 
$29,873,032.99.  The  total  number  of  payments  on  the  gold  pay  rolls 
was  64,062,  and  on  the  silver  rolls  392,115,  or  a  total  of  employees 
paid  compensation  during  that  tune  of  456,177. 

Statement  No.  2,  gives  the  number  and  value  of  hotel  books, 
commissaiy  books,  and  meal  tickets  issued  from  this  office  to  the 
various  departments,  by  months,  for  the  fiscal  yeaiv-a  total  valua- 
tion of  $4,591,510.50. 

Respectfully,  Edwabd  J.  Williams, 

Disbursing  Officer. 

Col.  Geo.  W.  Goethals,  U.  S.  Army, 

Ghairman  and  Chief  Engineer,  Cidebra,  Canal  Zone. 

Statement  1. — Payments  made  by  the  disburting  department  on  the  hthmue  daring  the 

JUeal  year  1912,, 


Honths. 


1911. 

July 

Aagost 

September... 

October 

November. . . 
December 

1912. 

January 

February 

March 

April 

May 

June 

Total.. 


Odd  rolls. 


1736,634.21 
767,646.86 
709,423  19 
787,712.66 
725,626.36 
734,046.71 


732,629.16 
746,910.77 
746,0ia01 
746,407.06 
736.347.71 
718,287.19 


8,826,471.79 


Silver  rolls. 


1808,646.86 
816,440.77 
881,694.69 
878,844.61 
899,396.64 
866,739.77 


894,831.98 
921,823.66 
884,372.83 
941,102.76 
896,623.36 
892,410.61 


10,680,927.11 


PabllobiUs 
andreim- 
boisement 

VOOObMB. 


8497,841.19 
1,718,786.29 
714,286.47 
900,196.69 
774,066.13 
910,896.96 


738,630.63 
832,206.84 
847,186.38 
869, 19a  36 
660,696.86 
932,371.68 


10,466,684.09 


TotaL 


13,088,111.76 
8,803,778.91 
2,306,404.25 
2,606,768.66 
2,396,979.01 
2,610,182.46 


2,366,961.67 
2,490,941.36 
3,477,666.73 
2,646,70a09 
2,292,666.92 
3,643,069.38 


39,873,083.99 


Items  on  roU  esoh  month. 


Gold. 


6,319 
6,198 
6,303 
6,371 
6,334 
6,383 


6,398 
6.449 
6,699 
6,643 
6,273 
6,310 


64,063 


Sflvsr. 


81,443 
83,301 
33,968 
38,343 
33,606 
33,300 


33,163 
33,373 
83,009 
33,316 
33,639 
31,897 


393,116 


TotaL 


86,663 
37,499 


38,614 
37,930 
87,688 


38,446 
38,731 
38,668 
38,767 
87,911 
37,307 


466,177 


In  addition  to  the  above  83,80i6.416.03,  mJscellaiieoas  ooUeetioas,  was  deposited  with  the  Assistant  Treas* 
uier  of  the  United  States,  New  York,  N.  Y. 
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Statement  2. — Coupon  boohs  and  meal  tickets  issued  by  the  disbursing  department  on 

the  Isthmus  during  the  fiscal  year  1912, 


Commissary  books. 

Hotel  books. 

Meal  tickets. 

1 

l£ontfui. 

92.50 

t5 

116 

$4.80 

116 

1 

27  cents. 

40  cents. 

Re- 

omit- 

ing. 

1011. 
July 

6,100 
8,040 
0,045 
0,676 
10,750 
10,120 

10,420 
14,265 
10,560 
10,605 
12,340 
0,205 

22,585 
27,745 
28,095 
28,760 
29,910 
29,055 

29,650 
27,895 
28,395 
31,575 
31,090 
30,325 

6,520 
6,225 
5,940 
6,371 
6,875 
7,260 

6,874 
6,775 
7,025 
6,650 
10,090 
5,920 

495 
260 
000 
416 
885 
270 

285 
585 
885 
335 
770 
480 

8,320 
2,265 
3,665 
4,405 
2,300 
2,575 

4,205 
4,320 
3,250 
4,530 
6,000 
4,520 

33,500 
27,500 
101,000 
45,000 
46,500 
35,700 

28,800 
52,700 
26,200 
61,300 
40,800 
51,400 

88,300 
71,600 
105,600 
125,100 
70,300 
00,000 

101,200 
m,500 

66,800 
105,700 

66,100 
115,200 

August 

September.. 

October 

November. . 
December... 

1012. 

January 

February... 

ICaroh 

AprU 

May 

1,500 
1,900 
2,100 
1,000 
1,200 

1,200 
1,800 
1,500 
OOO 
2,000 

June 

7,500 

Total 
books. 

122,105 

345,080 

82,525 

6,565 

45,535 

551,300 

1,148,400 

22,300 

Value 

Total 
value. 

1305,487.60 

11,725,400.00 
S3, 268, 762. 5( 

61,237,875.00 

831,512.00  6663,025.00 
8714,537.00 

1148,851.00  $450,360.00 
$606,211.00 

Making  a  grand  total  value  of  $4,501,510:50. 


Appendix  N. 

SEPOBT  OF  HOH.  H.  H.  THATCHEB,  HEMBEB  OF  ISTHUAV 
GAITAL  COMMISSION,  HEAD  OF  THE  DEPABTMElfT  OF  CIVIL 
ADMUnSTBATIOir. 


Depabtment  of  Civil  Administration; 

Isthmian  Canal  Commission, 
Ancon,  Canal  Zone^  August  1,  1912. 

Snt:  I  have  the  honor  to  submit  herewith  the  report  of  the  depart- 
ment of  civil  administration  of  the  commission  i(^r  the  &c£j  year 
ended  June  30,  1912.  The  organization  of  the  department  remains 
substantiaUv  as  described  in  the  last  annual  report.  The  department 
comprehenas  the  divisions  of  posts,  customs  and  revenues,  police  and 
prisons,  fire  protection,  pubhc  works,  steam-vessel  inspection  serv- 
ice, schools,  tne  Canal  Zone  treasurer,  and  the  courts. 

legislation. 

No  legislation  affecting  the  Canal  Zone  was  enacted  by  Congress 
during  the  period  covered  by  this  report. 

Sixteen  Executive  orders  signed  by  the  President  or  the  Secretary 
of  War,  having  the  effect  of  law  in  the  Canal  Zone,  were  issued  during 
the  year.  Among  the  most  important  of  these  are  the  following: 
The  order  of  July  21,  1911,  providing  for  the  inspection  of  all  steam 
vessels  navigating  the  waters  of  the  C^nal  Zone ;  the  order  of  Septem- 
ber 8,  1911,  establishing  a  postal  savings  svstem  in  the  Canal  Zone; 
the  order  of  November  15, 191 1,  to  prevent  tne  unauthorized  purchase 
of  supplies  and  equipment  from  persons  in  the  Armv  or  Navy;  the 
order  of  January  12.  1912.  providing  for  the  taking  of  a  census  of  the 
Canal  Zone;  the  oraer  of  February  5, 1912,  to  provide  an  inexpensive 
method  for  the  administration  of  estates  of  deceased  and  insane  per- 
sons in  certain  cases;  the  order  of  February  8,  1912,  providing  a 
maximum  speed  for  motor  vehicles  in  the  Canal  Zone  and  establish- 
ing a  rule  of  the  road^  the  order  of  April  17,  1912,  prohibiting  tres- 
passing upon  reservations  imder  the  control  of  the  United  States  of 
America,  Canal  Zone  government,  or  the  Panama  Railroad  Co.,  and 
the  order  of  May  21,  1912,  amending  the  Executive  order  of  M^  13, 
1911,  respectinjg  the  collection  of  a  mstiUation  tax  in  the  Canal  Zone, 
section  2  of  which  prohibits  the  manufacture  or  distillation  of  alcoholic 
spirits  after  January  1,  1913. 

Five  ordinances  were  enacted  by  the  Isthmian  Canal  Commission 
and  approved  by  the  Secretary  of  War  during  the  year.  The  more 
important  of  these  are:  The  ordinance  enacted  by  the  commission 
August  6,  1911,  and  approved  by  the  Secretaiy  of  War  August  22, 
1911,  establishing  market  r^ulations  for  the  Canal  Zone;  and  the 
ordinance  enacted  by  the  commission  April  9,  1912,  and  approved 
by  the  Secretaiy  of  War  May  1,1912,  amending  the  ordinance  enacted 
by  the  commission  on  August  25,  1910,  respecting  the  licensing  and 

4^ 
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r^^ulation  of  motor  vehicles  in  the  Canal  Zone,  establishing  a  recip- 
rocal license  tax  upon  motor  vehicles  licensed  in  the  Canal  Zone  and 
the  Republic  of  Panama. 

I  drafted  and  assisted  in  drafting  a  number  of  these  Executive 
orders  and  ordinances  and  recommended  their  promulgation  or  enact- 
ment. These  Executive  orders  and  ordinances  are  set  forth  in  full 
in  the  appendices  appearing  at  the  close  of  this  report. 

RELATIONS  WITH  PANAMA  AND  FOREIGN  REPRESENTATIVES. 

Negotiations  by  correspondence  or  personal  conference  between 
the  head  of  the  department  of  civil  administration  and  the  secretary 
of  foreign  affairs  oi  the  Republic  of  Panama  included,  among  others, 
the  following  subjects  in  addition  to  routine  matters:  The  charging 
of  fees  by  Panaman  consuls  in  San  Francisco  for  the  certification  of 
manifests  covering  shipments  destined  for  the  port  of  Ancon;  the 
adoption  of  laws  and  regulations  by  the  RepubUc  of  Panama  govern- 
ing the  navigation  of  waters  imder  the  jurisdiction  of  the  Republic 
uniform  with  those  of  the  Canal  Zone;  the  occupancy  of  public  lands 
of  the  RepubUc  by  persons  forced  to  vacate  lands  m  the  section  of 
the  Canal  Zone  to  be  inundated  by  the  waters  of  Gatun  Lake:  the 
exercise  of  Canal  Zone  jurisdiction  over  Gatun ^  Lake  areas  lying 
within  the  territory  of  the  Republic;  the  operation  of  the  Chinese 
exclusion  law  in  the  Republic  and  the  Canal  2ione;  readjustment  of 
automobile  license  taxes  in  the  Republic  and  the  Canal  Zone;  reputed 
inconvenience  and  damage  to  property  owners  at  Nombre  de  Dios 
by  commission  operations  there;  interference  wijth  United  States 
mails  in  the  city  of  Colon;  the  ourchase  of  postage  stamps;  the 
transfer  by  the  Panl^^la  Railroad  Co.  to  the  Panaman  Government  of 
certain  lots  in  exchange  for  land  situated  opposite  the  Hotel  Tivoli: 
the  operation  of  schools  for  Panaman  children  by  the  Gk)vemment  of 
Panama  within  the  Canal  Zone;  extradition  to  the  Canal  Zone  of 
persons  charged  with  engaging  in  the  white-slave  traffic  and  with 
other  offenses;  the  extraoition  of  persons  charged  with  crime  from 
the  Canal  Zone  to  Panama;  the  enforcement  of  the  white-slave  law; 
the  deportation  of  gamblers  and  other  imdesirable  characters  hvitig 
in  Panama  and  Colon;  the  operation  of  saloons  in  Colon  in  proximity 
to  the  Zone  line;  the  relocation  of  the  restricted  district  in  the  city 
of  Panama;  enforcement  of  the  laws  of  the  Republic  prohibiting  the 
recruiting  of  laborers;  the  regulation  and  supervision  of  pawn- 
broking  establishments  in  Panama  and  Colon;  attempted  exercise 
of  police  authority  on  Zone  territory  by  police  officers  of  the  Republic 
of  Panama;  reciprocal  execution  of  letters  rogatory;  the  adminis- 
tration of  estates  of  citizens  of  Panama  who  die  in  the  Canal  Zone ; 
the  celebration  of  marries  in  the  Republic  of  Panama  W  Protestant 
ministers;  the  customs  mspection  of  baggage  at  the  Panama  city 
railroad  station  by  officials  of  the  Repubhc;  improved  fire  protection 
facilities  and  better  prison  accommodMions  in  the  cities  of  Panama 
and  Colon,  and  the  enforcement  of  sanitary,  quarantine,  and  immi- 
gration laws  and  regulations  in  the  two  cities*  the  repatriation  of 
alien  patients  confined  in  the  insane  asylum  at  Ancon  at  the  expense 
of  the  Panaman  Government;  improved  street  cleaning  and  garoage- 
removal  service  in  the  city  of  Panama;  the  construction  of  buildix]^. 
streets,  sewers,  and  other  improvements  and  the  maintenance  oi 
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proper  water  service  in  the  cities  of  Panama  and  Colon;  and  the 
promulgation  of  additional  sanitaiy  and  building  regulations  therein. 

Correspondence  and  negotiations  of  the  general  character  de- 
scribed in  the  last  annual  report  were  also  nad  with  the  various 
diplomatic  and  consular  representatives  accredited  to  the  Republic 
orPanama. 

The  relations  of  the  commission  and  the  Canal  Zone  government 
with  the  Republic  of  Panama  and  with  foreign  representatives  con- 
tinue satisfactory. 

EXECUTIVE  OFFICE. 

^  The  organization  of  the  office  of  the  head  of  the  department  of 
civil  admmistration  consists  of  1  chief  clerk,  1  assistant  chief  clerk, 
18  clerks,  1  storekeeper,  1  translator,  and  2  messengers. 

In  addition  to  the  regular  work  performed  in  the  executive  office 
there  was  placed  under  the  department  of  civil  administration  and 
directed  from  the  executive  office  the  taking  of  a  census  of  the  Canal 
2k)ne,  authorized  by  the  order  of  the  President  of  January  12,  1912. 
The  assistant  chief  derk  of  the  department  and  two  census  experts 
from  the  Bureau  of  the  Census  at  l/7ashington  had  direct  charge  of 
the  work  under  the  general  supervision  of  the  head  of  the  department. 

The  territorial  scope  of  the  census  embraced  the  Canal  2ione  proper 
and  also  the  commission  settlements  at  Porto  Bello,  Nombre  de 
Dios,  Colon  Beach  (including  Colon  Hospital),  and  the  Taboga  Sani- 
tarium, and  the  total  enumeration  of  tnis  territory  was  designated 
as  the  Canal  Zone  population  and  totaled  62,810.  The  enumeration, 
in  addition  to  covering  the  Canal  Zone  and  settlements  named,  also 
included  all  employees  of  the  Isthmian  Canal  Commission,  the 
Panama  Railroad  Co.,  and  of  canal  contractors  emploved  in  the 
Canal  Zone  who,  on  the  eniuneration  date,  resided  in  tne  cities  of 
Panama  and  Colon  (outside  of  Colon  Beach),  and  aggregated  8,872. 
The  persons  so  enumerated  in  the  cities  of  Panama  and  Colon  are 
not  mduded  in  the  total  population  shown  for  the  Canal  Zone. 
The  total  enumeration,  therefore,  was  71,682. 

The  Canal  Zone  was  divided  into  four  supervisors'  districts  coex- 
tensive with  the  administrative  districts  of  Ancon,  Empire,  Gorgona, 
and  Cristobal,  the  work  in  each  district  bdng  pdaced  m  change  of  a 
district  supervisor.  The  enumeration  work  in  Porto  Bello,  Nombre 
de  Dios,  and  Colon  Beach  was  under  the  supervision  of  the  Cristobal 
district  supervisor,  and  that  of  Taboga  was  imder  the  supervision  of 
the  Ancon  district  supervisor.  The  enumeration  was  commenced 
simultaneously  in  all  districts  on  February  1,  1912,  with  a  field  force 
of  30  enumerators,  and  was  completed  on  March  30, 1912.  Then  fol- 
lowed the  work  of  tabulation. 

Of  the  total  population  of  62,810  for  the  Canal  Zone,  as  above 
defined.  19,413  are  white,  31,525  black,  10,323  mixed,  648  Indian, 
521  yellow,  378  Hindoos,  and  2  Filipinos. 

Classified  by  citizenship.  Great  Britain  leads  with  30,859.  The 
United  States  is  next  with  11,850.  Amone  the  other  principal 
nations  represented  are  Panama,  7,636;  Spain,  4,305;  France 
Gargelr  French  West  Indians),  2,760;  Colombia,  1,521;  Italy,  812; 
and  Cnina  with  516.  Of  the  11,850  American  citizens,  9,770  were 
bom  in  the  United  States.  Distributed  by  States,  the  principal  ones 
are  Pennsylvania,    1,375;  New    York,    1,372;  Ohio,    692;  Illinois, 
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453;  Massachusetts,  386;  Indiana,  382;  Kentucky,  369;  and  Vuv 
ginia,  338. 

The  number  of  employees  of  the  commission  and  the  Panama 
Raihx)ad  is  given  as  42,174.  Of  that  number,  9,661  reside  in  the 
citiei^  of  Panama  and  Colon  and  are  not,  therefore,  included  in  the 
population  figures  for  the  Zone.  Of  the  number  of  employees  above 
given,  33,241  are  employed  by  the  Isthmian  Canal  Commission  and 
8,933  by  the  Panama  Railroad  Co. 

Because  of  the  complex  and  shifting  population  to  be  enumerated, 
many  difficulties  were  encountered  in  the  enumeration  work,  but 
every  eflFort  was  made  and  every  precaution  taken  to  insure,  fullness 
and  accuracy,  and  the  result  has  been  a  satisfactory  one. 

The  total  cost  of  the  census,  exclusive  of  the  expenses  of  publica- 
tion of  the  census  report  and  population  tables,  is  $12,815.74.  Ab- 
stracts of  the  population  tables  lor  the  Canal  Zone  will  be  found  in 
Appendix  X. 

STEAMBOAT-INSPECTION   SERVICE. 

The  organization  of  the  board  of  local  inspectors  was  increased 
during  the  year  by  the  creation  of  the  position  of  deputy  hull  and 
boiler  inspector.  This  increase  in  the  organization  of  the  board  was 
made  necessary  to  provide  for  the  inspection  of  steam  vessels  placed 
imder  the  direction  of  the  board  of  local  inspectors  by  the  order  of 
the  President  of  July  21,  1911,  which  became  effective  November  14, 
1911. 

During  the  year  the  board  issued  34  Ucenses  to  pilots,  9  to  mas- 
ters— 4  of  which  were  issued  as  joint  master-pilot  licenses,  10  to 
mates,  and  11  to  engineers;  a  total  of  64  Ucenses. 

Sixteen  convictions  were  secured  for  violation  of  the  rules  for  the 
navigation  of  the  Panama  Canal  and  auxihary  waters,  adopted  by 
the  Isthmian  Canal  Commission  on  December  5,  1910,  and  approved 
by  the  Secreatry  of  War  on  December  21,  1910. 

Under  the  authority  of  the  chairman's  circular  No.  371,  dated 
January  28,  1911^  approved  by  the  Secretary  of  War.  the  board  made 
two  semiannual  mspections  of  the  floating  plaiit  oi  the  commission 
and  the  Panama  Railroad  Co.,  and  made  such  recommendations  as 
would  bring  the  floating  plant  up  to  the  required  standard  of  efficiency. 

Inspections  of  steam  vessels  under  the  provisions  of  the  Executive 
order  of  July  21,  1911,  effective  November  14,  1911,  were  made  of 
65  vessels  of  all  classes^  including  ocean-going  merchant  vessels,  tugs, 
etc.,  and  20  certificates  were  issued  by  the  board  to  vessels  of  over 
100  tons  burden,  and  41  to  launches  and  other  craft  of  less  than  100 
tons  burden.  The  sum  of  $2,837.15  was  collected  by  the  collector 
of  revenues  in  fees  for  the  issuance  of  the  certificates  of  inspection. 

The  board  of  local  inspectors  also  issued,  between  July  1.  1911, 
and  November  14,  1911,  under  the  provisions  of  the  law  tnen  in 
force,  15  certificates  of  seaworthiness  to  launches. 

Ninety-seven  chauffeurs'  Ucenses  were  also  issued  bv  the  board 
imder  the  provisions  of  the  ordinance  enacted  by  the  Istkmian  Canal 
Commission  on  April  15,  1911,  and  approved  by  the  Secretary  of  War 
on  April  26,  1911. 
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DIVISION  OF  POSTS,  CUSTOlfS,  AND  BEVENUES. 

This  division  includes  the  postal,  customs,  and  pubUc  land  services, 
the  assessment  and  collection  of  taxes  and  license  fees,  and  the  admin- 
istration of  estates  of  deceased  employees  of  the  commission  and  Pan- 
ama Railroad  Co.  The  oi^anization  of  this  division  consists  of  1  col- 
lector of  revenue  (ex  officio  director  of  posts),  4  deputy  collectors  of 
revenues,  7  inspectors,  19  clerks,  2  messengers,  20  postmasters,  6 
assistant  postmasters,  31  postal  clerks,  18  post-office  messengers,  1 
inspector  of  post  offices,  and  5  railway  mail  messengers. 

POSTAL  8BBVICB. 

During  the  year  for  which  this  report  is  submitted  the  sale  of  post- 
age stamps  and  postal  cards  amoimted  to  $87,550.21,  and  $144.20  was 
collected  for  second-class  mail  matter.  The  total  income  from  postal 
sales  was  $87,694.41,  as  compared  with  $82,893.72  for  the  preceding 
fiscal  vear,  representing  an  increase  of  $4,800.69,  while  the  increase 
over  tne  fiscal  year  ended  June  30,  1910,  is  $3,847.31. 

During  the  month  of  November,  1911^  there  were  placed  on  sale  at 
all  the  post  offices  stamp  books  containmg  12  or  24  two-cent  stamps 
or  24  one-cent  stamps,  which  are  sold  at  one  cent  more  than  the  face 
value  of  the  stamps  contained  in  the  book.  The  cost  of  printing  and 
binding,  the  latter  work  being  done  in  the  office  of  the  director  of 
posts.  IS  about  one-third  of  a  cent  per  book.  Twenty-nine  thousand 
nine  nimdred  and  seventv-nine  books  have  been  made  up,  of  which 
19,763  were  actually  sold  to  the  public,  producing  a  net  revenue  of 
$131.76,  the  cost  of  manufactm^e,  etc.,  bemg  $65.87. 

At  Cristobal  during  the  year  there  were  1,235  dispatches  of  mail. 
During  the  same  penod  145^633' registered  letters  and  parcels  were 
handled  at  the  post  offices  of  the  Zone.  Of  this  number  22,477  were 
domestic  letters,  6,549  domestic  parcels,  43,823  forei^  letters,  1,703 
foreign  parcels,  69,144  official  letters  and  parcels  registered  free,  and 
1,937  letters  and  parcels  reregistered  free.  Forty-seven  per  cent  of 
tne  registered  mail  matter  was  official,  and  tibierefore  franked  and 
carried  free.  The  total  number  of  registered  letters  and  parcels 
handled  represents  an  increase  of  4,408  over  the  previous  fiscsd  year. 

The  post  offices  at  Cristobal  and  Ancon  as  exchange  offices  handled 
89,894  pieces  of  registered  mail.  Of  these,  5,491  passed  through  the 
Ancon  post  office  to  and  from  Panama  and  Central  and  South  Ameri- 
can pomts,  and  84,403  through  the  Cristobal  post  office  to  and  from 
points  in  the  United  States,  West  Indies,  and  Europe.  Sixty-four 
thousand  and  ninety-nine  pouches,  sacks,  and  registered  sacks  were 
handled  by  the  railway  mail  messengers  during  the  year. 

Two  hundred  and  twenty-seven  thousand  six  hundred  and  eighty 
money  orders  were  issued  during  the  year  for  a  total  of  $4,915,077.29, 
and  the  fees  aggregated  $22,889.90.  The  number  and  amount  of  money 
orders  sold  during  the  past  year  compared  with  the  preceding  fiscal 
year  showed  an  increase  of  12,900  in  tne  number  of  orders  issued  and 
a  decrease  of  $389,829.31  in  the  amount  of  money  iuvolved.  The 
amount  of  the  collections  from  monev-order  fees  amounted  to  $565.19 
less  than  for  the  preceding  year.  Tne  average  amoimt  of  each  order 
issued  was  $21.15,  as  compared  with  $24.69  tor  the  fiscal  year  ended 
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June  30,  1911.  There  were  paid  and  repaid  during  the  year  orders 
amounting  to  $1,354,079.68.  as  compared  with  $1,397,119.96  for  the 
previous  fiscal  year.  Of  the  money  orders  sold  during  the  year 
orders  amoimting  to  $3,823,517.55  were  payable  in  the  United  States 
and  foreign  coimtries,  except  Martinique  and  Costa  Rica,  where 
$8,604.95  and  $2,129.05,  respectively,  were  payable,  and  orders 
amounting  to  $1,080,825.74  in  the  Canal  Zone. 

Under  the  Executive  order  dated  September  8,  1911,  which  became 
eJBf^tive  November  8.  1911,  a  postal  saving  system  was  established 
in  the  post  offices  oi  the  Canal  Zone,  to  oe  operated  without  the 
payment  of  interest  on  the  deposits,  imder  such  rules  and  remilations 
as  should  be  adopted.  Section  2  of  that  order  creates  a  Doard  of 
trustees,  consisting  of  the  collector  of  revenues  of  the  Canal  Zone,  the 
auditor  of  the  Canal  Zone  government,  and  the  treasurer  of  the 
Canal  Zone,  for  the  control,  supervision,  and  administration  of  the 
postal  savings  depository  offices.     Rules  and  regulations  for  the 

fovemment  of  the  system  were  adopted  by  the  board  and  approved 
y  the  chairman,  and  the  system  inaugurated  at  the  16  post  offices 
in  the  Canal  Zone  on  February  1,  1912.  During  the  five  months  in 
which  the  depositories  have  been  in  operation  3,518  accounts  were 
opened,  2,402  of  which  remained  open  at  the  close  of  the  year,  with 
total  deposits  aggregating  $356,947.  The  total  amount  deposited 
in  postal  savings  accounts  during  the  same  period  was  $600,898, 
while  the  withdrawals  aggregated  $243,951.  There  were  in  the  post 
offices  of  the  Canal  Zone  on  Jime  30,  1911,  unpaid  money  orders 
aggregating  $332,141.60,  drawn  to  the  order  of  the  remitter,  and 
payable  at  the  office  of  issue.  This  sum  represented  the  extent  to 
which  Zone  post  offices  were  used  as  depositories  at  the  close  of  the 
fiiscal  year  1911.  In  Uke  manner,^  the  net  total  of  postal  savings 
deposits  ($356^947)  and  of  unpaid  money  orders  drawn  to  remitters 
and  payable  m  offices  of  issue  ($193,817.40)  in  Canal  Zone  post 
offices  on  June  30,  1912,  aggregating  the  sum  of  $550,764.40,  represent 
the  extent  to  which  Zone  post  offices  were  used  as  depositories  at  the 
close  of  the  fiscal  year  just  ended,  and  is  an  increase  of  $218,622.80 
over  the  total  shown  at  the  close  of  the  fiscal  year  1911.  ,  Tliese  totals, 
or  practically  the  whole  of  them,  represent  savings  of  employees  of 
the  Isthmian  Canal  Commission  and  Panama  RaJ&oad  Co.,  and  the 
fact  speaks  well  for  the  thrift  of  the  employees.  In  the  formulation 
of  the  laws  and  regulations  governing  these  postal  operations  and  in 
their  administration,  everytmng  possible  has  been  done  to  accommo- 
date the  employees  and  to  inspire  in  them  the  practice  of  saving  their 
earnings.  The  2,402  postal  savings  depositors  having  opened  accounts 
on  June  30,  1912,  represent  30  different  nations  ana  dependencies. 

Effective  July  1,  1911,  the  post  offices  at  Porto  Bello  and  Toro 
Point,  officially  designated  as  Cristobal  Station  A  and  Cristobal 
Station  B,  were  made  independent  offices,  and  money-order  systems 
were  installed  at  each  office.  Because  of  the  removal  of  all  settle- 
ments from  the  Gatun  Lake  area  and  the  consequent  abandonment 
of  the  towns  of  San  Pablo,  Tabemilla,  and  Bohio,  the  post  offices  at 
these  points  were  discontinued  during  the  year.  A  new  post  office 
was  established  at  Monte  lirio,  making,  at  the  close  of  tne  year,  a 
total  of  17  post  offices  in  the  Zone,  or  two  less  than  at  the  close  of  the 
previous  fiscal  year. 

In  the  office  of  the  director  of  posts  the  usual  amount  of  corre- 
spondence relating  to  postal  business  was  handled,  which  consists 
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lai^ely  of  correspondence  with  foreign  postal  administrations  on  money- 
order  and  registry  matters,  the  issuance  of  dupUcate  money  orders, 
and  the  return  to  countries  of  origin  of  unclaimed  ordinary  mail 
matter,  of  which  there  were  39,041  pieces,  10,487  being  domestic 
letters  and  parcels  and  28,554  foreign  letters  and  parcels.  One 
thousand  nine  hundred  and  ninet}r-nine  misdirected  letters  were  adver- 
tised in  the  Canal  Record,  of  which  about  60  per  cent  were  dehvered 
or  forwarded  to  addressees. 

CUSTOMS  SERVICE. 

During  the  year  327  vessels  entered  the  port  of  Ancon  with  a  total 
tonnage  of  619,422,  and  327  vessels  cleared  having  a  tonnage  of 
622,023.  At  Cristobal  284  vessels  entered  with  a  tonnage  of  784,156 
and  282  vessels  cleared  with  a  tonnage  of  775,445. 

The  usual  customs  services  were  rendered  seamen  and  vessels,  and 
the  interests  of  the  Republic  of  Panama  were  guarded  by  customs 
inspectors  on  the  wharves  who  prevented  smuggnn^  and  the  entrance 
of  dutiable  articles  until  the  proper  duties  had  been  paid  to  the 
Panama  authorities. 

At  the  port  of  Ancon  there  arrived,  in  transit  to  the  Republic  of 
Panama  or  other  countries,  172  aUens  whose  entry  is  prohibited  under 
the  exclusion  laws.  Of  this  number  116  were  permitted  to  disembark 
by  authority  of  the  secretary  of  foreim  affairs  of  the  Republic  of 
Panama,  and  56  were  either  transferred  to  other  vessels  or  returned 
to  the  port  of  embarkation. 

LANDS  AND  BUSLDmOS. 

At  the  close  of  business  on  June  30,  1912,  there  were  in  force  858' 
leases  and  revocable  licenses,  of  which  575  leases  and  Ucenses  were 
for  building  lots  and  258  leases  for  agricultural  lands,  and  25  for 
buildings  or  rooms  in  buildings,  a  decrease  of  1,383  in  the  number  of 
leases  as  compared  with  June  30, 1911.  There  has  been  a  decrease  in 
the  area  of  land  leased  for  agricultural  purposes  by  reason  of  the 
removal  of  all  habitations  from  that  area  in  the  Canal  Zone  which  will 
be  flooded  by  Gatun  Lake,  as  well  as  for  the  reason  that  lands  in  other 
parts  of  the  Zone  are  being  required  for  canal  purposes,  or  have  been 
otherwise  withdrawn  from  leasing.  The  area  of  agricultural  land 
under  lease  at  the  close  of  the  year  was  352  hectares,  or  approxi- 
mately 870  acres,  as  compared  with  1,430  hectares,  or  approxi- 
mately 3  534  acres,  under  lease  at  the  close  of  the  preceding  fiscal 
year.  Rents  collected  during  the  year  amounted  to  $16,033.54,  as 
compared  with  $23,469.22  for  the  year  ended  June  30,  1911.  The 
total  collections  from  this  source  for  the  previous  years  were,  in  1910, 
$27,282.20;  in  1909,  $26,969.88;  and  in  1908,  $17,436.76.  The  col- 
lections from  land  rentals  represent  a  decrease  of  $10,550.44  from 
those  of  the  previous  year,  while  the  rental  from  buildings  and  rooms 
shows  an  increase  of  $3,1 14.76.  These  rentals  constitute  a  part  of  the 
revenues  of  the  Canal  Zone  government. 

TAXES  AND  UCENSB  FEES. 

During  the  year  a  total  of  $122,674.64  was  collected  on  account  of 
general  taxes  and  licenses,  as  compared  with  $123,876  during  the 
year  ended  June  30,  1911.    There  was  collected  as  distillation  taxes 
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$5,083.71,  as  compared  with  $2,353.88  for  the  fiscal  year  ended  June 
30,  1911,  $3,188.67  during  the  year  1910,  and  $2,209  during  the  year 
1909.  Of  the  total  revenues  collected  on  account  of  distillation 
taxes,  the  sum  of  $541.91  was  received  from  the  issuance  of  17 
Ucenses  under  the  Executive  order  of  May  13,  1911,  effective  Sep- 
tember 15, 1911,  which  provided  a  tax  of  10  cents  gold  per  liter  on  the 
liquor  distilled.  The  balance  of  $4,542.80  was  collected  in  accordance 
with  the  provisions  of  the  Executive  order  of  May  1,  1912,  under 
which  seven  distillation  permits  were  issued.  Forty-eight  licenses 
for  the  sale  of  liquor  at  retail  were  issued  on  July  1,  1911.  Three  of 
the  licensees  failed  to  renew  their  licenses  at  the  expiration  of  the  first 
semiannual  period  and  one  was  revoked  in  December,  1911,  for  vio- 
lation of  the  Uquor  regulations.  One  license  was  revoked  during  the 
second  semiannual  period.  The  total  collections  from  this  source 
were  $55,200,  as  compared  with  $68,400  for  the  previous  fiscal  year. 
The  sum  of  $1,137.83  was  collected  during  the  year  in  license  fees 
from  insurance  companies  doing  business  in  the  Canal  Zone,  as  com- 
pared with  $512.59  for  the  preceding  fiscal  year.  Under  the  pro- 
visions of  the  ordinance  providing  for  the  Ucensing  and  regulation  of 
motor  vehicles  in  the  Canal  Zone  72  licenses  were  issued  and  the  total 
of  $2,059  was  collected  in  Ucense  fees.  This  amount  includes  the  $1 
paid  by  each  licensee  for  a  metal  tag  bearing  the  license  number. 
Six  hundred  and  forty-five  bicycle  licenses  and  97  chauflFeur  Ucenses 
were  issued,  the  revenues  from  that  source  bein^  $645  and  $97, 
respectively.  Under  the  provisions  of  section  10  of  the  order  of  July 
21,  1911,  providing  for  the  inspection  of  steam  vessels,  there  was  col- 
lected as  inspection  fees  the  sum  of  $2,837.15. 

ADMINISTRATION  OF  ESTATES. 

The  collector  of  revenues,  as  ex-officio  administrator  of  estates^ 
settled  60  estates  of  employees  of  the  commission  and  the  Panama 
Railroad  Co.,  and  there  were  98  estates  in  the  course  of  settlement  on 
June  30,^  1912.  ^  The  money  handled  during  the  year  on  account  of 
the  administration  of  estates  ag^egated  $7,306.31.  Nineteen  of  the 
estates  settled  were  of  deceased  .£nerican  employees  and  were  ad- 
ministered under  the  provisions  of  act  No.  24  as  amended  by  Exec- 
utive orders.  The  total  amount  involved  in  the  settlement  of  these 
19  estates  was  $4,300.90.  The  remainder  of  the  estates  settled,  41  in 
number,  were  administered  under  the  provisions  of  the  Executive  order 
of  February  6^  1912,  effective  March  6, 1912.  which  broadens  the  col- 
lector's jurisdiction  in  the  administration  or  estates  and  subjects  his 
settlements  to  the  review  and  approval  of  the  circuit  courts.  The 
last-named  order  extends  the  authority  of  the  collector  of  revenues  to 
the  administration  of  the  estates  of  all  employees  of  th6  commis- 
sion or  the  Panama  Railroad  Co.,  when  sucn  estates  consist  of  per- 
sonal property  only  and  do  not  exceed  in  value  the  sum  of  $1,000, 
and  also  provides  for  the  guardianship  of  estates  of  employees  of  tJie 
commission,  the  government  of  the  Canal  Zone,  or  the  ranama  Rail- 
road Co.,  who  have  been  adjudged  insane  and  whose  estates,  when 
consisting  entirely  of  personal  property,  do  not  exceed  $1 ,000  each  in 
value.  Of  the  total  number  of  estates  settled  under  this  Executive 
order,  3  were  estates  of  insane  persons.  The  total  number  of  estates 
of  insane  persons  received  for  administration  under  the  provisions  of 
this  order  was  14. 
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BEYENUES. 


The  revenues  collected  by  the  division  during  the  year  aggregated 
$311,994.81,  and  the  total  of  all  monevs  handled  was  $5,827,970.10, 
an  increase  in  the  amount  of  funds  handled  of  $175,242.82.  The 
Baid  total  was  made  up  as  follows : 

Zone  revenues |311, 994. 81 

Money  orders  issued 4, 915, 077. 29 

Postal-savings  certificates  sold 600, 898. 00 

Total 5,827,970.10 

DIVISION  OP  POLICE  AND  PRISONS. 

The  organization  of  the  division  of  police  and  prisons  remains  as 
described  in  previous  reports.  On  June  30,  1912,  the  division  con- 
sisted of  a  cnief,  an  assistant  chief,  2  inspectors,  4  lieutenants,  8 
sergeants,  20  corporals,  117  first  class  white  police  officers,  116  colored 
policemen,  and  6  clerks.  Under  my  instructions  to  gradually  reduce, 
as  separations  occur,  the  force  of  colored  police  officers,  during  the 
fiscal  year  the  number  was  reduced  from  116  to  107.  Ninety-seven 
officers  were  appointed  and  106  separated  from  the  service.  Three 
white  American  officers,  Stephen  Jf .  Alton,  Charles  R.  Gould,  and 
John  D.  Kemp,  died  during  tne  year.  • 

Seven  thousand  and  fifty-five  arrests  were  made  dming  the  year, 
6,452  of  which  were  males  and  603  females,  as  compared  with  5,500 
males  and  459  females,  or  a  total  of  5,959  arrests^  for  the  previous 
yeoT,  and  is  the  largest  number  of  arrests  made  durmg  any  fiscal  year 
since  the  organization  of  the  division.  Of  the  arrests  made,  742 
were  on  felony  charges,  as  against  381  for  the  previous  fiscal  year. 
The  increase  in  arrests  oyer  the  previous  year  was  largely  due  to  the 
increase  of  idle  population  caused  by  reductions  of  force  and  the 
replacement  of  the  undesirable  with  better  laborers,  leaving  the 
undesirable  elen^ent  out  of  employment.  The  increase  of  arrests 
has  gradually  grown  as  the  number  of  these  idle  ones  increased,  in 
spite  of  the  continued  efforts  to  eliminate  arrests  for  trivial  causes. 
Of  the  total  number  of  persons  arrested,  5,570,  or  79  per  cent,  were 
convicted. 

Nine  homicides  were  committed  during  the  year.    Two  of  the 

gerpetrators  committed  suicide,  and  the  other  7  were  apprehended. 
^f  the  7  apprehended,  3  were  convicted  of  manslaughter  and  sen- 
tenced to  terms,  2  for  one  year  and  1  for  seven  years;  1  was  convicted 
of  murder  in  tne  second  decree  and  sentenced  to  20  years;  1  was 
dismissed;  and  the  other  2  defendants  are  now  awaiting  trial.  No 
capital  punishment  was  administered. 

Ten  persons  committed  suicide  in  the  Canal  Zone  during  the  year, 
4  of  whom  were  Americans. 

A  police  substation  was  established  on  Naos  Island,  effective 
October  1,  1911,  in  order  to  provide  the  police  protection  required 
there  on  accoimt  of  the  begiimm^  of  work  on  the  fortifications  and  the 
employment  there  of  a  large  number  of  laborers  who  are  also  quartered 
on  the  island.  The  police  stations  at  San  Pablo,  TabenuUa,  and 
Bohio,  being  within  tne  area  to  be  flooded  by  the  waters  of  Gatun 
Lake,  were  closed  on  January  13  and  16  and  Mav  12,  1912,  respec- 
tively.   The  building  formeny  used  at  Tabemilla  was  moved  and 
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reerected  at  Oamboa;  but  up  to  the  present  time  it  has  not  been 
found  necessary  to  assign  an  officer  lor  duty  at  that  point.  The 
building  at  San  Pablo  was  moved  to  and  reerected  at  Monte  Lirio,  on 
the  permanent  relocated  line  of  the  Panama  Railroad,  where  a  station 
was  officially  established  on  February  26,  1912,  with  a  white  police 
officer  in  charge.  The  contmued  growth  of  the  new  town  of  Fnjoles, 
on  the  permanent  line  of  the  Panama  Railroad,  also  made  necessary 
the  establishment  of  a  police  station  at  that  point,  which  was  opened 
on  March  30,  1912,  and  a  white  police,  officer  was  placed  in  chaise. 
On  April  24,  1912^  the  temporary  lockup  at  West  Culebra  was 
removed  to  Marganta  Point.  At  Balboa,  owing  to  the  commence- 
ment of  work  upon  the  permanent  terminals,  it  became  necessi^  to 
abandon  the  pouce  station  at  that  point  on  June  6, 1912.  All  officers 
on  duty  there  were  transferred  to  Ajicon,  and  police  protection  for  the 
town,  wharf,  and  railroad  yards  is  now  provided  from  the  Ancon 
central  station.  A  caU-box  station  has  been  established  in  a  small 
building  at  Balboa  for  the  use  of  officers  assigned  to  duty  there.  The 
abandonment  of  two  substations  in  the  district  of  Qor^ona  has 
resulted  in  a  reduction  in  the  number  of  police  officers  assigned  for 
duty  in  that  district.  A  number  of  the  police  officers  formerlj^  on 
du^  at  the  abandoned  stations  were  transferred  to  other  stations 
which  required  an  increased  strength,  while  others  were  assigned  to 
patrol  duty  on  the  Gatuii  Lake  contour  lines.  On  November  5, 1911, 
the  watchman  service  performed  by  two  colored  police  officers  at  the 
storehouse  of  the  Panama  Railroad  commissary  at  Cristobal  was 
discontinued.  In  order  to  provide  proper  protection  for  the  Gatun 
locks  and  dam,  the  police  detachment  at  Gatim  police  station,  at  the 
request  of  the  division  eiigineer  of  the  Atlantic  division,  was  increased 
and  three  white  police  officers  were  assigned  to  watchman  service  at 
tbat  point. 

A  continuous  police  patrol  of  the  harbors  of  Ancon  and'  CMstobal 
has  been  maintained,  and  many  prosecutions  for  violations  of  the 
navigation  laws  have  resulted,  l^atrols  of  the  watersheds  in  the  Zone 
have  also  been  maintained  to  protect  the  reservoirs.  In  addition,  the 
Gatun  Lake  area  has  been  patrolled,  persons  living  therein  have  been 
removed,  and  shacks  and  other  buildmgs  therein  have  been  destroyed 
by  the  Zone  police  acting  under  instructions  to  prevent  further 
settlement. 

During  the  year  522  animals  were  impounded  by  the  Zone  police, 
and  a  total  of  $926.25  was  collected  for  pound  fees  and  maintenance. 

On  June  30,  1912,  there  were  141  convicts  confined  in  the  penitcai- 
tiary  at  Culebra,  as  compared  with  148  on  June  30, 191 1 ;  138  on  June 
30,  1910:  117  on  June  30,  1909;  and  108  on  June  30,  1908.  All 
convicts  nave  been  kept  at  work  on  public  roads  in  the  Zone,  par- 
ticularly on  road  construction,  except  a  sufficient  detail  to  perform  the 
necessaiy  work  at  the  penitentiary.  During  the  year  137  convicts 
were  received  at  the  penitentiary,  while  144  were  discharged.  One 
hundred  and  fifty-six  persons  were  deported  from' the  CanalZone,  100 
of  whom  were  convicts  who  had  served  terms  in  the  penitentiary, 
and  56  were  district  prisoners.  Six  prisoners,  4  of  whom  were 
convicts  and  2  district  prisoners,  were  pardoned  during  the  year. 
Hie  sentences  of  2  distnct  prisoners  and  1  Zone  convict  were  com- 
muted. The  value  of  work  performed  by  the  penitentiary  convicts, 
on  the  basis  of  10  cents  gold  an  hour  for  each  convict^  was  128,126.95, 
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and  the  cost  of  guarding;  subsisting,  and  clothing  the  convicts  was 
$35,325.03.  Included  in  this  amount  is  $8,029.42,  representing  the 
increased  cost  of  guarding  convicts  on  account  of  the  work  performed 
on  public  roads.  A  considerable  portion  of  this  sum  is  represented 
by  the  cost  of  erecting,  for  the  housing  of  these  prisoners,  a  stockade 
on  the  line  of  the  Empire-Chorrera  road  now  under  construction. 

Five  thousand  seven  hundred  and  seventy-one  writs  of  process  in 
civil  and  criminal  cases  were  served  during  the  vear,  and  a  total  of 
$15,481.68  was  collected  by  the  acting  marshal  (chief  of  police)  and 
his  deputies,  the  whole  of  which  was  paid  into  the  treasury  of  the 
Canal  Zone  government. ,  One  hundred  and  seventy  deaths  were 
investigated  by  the  chief  of  police  or  other  members  of  the  force, 
acting  as  coroner  or  deputy  coroners.  Of  these,  53  were  due  to  rail- 
road accidents  and  29  to  accidental  drowning.  Police  investigation 
was  made  of  864  cases  of  personal  injuries,  involving  393  commission 
employees,  160  Panama  Kailroad  employees,  and  111  nonemployees. 

The  canal  slides  at  Culebra  made  necessary  the  abandonment  of 
the  penitentiary  located  near  the  edge  of  the  Culebra  cut.  All  of  the 
convicts  confined  there,  with  the  exception  of  a  few  required  to  per- 
form inside  labor,  temporarilv  held  at  the  police  station  at  West 
Culebra,  were  transferred  to  tne  Mandingo  stockade,  where  they  are 
emploved  on  the  construction  of  the  Empire-Chorrera  road,  a  16-foot 
macaclam  highway  extending  from  Empire  westward  a  distance  of 
about  6  miles  to  the  Zone  line,  describea  in  the  last  annual  report  of 
the  department.  The  work  on  this  road  has  gone  forwara  erne- 
ditiously  and  should  be  completed  before  December  1.  1912.  The 
same  is  an  excellent  piece  of  road  construction, — one  oi  the  best  on 
the  Isthmus.  I  have  recommended  the  construction  of  a  new  peni- 
tentiary building  on  a  farm  site  near  Pedro  Miguel  or  the  removal  of 
the  old  penitentiary  building  from  Culebra  to  the  Pedro  Miguel  site. 
Final  action  on  this  recommendation  has  been  held  in  abeyance  for 
the  present. 

A  system  of  target  practice  with  regulation  .38  caliber  Colt's 
revolvers  was  inaugurated  in  February,  1912.  The  practice  affords 
opportunity  for  practical  instruction  to  be  given  police  officers  in  the 
use  and  operation  of  arms  carried  and  enables  such  officers  to  render 
more  efficiently  service  that  may  be  required  of  them.  Prize  medals 
were  awarded  for  the  most  skilliul  target  work. 

More  than  a  year  ago^  having  reason  to  believe  that  men  and  women 
were  engaged  in  importmg  women  into  the  Panaman  cities  of  Panama 
and  Colon  for  purposes  of  prostitution,  and  that,  although  these  opera- 
tors were  as  secretive  in  tneir  plans  as  it  was  possible  for  them  to  be, 
they  were  conveying  some  of  these  women — among  them  girls — 
through  the  Canal  Zone  over  the  Panama  Railroad  from  one  to  the 
other  city,  and  were  seeking  to  procure  the  entry  of  some  of  the  women 
into  these  cities  through  Ancon-Balboa Harbor  (which,  although  in  the 
Canal  Zone,  is  the  port  of  entry  for  the  city  of  Panama),  I  gave 
instructions  to  the  Zone  police  to  carefully  watch  Panama  Kailroad 
trains  and  the  ships  coming  into  Zone  waters  to  ascertain  if,  by  means 
of  these  trains  and  ships,  women  were  being  conveyed  through  Canal 
Zone  territory  into  the  two  cities  named  or  to  other  foreim  soil  for 
immoral  purposes;  that  is  to  say,  in  violation  of  the  act  of  Congress 
of  June  25,  1910,  applicable  to  United  States  territory,  including  the 
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Canal  Zone,  and  known  as  the  ''white-slave''  act.  As  a  result  proof 
was  secured  which,  during  the  fiscal  year  under  the  act  referred  to, 
led  to  the  arrest  and  conviction  in  Zone  courts  of  three  persons,  two 
men  and  one  woman,  operating  independenUy  of  each  other.  The 
woman  received  a  sentence  of  one  vear's  imprisonment,  which  has 
been  served;  one  of  the  men  received  a  sentence  of  one  year  and  nine 
months'  imprisonment,  and  the  other  a  sentence  of  one  year's  impris- 
onment, wnich  two  sentences  are  now  being  served.  These  sen- 
tences were  for  service  in  the  Zone  penitentiary  and  at  hard  labor. 
These  were  the  first  prosecutions  ever  instituted  in  the  Canal  Zone 
courts  for  offenses  of  this  character,  and  together  with  the  efforts  of 
the  police  and  quarantine  officials  of  the  commission,  acting  under 
Canal  Zone  and  Panaman  authority,  in  preventing  from  entry  into 
Isthmian  ports  white-slave  dealers,  vicious  prostitutes,  and  other 
undesirables  have  had  a  most  salutary  effect  in  nniniTYiiyJng  the 
so-called  ''white-slave"  traffic  on  the  Isthmus. 

DIVISION  OF  FIRE  PROTECTION. 

The  organization  of  this  division  consists  of  1  chief,  1  assistant 
chief,  1  derk,  1  messenger,  7  captains,  7  lieutenants,  40  firemen,  1 
engineer,  1  motor  engineer,  1  electrician,  and  1  linemen.  The  per- 
sonnel of  the  division  was  increased  by  the  creation  of  the  position 
of  1  motor  engineer  at  $150  a  month  and  reduced  by  1  fireman  at 
$125  a  month. 

The  new  fire  station  at  Cristobal,  which  was  described  in  the  last 
annucd  report,  was  completed  during  the  year  and  occiipied  on 
January  2.  1912.  Owin^  to  the  removal  of  all  settlements  from  the 
Oatun  Lake  area  and  the  consequent  abandonment  of  Tabernilla 
and  San  Pablo,  the  paid  fireman  at  Tabernilla  was,  on  December  23, 

1911,  withdrawn  and  detailed  to  Miraflores,  where,  because  of  tJie 
increase  and  importance  of  the  work,  it  became  necessary  to  pro- 
vide additional  nre  protection.  In  order  to  make  room  for  the  con- 
struction of  the  Pacific  terminals  at  Balboa  it  became  necessary  to 
remove  the  one-man  fire  station  at  that  point  on  June  10, 1912,  and 
the  fire  apparatus  and  paid  fireman  will  be  located  in  temporary 
quarters  until  a  permanent  fire  station  at  that  point  is  constructea. 
Alterations  was  made  on  the  ground  floor  of  ^con  No.  3  (Tivoli) 
fire  station  in  order  to  mak^  the  building  suitable  for  the  new  com- 
bination automobile  fire  engine  and  hose  wagon,  two  of  which  were 
recently  purchased^  and  are  more  fully  described  below.  The  fire 
station  in  the  hospital  grounds  at  Ancon  was  placed  in  chaise  of  a 
lieutenant;  as  soon  as  the  permanent  layout  at  Balboa  has  been 
determined,  it  is  proposed  to  discontinue  Ancon  Station  No.  2  and 
transfer  the  apparatus  and  personnel  to  the  new  permanent  station 
to  be  constructed  at  Balboa. 

Two  new  combination  automobile  £re  engine  and  hose  wagons 
were  purchased  from  the  Webb  Motor  Fire  Apparatus  Co.,  St.  Louis, 
Mo.,  during  the  year  at  a  cost  of  $16,000;  one  for  Cristobal  and  one 
for  Ancon.    The  engines  were  received  on  the  Isthmus  during  ApiiL 

1912.  On  account  of  the  shortage  of  fresh  water  in  Cristobal  and 
Colon  during  the  latter  part  of  tne  dry  season,  both  engines  were 
installed  at  Cristobal  fire  station.  On  June  28,  1912,  one  of  the 
engines  (Anpon  No.  3)  was  transferred  to  Ancon  No.  3  &e  station, 
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and^  the  horse-drawn  wagon  there  was  transferred  to  the  Culebra 
station.^   The  new  fire  enj^es  have  added  two  pumping  engines  to 
the  equipment  of  the  division  without  increasing  the  peraonnel,  and 
greatly  increasing  the  efficiency  at  the  two  stations  mentioned. 
These  automobile  fire  engines  are  equipped  with  bronze  rotary  fire 

{mmps  for  pumping  salt  water,  and  have  carrying  capacity  for  1,200 
eet  of  2i-mch  rubber-Uned  fire  hose  and  a  complement  of  8  men 
each.  The  two*machines  are  exactly  aUke.  Each  engine  is  supphed 
with  a  6-cvlinder  T-head  gasoline  motor,  cast  ^^^Y,  with  a  rated 
capacity  of  79.3  horse  power,  A.  L.  A.  M.  rating.  Tne  machines  are 
equipped  with  Bosch  hi^h-tension  magneto,  jump  spark,  and  6- volt 
storage  battery  for  ignition,  and  a  Mayer  carburetor.  Dining  the 
officii  tests  on  the  Isthmus  these  machines  exceeded  the  specifica- 
tion requirements  in  pumping  capacity,  viz,  600  gallons  per  minute. 
The  Cristobal  engine  discnai^ed  an  average  of  664  gallons  of  water 
per  minute  for  one  hour  through  two  300-foot  lines  of  hose,  fitted 
with  nozzle  of  l^-inch  tip,  taki^  suction  from  the  sea  at  8-foot  lift. 
The  Ancon  engine  discharged  an  average  of  640  gallons  per  minute 
under  the  same  conditions.  The  machines  have  a  maximum  speed 
of  60  miles  per  hour. 

The  volunteer  fire  companies  at  Tabemilla,  San  Pablo,  and  Balboa 
were  disbanded  during  the  year,  the  two  former  because  of  the 
abandonment  of  the  towns,  and  the  one  at  Balboa  disbanded  on 
April  1,  1912,  because  most  of  the  men  composing  the  companyreside 
in  the  cit^  of  Panama  and  would  not  be  available  for  duty  in  case 
of  fire  during  the  night.  On  June  30,  1912,  there  were  15  volunteer 
companies  with  a  total  of  251  members. 

No  new  fire-alarm  systems  were  established  during  the  year.  All 
the  existing  systems,  five  in  number,  were  inspected,  tested,  and  kept 
in  working  order  by  the  electrician  of  the  division.  At  the  dose  of 
the  year  tnere  were  in  use  45,850  feet  of  2J-inch  rubber-lined  hose, 
288  nozzles,  16  hose  reels,  and  27  hose  carts.  One  thousand  four 
hundred  and  fifty-four  fire  extinguishers  were  under  the  care  of  the 
division  on  June  30, 1912.  Forty  thousand  one  hundred  and  seventy- 
seven  inspections  and  509  recharges  of  chemical  extinguishers  were 
made  ana  126  extinguishers  were  repaired.  The  inspection  of  build- 
ings and  fire-fighting  apparatus  distributed  throughout  the  2k>ne  and 
in  buildings  of  the  United  States  and  the  Panama*  Railroad  Co. 
in  the  cities  of  Panama  and  Colon  and  on  Naos,  Culebra,  and  Taboga 
Islands,  at  the  Palo  Seco  Leper  Asylum,  and  at  Porto  Bello  and 
Nombre  de  Dios  was  maintained. 

Three  hundred  and  thirty-three  alarms  of  fire  were  responded  to 
during  the  jrear,  18  of  which  were  false  alarms.  Of  the  315  actual 
fires,  6  were  in  the  city  of  Panama  and  2  in  the  city  of  Colon;  196  fires 
were  in  Government  propertv  and  21  in  property  of  the  Panama 
Kaikx)ad  Co.  The  value  of  Government  and  raibx>ad  property 
involved, including  the  buildings  and  their  contents,  wasSl,755,685.58, 
and  the  total  loss  is  estimatea  at  $4,538.58  in  Government  property 
and  $101  ia  property  of  the  Panama  Railroad  Co.  The  average  loss 
in  all  fires  in  Government  and  Panama  Railroad  property  was  $21.38 
er  fire.  The  loss  in  the  three  larger  fires  in  the  Canal  Zone  was 
8,897.50,  while  the  value  of  property  involved  waa  estimated  at 
$11,897.60. 
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The  largest  fire  during  the  year  and  to  which  Ancon  companies 
Nos.  2  and  3  respondeaon  Februaiy  23,  1912,  was  in  the  city  of 
Panama  in  a  throe-stoiy  stone  and  wood  building,  resulting  m  a 
property  loss  estimated  by  the  owners  at  $21,120,  the  value  of  the 
property  involved  being  $254,000.  The  largest  fire  on  the  Zone 
aurmg  the  year  totally  destroyed  two  private  frame  buildings,  with 
their  contents,  at  Miraflores  on  August  27,  1911.  T^e  value  of  the 
buildings  was  estimated  at  $4,000  and  the  contents  at  $1,000. 
Another  fire,  causing  a  damage  to  the  extent  of  $2  JOOO,  occurred  on 
the  Las  Cascadas  cocoa  and  rubber  plantation  near  Empire  on  March 
16,  1912.  A  fire  at  Pedro  Mimiel  on  April  6,  1912,  resulted  in  the 
complete  loss  of  steam  shovel  No.  107.  The  fire  started  in  the  crib- 
work  of  railioad  ties  supporting  the  steam  shovdL  which  was  working 
in  the  canal  outside  or  the  hydrant  district.  The  loss  is  estimated 
at  $1,897.50.  A  fire  in  a  gasoline  launch  near  Dock  No.  11  at  Cris- 
tobal on  June  29, 1912,  caused  by  an  overheated  exhaust  pipe,  caused 
a  loss  to  the  commission  of  $700.  A  fire  at  Colon  on  October  24, 1911, 
destroyed  tiie  upper  part  of  the  two-story  frame  building  on  Hudson 
Lane  near  Eighth  Street,  causing  a  loss  estimated  at  $5,000,  the 
value  of  the  building  bein^  reported  at  $10,000.  There  were  8  fires 
in  which  the  loss  amountea  to  from  $100  to  $300. 

The  value  of  private  property  involved  in  the  34  fire^  reported  is 
estimated  at  $31,310  and  the  loss  at  $8,014. 

Two  persons  died  as  a  resiQt  of  bums  received  from  explosions. 
One  of  tnese  was  an  employee  of  the  commission,  who,  while  engaged 
in  cleaning  off  the  sides  and  trusses  in  one  of  tne  compartments  of 
U.  S.  barge  No.  10  at  Cristobal  dry  dock  on  February  9,  1912.  was 
kflled  in  an  explosion  of  gasoline  fumes,  and  the  other  was  a  colored 
woman,  who  died  at  Colon  Hospital  on  the  day  following  an  explosion 
of  alcohol  while  attempting  to  light  a  fire  in  a  cookstove  at  Gatun  on 
Julv  22,  1911.  There  were  also  12  persons  who  received  bums  more 
or  less  serious,  but  which  did  not  prove  fatal.  Seven  of  these  were 
employees  who  were  at  work  on  barge  No,  10,  above  referred  to;  1 
person  was  burned  by  an  explosion  of  alcohol;  1  by  an  explosion  of 
gasoline;  2  by  accidental  ignition  of  gasoline  and  oil;  ana  1  person 
received  bums  in  attempting  to  extin^ish  an  alcohol  fire. 

Satisfactory  relations  were  maintamed  with  the  fixe  departments 
of  l^e  cities  of  Panama  and  Colon.  During  the  year  extensions  of 
water  mains,  installations  of  fire  hydrants,  and  extensions  of  roads 
were  made  which  resulted  in  the  increased  efficiency  of  this  division. 

DIVISION  OP  PUBLIC  WORKS. 

The  work  of  this  division  remains  as  described  m  the  previous 
reports.  The  organization  of  the  division  consists  of  1  superintendent, 
1  assistant  superintendent,  6  clerks,  1  inspector  and  messenger,  2 
inspectors  of  plumbing,  1  inspector  of  meters,  1  market  inspector.  3 
engineers,  6  foremen,  13  masons,  19  pipe  fitters,  20  laborers^  ana  1 
carpenter.  As  the  various  public  improvements  in  the  cities  of 
Panama  and  Colon  under  the  $800,000  appropriation  were  being 
completed  and  the  completed  sections  turned  over  to  the  division  €>f 
public  works  for  maintenance,  it  became  necessary  to  increase  the 
silver  hourly  force  engaged  on  maintenance  work.  The  increase  in 
the  number  of  silver  laborers  thus  employed  on  June  30,  1912,  over 
June  30, 1911,  was  10. 
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In  the  city  of  Panama  there  were  on  June  30,  1912,  1,985  water 
connections  and  35  applications  pending,  an  increase  of  169  connec- 
tions during  the  year.  The  installation  of  all  plumbing  resulting 
from  these  new  connections,  as  well  as  repairs  and  extensions  of 
existing  plumbing,  was  inspected  by  the  employees  of  the  division. 

The  collections  of  water  rents  from  private  consumers  for  the  first 
three-quarters  of  the  vear  in  the  city  of  Panama  were  $67,491.75, 
and  the  net  amount  of  the  bills  rendered  for  the  quarter  ended  June 

30,  1912,  was  $25,436.25,  a  total  for  the  year  of  $92,928.  A 
deficiency  of  $831.65  for  the  quarter  ended  September  30.  1911,  was 
paid  by  tne  Panama  Government.    For  the  quarters  ended  December 

31,  1911,  and  March  31, 1912,  the  amount  of  water  collections  in  3aid 
city  exceeded  the  amortization  fund  requirements  under  the  contract 
between  the  United  States  Government  and  the  Government  of  the 
Bepublic  of  Panama  dated  September  30, 1910,  resulting  in  a  surplus 
of  $4,293.26,  which  was  applied  te  the  reduction  of  the  capital  cost 
of  the  water  works,  sewers,  and  pavements.  For  the  fiscal  year  ended 
June  30,  1912,  the  total  water  consumed  in  the  city  of  Panama  was 
511,763^973  gallons,  and  the  average  daily  consumption  of  water 
per  capita,  based  upon  the  recent  census  of  the  city  of  Panama,  was 
39.52  gallons.  The  average  annual  charge  per  connection  was 
$51.33. 

The  water  mains,  hydrants,  valves,  taps,  ete.,  were  kept  in  order 
during  the  year.  Meters  were  tested,  repaired  and  set  as  needed, 
and  sewers,  manholes,  and  cateh  basins  were  kept  clean  and  in 
working  order. 

In  the  city  of  Colon  on  June  30,  1912,  there  were  731  connections 
usine  water  and  45  applications  for  connections  pending,  making  a 
tetal  of  776,  or  an  increase  during  the  year  of  153.  The  water  col- 
lections in  Colon  from  private  consumers  for  the  first  three-quarters 
of  the  year  were  $46,823.50,  and  the  amount  paid  by  the  Panama 
Railroad  Co.  and  the  Isthmian  Canal  Commission  during  the 
same  period  was  $11,807.70;  the  net  amount  of  water  bills  rendered 
against  private  consumers  for  the  quarter  ended  June  30,  1912,  was 
$16,836,  and  the  bills  against  the  Isthmian  Canal  Commission  and 
the  Panama  Railroad  Co.  for  the  same  period  amounted  to  $3,787.80, 
making  a  tetal  for  the  year  of  $79,255.  For  the  city  of  Colon  the* 
RepuUic  of  Panama  was  required  te  pay  $102943.11  for  the -first 
three-quarters  of  the  fiscal  year  in  order  to  liquidate  the  proportion 
of  the  part  of  the  capital  cost  of  the  water,  sewer,  and  street  systems 
due,  together  with  interest  and  expense  of  operation  and  maintenance. 
The  average  dailv  consumption  of  water  in  Colon  was  1,113,659  gal- 
lons, and  the  daily  per  capita  consumption,  based  upon  a  population 
of  17,748,  as  shown  by  the  recent  Panama  census,  was  62.52  gallons. 
The  average  annual  charge  per  private  connection  was  $104.06. 
During  the  year  149  water  ana  sewer  connections  were  made  by  the 
division  for  private  property  owners  in  the  cities  of  Panama  and 
Colon  at  a  cost  of  $2,824.92,  which  amount  was  paid  in  advance  when 
applications  were  made  for  the  connections. 

In  the  Canal  Zone  on  June  30,  1912,  there  were  691  water  connec- 
tions in  use  and  26  applications  pending,  making  a  total  of  717  con- 
nections, an  increase  for  the  year  of  1 02.  All  of  the  plumbing  installa- 
tions resulting  from  these  connections,  as  well  as  the  repairs  and 
extensions  to  existing  plumbing,  were  inspected  by  employees  of  the 
division.    Zone  water  oills  to  a  net  amount  of  $29,120.78  were  pre- 
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pared  and  forwarded  to  the  collector  of  revenues  for  collection,  as 
compared  with  $19,362.25  during  the  previous  fiscal  year.  The 
average  charge  per  connection  was  $44.12. 

Eight  pubhc  markets  under  the  direction  of  this  division  were  in 
operation,  and  a  revenue  of  $4,183.95  was  derived  from  the  rental 
oi  space  therein,  as  compared  with  $4,786.67  for  the  preceding 
fiscal  year.  The  decrease  of  $602.72  from  the  net  revenues  from  this 
source  from  the  previous  fiscal  vear  is  largely  due  to  the  closing  of 
the  Tabemilla  market  early  in  the  year  because  of  the  abandonment 
of  the  town.  At  the  two  public  slaughterhouses  of  the  Zone,  one  at 
Empire  and  the  other  at  Gorg;ona,  2,508  cattle,  371  hogs,  and  8  goats 
were  slaughtered,  a  decrease  in  the  total  number  of  anim^  slaugh- 
tered durmg  the  preceding  fiscal  year  of  4,625. 

An  in8{>ection  was  made  during  the  year  of  all  Zone  roads  and  trails, 
and  63  miles  of  trails  were  cleared  under  private  contract  of  all  trees 
and  brush.  Five  miles  of  trails  were  cleared  in  the  central  district 
by  poll-tax  labor.  A  steam  road  roller  was  purchased  for  the  division 
for  street  repair  work  in  the  city  of  Colon.  Eight  liiousand  feet  of 
macadam  streets  were  resuriaced  in  the  city  ot  Colon,  and  1,000 
square  yards  of  brick  paving  replaced  on  Front  Street.  In  the  city 
01  Panama  the  road  from  Calidonia  Bridge,  near  the  Panama  Rail- 
road station  to  the  Zone  boundary,  a  distance  of  over  1  mile,  was 
completely  resurfaced.  Ten  thousand  scmare  yards  of  macadam  in 
the  cit]^  of  Panama  were  resurfaced.  The  substantial  repair  and 
resurfacing  of  the  entire  Las  Sabanas  highway  in  the  Zone  at  a 
probable  cost  of  $9,000,  Canal  Zone  funds,  was  begun  in  April,  1912, 
and  is  yet  under  way.  Reference  to  the  construction  of  the  Empire- 
Chorrera  road  is  made  under  the  head  of  the  division  of  police  and 
prisons. 

DIVISION  OP  SOHOOLS. 

The  organization  of  this  division  consists  of  1  superintendent,  2 
clerks,  1  supervisor  of  primary  grades,  2  supervisors  of  children,  1 
principal  of  nigh  school,  7  principals  of  grammar  schools,  66  teachers, 
and  1  gardener  temporarily  employed. 

The  schools  for  the  year  1911-12  opened  on  October  1,  1911,  with 
an  enrollment  in  that  month  of  2,105  children,  1,174  in  the  white  and 
931  in  the  colored  schools  as  compared  with  931  white  and  906  in  the 
colored  schools  on  October  1, 1910.  The  highest  monthly  enrollment 
was  in  June,  1912,  when  1,556  pupils  were  enrolled  in  the  white 
schools  and  1,765  in  the  colored  schools.  An  exceptionally  efiScient 
corps  of  teachers  was  maintained.  Of  the  48  white  teachers  of  the 
division,  13  hold  degrees  from  colleges  or  universities,  19  hold  diplo- 
mas from  standard  normal  schools,  12  have  had  two  or  more  years' 
normal,  college,  or  university  training,  25  have  had  six  or  more  years' 
experience,  19  have  had  three  or  more  years',  and  4  two  or  more 
years'  experience  in  public-school  work.  Excellent  work  was  done 
m  all  the  schools,  and  there  were  five  graduates  in  the  Canal  Zone 
High  School. 

October,  1911,  the  upper  grade  white  school  at  Paraiso  was  con- 
solidated with  the  Pedro  Miguel  white  school  and  the  children  trans^ 
ported  to  and  from  Pedro  ifiguel  by  break.  A  new  school  for  white 
children  between  the  first  and  fifth  grades  was  opened  at  Las  Caacadas 
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on  October  2.  Another  school  for  white  children  of  all  ^ades  was 
established  at  Porto  Bello  on  November  6.  New  schools  for  colored 
children  were  also  established  at  Majagual,  Miraflores,  and  Cucaracha 
on  October  2  and  at  Mandingo  and  Ancon  on  October  16  and  Novem- 
ber 17,  respectively.  The  Cristobal  colored  school  was  reopened  on 
October  3  m  the  new  school  building  constructed  to  replace  the  one 
destroyed  by  fire  on  March  23,  1911. 

On  June  30,  1912,  there  were  26  buildings  used  for  school  purposes, 
11  for  white  schools  and  15  for  colored  schools.  Chie  of  these,  a 
school  for  lower  grade  white  children,  was  conducted  in  a  room  of  the 
Las  Cascadas  Hotel  building,  and  another  in  a  room  in  house  No.  52, 
Porto  Bello,  while  the  school  for  native  children  at  Majagual  was 
maintained  in  the  native  church  building  at  that  point.  New  build- 
ings were  erected  or  old  buildings  converted  for  school  purposes  as 
follows:  Mandingo,  1  room:  Ancon,  4  rooms;  Miraflores,  1  room: 
and  Cucaracha,  1  room;  all  for  colored  children;  while  the  school 
building  at  TabemiUa  for  white  children  was  reerected  at  Mount 
Hope  for  colored  children.  An  addition  of  one  room  was  made  to 
the  school  building  at  Pedro  Mi^el  for  white  children. 

A  school  garden  was  maintamed  in  connection  with  the  colored 
school  at  Empire,  from  which  the  estimated  income  from  the  sale  of 
school-garden  products  was  $218.64,  as  compared  with  $783.53  during 
the  school  year  1910-11,  and  $332.72  during  the  school  year  1909-10. 

During  the  year  the  sum  of  $694  was  collected  for  tuition,  as  com- 
pared with  $576  collected  during  the  previous  year.  The  system  of 
medical  inspection  of  the  pupils,  maugurated  in  the  month  ofJanuarv 
of  last  year,  has  been  continued.  Dimng  the  school  year  1,020  pupils 
were  examined  or  treated. 

CANAL  ZONE  TBEASXTBY  AND  ZONE  FT7NDS. 

The  office  of  the  treasurer  of  the  Canal  Zone  consists  of  a  treasurer^ 
an  assistant  treasurer,  and  2  clerks. 

At  the  beginning  of  the  fiscal  year  there  was  a  balance  of  $197,207.56 
on  hand  in  the  2jone  treasury,  and  during  the  year  there  was  collected 
the  total  of  $370,272.81,  of  which  the  suih  of  $110,513.13  was  postal 
receipts. 

The  expenditures  amounted  to  $312,459.75.  The  estimated  reve- 
nues of  tne  Canal  Zone  during  the  current  fiscal  year  (1913)  are 
$220,000,  exclusive  of  postal  receipts,  and  will  be  expended,  approxi- 
mately, as  follows : 

Maintenance  of  schoolB $90, 000 

Expenfles  of  dietrict  courts 20, 000 

Maintenance  of  pauper  sick  in  Isthmian  Canal  Commission  hospitals 2, 400 

Maintenance  of  misaemeanor  prisoners 15, 000 

Maintenance  of  markets  and  slaughterhouses 4, 000 

Construction,  repair,  maintenance,  and  operation  of  roads,  txails,  bridges, 
waterworks  and  sewers,  and  other  miscellaneous  public  works  and  improve- 

taenta 78,fi00 

Miscellaneous  and  contingent  expenses 10, 000 

Total 220,000 

The  postal  revenues  during  the  current  year  will,  it  is  estimated, 
amount,  approximately,  to  $94,000  and  they  will  be  applied  to  the 
maintenance  of  the  postal  service. 
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OOUBTS. 

The  supreme  court  held  12  sessions  during  the  year.  It  afiSrmed 
the  decision  of  the  circuit  court  in  4  criminal  cases  and  reversed  the 
decision  of  that  court  in  1  criminal  case.  Four  civil  cases  were 
pending  in  the  court  at  the  beginning  of  the  year,  6  were  filed,  and  8 
were  disposed  of. 

In  the  circuit  courts  667  criminal  cases  were  instituted.  The 
defendants  were  convicted  in  353  cases  and  126  were  acquitted,  84 
cases  were  dismissed,  and  23  cases  were  pending  on  Jime  30.  There 
were  541  civil  cases  filed  during  the  year;  414  were  disposed  of  and 
127  were  pending  at  the  close  of  the  year. 

In  the  district  courts,  7^128  criminal  cases  were  instituted.  The 
defendants  were  convicted  m  5,183  cases  and  acauitted  in  1,063  cases, 
350  cases  were  dismissed,  528  cases  were  aj>pealea  to  the  circuit  courts, 
and  4  cases  were  yet  pending  in  the  district  courts  on  June  30.  Thir- 
teen hundred  ana  five  civil  cases  were  filed  during  the  year,  1 ,280  were 
disposed  of,  and  25  cases  were  pending  at  the  close  of  the  year. 

The  organization  of  the  ludiciary  consists  of  1  chief  justice,  2  asso- 
ciate justices,  4  district  juoges,  8  clerks,  2  translators,  and  2  messen- 
gers. 

On  September  29,  1911,  William  H.  Jackson,  late  senior  district 
judge,  was,  by  the  Executive  order  of  the  President  dated  September 
21,  1911,  appointed  associate  justice  of  the  supreme  court,  and  was 
assigned  to  the  second  judicial  circuit.  The  district  ^  judgeship 
vacated  by  Judge  Jackson  upon  his  appointment  as  associate  justice 
remained  unfilled,  and  was  abolished  on  July  1, 1912,  and  the  present 
organization  provides  for  4  district  judges  instead  of  5,  as  was  pro- 
vided for  in  the  former  oiganization. 

INCBBASE  OF  WORK  OF  THE  DBPABTMENT.  • 

Notwithstanding  the  fact  that  we  are  nearing  the  completion  of  the 
canal,  the  work  in  practically  every  division  of  the  department  of 
civil  administration  and  in  tne  coiirts  increased,  instead  of  having 
diminished,  during  the  recent  fiscal  year.  This  may  be  easily  noted 
by  a  comparison  of  this  report  with  tne  reports  for  the  department  for 
former  years.  Notwithstanding  this  increase,  we  have,  by  careful 
management  arid  economies  of  service,  been  able  to  perform  this 
increased  work  without  an  increase  in  our  organization;  in  fact,  we 
have  made  some  reductions  in  our  organization. 

FUTUBE   OBGANIZATION. 

Whatever  action  Congress  may  take  on  the  question  of  permanent 
government  of  the  2k)ne,  there  will  have  to  be  permanently  main- 
tained here,  in  addition  to  the  civil  courts,  divisions,  officers,  and 
employees  performing  civil  functions  or  functions  which  are  civil  in 
their  nature,  such  as  policing  the  Zone:  furnishing  fire  protection; 
conducting  the  schools;  maintaining  ana  extending  public  works  in 
the  Zone  and  (imder  treaty  provisions)  in  the  cities  of  Panama  and 
Colony  inspection  of  steam  and  other  vessels  entering  Zone  waters; 
handling  postal,  customs,  and  revenue  affairs;  and  related  matters. 
Whenever,  because  of  the  reduction*  of  the  commission  force  incident 
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to  the  approaching  completion  of  the  canal,  a  material  reduction  of  the 
civil  administration  force  is  required,  its  organization  is  such  as  to 
permit  such  reduction  to  be  readily  made. 

APPSNDIOES. 

Attention  is  called  to  the  statements  attached  as  appendices  to  this 
report,  which  indicate  in  detail  the  business  transacted  throughout 
the  department.  There  are  also  attached  appendices  showing  the 
organization  of  the  various  divisions  making  up  the  department  of 
civil  administration. 

Very  respectfully, 

M.  H.  Thatcher, 
Head  of  DepartTnent  of  Civil  Administration. 

Col.  George  W.  Goethals,  United  States  Army, 

Chaitman  Isthmian  Canal  Commission^  Cvlebra,  Canal  Zone. 


APPSNDICBS  TO  BBPOBT  OF  THB  HEAD  OF  THE  DBPABTMBNT  OF 

CIVIL  ADHZNISTBATION. 

Appendix  I. 

Table   1.  Sale  of  postage  stamps  and  coUections  on  account  of  second-class  mail 

matter,  bv  months,  during  the  fiscaWear  ended  June  30, 1912. 
Table   2.  Letters  ana  parcels  registered,  by  offices,  during  the  fiscal  year  ended 

June  30, 1912. 
Table   3.  Number  of  dispatches  of  mail  from  the  exchange  office  at  Cristobal  and 

number  of  pouches,  sacks,  and  registered  sacks  handled  by  railway  mail 

messengers  during  the  fiscal  year  ended  June  30, 1912. 
Table   4 .  Destination  of  dispatches  of  mail  by  the  exchange  office  at  Cristobal  during 

the  fiscal  year  ended  June  30, 1912. 
Table   5.  Money  orders  issued,  bv  months,  during  the  fiscal  year  ended  June  30, 1912. 
Table   6.  Money  orders  paid  and.  repaid  auring  fiscal  year  ended  June  30. 1912. 
Table   7.  Amount  of  money  orders,  oy  offices,  payable  to  the  remitter  and  drawn  on 

the  issuing  office,  remaimng  unpaid  on  June  30, 1912. 
Table   8.  Customs  operations  at  the  port  of  Ancon  during  the  fiscal  year  ended  June 

30, 1912. 
Table   9.  Customs  operations  at  the  port  of  Cristobal  during  the  fiscal  year  ended 

June  30, 1912. 
Table  10.  Statement  of  distillation  taxes  collected  during  the  fiscal  year  ended 

June  30, 1912. 
Table  11.  Statement  of  collections  on  account  of  saloon  licenses  during  the  fiscal 

year  ended  June  30, 1912. 
Table  12.  Statement  of  land  and  building  rents  collected  during  the  fiscal  year 

ended  June  30, 1912. 
Table  13.  Statement,  by  months,  of  estates  of  deceased  American  employees  admin- 
istered by  the  administrator  of  estates  during  the  fiscal  year  ended 

June  30, 1912. 
Table  14.  Statement  of  number  and  amount  of  postal  savings  accounts  opened  at 

each  post  office  during  the  period,  February  1,  1912,  to  June  30,  1912, 

together  with  number  and  amount  on  hand  June  30, 1912. 
Table  15.  Statement  of  number  and  nationalities  of  postal  savings  depositorB  having 

open  accounts  in  Canal  Zone  post  offices  on  June  30, 1912. 

Appendix  II. 

Table  16.  Authorized  strength  of  division  of  police  and  prisons  June  30, 1912. 

Table  17.  Actual  strength  of  division  of  police  and  prisons  on  June  30, 1904-1912. 

Table  18.  Actual  strength  of  stations  ana  substations  on  June  30, 1912. 

Table  19.  Number  of  arrests^  b}[  fiscal  years,  made  in  the  Canal  Zone  since  the  organ- 
ization of  the  division  of  police  and  prisons. 

Table  20.  Number  of  anests,  by  montLs,  made  during  the  fiscal  year  ended  June  30, 
1912. 
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Table  21.  Statement  of  convictionB  of  peraonB  arrested  during  the  fiacal  year  ended 

June  30, 1912. 
Table  22.  Charges  against  i>eriBons  arrested  during  the  fiscal  year  ended  June  30, 1912. 
Table  23.  Nationality  of  persons  arrested  during  the  fiscal  year  ended  June  30, 191 2. 
Table  24.  Statement  of  arrests,  by  stations,  during  the,fiscal  year  ended  June  30, 1912. 
Table  25.  Occupations  of  persons  arrested  during  the  fiscal  year  ended  June  30, 1912. 
Table  26.  Crimes  committed  by  prisoners  confined  in  the  penitentiary  Jime  30, 1912. 
Table  27.  Occupations  of  prisoners  confined  in  the  penitentiary  June  30, 1912. 
Table  28.  Nationality  of  persons  confined  in  the  penitentiary  June  30, 1912 
Table  29.  Ages  of  prisoners  confined  in  the  penitentiary  June  30, 1912. 
Table  30.  Causes  of  deaUis  investigated  by  the  coroner  during  the  fiscal  year  ended 

June  30, 1912. 
Table  31.  Nationality  of  persons  whose  deaths  were  investigated  by  the  coroner 

during  the  fiscal  year  ended  June  30, 1912. 
Table  32.  Statement  of  accidents  involving  personal  injuries  investigated  during  the 

fiscal  year  ended  June  30, 1912. 

Appendix  III. 

Table  33.  Consumption  of  water,  collections  made,  and  bills  outstanding  for  water 
rents  m  the  city  of  Panama  for  the  fiscal  year  ended  June  30, 1912. 

Table  34.  Consumption  of  water,  collections  made,  and  bills  outstanding  for  water 
rents  m  the  city  of  Colon,  for  the  fiscal  year  ended  June  30, 1912. 

Appendix  IV. 

Table  35.  Monthly  enrollment  and  average  daily  attendance  in  white  and  colored 

schools  during  the  fiscal  year  ended  Jime  30, 1912. 
Table  36.  Total  enrollment,  by  schools,  during  the  fiscal  year  ended  June  30, 1912. 
Table  37.  Enrollment,  by  grades,  during  the  fiscal  year  ended  June  30,  1912. 
Table  38.  Number  of  teachers  employed  in  white  and  colored  schools  and  number 

of  days  of  sickness  of  teacners  during  the  fiscal  year  ended  Jime  30, 1912. 
Table  39.  Statement  of  the  value  of  products  raised  in  school  gardens. 

Appendix  V. 

Table  40.  Revenues  collected  from  July  1, 1911,  to  Jime  30, 1912. 

Table  41.  Expenditures  from  Jul^  1. 1911,  to  June  30, 1912. 

Table  42.  Statement  of  balances  in  tne  Canal  Zone  treasury  on  June  30, 1912. 

Appendix  VI. 

Table  43.  Business  transacted  in  the  supreme  court  of  the  Canal  Zone. 
Table  44.  Business  transacted  in  the  first  circuit  court. 
Table  45.  Business  transacted  in  the  second  circuit  court. 
Table  46.  Business  transacted  in  the  third  circuit  court. 
Table  47.  Business  transacted  in  the  district  court  of  the  district  of  Ancon. 
Table  48.  Business  transacted  in  the  district  court  of  the  district  of  Empire. 
Table  49.  Business  transacted  in  the  district  court  of  the  district  of  Gorgona. 
Table  50.  Business  transacted  in  the  district  court  of  the  district  of  Cristobal. 

Appendix  VII. — Legislation. 

(For  Executive  orders  see  Appendix  T.) 

ORDINANCES. 

1.  Ordinance  enacted  by  the  Isthmian  Canal  Commission,  August  5,  1911,  and 

approved  by  the  Secretary  of  War,  August  22,  1911,  amendi^  section  7  of  the 
oroinance  providing  for  certain  taxes  and  licenses  in  the  Canal  Zone. 

2.  Ordinance  enacted  by  the  Isthmian  Canal  Commission,  August  5^  1911,  and 

approved  h}r  the  Secretary  of  War,  August  22,  1911,  providing  for  night  quaran- 
tme  inspection  of  vessels  at  the  port  of  Colon. 

3.  Ordinance  enacted  by  the  Isthmian  Canal  Commission,  Au^st  5,  1911,  and 

approved  by  the  Secretary  of  War,  August  22,  1911,  establishing  market  regula- 
tions for  Caiial  Zone. 

4.  Ordinance  enacted  by  the  Isthmian  Canal  Commission,  August  5,  1911,  and 

approved  by  the  Secretary  of  War,  August  22,  1911,  providing  for  the  impound- 
ing of  stray  animals. 


DBPABTMENT  OF  CIVIL  ADMINISTBATIOK. 


475 


5.  Ordinance  enacted  by  the  Isthmian  Canal  GommiBsion,  April  9, 1912,  and  approved 
by  the  Secretary  of  War,  May  1,  1912|  amending  section  1  of  the  ordinance 
enacted  by  tiie  commission  on  Aiigust  25,  1910,  providing  for  the  licensing  and 
regulation  of  motor  vehicles  in  the  Ganal  Zone. 

Appendix  VIII. 

Table  51 .  Licenses  issued  by  the  board  of  local  inspectors  during  the  fiscal  year  ended 

June  30, 1912. 
Table  52.  Statement  of  receipts  from  steamboat-inspection  sarvice,  December  1, 1911, 

to  June  30, 1912. 

Appendix  IX. 

Table  53.  Statement  of  fires  during  the  fiscal  year  ended  June  30, 1912. 

Appendix  X. 

Table  54.  Population  of  the  Canal  Zone  classified  by  towns  according  to  the  census 

of  February  1, 1912. 
Table  55.  Total  population  distributed  by  country  of  which  citizen  or  subject,  and 


Appendix  I. — ^Divibion  of  Posts,  Customs  and  Revenues. 

Table  1. — Sale  of  poHage  8tamj)»  and  collecUoTiB  on  account  of  second-class  mail  matter j 

by  months,  during  the  fiscal  year  ended  June  SO,  191 1. 


Month. 


1911. 

July 

August 

September 

October , 

November , 

December , 


First  class. 


tS,010.79 
6,977.00 
7,839.00 
6,601.00 
6,862.00 

10,404.80 


Second 
class. 


80.20 
1.60 
2.23 
16.10 
18.26 
20.04 


Manth. 


1912. 

January 

February 

Mandi 

April 

Miy 

June. 

Total 


First  class. 


87,202.91 
7.826.21 
8,506.00 
6,980.00 
6,436.60 
7,374.00 


87,690.21 


Second 
dass. 


11493 
13.41 
16.38 
12.38 
13.92 
14.79 


144.24 


Table  2. — Letters  and  parcels  registered,  by  offices,  during  the  fical  year  ended  June  SO, 

191t, 


VaoMb  of  post  office. 


Anoon 

Balboa 

Bas  Obispo.., 

*Bohlo 

Corosal 

Cristobal 

Stotion  A 
Station  B 

Culebra 

Empire 

Oatim 

Gorgona 

LasCaacadas. 

Matachin 

Mlraflores 

MoDte  Lirio. . 

Paraiso 

Pedro  Micuel. 

*San  Pablo... 

•TabemlUa... 

Total... 


Domestic 
letters 
reeia- 
tered. 


8,172 

1,006 

864 

17 


6,866 
819 
166 

2,866 

2,866 

1,403 

1,061 

120 

296 

2 

412 

768 

89 

62 


Domestic 
parcels 
regis- 
tered. 


22,477 


1,287 


64 

6 

164 

1,164 

47 

28 


1,206 
733 
366 
468 

20 
46 


166 

229 

4 

26 


6.649 


Foreign 
lettera 
regis- 
tered. 


6,084 

1,400 

424 

101 

642 

11,036 


415 
3,201 
6,967 
6,618 
1,612 
1,369 

190 
1,404 

1,1« 

1,787 

66 

62 


43,823 


Fo 


Foreign 

parceu 

regia- 

tared. 


619 
41 


6 

14 

227 

10 

14 

64 

427 

138 

69 

60 

81 

13 


23 

67 

1 


1,703 


Official 
regis- 
tered 
free. 


16,810 

1,866 

1,073 

66 

2,808 

6,862 

686 

905 

6,826 

17,376 

4,279 

2,785 

2,362 

505 

1,035 

7 

1,144 

2,197 

106 

667 


09,144 


Distri- 
bution 
resia- 
teredfree. 


42 

76 

61 

1 

74 

663 

60 

27 

15 

232 

200 

136 

167 

19 

47 


48 

131 

11 

48 


1,937 


Total. 


26,864 

4,778 

1,976 

186 

4,338 

26,206 

1,401 

1,546 

10,930 

29,074 

14,718 

6,370 

6,447 

886 

2,840 

10 

2,942 

5,169 

216 

735 


145,633 


Post  offices  marked  (*)  were  discontinued  at  close  of  businen  Feb.  13, 1912. 
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Table  3. — Number  of  dispatches  of  mail  from  the  exchanae  office  at  Cristohaly  and  number 
of  pouches,  sacks,  and  registerea  sacks  handled  by  railivay  mml  messengers  during  the 
fiscal  year  ended  June  SO,  1912, 


Month. 


1911. 

July ' 

August 

September 

October 

November 

December 

1912. 

JaQuary 

February 

March 

AprU 

May 

June 

Total 


Pouches. 


3,511 
3,759 
3,763 
4,061 
3,641 
4,422 


3,614 
3,671 
3,597 
3,624 
3,811 
3,674 


45,138 


Sacks. 


1,170 
754 
1,175 
1,157 
1,197 
1,123 


1,225 
1,258 
1,181 
1,242 
1,273 
1,530 


14,285 


Regis- 
tered 
sacks. 


354 

164 
188 
172 
370 
200 


367 
373 
371 
362 
372 
383 


3,676 


Total. 


5,035 
4,677 
6,116 
5,390 
5,206 
5,745 


5,206 
5,302 
5,149 
5,228 
5,456 
5,587 


64,099 


Di»- 
patches. 


90 
100 

07 
102 

05 

92 


110 
109 
102 
108 
114 
107 


1,235 


Table  4. — Destination  of  dispatches  of  mml  by  the  exchange  offijce  at  Cristobal  during  the 

fiscal  year  ended  June  30,  1912. 


Destination. 


New  York,  by  Panama  R.  R.,  U.  F., 
Royal  Mail,  and  Hamburg-Ameri- 
can steamers 

New  Orleans,  La.  (States  mail; 

Jamaica 

Barbados  and  distribution 

Trinidad  and  distribution 

French  lines  Colon-Bordeaux,  Colon- 
St.  Nazaire 

Martinique  via  French  line , 

Antigua 

British  Guiana 


Number  of 
dispatches. 


89 
50 
127 
28 
38 

24 
24 
26 
27 


Destination. 


Dominica 

Grenada 

Montserrat 

Nevis 

St.Kitts 

St.  Lucia 

St.  Vincent 

Colombia 

Port  Limon,  Costa  Rica 
Colon 

Total 


Number  of 
dispatches. 


5 
27 
12 
5 
8 
24 
27 
25 

eo 

000 


1,236 


Table  6. — Money  orders  issued,  by  months,  during  fiscal  year  ended  June  SO,  1912. 


Month. 


1911. 

July 

August 

September.. 

October 

November. . 
December. . 

1912. 

January 

February. . . 

March 

AprU 

May 

June 

Total. 


Orders 
issued. 


16,669 
17,239 
19,408 
18,086 
23,256 
21,269 


18,483 
20,455 
18,447 
17,940 
19,282 
17, 146 


227,680 


On  the 
United 
States.! 


9305,895.68 
319,212.76 
340,976.06 
305,827.83 
370.540.80 
328,98L20 


302,635.93 
346,660.26 
311,604.49 
292,427.19 
319,392.40 
279,362.05 


3,823,517.55 


On  the  Canal 

On  Mar- 

On Costa 

Zone. 

tinique. 

Rica. 

$100,969.73 

$372.50 

$160.00 

100, 110. 13 

611.00 

260.00 

109,328.56 

779.50 

131.90 

110,781.39 

907.61 

60.00 

115,603.22 

636.55 

310.00 

97,800.32 

600.71 

101.25 

101,404.02 

601.75 

160.00 

70,527.49 

1,048.90 

183.00 

63,173.94 

568.25 

259.00 

70,412.07 

643.88 

234.40 

75,159.59 

1,099.60 

234.00 

65,555.28 

644.70 

35.50 

1,080,825.74 

8.604.95 

2,129.05 

Amount. 


$407,397.91 
420,193.80 
451,216.02 
417,576.83 
487,090.57 
427,483.48 


404,801.70 
418,419.65 
375,606.68 
363,717.54 
395,885.59 
345,598.43 


4,915,077.29 


Fees. 


$1,811.04 
1,859.22 
2,039.30 
1.893.06 
2.303.21 
2,051.27 


1,873.79 
1.091.06 
1,790.31 
1,739.76 
1.879.40 
1.657.96 


22,889.90 


1  Includes  orders  drawn  on  foreign  countries,  except  Martinique  and  Costa  Rica. 
Aventge  value  of  orders,  $21.54. 
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Table  6. — Money  orden  paid  and  repaid  during  fiscal  year  ended  June  SO,  1912. 


Month. 


1911. 

July 

August 

September 

October 

Noyember 

December 


Amount. 


9120,600.35 
114,685.16 
131,009.41 
91,942.85 
128,493.32 
113,392.71 


Month. 


1912. 

January 

February 

March 

April 

May 

June 

Total 


Amount. 


t91,134.53 
149,252.67 
104,670.01 
104,963.46 
116,984.32 
86,638.99 


1,354,079.68 


Table  7. — Amount  of  money  orders^  hy  offices^  payable  to  the  remitter  and  dravm  on 

issuing  office,  remmning  unpaid  on  June  SO,  1912. 


Office. 


Amount. 


Anoon 

Balboa 

Baa  Obispo 

Corosal 

Cristobal 

Cristobal,  Station  A. 
Cristobal,  Station  B. 

Culebra 

Empire 


86,414.00 
6,125.00 
9,182.80 

15,895.30 

12,511.40 
2,977.60 
1,663.00 

10,383.70 
7,488.25 


Office. 


Oatun 

Oorgona 

Las  Cascades. 

Matachin 

Miraflores 

Faraiso 

Fedro  Miguel. 


Total. 


Amount. 


147,031.25 

20,096.00 

7,796.76 

3,266.60 

9,568.00 

14,399.00 

19,020.96 


193,817.40 


. — Customs  operations  at  the  port  of  Anoon  during  the  fiscal  year  ended  June  SO, 

1912. 


Table  8 


KationaUty. 


American.. 

Do.... 
British.... 
Feruvian.. 

Do.... 

Chilean 

Norwegian. 


Total. 


Class. 


Steam. 
Sail... 
Steam. 

do. 

Sail... 
Steam. 
do. 


Entering. 


Number. 


121 

5 

124 

45 

1 

26 
5 


Tonnage. 


237,620 

8,606 

205,707 

101,296 

403 

61,049 

14,737 


327 


619,422 


Clearing. 


Number. 


122 
6 

121 

46 
1 

26 
6 


327 


Tonnage. 


239,306 

10,060 

202,739 

103,729 

403 

51,040 

14,737 


622,023 


Number  of  vessels  in  port  from  last  year 

Tonnage  in  port  from  last  year 

N  umber  o  f  vessels  remaini  ng  in  port 

Tonnage  remaining  in  port '. 

Services  to  American  seamen: 

Seamen  shipped 

Seamen  discharged '. 

Seamen  deserted 

Seamen  deceased 

Movement  of  passengers  and  cargo: 

Tons  of  cargo  arriving,  in  transit 

Tons  of  cargo  arriving ,  local 

Number  of  Darreb  of  oil  arriving,  local 

Tons  of  cargo  departing,  in  transit 

Tons  of  cargo  departing,  local 

Fassengers  arriving —  I 

Cabin 4,227 

Steerage 1,926 

Total 

Passengers  departing— 

Cabin.. ..n.T^ 4,062 

Steerage 2,016 

Total 

Services  to  Chinese,  Syrians,  and  Turks: 

Chinese  arriving 

Chinese  transferred  to  other  ships 

Chinese  returned  to  port  of  embarkation 

Chinese  escaped 

Syrians  arriving,  in  transit 

Turks  arriving,  m  transit 


7 
13,126 

7 
10,626 

739 

607 

119 

2 

301,460 

43,621 

1,025,002 

384,161 

330 


6^268 


6,078 

124 
7 
1 
0 
44 
4 
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Table  9. — Customs  operations  at  the  port  of  Cristobal  during  the  fiscal  year  ended  June  SOy 

191t. 


American. . 

Do.... 
British.... 

Do.... 
Norwegian. 

Danish 

Oerman... 
Colombian. 
Panaman*. 


Total. 


Natkmality. 


Class. 


Steam. 
SaU... 

do. 

Steam. 

do. 

do. 

do. 

....do. 
SaU... 


Entering. 


Nmnber. 


100 
1 
1 

00 
70 
4 
8 
1 
6 


284 


Tonnage. 


784,156 


Clearing. 


Nmnber. 


372,300 

09 

700 

1 

27 

1 

210,064 

90 

178,006 

78 

8,651 

4 

6,074 

3 

29 

1 

223 

6 

282 


Tonnage. 


366,106 

700 

27 

210,639 

176,006 

8,661 

6,074 

29 

223 


776,444 


Nomber  of  vessels  in  port  from  last  year 6 

Tonnage  in  port  from  last  year 12,633 

Nmnber  of  vessels  remaining  in  port 

Tonnage  remaining  in  port 

Services  to  American  seamen: 

Seamen  shipped 

Seamen  dlscnargBd 

Seamen  deserted 

Seamen  deceased 

Movement  of  passengers  and  cargo: 

Tons  of  cargo  arriving,  in  transit 189,479 

Tons  of  cargo  arriving,  local 1,026,266 

Tons  of  cargo  departmg,  in  transit 199,790 

Tons  of  cargo  denarting,  local 18,346 

Passengers  arriving: 

Cabin 6,769 

Steerage 839 


7 
21,344 

101 

72 

31 

1 


Total 

Passengers  departing: 

Cabin 6,384 

Steerage 1,063 


e, 


Total. 


6,437 


Table  10. — Distillation  taxes  collected  during  the  fiscal  year  ended  June  SO^  1912, 


Month. 


Nmnber. 


Amomit. 


Licenses: 
July... 
August. 


Total. 


Liters  distilled: 
September. 

October 

November. 
December.. 


January.. 
February. 
March — 

April 

May 

June 


1911. 


1912. 


Liters  distiUed. 
Licenses  issued. 


Total. 


13 

4 


17 


108 
2,788 


72 

421 

10,093 

14,026 

17,920 


46,428 
17 


1476.21 
66.70 


6ia91 


10.80 
278.80 


7.20 

42.10 

1,000.30 

1,403.60 

1,702.00 


4,642.80 
640.91 


6,063.71 


Note.— Under  the  Executive  order  of  June  13,1911,  effective  Sept.  13, 1911.  distillation  taxes  wencoU^M 
«t  the  rate  of  10  cents  fold  per  liter  measqromeot  on  funoqot  oxUquor  distilled. 
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Table  11. — Collections  on  account  of  saloon  licenses  during  fiscal  year  ended  June  SOj 

1912, 


July  1, 1911. 

Jan.  1, 1912. 

t 

Lioenaefl. 

Amount. 

LioeoseB. 

AmAimtf 

Crtotobal 

10 
28 
10 

16,000.00 

16,800.00 

6,000.00 

8 

27 

9 

$4,800.00 

16,200.00 

6,400.00 

Empin. ■■ t --,r 

QoTvonn....    .      r . .,..,.... 

Total 

48 

28,800.00 

44 

26,400.00 

Total  amount,  $66;200. 
Table  12. — Land  and  building  rents  collected  during  the  fiscal  year  ended  June  SO,  191t» 


Month. 


1911. 

Julyi 

August 

September.. 

October 

November.. 
December... 


Lands. 


1668.06 
773.64 
847.70 
651.63 

l,0n.05 
890.52 


Build- 
ingB. 


1281.80 
600.00 
379.00 
401.33 
563.33 
734.34 


Total. 


1944.85 
1,463.54 
1,226.70 
1,062.86 
1,640.38 
1,624.86 


Month. 


1912. 

January 

February.. 

March 

Anril 

May 

June 

Total. 


Lands. 


$1,148.77 
929.18 
418.54 
489.24 
256.58 
306.31 


8,541.01 


BuUd- 
ings. 


$623.00 
532.15 
928.00 
869.50 
743.50 
744.33 


7,490.28 


TotaL 


$1,771.77 
1,461.38 
1,346.54 
1,358.74 
1,000.06 
1,130.64 


16,03L29 


Table  13. — Statement^  by  monthsy  of  estates  of  deceased  American  employees  administered 
by  the  administrator  of  estates  during  the  fiscal  year  ended  June  SO,  1912. 


On  hand  and  unsettled  July  1, 1911 

1911. 

Aogost 

September 

October 

November 

December 

1912. 

January 

February 

Total  under  act  No.  24. 

On  hand  and  unsettled  Mar.  1,1912 

March 

April 

Mi^ 

June 

Total  under  Executive  order  of  Feb.  6, 1912 

Total  lor  year. 

0 

Number  of  estates  remaining  unsettled  June  80, 1912, 96. 


Number 
received. 


8 


5 
2 

1 
2 

4 


5 
1 


28 


9 
14 
49 
80 
87 


130 


158 


Number 
settled. 


8 
1 
1 
8 
5 


2 

4 


19 


1 

1 

11 

28 


41 


60 


Amount 

of  funds 

collected. 


$1,064.86 

591.20 

79.72 

1,010.74 

1,068.99 


694.43 
366.45 


4,860.88 


814.19 
2,221.81 
1,673.40 
2,019.19 


6,728.18 


11,588.56 


480 


BBPOBT  ISTHMIAN  CANAL  COMMISSION. 


TABLk  14. — Number  and  amount  of  postaUsavings  aeoountt  opened  at  each  poet  office 
during  the  period  Feb.  1, 191tf  to  June  30 ^  IBlt^  together  with  number  and  oToount  on 
hand  June  SO,  1912. 


OiBoe. 


Adooh 

Balboa 

BasObiBpo... 

Corosal 

Cristobal 

Station  A. 

StattonB. 

ColsbxB 

Smpire  ••.... 

Oaton 

(}oi*goiia 

LasCaacadas. 

Matachin 

lOxaflores***. 

Paraiflo 

Fadroldgael. 

Total... 


Total 
nmnber 

of 
acooonts 
opened. 


375 
352 

15 
194 
186 

17 

33 
367 
223 
246 
429 
260 

49 
231 
113 
521 


3,518 


Number 
remains 
Ingopen 
on  Jane 
30,1912. 


190 
209 

10 
155 
126 

10 

22 
266 
143 
171 
208 
167 

36 
172 

76 
362 


2,402 


Value  of 

certUlcates 

taaed. 


S31,17L0O 

46,646.00 

3,426.00 

46,379.00 

41,274.00 

8,278w00 

3,980.00 

52.643.00 

40,200.00 

54,835.00 

100.967.00 

47,948.00 

3.446.00 

23,514.00 

30.816.00 

80,368.00 


600,80&Q0 


Value  Of 

certlflcates 

paid. 


$14,131.00 

19,731.00 

575.00 

10,030iOO 

16,944.00 

8^.00 

1,336.00 

33,872L00 

9,337.00 

21.221.00 

44,156w00 

23.54&00 

1,038.00 

6,881.00 

9,276.00 

32,018.00 


243,96L00 


deporit. 


817,630.00 
37.295.00 

1,775.00 
29,544.00 
25,230.00 

2,34L00 

2,514.00 
37,375.00 
30,942.00 
33,119.00 
56,354.00 
24,430.00 

3, 41a.  00 
16,753.00 

ii,6faoo 

47,977.00 


856,947.00 


Table  15. — Number  and  natUmalUies  of  postal-savinge  depotitore  having  open  aeoounU 

in  Canal  Zone  poet  offices  on  June  SO,  1912. 


NationaUty. 


Aostxla. 

Canada 

Chile 

China 

Colombia , 

Denmark 

Ecoador 

Endand , 

Fixuand , 

Franoe 

Germany 

Oreece 

Ooadelonpe , 

Hondnras 

Hungary 

India 

Ireland , 

Italy , 

Mexico 

Panama 

Peru 

Porto  Rioo 

Portagal 

Rnssla 

Spain 

Sweden.. 

Swltferland 

United  States 

Venesoela 

West  Indies 

Total 


g 

< 


72 

lis' 

190 


i 

"a 
n 


3 
1 


2 
5 


2 

1 

13 


1 

2 

29 


76 
209 


I 

O 

a 


8 


10 


1 
2 


2 
3 
1 

115 
1 

27 

155 


I 


1 
3 


6 
1 
1 


1 
1 

47 
1 

63' 

m 


107 

i7 

126 


8 


10 


7 
i3 
22 


a 


65 

69' 

143 


I 

O 


11 
1 


1 
2 
1 

136' 

ie 

171 


I 


236 

60 

29S 


34 


49< 

167 


1 
6 

29 

36 


3 
Z 

"i 

2 


31 

2 
64' 

'*8 

65' 

172 


51 
22' 

76 


1 
1 


3 
6 


12 
1 

2 

1 

3 

1 

50 


06 

iss' 

362 


S 
5 

1 
1 
5 

1 

3 

17 

2 

6 

11 

19 

2 

1 

2 

6 

1 


2,402 
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Appendix  II. — Division  of  Pouce  and  Prisons. 
Table  16. — Authorized  atrength  of  division  of  police  and  prisonSy  June  SO,  1912. 


Offlcial  title. 


Ch  lef  of  police 

Assistant  chief  of  police 

Inspectors 

Lieutenants 

Sergeants 

Do 

Corporala 

FirstKslass  poUoemen 

Do 

First-class  i>oliceman(special) . 
Firs^class  policemen 


Number. 


1 
1 
2 
4 

4 
4 
10 
10 
40 
30 
1 
30 


Salary. 


\ 

ii 


000 
300 
100 
820 
890 
710 
500 
470 
290 
200 
200 
060 


Offldal  tiae. 


Ffrst^slass  policemen 

Policemen 

Do 

Do 

Senloi  clerk 

Clerk 

Do 

Ctarks 

Total    authorised 
stieogth  of  division . . 


Number. 


16 

11 

40 

65 

1 

1 

1 

2 


274 


Salary. 


060 

600 

540 

480 

2,100 

1,800 

1,650 

1,500 


Table  17. — Actual  strength  of  division  of  police  and  prisons  on  June  SOy  1904^191t. 


OfQdal  title. 

1904 

1005 

1906 

1907 

1908 

1909 

1910 

1911 

1912 

Chief  of  iwlice 

1 

1 

1 

1 

1 
1 

1 
1 

1 

Assistant  chi«f  of  pnlifiB-  ^ 

1 

Chief  clerk 

1 

1 

1 

1 

Senior  derk 

1 
4 

1 
4 

1 

Clerks 

1 

4 

8 
,1 

5 

4 

Copyist 

InsDectors . 

2 

2 

2 

First  liflxitmant 

1 

I 

. . .  w . 

1 

1 

1 
1 

Tiifliitenants 

4 

4 

4 

First-ola*n  m^mants ..... 

4 

4 

3 

16 

08 

9 

15 

23 

155 

13 
50 
90 

Semants , .  r .  r , 

6 
2 

10 

18 

108 

03 

11 

18 

117 

96 

1 
1 

8 

20 

112 

111 

8 

20 

114 

115 

ft 

Comorals.  ......,,ttt» t-r , », 

19 

Fint-cla'W  Doliceraen 

114 

Policemen 

75 

107 

Ensineer .  police  launch 

•"*""" 

1 

Total 

86 

132 

220 

184 

242 

253 

264 

270 

261 

Table  18. — Actual  strength  of  stations  and  substations  on  June  SOy  1912. 


Station. 

Strength. 

Station. 

Strength. 

Headqnartem 

10 
8 

Oowona. 

14 

DetectiTe  force 

"fees  Obispo 

4 

Mataohin 

4 

18 

Fr^olee 

1 

Cristobal 

Ancon 

33 

1 

19 
2 
4 
5 
5 

23 

Nam  Tffland.                ... 

Balboa 

40 

Babanas 

Monte  Lirio 

1 

Corotal 

Oatun 

23 

Miraflores 

Mount  Hope 

5 

Pedro  liignel 

Toro  Poln{ 

3 

Porto  Bello 

3 

60 

Quarantine  Htatlon 

1 

Penitentiary 

Empiiv  •••.•......••...••..■••........ 

27 
3 
1 

14 
5 

76 

l*Aratim 

Cucanusha 

25 

OlllllbTA 

Total 

Las  Cascadas 

261 

50 

«1012'— 12 31 
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-Number  ofarreata^  byjiscal  yearSy  made  in  the  Canal  Zone  Hnee  organization 

of  division  oj  police  and  prisons. 


Period. 

AzvBsts. 

Period. 

Airesls. 

Jnne  2. 1904.  to  June  30. 1906 

2,130 
3,748 
6,831 
6,075 
6,275 

July  1. 1900.  to  June  30. 1910 

6,947 
5,959 
7,055 

July  1. 1905.  to  June  30. 1906 

July  1, 1910.  to  Juzie  30. 1911 

July  1. 1906.' to  June  30. 1907 

July  1. 1911,  to  June  30. 1912 

Jnlv  1  1907.  to  June  30. 1908 

Total 

July  1. 1906.  to  June  30, 1900 

44,030 

Table  20. — Number  of  arrests,  by  months,  made  during  fiscal  year  ended  June  30,  1912, 


Ifonth. 


1911. 

July 

August 

September 

October 

Noyember 

Deoember 

1912. 
January 


Arrests. 


561 
548 
592 
629 
636 
538 


672 


Month. 


1912. 

February 

March 

April 

May 

June 

Total 

Arrests  with  warrant. . . 
Arrests  without  warrant 


Arrests. 


622 
639 
641 
681 
496 


7,055 
2,066 
4,999 


Table  21. — Statement  of  convictions  of  persons  arrested  during  fiscal  year  ended  June  JO, 

1912. 


Month. 


1911. 

July 

August 

September 

October 

November 

Deoember 


Total 
arrested. 


561 
548 
592 
629 
536 
638 


Convlo- 
tions. 


442 
421 
470 
511 
417 
415 


Month. 


1912. 

January 

February 

March 

AprU... 

May 

June 

Total 


total 
arrested. 


672 
622 
639 
641 
681 
496 


7,055 


Gonvlo- 
tJons. 


462 
501 
487 
511 
554 
379 


6,570 
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Tablb  22. — Charges  against  persons  arrested  during  the  fiscal  year  ended  June  50, 191i, 


Offense. 


I. 


Alwndoniog  child 

Aocessory  to  larceny 

Adultery 

Aiding  and  abetting  unlaw- 
ful practice  of  midwifery. . . 

Aidh^  and  abetting  in  rape. . 

Aiding  and  abetting  in  com- 
mission of  a  misdemeanor. . 

Aiding  and  abetting  in  as- 
sault with  deadly  weapon. . 

Aiding  in  escape  of  prisonerB. . 

Anon 

Assault 

Assault  and  battery 

Assault  with  attempt  to  com- 
mit murder 

Assault  with  deadly  weapon. . 

Assault  with  means  likely  to 
produce  great  bodily  harm. 

Attempt  to  commit  crime 
against  nature 

Attempted  burglary 

Attempted  larceny 

Attempted  robbery 

Attempt  to  commit  npe 

Attempt  to  defraud 

Battery 

Bigamy 

Bribery 

Bringing  stolen  property  Into 
the  Canal  Zone - 

Burglary 

Carrying  concealed  weapons. . 

Causing  false  arrest 

Challenkittg  to  fight  a  duel — 

Civil  order  of  arrest 

Compounding  a  crime 

Contempt  of  court 

Crime  against  nature 

Cruelty  to  animals 

Cruelty  to  children 

Defamation  of  character 

Defilement 

Desertion  from  United  States 
Army 

Desertion  from  United  States 
Navy 

Desertion  from  merchant 
ship 

Detained  for  deportation 

Detained  for  investigation 

Detained  as  witness 

Disorderly  conduct 

Disturbing  the  peace 

Embezzlement 

Escaping  from  Jail 

Exhinlting  weapons  in  a 
threatening  manner 

Extradition 

Falsifying  evidence 

False  personation 

False  imprisonment 

Fighting 

Forgery 

Fraud 

Gambling 

Grand  larceny 

Having  firearms  without  per* 
mlt 

Having  stolen  property  in 
possession 

Hunting  at  night  with  a  light. 

Indecent  exposure 

Insanity 

Interiering  with  an  officer 


ICale. 


1 
4 
5 


2 
2 

4 

45 

M7 

6 

66 


5 
1 
6 
2 
8 
58 
137 
1 
1 

8 

78 

77 

3 

1 

6 

1 

63 

1 

62 

3 


1 

1 

16 

11 

1 

1 

967 

800 

67 

6 

5 

4 

3 

7 

1 

72 

11 

85 

83 

147 


1 

1 

21 

13 

18 


Fe- 
male. 


2 


1 
2 

86 


6 
9 
1 


2 
4 


3 


9 
'2 

i 


1 
no 

172 
6 


3 
5 


Total. 


3 

4 
10 

1 
1 


2 

2 

5 

47 

633 

5 

67 


6 
1 
6 
2 
8 
64 
146 
2 
1 

10 

82 

77 

6 

1 

6 

1 

72 

1 

64 

3 

1 

1 

1 

1 

15 

12 

1 

2 

1,0T7 

972 

72 

5 

5 
4 

3 

7 

1 

74 

11 

88 

83 

152 


1 

1 

21 

14 

18 


Offense. 


Intoxication 

Intoxication  and  disorderly 
conduct 

Keeping  disorderly  house 

Lewd  and  lascivious  cohabi- 
tation  

Libel 

Loitering 

Malicious  mischief 

Maltreating  prisoner 

Manslaughter 

Mayhem 

Murder 

Nonsupport 

Obscene  and  indecent  lan- 


giage 
true  ting  traffic. 


Obtaining  money  by  false 
pretenses 

Obtaining  property  by  false 
pretenses 

Peilury 

Petit  larceny 

Posting  advertising  device  on 
buildings  without  author- 
ity  

Practicing  midwifery  with- 
out a  license 

Promoting  cock  fights 

ProAitution 

Rape 

Receiving  stolen  property — 

Residing  in  a  house  devoted 
to  lewdness 

Returning  to  Canal  Zone  after 
being  deported  therefrom. . 

Robbery 

Straggling  from  United  States 
military  organisations 

Subordination  of  perjury 

Threats 

Trespass 

Trespassing  on  railroad  train. 

Unlawftillv  occupying  land 
after  being  evicted  there- 
from  

Uttering  a  fftlse  and  forged 
instrument 

Vagrancy 

Violating  automobile  regula- 
tions  

Violating  bic3rcle  regulations. 

Violating  building  regula- 
tions  

Violating  coach  tariff  regula- 
tions  

Violating  impounding  ordi- 
nance  

Violating  license  regulations. . 

Violating  liquor  regulations.. 

Violating  lottery  laws 

Violating  navigation  laws 

Violating  postal  regulations.. 

Violating  quarantine  regula- 
tions  

Violating  revenue  laws 

Violating  sanitary  regula- 
tions  

Violating  tax  regulations 

Violating  water  regulations... 

Violating  whlte-slave-traffio 
act 


Male. 


439 

402 
1 

47 

5 

308 

92 
1 
4 
3 
3 

54 

10 
1 


1 

4 
406 


6 


8 
3 


5 
6 

19 

1 

3 

54 

209 


1 
289 

6 
93 

51 

63 

166 
96 
32 

3 
28 

6 

1 

7 

291 
2 
3 


Total 6,792 


Fe. 
male. 


15 
10 

44 


13 
3 


3 


1 

10 


2 
'3 


23 


3 


5 
1 
3 


3 
32 


619 


Total. 


444 

417 
11 

91 

5 

321 

95 
1 
4 

4. 
3 

I 
13 
1 


1 
6 

416 


2 

6 
3 
8 
3 


6 

6 

19 
1 
3 

54 

210 


1 
312 

6 
93 

54 

63 

171 

97 

35 

3 


1 
10 

328 
2 
8 


7,411 
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Tablb  23. — NatianaUty  of  persons  arrested  during  fiscal  year  ended  June  SO^  191  f. 


KatlonaUty. 


Anbla 

Argentine  Republic 

Anstiia 

Bolivia 

Chile 

China 1) 

Colombia.  •••• 

Costa  Rica 

Cuba 

Denmark 

St.  Thomas 

Ecuador 

Egypt 

France 

Algeria 

French  Quiana 

Tunis 

French  West  Indies: 

Guadeloupe 

Martinique 

8t.  Martins 

Germany 

Great  Britain: 

Australia 

British  Guiana 

British  South  Africa. 
British  West  Africa . . 

Canada 

Enjdand 

In<fla 

Ireland 

NewZe^and 

Scotland 

Wales 

British  West  Indies: 

Abaco 

Andros  Island... 

Antigua 

Barbados 

Bermuda 

Cat  Island 

Dominica 

Fortune  Island... 
Grenada 


Number. 


4 

5 

9 

3 

38 

107 

347 

22 

14 

2 

8 

16 

4 

33 

1 

6 

3 

78 

326 

3 

28 

3 

66 
1 
3 

13 

47 

56 

•37 

1 

9 

1 

1 

2 

125 

1,578 

5 

2 

16 

83 

93 


Nationality. 


Great  Britain— Continued. 

BrlUah  West  Indies— Continued. 

Inagua 

Jamaica 

Long  Island 

Montserrat 

Kevls  Island 

New  Providence 

BtKitts 

6t  Lucia 

St  Vincent 

Trinidad 

Turk  Island 

Virgin  Island 

Watting  Island 

Greece 

Guatemala 

Haiti 

Holland 

Dutch  Guiana 

Dutch  West  Indies 

Honduras 

Italy 

Japan 

Mexico 

Nicaragua 

Norway 

Panama 

Peru 

Portugal 

Russia 

Finland 

Spain 

C/anary  Islands 

Sweden 

Switzerland 

Turkey 

Armenia , 

Syria 

United  States 

Philippine  Islands 

Porto  Rico 

Venezuela , 

Total 


Number. 


2 

1.275 

7 

54 

11 

54 

31 

118 

44 

161 

12 

1 

9 

106 

3 

21 

3 

1 

1 

8 

106 

2 

39 

27 

18 

534 

97 

16 

3 

10 

538 

1 

14 
3 
1 
1 

10 

617 

2 

10 

12 


7,066 


Table  24. — Arrests ^  by  stations,  during  (he  fiscal  year  ended  June  SO,  191 1. 


• 

1911 

1912 

TotaL 

July. 

Aug. 

Sept. 

Oct. 

Nov. 

Dec. 

Jan. 

Feb. 

Mar. 

Apr. 

May. 

June. 

Ancon. .  r  -  t 

te 

46 

68 

69 

70 

36 

70 

72 

68 

64 
10 
33 
2 
21 
30 
50 
109 
21 
29 
25 
45 
14 
13 

A9 

1 

35 

3 

15 

36 

47 

138 

10 

38 

13 

60 

8 

36 

76 
3 
6 

"is* 

36 

27 

101 

9 
26 
11 
35 
12 

7 

756 

Naos  Island 

14 

Balboa 

17 

22 

16 
38 
74 
19 
26 

44 

20 

2 

15 

15 

29 

134 

10 

44 

10 

37 

7 

5 

7 

8 

46 

2 

5 

34 

31 

96 

15 

59 

29 

30 

18 

15 

5 

6 

26 

2 

8 

28 

29 

80 

18 

24 

10 

46 

22 

6 

2 

6 

24 
7 
11 
13 
27 
96 
23 
33 
7 
32 
12 
14 

21 

7 

6 

26 

35 

104 

19 

20 

20 

51 

9 

12 

22 

4 

9 

18 

32 

127 

21 

37 

13 

43 

20 

12 

54 

9 

19 

18 

39 

114 

28 

25 

20 

42 

14 

5 

226 

Las  Sabanas 

38 

Corozal 

10 
17 
32 
88 
11 
26 
11 
27 
11 
19 
2 
4 

143 

Miraflores 

Pedro  Miguel 

Empire 

277 

425 

1,361 

304 

Y^araiso 

Culebra 

387 

lAsCascadas 

GorKona 

176 
401 

Bas  Obispo 

Matachin 

San  Pablo 

164 

138 
17 

TftbprnlllR^ 

6 

33 

Frijoles 

3 
83 

3 

Cristobal 

87 
7 
1 
120 
2 
4 
7 

110 

90 

14 

2 

8 

81 

4 

76 
9 

64 
4 

1 
76 

4 
4 
7 

94 
4 

'■'so* 

7 

4 
8 

89 
8 

1 

54 
12 

4 
9 

92 

87 

75 

61 

906 

Bohio 

36 

Monte  Lirlo 

1 

71 
7 

1 
S 

6 

Gatim ,  T 

87 

10 

2 

7 

65 

10 

3 

6 

60 
18 

4 
14 

60 

30 

8 

14 

67 

16 

S 

8 

78 

17 

8 

11 

908 

Mount  Hope.... 

Toro  Point 

Porto  Bello 

181 

41 

101 

^otal 

661 

548 

692 

639 

636 

638 

673 

622 

639 

611 

081 

«6 

7,068 
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Tabls  25. — Occupations  of  perwM  arrested  during  the  fiscal  year  ended  June  SO,  1912. 


OocupatioiL 


Agents 

Attorneys 

Bakers 

Barbers 

Bartenders 

Blacksmiths 

Blacksmiths' helpers 

Boatmen 

Boilermakers 

Boilermakers'  helper 

Bootblacks 

Brakemen 

Bricklayers 

Broker 

Butchers 

Carpenters 

Car  repairers 

Chauffeurs 

Checkers. ., 

Chefs 

Cigarmakers. 

Clerks 

Coal  passers f 

Coachmen 

Collectors 

Conductors 

Contractors 

Cooks 

Cooper 

Cranemen 

DenUst ! 

Distillers 

Dishwashers.  ^ 

Diver 

Domestics 

Dredgemen 

Dressmakers 

Drillmen 

Druggist 

E  lectricians 

Electricians'  helper 

E  ngineers 

Farmers 

Firemen 

Fishermen 

F  lagmen 

Foremen 

Gardeners 

Goldsmith '. 

Uamess-makers 

H  oetlers 

Hotel  keeper 

Ironworkers , 

Inspectors 

Janitors 

Jewelers 

Jockey 

Laborers 

Laundresses , 

Laundryman 

Linemen 

Liverymen , 

Machinists , 

Machinists' helpers 

Managers 

MantUBcturers 


Number. 


6 
4 

54 

11 

11 

25 
2 
6 

23 
1 
5 
187 
3 
1 

22 
188 
6 
4 
4 
2 
2 

05 

6 

124 

6 

16 
4 

63 
1 

10 
1 
2 
3 
1 
470 
1 

16 

13 
1 
6 
1 

59 
306 
141 

19 
7 
129 
3 
1 
6 

14 
1 

16 
5 

19 

2 

1 

3,293 

41 
1 
7 
5 

50 
5 
3 
2 


Occupation. 


Marines 

TtfiMftna 

Mayor 

Merchants 

Messmen 

Messengers 

Midwife 

Miners 

Molders 

Musicians 

No  occupation 

Nurses 

Oilers 

Orderlies 

Painters 

Pantrymen 

Peddlers 

Photographer 

Physicians 

PipBfltters 

Pitmen 

Plumbers 

Policemen 

Porters 

Postmasters 

Powdermen 

Printers 

Prostitutes 

Pumpman 

Quartormasters 

Real-estate  operators 
Restaurant  keepers.. 

Riggers 

Riveters 

Sailors 

Salesmen 

Saloonkeepers 

School  teacher 

Servant 

Ships' of&oers 

Shoemakers 

Silversmith 

Soldiers 

Steam  fitters 

Stewards 

Stonecutter 

Storekeepers 

Superintendents 

Swlteh  tenders 

Taik>rs 

Teamsters 

Telegraph  operators. 
Telephone  operator.. 

Timekeepers 

Towerman 

Trainmen 

Waiters 

Washerwomen 

Watehmakers 

Watehmen 

Waterboys 

Winchmen 

Yardmasters 

Total 


Number. 


28 

8 

1 

183 

8 

20 
1 
2 
5 
4 
413 
2 

15 
2 

22 
2 

24 
1 
3 

19 
2 
8 
9 
7 
1 
9 
2 
6 
1 
4 

12 

19 
8 

12 
145 

15 

12 
1 
1 

16 

88 
1 

45 
2 

11 
1 
8 
2 

68 

50 

101 

3 

1 

12 
1 
5 

46 
2 
2 

30 

28 
4 
2 


7,065 
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Table  26. — Crimes  commitUd  by  priaoners  txmfined  in  the  peniUntiary  June  SO,  191t, 


Crimes. 


Aoceesory  to  grand  larceny 

Aiding  prlfloner  to  escape  tNon  peniten- 
tiary  

Arson  (second  degree) 

Assault  with  deadly  weapon 

Assault  with  intent  to  kill 

Assault  with  intent  to  commit  crime 
against  nature 

Assault  with  means  likely  to  produce 
great  bodily  harm 

Assault  with  intent  to  commit  rape 

Bribery 

Burglary 

Buzidary: 

First  deeree 

Second  degree 

Crime  against  nature 


Number. 


1 
1 

10 
2 


1 

1 

1 

21 

6 

10 

2 


Crimes. 


Embesdement 

Forgery 

Grand  larceny 

Manslaughter 

Manslaughter  (voluntary) 

Murder: 

Firet  d^ree 

Second  degree 

Rape 

Returning  to  CTanal  Zone  after  being  de- 
ported therefrom 

Robbery 

Violating  white-slave  trafRo  act 

Uttering  a  fcUse  Instrument 

Total 


Nmnber. 


7 
7 
41 
8 
3 

1 
5 

4 

1 
1 
3 
1 


141 


Table  21  .—Occwpationa  of  prisoners  confined  in  the  penitentiary  June  SO,  1912. 


Occupation. 

Number. 

Baker 

1 
1 
1 
8 
6 
1 
1 
6 
1 
1 
4 
1 
3 

12 
5 
1 
1 

46 
1 
2 
1 
4 

Bartender 

Blacksmith 

Brakemen 

Carpenters 

Chauffeur 

Cigar  maker 

Clerks 

Conductor 

Contractor 

Cooks 

Domestic 

Drill  men 

Farmers 

Flagman „ 

Foreman.  ........■.......■•••■•••.-••••• 

Laborers 

Mnohinti?t 

Masons , . ,  r ,  r 

Miner 

No  oocunation 

Occupation. 


Painter 

Photographer 

Pipe  fTtters 

Pipe  fitters'  helper . . .  * 

Powder  men 

Restaurant  keeper 

Riveter 

Sailors 

Salesman 

Saloon  keeper 

Shoemaker 

Stevedore 

Steward 

Storekeeper 

Survevors 

Switcnmen 

Teamsters 

Timekeepers 

Walters 

Water  boy 

Total 


Number. 


a 

3 
2 
8 
3 
1 


141 


Table  28. — Nationality  of  persons  confined  in  the  penitentiary  June  SO,  1912. 


Nationality. 


Argentina 

Chile 

Colombia 

(}ostaRica 

Ecuador 

Fnmce 

Algeria 

French  West  Indies- 
Martinique 

Germany 

Great  Britain: 

Ireland 

British  Guiana 

British  West  Indies- 
Antigua 

Barbados 

Bermuda 

Grenada 

Jamaica 

New  Providence. . 


Number. 


1 
2 
8 
1 
1 
2 
1 

3 
1 

1 
6 

3 
31 

1 

3 
22 

1 


Nationality. 


Great  Britain— Continued. 

British  West  Indies— Continued 

StKltts 

St.  Lucia 

Trinidad 

Italy 

Mexico 

Nicaragua 

Panama 

Peru 

Russia: 

Finland 

Spain 

Swltserland 

Turkey 

United  States 

Venezuela 

Total 


Nmnber. 


2 
1 
5 
1 
1 
I 

18 
3 

1 
7 
1 
1 
11 
1 


141 
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Table  29. — Ages  of  prisoners  confined  in  penitentiary ,  June  30 1 1912. 


Agfi, 


10  to 
15  to 
20  to 
90  to 
40  to 
Mto 
60  to 


ISyeazs. 
20  yean. 
30  yean. 
40  yean. 
50  yean. 
60  yean. 
70  yean. 

Total.. 


Black. 


4 

12 

72 

21 

4 

2 

1 


116 


White. 


6 
7 
3 
1 


17 


White 
American. 


2 

4 
2 


8 


Total. 


4 

12 

80 

82 

0 

8 

1 


141 


Age  of  youngest  prisoner yean..    10 

Ace  of  oldest  prisoner do 04 

Aue  to  read  and  write 102 

Unable  to  read  or  write 80 

Tablb  30. — Causes  of  deaths  investigated  hy  the  coroner  during  fiscal  year  ended  June  30, 

1912. 


i- 


Causes  of  death. 


Angina  pectoris 

Bums , 

Drowning 

Drowning,  accidental. . . , 

Dynamite  explosion 

Electrocution,  accidental 

Hemorrhage , 

Homicide 

Natural  causes 


Number. 


1 
2 
1 

29 
6 
5 
1 
9 
4 


Causes  of  death. 


Poisoning 

Railroad  accidents 

Shot  (accidentally  or  with  suicidal  in- 
tent)  

Suicide 

Traumatism,  accidental 

Unknown 

Total 


Number. 


1 
53 

2 
10 
45 

1 


170 


Tablb  31. — Nationality  of  persons  whose  deaths  were  investigated  by  the  coroner  during 

tM  fiscal  year  ended  June  30, 1912, 


Nationality. 

Number. 

NatlonaUty. 

Number. 

Austria 

1 
7 

1 

t 
9 

1 

1  : 
2, 

5 
27 

2 
34 

2 
6 
3 

1 
1 

• 
Greece 

2 

Colombia 

Haiti 

1 

Kcnador ^ ..  ^  ^ ........ . 

Holland: 

Dutch  West  Indies 

Fiance: 

1 

Guadeloupe 

Italy 

a 

Martinique  .  x ..  ..i .....  x..  .4 ...... . 

Ndway 

1 

Great  Britam: 

Panama ^ 

17 

Canada 

Peru 

a 

England 

PorttiffAl , , , . , 

8 

India 

Salvaaor 

1 

British  West  Indies- 

Spain 

18 

Antigua 

United  States 

18 

Barbados 

Unknown 

2 

Grenada 

Total 

170 

Montserrat 

St.  Lucia 

Trinidad 

Watllng  Island 
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Tabls  32. — Statement  of  aeddenta  involving  penonal  injurie$  investigated  during  the 

fiical  year  ended  June  SO,  19 li. 


NationaUty. 


Austria 

Belgium 

Colombia 

Costa  Rioa 

Cuba. 

Denmark, St  Thomas.. 

Ecuador 

Fxanoe 

French  West  Indies- 
Guadeloupe..... 

Martinique 

Germany 

Great  Britain: 

British  Guiana. 

Canada 

England 

India.. 

Irdand 

British  West  Indies- 
Antigua. 

Barbados 

Dominica 

Fortune  lalaod.. 

Grenada 

Jamaica. 

Montserrat 

New  ProTidmce, 


Number. 


1 
2 
18 
1 
1 
1 
2 
4 

9 

38 

3 

6 
3 
3 
0 
1 

25 

154 

1 

6 

16 

181 

16 

5 


Nationality. 


Number. 


Great  Britain— Continued. 

British  West  Indies^-Continued 

Nevis  Island 

StKltts 

Bt.  Luda 

St  Vincent 

Trinidad 

Turk  Island 

Watling  Island 

Greece 

Holland,  Dutch  West  Indies 

Haiti. 

Italy 

Mexico 

Norway 

Panania. 

Peru 

Portugal 

Russia 

Spain 

Turkey 

United  States 

Porto  Rico ,. 

Unknown. 

Total 


1 
2 

16 
9 
6 
3 
2 

20 
1 
2 

17 
3 
1 

65 
7 
6 
1 

60 

1 

131 

6 

1 


864 


Of  the  above  oases  503  were  Isthmian  Canal  Commission  employees,  160  Panama  R.  R.  Co.  employees, 
and  111  nonemployees. 

Appendix  III. — Division  of  Public  Works. 

Table  33. — Consumption  of  water,  collections  made  in  the  city  ofPanoTnafor  the  fiscal 

year  ended  June  30, 191t. 


Quarter  ending- 


Sept.  30, 1011. 
Dec.  31, 1011.. 
Mar.  31, 1912.  . 
June  30, 1912.. 


Total  for  year. 


Paying 

conneo- 

tlons. 


1,807 
1.849 
1,012 
1,052 


Consumption  per  quarter. 


Private. 


OaOom. 

80,508,000 

80,607,500 

100,224,781 

100,031,215 


380,361,406 


Public  hy- 
drants and 
taps. 


Gittofu. 

38,060,257 

42,355,016 

20,580,353 

21,307,831 


131,402,477 


Total. 


Oattont. 
127,667,257 
131,062,516 
129,805,134 
122,32),  066 


511,763,073 


Daily 

average 

ooosump> 

tion. 


OaOont. 
1.387,687 
1,434,375 
1,410,024 
1,344,275 


1,394,315 


Quarter  ending— 


Sept.  30, 1011 

Dec.  31, 1011 

Mar.  31, 1012 

June  30, 1012 

Total  for  year 


Amount 
rv7llocted 
from  pri- 
vate con- 
sumers. 


121,140.30 
23,284.55 
23,067.90 

t25,436.25 


02,028.00 


Amount 
paid  by 
Fanaman 
Govern- 
ment. 


S831.66 


831.65 


Total 

revenue 

as  per 

agreement. 


821,080.06 
23,284.55 
23,067.00 

S25,436.2S 


03,750.65 


Average 
consump- 
tion per 
private  oon- 
nection  per 
quarter. 


OdUont. 
40,583 
48,462 
52,418 
51,706 


202,160 


Average 

prlvara 

quarterly 

bUl. 


$12.01 
12.38 
13.26 
13.03 


61.58 


Cost  per 
hydrant. 


$8.40 


8.40 


i  Surplus  for  quarter. 


t  Net  amount  of  bills. 
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Table  34. — Ckyrmanption  ofwaUr  and  collections  made  in  the  eUy  of  Colon  for  the  fiscal 

year  ended  June  SO,  1912. 


Quarter  ending- 


Sept.  30, 1911. 
Dec.  81, 1011.. 
Mar.  31, 1912., 
June  30, 1912. 


Total  for  year. 


Pay- 
ing 
oonne(V 
tions. 


676 
618 
666 
701 


Consumption  per  quarter. 


Private. 


38,655,000 
40,877,600 
44,026,600 
41,842,000 


165|402,800 


Panama 
R.R. 

reservfr* 
tion. 


QqHow. 

8,621,400 

8,541,350 

8,036,000 

6,040,300 


32,130,050 


Isthmian 

Canal 

Conunlssion 

hospital 

and 

quarantine 

station. 


QalUmt. 

4,647,000 

5,330,250 

3,687,750 

4,126,500 


17,701,500 


PubUo 
hydrants 
and  taps. 


CMlona. 
33,422,000 
38,108,360 
50,385,675 
70,058,125 


101,075,060 


Total. 


ChtOona. 

85,347,200 

02,857,460 

107,036,825 

122,067,825 


407,300,310 


Average 
dally  con- 
sumption. 


027,686 
1,000,320 
1,176,228 
1,341,404 


1,113,660 


Quarter  ending— 

Amount 
collected 

ftom 
private 

con- 
sumers. 

Amount 

collected 

fnm 

R.R. 

Amount 
collected 

from 
Isthmian 
Canal 
Com- 
mission. 

Amount 

paid  or 

to  be 

paid  by 

Total 
revenue 

per 
quarter. 

Average 
consump- 
tion 

private 

con- 
nection. 

Average 

private 

quar- 

teriy  bill. 

Cost 

hydrant. 

Govern- 
ment. 

Sept.  30, 1011 

Dec.  31, 1011 

Mar.  31, 1012 

June  30, 1012 

114,702.25 
15,467.45 
16,573.80 

116,836.00 

12,436.30 
2,586.60 
2,521.80 
2,681.40 

61,260.30 
1,304.40 
1,500.30 
1,106.40 

$4,020.24 

3,660.48 

3,244.30 

(») 

$22,527.00 
23,107.93 
23,080.20 
20,623.80 

OoXUnu. 
67,227 
66,144 
66,105 
50,600 

$26.81 
26.60 
26.55 
24.01 

$47.06 
43.66 
38.63 

0) 

Total  for  year. 

63,660.50 

10,236.10 

5,360.40 

10,043.11 

00,106.11 

250,166 

104.06 

130.24 

1  Net  amount  of  bills  for  quarter. 

Appendix  IV. — Division  op  Schools. 

Table  35. — Monthly  enrollment  and  average  daily  attendance. 


1011. 

October 

November 

December 

1012. 

January 

February 

March 

AorU 

May 

June 


White  schools. 


Monthly 
enroll- 
ment. 


1,174 
1,262 
1,354 


1,417 
1,445 
1,477 
1,505 
1,534 
1,556 


Average 
daily 

attend- 
ance. 


072.7 

1,012.8 

077.2 


007.5 
971.8 
977.4 
062.3 
004.7 
840.1 


Colored  schools. 


Monthly 
enroll- 
ment. 


031 
1,093 
1,217 


1,404 
1,567 
1,644 
1,678 
1,746 
1,765 


Average 
daUy 

attend- 
ance. 


568.0 
687.8 
703.0 


776.3 
745.4 
783.6 
728.0 
688.4 
660.1 


Table  36. — Total  enrollment  for  the  year^  by  schools. 


White  schools: 

Ancon  school 271 

Pedro  Miguel 84 

Paratso 38 

Culebra 76 

Empire 251 

LasCascadas 43 

Bas  Obispo 40 

Oorgonft : 219 


White  achoob— Continued. 

Oatun 264 

Cristobal 247 

Porto  BeUo 23 

Total  (gross) 1,666 

Total  for  all  colored  schools  (gross) 1,765 

Total  gross  enrollment 3,321 
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Table  37 — Enrollment  by  grades. 


1 

WMte. 

Colored. 

TotaL 

OfBdel 

367 

203 

196 

127 

140 

71 

80 

61 

43 

16 

11 

6 

622 
430 
222 
lg9 
63 
9 

889 

Ondell 

633 

On^^TTT 

418 

Grade  IV 

316 

OndeV 

203 

OndeVI 

106 

Grade  VII 

80 

Grade  VIII 

61 

Grade  IX 

43 

Grade  X 

15 

Grade  XI 

11 

Grade  XII 

5 

1          Total 

1,245 

1,535 

2.780 

Table  38 — Numher  of  teachers  employed. 


1911. 

October 

November 

December 

'  1912. 

January 

February 

liaich 

April 

May 

Jime , 


White. 


Colored. 


43 

34 

45 

26 

46 

26 

46 

28 

46 

28 

>46 

28 

146 

28 

146 

28 

145 

28 

Total. 


67 
71 
73 


74 
74 
74 

74 
74 
73 


i  Includes  white  teacher  on  silver  roll  at  Cruces  school. 
Sickness  of  teachers. 


Number  of  days. 


White. 


Colored. 


Total. 


1911. 

October 

Novembw 

December 

1912. 

January 

February 

March 

Anril 

May 

June 

Total 


25.0 

7.5 

32.5 

25.5 

4.5 

30.0 

30.5 

4.0 

34.5 

38.0 

7.0 

45.0 

37.0 

5.5 

42.5 

43.5 

1.5 

45.0 

32.6 

0.0 

32.5 

45.5 

1.0 

46.5 

46.5 

2.5 

40.0 

324.0 


33.5 


357.5 


^r 
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Tablb  39. — Value  of  products  raised  in  school  gardens. 


Unit. 

Quantity. 

Prim. 

Proceeds. 

PapavBS 

Each 

333 

80 

510 

337 

408 

135 

373 

55 

1 

48 

m 

100 

OaUt. 

36 

85 

10 

15 

8 

6 

8 

10 

30 

8 

10 

5 

858.35 

Bananas 

Bimnbes 

Pounds 

do 

10.60 

ToTnatoes , 

51.00 

Beans 

50.55 

Lettuoe 

Bunches 

13.00 

Radishes 

6.35 

Turnips 

do 

8.16 

Peppws. 

Doien 

5.50 

Onnnis , , , , .  ^  ^ ,  ^ 

.30 

Kfnn>lants. .....  , 

Each 

1.44 

oEa!^::::::;::::::::::::::::::::::::::. :::::. :..;.. 

Doian 

0.70 

Cabbage 

Each. 

5.00 

Total 

318.64 

1 

% 

Appendix  V. — Canal  Zone  Funds. 
Table  40.^Revenues  collected  from  July  1, 191  ly  to  June  SO,  191t. 


On  account  of— 


Aerated  waters 

Animal  Ucenses 

Auctioneers 

Bicycle  licenses 

Building  rentals 

Burial  permits 

Cabs  and  coaches ^.. 

Carts 

ChaufTeurs'  licenses 

Circuit  court  collections 

Dance  halls 

Distilling  licenses 

District  court  collections 

Gathering  coconuts 

Hucksters 

Hunting  permits 

Insurance  tax 

Interest 

Land  rentals 

If arket  rentals 

Marshalfees 

Merchandise  and  drugs 

Motor  vehicle  licenses 

Peddling 

Phvsidans'  licenses 

Pouce  fines 

Poll  tax 

Pound  fees 

Public  entertainments 

Real  estate  tax 

Restaurants 

Retail  liquor  licenses 

Retail  sale  of  tobacco 

Sale  imported  meats 

Sale  impounded  animals 

Sale  property 

School  tuition,  lost  or  damaged  boolu. 

Services  district  prisoners 

Slaughter  tax 

Steamboat  inspection 

Water  tax 


Total 

Sale  of  postage  stamps. 
Sale  of  stamp  books.... 
Mooey'Order  fees 


Administrative  districts. 


Ancon. 


Total. 


8730.60 
32.30 


161.25 

3,622.28 

487.50 


60L50 

34.25 

3,132.74 


858.18 
8, 75a  60 


Empire. 


82, 44a  80 

203.70 

1100 

16L25 

3,306.00 

487.50 

m.26 

1,055.00 

24.26 

2,122.74 

loaoo 


0,177.30 


428.76 

27L06 

6,106.25 

1,47&65 

385.40 

807.21 

704.00 

514.75 

1,204.00 

33.75 

113.46 

uaoo 

143.33 

45.00 

3,052.10 

166.00 


747.30 

&26 

6L36 

288.62 

210.06 

6.66 

47.00 

700.29 

1,716.28 


35,526.21 


428.75 

371.05 

5,196.24 

4,97&18 

2, 73a  30 

753.86 

8,70ai8 

514.75 

3,452.50 

38.75 

118.45 

478.00 

185.88 

43L0O 

15,758.37 

403.00 

28,40a00 

3,362.00 

8.70 

72.50 

288.62 

219.06 


10,872.50 

700.80 

11,582.00 


113,206.88 


Oorgona. 


81,20a40 

156.10 

&00 

161.26 

1,712.60 

487.50 

2.76 

113.00 

24.26 

2,122.75 

saoo 

4,10aO3 
8,762.31 


438.75 

371.06 

5,196.33 

1,524.52 

703.60 

461.23 

1,656.10 

514.76 

1,047.50 

33.76 

113.46 

7a  00 

07.30 

79.00 

8,685.00 

218.80 

10,089.88 

1,642.00 

.25 

aoo 

288.62 
219.06 


730.50 

700.28 

3,767.16 


47,536.44 


Cristobal. 


81,478.80 

81.00 

0.00 

161.26 

12.50 

487.50 


2,301.00 

34.25 

2,122.76 

80.00 

84.60 

6,479.68 

509.70 

93.20 

438.75 

37L96 

5, 19a  34 

501.45 

880.60 

577.15 

1,033.50 

514.75 

3,463.50 

33.75 

113.46 

350.40 

104.06 

122.00 

0,582.64 

28a  20 

9,6oaoo 
i,9oaoo 

53.36 

saoo 

288.61 
219.06 
25.20 
73a  00 
709.28 
12, 04a  55 


63,890.70 


TotaL 


85,869.60 

462.00 

39.00 

646.00 

7,742.28 

1,05a  00 

174.00 

4, 16a  60 

07.00 

8,400.98 

160.00 

5,063.71 

28,169.79 

599.70 

93.20 

1,715.00 

1,087.88 

20,784.96 

8,669.80 

4,199.90 

2,09a  45 

8,00a68 

2,060.00 

8,167.50 

135.00 

453.83 

l,00a40 

53a  47 

677.90 

82,078.11 

1,07a  00 

48,089.88 

7,657.20 

62.56 

19L85 

1,164.47 

87a  23 

8L86 

12,305.00 

2,837.15 

30,012.80 


380,750.68 

87,441.56 

109.87 

38,87L68 

370,37X81 
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Table  41. — Expenditures  from  July  /,  1911,  to  June  SO,  191t. 


On  aoootmt  of— 


Boads  and  trails: 

CoDstroction , 

Malntenanoe 

Market  houses: 

CoDstraction 

Maintenance 

Operation 

Slaujpterhouses: 

uonstniction 

Maintenance 

Operation 

Waterworks  and  sewers: 

Construction 

Maintenance 

Street  lighting 

Miscellaneous  public  works: 

Construction 

Maintenance 


Pvblic  tehooU. 

Sohoolhouses: 

Construction 

Maintenance 

Salaries    superlntendenti   teachers,   and 

clerks , 

Janitor  service 

Furniture  and  equipment 

Supplies 

Traveling  and  miscellaneous  expenses 


Maintenance  adminUtrative  dietrkte. 


es. 


ecus. 


Salaries  district  Ju( 
Supplies  and 

Equipment 

Zone  charity  cases,  msdntenanoe. 
District  prisoners,  maintenance.. 


Administrative  districts. 


Anoon. 


$12,162.15 
3,908.04 


97.63 
420.87 


Total. 


ConHnffent  expentet. 


Qratulty  penitentiary  prisoners. 
Miscellaneous 


Potidl  service. 


Purchase  of  stamps 

Transportation  of  mails: 

Isthmus 

Ocean 

Miscellaneous  expenses. . 


Total. 


374.21 

77.82 

9.91 

98.05 

21.61 
.78 


3,096.95 
243.84 

15,530.67 
620.50 

2,478.11 
612.13 

4,564.50 


3,919.19 

101.90 

22.24 

6oaoo 

3,431.69 


Empire. 


821,353.82 
12,291.24 


52,372.99 


647.98 
57a  72 

18.02 

66.20 

446.97 

1,531.87 

2,060.50 

309.18 

366.03 
1,247.46 


614.09 
1,114.63 

15,530.66 

1,233.25 

2,163.86 

813.86 

3,199.62 


3,919.15 
416.01 


Qorgona. 


r,  691. 23 
1,973.40 


291.93 
430.54 


414.29 

15.34 
378.99 
58&66 


600.00 
4,606.96 


75,111.06 


32.45 


1,281.97 
480.77 

15,530.71 
716.30 

1,372.03 
458.86 

1,746.26 


3,919.15 

291.33 

3.97 

600.00 

2,065.50 


Cristobal. 


16,007.81 
1,466.22 


40,206.67 


61.96 
413.18 


386.62 

409.66 

2,230.13 

212.40 

393.32 
11.41 


3,237.78 
1,636.88 

15,530.71 

970.00 

2,016.65 

1,082.37 

3,122.77 


3,919.16 

203.39 

12.80 

600.00 

2,379.06 


TotaL 


846,105.01 
19,639.50 


45,303.28 


1,009.50 
1,836.31 

18.02 

66.20 

1,622.09 

2,034.79 
4,669.53 
1,205.28 

78a  96 
1,292.10 


8,23a  79 
3,483.62 

62,122.75 
3,539.05 
8,090.65 
2,967.22 

12,623.15 


15,«7a65 

1,011.63 

39.01 

2,400.00 

12,503.21 


212, 09a  02 


802.50 
28a  63 


31,711.42 

15,175.00 
40,722.19 
10,663.00 


312,4Sa75 


Table  42. ^^tatement  of  balances  in  the  Canal  Zone  treasury  on  June  SO,  1912, 


Public  improvements  and  schools . 

Miscellaneous  and  contingent 

Postal  receipts,  1912 


8219,883.60 

8. 749. 74 

30,468.82 


Total 259,108.16 
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Appendix  VI. — ^Businesb  Transacted  in  the  Courts  of  the  Canal  Zone  DuRmo 

THE  Fiscal  Year  Ended  June  30,  1912. 

Table  43. — Supreme  court. 


Pending  July  1, 1011. 
Filed  during  year. . . . 

Afflnued 

Reversed 


Criminal 
cases. 


3 
3 

4 
1 


Civil 
cases. 


4 
6 
6 
1 


Withdrawn. 
Dismissed. 


Habeas  corpus  proceedings. 
Pending  June  30, 1013 


Criminal 
cases. 


Civil 


1 
2 


Number  of  sessions  of  court U| 

Number  of  attonieyB  admitted 0 

Table  44. — Fxret  ctrcutt  cowU- 

CRIMINAL  CASES. 


Montbs. 

Cases 
filed. 

Con- 
victed. 

Ac- 
quitted. 

Dis- 
missed. 

( 

Collections 

• 

Fines. 

Costs. 

Total. 

1011. 
CasfH  TMndinff  JqIt  1 ...  t  ...... . 

0 

4 

7 

4 

10 

11 

14 

13 
18 
14 
11 
17 
11 

Jlllv 

2 

4 
1 

13 
7 
8 

8 

0 
10 

7 
13 

6 

12.60 
14.20 

7.00 
21.35 

7.50 
16.55 

4.60 
10.50 

4.00 
13.60 

7.00 

82.60 

Auffust ..., 

125.00 

30.20 

flentember 

3 
2 
2 
1 

4 
3 
4 
•      7 
3 
8 

7.00 

October 

1 
4 
2 

1 
4 
2 
2 

146.00 
05.00 
46.00 

52.00 
60.00 
221.00 
124.00 
34.00 
60.00 

167.35 

November. - ,  ^  r  ^ .  t  , .  t  .  r 

102.50 

December r 

61.55 

1012. 
Jannarv. .......  r . t -  -  t  -  t  t 

56.60 

Febmarv ,..,,,.,.. 

70.50 

March./. 

225.00 

AdtU 

137.50 

iSy^...\v^.\\v^\:. ;: 

41.00 

June. ....  -  r - 

1 

60.00 

Total 

143 

88 

33 

17 

862.00 

100.70 

071.70 

Forfeitures.  S150. 

Cases  pending  June  30, 1012, 6. 


CIVIL  CASES. 


Cases 
Cases 


KS!!°f 


July  1, 1011. 


XU 

>108 

Casessettled >  175 

Cases  pending  June  30, 1012 ^33 

Coeto.frr.T7!: $166.00 

Proceeds  from  marriage  licenses,  recording  fees,  notarial  fees,  and  miscellaneous  fees $034.10 


I  Including  probate 
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Table  45. — Second  circuit  court, 

CRIMINAL  CASES. 


Months. 

Cases 

filed. 

Con- 
victed. 

Acquit* 
ted. 

Dis- 
missed. 

Collections. 

Fines. 

Costs. 

TotaL 

1911. 
Obbm  vendins  July  1 

13 
29 
21 
34 
30 
44 
13 

*      16 
19 
22 
20 
22 
16 

July 

16 
21 
12 
21 
36 
10 

12 
16 
10 
15 
10 
7 

6 
6 
6 
9 
10 
2 

4 
1 
4 
10 
12 
1 

2 
7 
2 
6 
3 
2 

3 

1 
2 
2 
3 
1 

$105. 10 
265.00 

35.00 
270.00 
165.00 

81.00 

46.00 
190.00 
114.00 
87.00 
65.00 
18.00 

$25.66 

.      67.60 

16.40 

$130. 75 

August i 

332.60 

SeDtember 

61.40 

October 

270.00 

NovfunbfflT. 

155.00 

Pocemlwr 

81.00 

1912. 
Tantiary 

45.00 

"February 

7.76 

197.75 

Mfirnh 

114.00 

April 

87.00 

^:... .;:...: 

14.40 

.60.40 

JUDB 

18.00 

Total 

299 

184 

70 

34 

1,420.10 

131.80 

1,651.00 

Forfeitures,  $625. 

Cases  pending  June  30, 1912, 11. 


CIVIL  CASES. 


Case  ending  Jnly  1, 1911 . 
Gases  filed. 


»53 

170 

Cases  settled 166 

Cases  pending  June  30, 191 2 1 67 

Insanity  cases  decided 1 

Costs $1,023.63 

Proceeds  Itom  maiilage  licenses,  recording  fees,  notarial  fees ,  and  miscellaneous  fees $831. 63 

Table  46. — TIdrd  circuit  court. 

CRIMINAL  CASES. 


» 

Months 

Cases 

filed. 

• 

Con- 
victed. 

Acquit- 
ted. 

Dis- 
missed. 

( 

Collections 

• 

Fines. 

Costs. 

TotaL 

1911. 
Cnnm  pendinff  Jnly  1 

6 
14 

6 
13 
10 

6 
13 

20 
14 
17 
10 

4 
13 

juiv       

4 
6 
4 
7 
3 
8 

11 
8 
9 

11 
3 
8 

2 
2 
2 

1 
2 

1 

8 
2 
2 

1 

12 
6 
3 
1 

a6 
2 

M 

U 
1 

•3 
1 
6 

$12.60 

100.60 

20.00 

$18.80 

14.46 

9.00 

$31.30 

A  ninut    

114.96 

Sflntember 

20.00 

October 

'N'ovamber 

25.00 
60.00 

30.00 
45.00 
30.00 
60.00 
65.00 
100.00 

25.00 

DAoember 

8.00 

9.00 
35.00 
9.00 
8.00 
8.00 
32.00 

58.00 

1912. 
Jannarv 

30.00 

FebniMT.  ...xr- 

80.00 

March 

39.00 

April 

58.00 

Mav     

73.00 

June XT 

2 

132.00 

Total 

146 

81 

25 

33 

628.00 

161.25 

670.25 

1 2  cases  remanded.  *  1  forfeiture  of  $60.  •  1  forfeiture  of  $100. 

s  lease  remanded.  *  Forfeiture  of  $126. 

Gases  pending  June  30, 1912, 6. 

^^*^^  CIVIL  CASES. 

Cases  pending  July  1,1911 i44 

Oases  nled 66 

Oases  settled 72 

Oases  pending  June  30, 1912 »37 

Costs $256.00 

Piooeeda  from  marriage  licenses,  recording  fees,  notarial  fees,  and  miscellaneous  fees $l,17a63 

1  Tnclnding  probate 
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Tablb  47  — District  couirt,  district  ofAncon. 

CRIMINAL  CASES. 


Hoatlis. 


1911. 
Pending  July  1 

July 

August 

September 

October 

November..... 
December 

1012. 

January 

February 

March. , 

April 

}foy 

June 

Total..... 


filed. 


3 
131 
129 
131 
183 
149 
114 


170 
164 
190 
236 
205 
1£0 


1,946 


Con- 
victed. 


108 

91 

100 

143 

m 

83 


134 
123 
142 
197 
168 
125 


1,531 


Acquit- 
ted. 


13 
19 
23 
16 
17 
16 


24 
13 
22 
25 
22 
12 


221 


Gonmdt- 
ted  to 
circuit 
court. 


2 

4 

3 

23 

13 

11 


9 
14 
22 

9 
16 
12 


137 


Dia- 
missed. 


7 
14 
6 
7 
2 
2 


8 
5 

4 
2 
3 
1 


66 


OoUecttona. 


Fines. 


8610.00 
339.00 
366.00 
684.00 
753.60 
678.50 


599.50 
677.50 
966.00 
1,203.00 
1,000.50 
816.50 


8,403.00 


Costs. 


0.60 


2.50 


2.50 
9.10 
2.50 


28.20 


TotaL 


8610.00 
339.00 
366.00 
500.60 
753.50 
678.50 


602.00 
677.50 
966.00 
1,206.60 
1,009.60 
818.00 


8,616.20 


Forfeitures.  SIO. 

Cases  pending  June  30, 1912, 1. 

CIVIL  CASES. 

pending  July  1,1911 12 

lied 207 

Cases  settled 210 

Cases  pending  June  30, 1912 9 

Costs 8287.83 

Miscellaneous 82.67 


Table  48. — District  court,  district  of  Empire. 

CRIMINAL  CASES. 


Months. 


1911. 
Pending  July  1. 

July 

August 

September 

October 

November 

December 


1912. 

January 

February.... 

March 

Anril 

May 

June 


Total. 


filed. 


136 
126 
200 
203 
128 
167 


181 
216 
197 
184 
218 
150 


2,104 


Con- 
victed. 


87 
109 
146 
167 

91 
125 


142 

156 
145 
137 
174 
120 


1,688 


Acquit- 
ted. 


24 
6 
30 
21 
16 
23 


23 
24 

37 
31 
26 
26 


287 


Commit- 
ted to 
circuit 
court. 


21 
9 
21 
22 
18 
7 


13 
33 
14 
14 
13 
12 


197 


Dia- 
missed. 


3 
2 
3 

4 
3 
2 


3 
3 
1 
1 

4 
3 


32 


Collections. 


Fines. 


8416.00 
560.50 
65:.  00 

1,427.00 
626.50 
003.00 


640.00 
606.00 
544.60 
838.00 
786.00 
427.50 


8,422.00 


Costs. 


8.60 


6.00 
0.70 


10.10 


TotaL 


8416.00 
673.00 
65L00 
1,432.00 
636.20 
003.00 


640.00 
606.00 
644.50 
838.00 
786.00 
427.50 


8,441.10 


Forfeitures.  8135. 

Cases  pendizig  June  30, 1012,  none. 

CIVIL  CASES. 

Cases  pending  July  1, 1011 11 

Cases  filed 603 

Cases  settled 602 

Cases  pending  June  30, 1012 2 

Costs 8604.10 

Notarial  fees 87.00 
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Tablb  49. — District  court,  district  o/Gorgona. 

CRIMINAL  CASES. 


Monfba. 

Cases 
filed. 

Con- 
victed. 

Acquit- 
ted. 

Commit- 
ted to 
circuit 
court. 

Dis- 
missed. 

CoUections 

• 

Fines. 

Costs. 

TotaL 

1911. 
Pending  July  1 

V 

juiy^r....:. 

70 
09 
70 
80 
91 
07 

76 
79 
04 
77 
103 
59 

47 
40 
45 
52 
60 
43 

61 
49 
44 
52 
65 
45 

14 
15 
11 
12 
13 
14 

10 
20 
11 
10 
28 
8 

6 
10 

4 
10 
11 

4 

3 
6 
3 
9 
7 
3 

1 
5 
10 
5 
8 
6 

2 
3 
7 
6 
3 
3 

$190.00 
204.50 
190.00 
331.60 
280.00 
355.00 

298.00 
347.50 
257.00 
324.00 
410.50 
23Z50 

S190.00 

August •. ... 

.    204.50 

September 

190.00 

October 

331.60 

November 

280.00 

December 

355.00 

1912. 
TflHiuary.... ' 

29&00 

February 

347.50 

March 

257.00 

April 

$1.85 

325. 8S 

^««y     . 

410.50 

June ,-  ,T. 

232.60 

Total 

906 

603 

166 

76 

59 

3,420.50 

1.85 

3,422.35 

Cases  pending  June  30, 1912, 1. 

CIVIL  CASES. 

Cases  pending  July  1, 1911 » 

Cases  nled 259 

Cases  settled 254 

Cases  pending  June  30, 1912 8 

Costs S310.7i 

Miscellaneous $29.25 

Table  50. — District  courts  district  of  Cristobal,  ^ 

CRIMINAL  CASES. 


Months. 


1911. 
Pending  July  1 

July 

August 

September 

October 

November 

December , 

1912. 

January 

February 

March , 

April 

May 

June , 

Total..... 


Cases 
filed. 


X. 
215 
232 
186 
174 
158 
199 


170 
187 
166 
109 
181 
136 


2,174 


Con- 
victed. 


161 
170 
136 
122 
101 
126 


108 
123 

90 
112 
117 

95 


1,461 


Acquit- 
ted. 


32 
41 
29 
28 
40 
41 


31 
36 
35 
26 
30 
20 


380 


Commit- 
tedto 
circuit 
oourt. 


6 
6 
9 
9 
3 
13 


14 
13 
19 

9 
10 

7 


118 


Dis- 
missed. 


13 
19 
11 
15 
13 
21 


17 
15 
18 
22 
22 
18 


204 


CoIlectioDs. 


Fines. 


$66L00 
663.00 
043.00 
268.00 
474.50 
663.50 


187.00 
342.60 
540.00 
238.00 
659.50 
541.00 


5,87L00 


Costs. 


$1.26 
207.20 


208.45 


TotaL 


$60L0O 
053.00 
643.00 
26&00 
474.50 
064.75 


394.20 
342.50 
640.00 
238.00 
669.50 
541.00 


6,070.45 


Forfeitures.  $135. 

Cases  pending  June  30, 1912, 2. 

CIVIL  CASES. 

Cases  pending  July  1, 1911 4 

Cases  filed 216 

Cases  settled 214 

Cases  pending  June  30, 1912 6 

Costs t265.as 
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Appendix  VII. — Lboislation. 
(For  Executive  orders  see  Appendix  T.) 

No.  1. 
Ordinance. 

Be  it  enacted,  by  the  Isthmian  Canal  Commission,  that  section  7  of  the  ordinance 
providing  for  certam  taxes  and  licenses  in  the  Canal  Zone  oHier  than  for  the  sale  of 
intoxicating  liquors  be,  and  the  same  hereby  is,  amended  by  adding  at  the  end  thereof 
the  following: 

Provided,  That  the  collector  of  revenues  may  refuse  to  issue  a  license  for  any  of  the 
objects  named  in  paragraphs  (b^,  (e),  (f),  (g),  Ti),  (j),  and  (k)  if  the  character  of  the 
applicant  is  such  as  to  warrant  tne  belief  that  ue  exercise  of  the  privilege  granted  by 
the  license  would  not  be  conducted  in  an  orderly  and  lawful  manner,  and  Provided 
further;  That  any  license  granted  pursuant  to  the  provisions  of  parajB^raphs  (b),  (e),  (f), 
(g),  (i),  (j),  and  (k)  of  this  section  shall  at  once  become  null  ana  void  upon  conviction 
m  any  court  of  the  Canal  Zone  of  a  violation  of  law  in  the  exercise  of  the  privil^e 
granted  by  such  license,  and  Provided  further ;  That  licenses  granted  pursuant  tc  the 
provisions  of  paragraphs  (e),  (g),  (i),  (j),  and  (k)  hereof  shall  not  authonze  the  exercise 
of  such  privileges  during  tne  hours  from  12:00  midnight  to  7.-00  a.  m. 

Enacted  by  the  Isthmian  Canal  Commission  at  the  I61st  meeting,  August  5, 1911. 

Approved  oy  the  Secretary  of  War,  August  22,  1911. 


No.  2. 
Ordinance  providing  for  night  quarantine  inspection  of  vessels  at  the  port  of  Colon. 

Be  it  enacted  by  the  Isthmian  Canal  Commission  as  follows: 

Section  1.  That  vessels  with  perishable  cai^o  arriving  at  Colon  after  sunset  with 
the  intention  of  sailing  within  a  few  hours  or  before  daylight  of  the  following  day,  will 
be  received  by  the  quarantine  officials  until  10  p.  m. 

Sec  2.  Sucn  vessels  shall  not  be  allowed  to  come  to  the  wharf  and  shall  disembark 
and  embark  passenfi^ers  bv  means  of  a  tug. 

Sec.  3.  A  tug  shall  be  jfumished  the  quarantine  officer  for  the  purpose  of  the  visit  of 
inspection. 

Sec.  4.  Any  vessel,  steamship  company,  or  agent  of  a  steamship  company  rea nesting 
this  service  shall  pay  to  the  Isthmian  Canal  Commission  the  sum  of  one  nundrea  dollars 
($100)  United  States  currency  in  addition  to  the  expense  of  the  tug  furnished  under 
section  3  of  this  ordinance  for  each  vessel  so  inspected. 

Enacted  by  the  Isthmian  Canal  Commission,  August  5, 1911. 

Approved  by  the  Secretary  of  War,  August  22, 1911. 


No.  3. 


Ordinance  establishing  market  regulations  for  the  Canal  Zone. 

Be  it  enacted,  by  Uie  Isthmian  Canal  Commission,  that  the  following  regulationg  for 
the  conduct  of  public  markets  and  the  leadng  of  space  therein  shall  be  in lorce  on  and 
after  their  approval  by  the  Secretary  of  War: 

1.  The  markets  are  provided  as  places  for  the  sale  to  residents  of  the  Canal  Zone  of 
meat,  fish,  vegetables,  fruits,  and  other  articles  of  food,  and  the  space  in  them  will  not 
be  leased  for  any  other  purpose:  Provided,  That,  in  the  discretion  of  the  superin- 
tendent of  public  works,  not  more  than  one-half  of  the  space  available  in  a  public 
market  may  be  leased  for  the  sale  of  dry  goods,  groceries,  notions,  cigars,  tobacco,  soda 
water  and  other  soft  drinks,  and  for  use  as  lunch  counters  and  news  stands  where  no 
application  has  been  received  for  the  leasing  of  the  space  for  the  sale  of  food  products, 
buX  the  superintendent  of  public  works  shall  have  authority  to  cancel  the  assignment 
of  space  leased  for  the  purposes  enumerated  in  this  proviso,  should  application  be 
made  for  such  space  for  use  for  the  sale  of  food  products:  Provided  further,  That  when 
space  is  leased  for  the  sale  of  dry  goods,  groceries,  notions,  cigars,  tobacco,  soda  water 
and  other  soft  drinks,  and  for  use  as  luncn  counters  and  news  stands,  the  rate  of  rental 
shall  be  twenty  (20)  per  cent,  in  advance,  over  that  charged  when  used  for  the  sale  of 
food  products. 

61012^—12 82 
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2.  All  assignments  of  spAce  shall  be  for  the  period  of  one  month,  beffinning  on  the 
16th  day  thereof  and  enaing  on  the  15th  day  of  the  succeeding  month;  except  that 
assignments  made  after  the  nrst  of  any  month  shall  be  for  a  half  month,  counting  from 
the  first  of  the  month,  and  shall  be  paid  for  at  one-half  the  monthly  rate;  and  except 
also  that  tiiis  shall  not  apply  to  tables  and  other  similar  space  rented  by  the  day  and 
BO  indicated  on  the  posted  plat. 

3.  There  shall  be  posted  m  a  conspicuous  place  in  each  market  a  plat  signed  by  the 
superintendent  of  public  works  and  collector  of  revenues,  showing  the  sizes  and  rates 
of  rental  of  the  various  stalls  and  other  divisions  of  space. 

4.  Application  for  assignment  of  space  shall  be  made  to  the  market  inspector.  If 
approved,  the  inspector  will  issue  an  assignment,  indicating  the  space  assigned,  the 
period  of  assignment,  the  purpose  for  which  it  is  to  be  used,  and  the  amount  of  rental 
to  be  paid  to  the  deputy  collector  of  revenues.  Upon  return  of  the  assignment,  with 
the  exhibition  of  the  deputy  collector's  receipt,  possession  of  the  space  will  be  gjven. 

5.  Not  more  than  one  stall  or  other  division  of  space  in  each  market  will  be  assigned 
to  any  one  person,  except  by  special  authority  of  the  superintendent  or  aedstant 
flupermtendent  of  public  works. 

6.  Lessees  of  space  will  not  be  permitted  to  make  any  changes  in  the  arrangement  of 
partitions,  shelves,  etc.  Requests  for  desired  changes  will  be  made  of  the  market 
mspector.  If  approved  by  him,  he  will  secure  an  estimate  of  the  cost  of  the  vork^ 
ana  upon  deposit  with  him  by  the  lessee  of  the  amoimt  of  the  estimate  the  work  will 
be  done  by  tne  Isthmian  Canal  Commission.  The  excess  of  the  deposit,  if  any,  over 
the  cost  of  the  work,  will  be  returned  to  the  lessee. 

7.  All  stalls  and  other  divisions  of  space  shall  be  thoroughly  swept  at  the  close  of 
each  day.  Special  attention  shall  be  given  to  the  spaces  used  for  the  sale  of  meat  and 
fish;  the  counters,  blocks,  etc.,  used  in  them  shall  be  scrubbed  with  soap  and  water  as 
often  as  necessary  to  keep  them  in  good  sanitary  condition.  All  decayed  fruit  and 
vegetables  and  other  dirt  and  refuse  shall  be  removed  and  deposited  in  the  sanitary 
cans  provided  for  that  purpose.  All  articles  in  bulk  shall  be  kept  in  bags^  barrels,  or 
boxes,  so  that  they  can  be  moved  in  cleaning.  Lessees  shall  be  responsible  for  the 
cleanly  and  sanitary  condition  of  the  space  assigned  them  and  shall  carry  out  such 
special  instructions  to  that  end  as  may  be  given  them  by  the  market  inspector  or  his 
authorized  assistant.  The  market  inspector  will  be  responsible  for  the  cleanly  and 
sanitary  condition  of  the  market  outside  of  stalls  and  other  space  assigned  to  lessees. 

8.  Lounging  or  loitering  around  the  market  will  not  be  permitted.  Lessees  are 
expected  to  enforce  this  prohibition  as  to  the  space  assigned  tnem. 

9.  The  hour  for  opening  and  closing  each  market  shall  be  fixed  by  the  superintendent 
of  public  works,  and  posted  in  a  conspicuous  place  in  the  market. 

10.  Any  complaint  respecting  a  market  should  be  addressed  to  the  superintendent 
of  public  works^  Ancon,  Canal  Zone. 

11.  The  contmued  occupancy  of  space  in  any  market  after  the  expiration  of  the 
period  for  which  rental  has  been  paid  is  declared  a  misdemeanor,  and  upon  conviction 
thereof  shall  be  punishable  by  a  fine  not  exceeding  $25,  or  imprisonment  in  jail  not 
exceeding  thirty  (30)  days,  or  both,  in  the  discretion  of  the  court.  Any  other  viola- 
tion of  these  regulations  by  a  lessee  shall  be  considered  sufficient  cause  for  the  cancel- 
lation of  his  assignment;  but  such  cancellation  shall  not  reheve  the  offending  person 
from  prosecution  under  any  penal  law  or  ordinance  he  may  violate. 

12.  These  regulations  shall  be  posted  in  a  conspicuous  place  in  each  market. 
£nacted  by  the  Isthmian  Canal  Commission,  August  5,  1911. 

Approved  by  the  Secretary  of  War,  August  22,  1911. 


No.  4. 


Ordinance  providing  for  the  impounding  of  stray  animals. 

Be  it  enacted  by  the  Isthmian  Canal  Commission,  that  the  ordinance  providing  for 
the  impounding  ot  stray  animals  enacted  by  said  commission  at  its  143d  meetingheld 
on  April  27, 1908,  and  approved  by  the  Secretary  of  War  on  May  26, 1908,  be,  and  Uie 
same  is  hereby,  amendeKl  and  reenacted  in  form  as  follows: 

1.  It  shall  be  imlawfui  for  the  owner  or  custodian  of  any  horse,  colt,  mule,  ass,  bull, 
steer,  cow,  calf,  hog,  goat,  or  sheep  to  permit  any  such  animal  to  be  at  large  within  6r 
in  the  neighborhood  of  any  labor  camp,  village,  or  other  settlement  in  the  Canal  Zone, 
or  on  any  watershed  from  which  any  public  water  supply  is  obtained;  or  to  be  stakea 
or  tethered  in  such  place  or  in  such  maimer  as  to  be  or  create  a  nuisance  within  or  in  the 
neighborhood  of  any  labor  camp,  village,  or  other  settlement,  or  on  any  watenhed. 

2.  Any  animal  found  at  large  or  tethered* contrary  to  the  provisions  of  the  first  section 
hereof  snail  be  taken  up  and  impounded  by  the  police:  Provided,  That  any  such 
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animal  may  be  taken  up  by  any  private  individual  and  delivered  to  the  police  for 
impounding.  It  shall  be  imlawml  for  any  person  to  deliver  to  the  police  for  im- 
poimding  any  animal  other  than  an  animal  found  at  laige  or  tethered  contrary  to  the 
provisions  of  the  first  section  hereof. 

3.  Notice  of  the  impounding  of  any  animal  shall  be  posted  by  the  police  in  two  con- 
spicuous places  in  the  police  district  in  which  such  animal  is  impounded  for  ten  days, 
including  the  day  ui>on  which  the  animal  is  impounded.  Such  notice  shall  contain  a 
description  of  the  animal  and  shall  state  where  it  is  impounded  and  to  whom  applica- 
tion should  be  made  for  its  release.  It  shall  also  state  that  if  previous  application  for  the 
release  of  the  animal  is  not  made,  it  will  be  sold  before  the  police  station  on  the  tenth 
(kty  from  and  including  the  day  on  which  it  is  impounded,  at  an  hour  to  be  stated  in 
the  notice. 

It  shall  be  unlawful  for  any  person  other  than  the  owner  or  custodian,  or  agent  of  the 
owner  or  custodian,  to  secure  the  release  of  any  impounded  animal. 

4.  If  application  for  the  release  of  any  impounded  animal  is  not  made  within  ei^t 
days  from  and  including  the  date  of  its  unpounding,  the  police  shall  make  application 
to  the  district  judge  of  the  district  for  aumority  for  its  sale.  If  it  shall  appear  to  the 
judge  that  the  provisions  of  this  ordinance  have  been  complied  with,  and  that  the 
animal  has  not  been  claimed  by  the  owner  or  custodian,  he  shall  enter  an  order  author- 
izing its  sale  at  public  cry  before  the  police  station  of  the  police  district  in  which  it  la 
impounded  at  tne  time  stated  in  the  notice  of  impounding  posted  by  the  police.    The 

Souce  shall  thereupon  sell  the  animal  at  the  hour  and  place  stated  to  the  highest  bid- 
er  for  cash. 

5.  For  each  hone,  colt,  mule,  ass,  bull,  or  cow  impounded  there  shall  be  collected 
one  dollar  as  a  pound  fee,  and  fifty  cents  per  day  as  a  maintenance  charge;  and  for  each 
calf,  hog,  goat,  or  sheep  fifty  cents  as  a  pound  fee,  and  twenty-five  cents  per  day  as  a 
maintenance  chaige. 

Before  the  release  of  any  animal  to  the  owner  or  custodian,  the  proper  fees  and  chaiges 
shall  be  collected  from  hmi.  Upon  the  sale  of  any  animal  under  an  order  of  court  me 
court  costs  shall  be  deducted  from  the  amount  for  which  the  animal  is  sold  and  paid  over 
to  the  district  judge.  All  amoimts  collected  by  the  police  from  the  owner  or  custodian 
of  any  impound^  animal  or  from  its  sale,  after  paying  the  costs  of  court,  shall  be 
remitted  to  the  treasurer  of  the  Canal  Zone  as  Zone  revenues.  There  shall  be  returned 
to  the  owner  or  custodian  of  any  animal  sold  under  the  provisions  of  this  ordinance, 
upon  application  therefor  made  at  any  time  within  one  year  from  the  date  of  such  sale, 
the  amount  for  which  the  animal  was  sold,  lees  the  pound  fees  and  ch£u:ges  and  costs  oi 
court. 

6.  If  any  impounded  animal  is  suffering  from  any  infectious  or  contagious  disease,  or 


from  any  disease  or  injury  causing  great  pain,  or  is  without  value,  or  if  no  bid  is  received 
for  any  impounded  animal  offered  for  sale,  tne  police  shall  immediately  make  applica- 
tion to  the  district  judge  for  authority  to  destroy  it,  and  the  judge  shall,  if  he  is  satisfied 
of  the  facts  as  stated,  enter  an  order  authorizing  its  destruction. 

7.  The  cost  of  constructing  pounds  and  feeding  impounded  animals  shall  be  paid 
from  Canal  Zone  funds. 

8.  Any  person  violating  anv  provision  of  this  ordinance  shall  be  guiltv  of  a  mi»- 
demeanor,  and  on  conviction  tnereof ,  shall  be  fined  not  more  than  twenty-nve  dollars, 
or  imprisoned  not  longer  than  thirty  days,  or  both  fined  and  imprisoned,  in  the  dis- 
cretion of  the  court. 

9.  This  ordinance  supersedes  and  repeals  the  provisions  of  any  ordinance^  r^plation, 
or  law  in  force  in  the  Canal  Zone  pronibiting  persons  from  permitting  animals  to  run 
at  large,  or  providing  for  impounaini^  such  anmmls,  and  the  provisions  of  any  other 
ordinance,  regulation,  or  law  in  force  in  the  Canal  Zone  in  connict  with  it. 

Enacted  bv  the  Istnmian  Canal  Commission,  August  5,  I9II. 
Approved  oy  the  Secretary  of  War,  August  22,  I9II. 


No.  5. 


Ordinaruie  amending  the  ordirumce  vroyvdingfofr  the  lictnnng  and  regulation  of  motor 

vehictee  in  the  Canal  Zone. 

Be  it  enacted  by  the  Isthmian  Canal  Commission,  as  follows: 

That  the  ordinance  providii^  for  the  licensing  and  regulation  of  motor  vehicles  in 
the  Canal  Zone,  enacted  by  the  Isthmian  Canal  Commission  at  its  I58th  meeting  on 
Auzust  25, 1910,  and  approved  bv  the  Acting  Secretary  of  War,  October  31, 1910,  be, 
ana  the  same  is  hereby,  amended  as  follows: 

Section  1  is  amended  so  that  the  same  shall  now  read  as  follows: 
^  *' Section  1.  That,  hereafter,  there  shall  be  collected  and  accounted  for  as  other 
eiimlar  taxes,  the  f oUowing  license  taxes  from  the  owners  or  operators  of  motor  vehicleo 
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Appendix  X. — Canal  Zone  Census. 


Table  54. — Population  of  the  Caned  Zone,  classified  by  tavmSj  according  to  census  oj 

Feb,  1, 191t, 


White. 

Black. 

724 

531 

479 

180 

251 

163 

10 

1 

219 

218 

404 

1,949 

132 

240 

891 

1 

92 

3,701 

69 

105 

43 

5,399 

1,322 

1,369 

174 

535 

147 

310 

551 

341 

284 

980 

172 

59 

1,145 

1,069 

541 

32 

70 

27 

378 

77 
10 

126 
24 

334 

2,140 

2,003 

026 

Mixed.  1 

48 

127 

113 

23 

8 

95 

2 

Indian. 

Yellow. 

Hindu. 

FIU- 
pinos. 

TotaL 

Townt, 
AncoQ 

805 
472 

11 
265 

10 

8" 

'i' 

6 

12 

2 

4 
10 

4 

1 

1,G74 
1.146 

Balboa 

Ban  MatachlD 

613 

Bas  Obispo 

472 

Bohio 

379 

Caimeto ^ . 

2S0 

Camp  Elliott 

433 

878 

2 

702 

1 

1,482 

1 

28 

939 

49 

470 

1,757 

157 

9 

10 

2,805 

7 

1,449 

186 

586 

60 

445 

Camp  Otis 

1 

880 

CartiMjaiita 

16 

107 

78 

148 

36 

86 

170 

2 

62 

1,569 

16 

12 

41 

530 

224 

585 

27 

55 

93 

10 

138 

144 

41 

91 

43 

26 

509 

301 

222 

18 

36 

14 

37 

57 
7 

13 
132 

678 
1,994 
1,094 

348 

i* 

6 

7 

14 

6 

343 

Corosal 

1,035 
497 

Cow  Pflns. . . .  ^ r , . 

Cristobal '.  - . . 

3,584 
10l> 

Cruces 

Cucniracha .....,,- 

i* 

4 
30 

358 

Culebra '..... 

1 

2,033 
52 

Diablo 

East  Balboa 

9 
101 

25 
24 

""•"•■-• 

666 

Empin 

7,153 
342 

Entarorise 

Pox  RiTor 

120 

Frijoles 

i" 

i' 

2 
60 
16 
33 

2 
14 

2 

OS 

OflitUXl 

3 
1 
7 

8,887 

Ooldfln  Orwn 

1.530 

Oorsona 

3,444 
38S 

Haut  ObisDO 

Las  Cascadas 

1,190 
303 

Las  flabana"* . 

Llrio 

330 

Mataohin 

81 

685 

56 

55 

33 

6 

662 

878 

492 

5 

26 

7 

9 

8 

1 

2 

23 

20 

22 

796 

MiraflorBs 

63 

1.230 

Monto  Lirio 

390 

Mount  Hop6 

1.134 

New  FiDoles 

340 

Palo  Seco 

03 

Paralso 

3.339 

Pedro  Mieuel 

10 

3,378 

Rio  Grande 

1,377 
55 

Aan  Pfthio, , , 

Santa  Cms  (Ancoa  district) 

106 

TabemiUa 

6 
183 

53 
7 

106 
41 

40 

671 

685 

61 

8 

50 

Toro  Point 

SOS 

IHLANDS. 

Naos 

333 

430 

Culebra 

34 

Atlantic 

348 

Paoiflo. ...       .  .  , , 

■     *635* 

5 

3 

8 

10 

86 

302 

RURAL.  > 

Ancon  administrative  district 

Empire  administrative  district 

OorRona  administrative  district 

Cristobal  administrative  district 

3 

8 

1 

1,057 
4,821 
4,428 
1.371 

Total  Canal  Zone 

18,562 
565 

30,948 

122 

42 

406 

7 

10,225 
52 

648 

621 

373 

3 

81,379 
739 

Colon  Beach 

Nombre  de  Dios 

43 

Porto  Bello 

265 
21 

37 
0 

5 

(T 

713 

Taboga 

37 

Draper 

19,413 

31,525 

10,323 

648 

621 

378 

3 

83,810 

^«  vj#-w«   ....................... 

>  Larsely  "mestiio/'  i.  e..  a  mixture  of  native  Indian  and  Spanish  blood. 

>  This  includes  manv  of  the  smaller  communities  in  the  tanltory  oontigoous  to  the  Canal  and  nllraad 
not  liaving  any  weU-deflned  geographical  limits. 
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Tablb  55. — Total  poptdaUon,  distribiUed  by  country  of  which  cUizen  or  wbjecty  and  sex^ 


Country. 

Aggregate, 

Total. 

Male. 

Female. 

Argtmtina 

9 

38 

4 

14 

1 

32 

616 

1,621 

77 

72 

66 

43 

2,760 

75 

30,859 

1,291 

7 

74 

39 

6 

812 

5 

1 

72 

73 

25 

7,636 

3 

223 

119 

1 

64 

11 

2 

4,305 

24 

14 

42 

11,860 

44 

7 

36 

4 

9 

1 

27 

471 

967 

53 

61 

•36 

39 

2,263 

61 

22,393 

1,285 

3 

68 

35 

5 

800 

4 

1 

67 

63 

23 

3,903 

2 

208 

113 

1 

48 

9 

2 

3,809 

20 

13 

36 

8,199 

39 

2 

Aiutrift-Hungaiy 

2 

BdMum 7..' 

BoUvia 

5 

nuImriA. ,,      .,,. 

Chile 

5 

China 

4S 

Colombia 

564 

Costa  Rica. 

24 

Cuba 

21 

Denmark 

21 

Ecuador 

4 

France 

tt7 

Germany 

X4 

Oreat  Britain 

8,466 

A 

Greece. 

Guatemala 

4 

Fatti . , 

/         6 

Holland r..  .  . 

4 

1 

Italy 

12 

1 

LiWia ; 

5 

Nicaragua 

20 

2 

Panama 

3,733 

Peru 

15 

6 

Koumanla 

6 

Salvador 

2 

flptiin T 

496 

4 

Switserland 

1 

6 

United  States 

3,661 

5 

62,810 

45,163 

17,647 

61012**— 12 33 


Appendix  O. 

BEPOBT  OF  HOH.  FRAlfTK  FEUILLE,  HEAD  OF  THE  DEPABTKEVT 

OF  LAW. 


Isthmian  Canal  Commission,  . 
Department  of  Law, 
Ancon,  Canal  Zone,  July  £9, 1912. 

Sm:  I  have  the  honor  to  submit  herewith  a  report  concerning  the 
work  of  the  department  of  law  for  the  fiscal  year  ending  June  30, 1912. 

The  organization  of  the  department  remained  unchanged  through- 
out the  f&cal  year  iust  ended. 

In  addition  to  tne  regular  duties  of  the  head  of  this  department, 
he  was  required  to  render  other  services  of  a  special  character  during 
the  fiscal  year  1911-12  in  the  preparation  of  data  connected  with  the 
testimony  gdven  by  him  to  various  congressional  committees  which 
visited  the  Zone  during  the  autumn  and  winter  of  the  year  1911. 

LEGISLATION. 

A  considerable  number  of  Executive  orders  were  promulgated  by 
the  President  for  the  Canal  Zone  during  the  last  fiscal  year,  and  prac- 
tically all  of  them  were  prepared  in  this  office  or  under  the  supervision 
and  advice  of  the  head  of  the  department.  It  might  be  well  to  refer 
to  these  orders  in  detail. 

The  Canal  Zone  had  no  legislation  providing  for  the  inspection  of 
hulls  and  boilers  of  ocean-going-  vessels,  and,  masmuch  as  vessels  of 
that  character  that  had  not  been  inspected  anywhere  were  plving 
between  the  Canal  2k)ne  and  other  points,  it  was  deemed  advisable  to 
ask  for  the  enactment  of  le^lation  upon  this  important  point,  so 
that  the  commission  authorities  might  oe  free  from  responsibihty  in 
case  of  an  accident  to  any  of  those  vessels.  On  July  21,  1911,  the 
President  approved  and  promulgated  an  Executive  order,  which  had 
been  previously  prepared  in  this  office,  providing  for  the  inspection  of 
steam  vessels.  The  order  was  an  adaptation  of  tne  laws  of  tne  United 
States  upon  that  subject.  All  steam  vessels  carrying  passengers  are 
being  inspected  under  that  order. 

The  laws  of  Colombia  and  Panama  prevailing  in  the  Canal  2k)ne 
prior  to  the  change  of  sovereignty  permitted  cock  fights  and  similar 
exhibitions.  These  laws  had  not  been  specifically  repealed  by  our 
Government  after  American  occupation  of  the  Zone,  so  that  there  was 
no  adequate  law  under  which  cock  fighting  could  be  prohibited.  To 
remedy  that  condition  an  Executive  order  was  promulgated  by  the 
President  on  August  4,  1911^  hj  the  terms  of  wnich  it  was  made  a 
penal  offense  for  anyone  to  mstigate  or  carry  on  any  fi^ts  between 
cocks  or  other  birds,  any  dog  fight,  bull  fight,  or  fight  between  other 
animals.  Since  that  date  there  have  been  no  attempts  to  promote 
cock  fighting  in  the  Canal  Zone. 
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The  employees  of  the  canal  comihission  and  of  the  Panama  Rail- 
road Co.y  m  order  to  deposit  saving  in  some  safe  place  on  the  Zone, 
had  recourse  to  the  practice  of  obtaming  money  oraers  at  the  various 
post  offices  in  the  Canal  Zone,  renewing  these  from  time  to  time. 
Consequently  the  postal  authorities  deemed  it  expedient  to  bring  the 

eastal  savings  system  of  the  Unite4  States  in  a  modified  form  to  the 
anal  Zone,  and  with  that  end  in  view  this  office,  at  the  instance  of 
the  head  of  department  of  civil  administration  and  with  the  aid  of 
the  collector  or  revenues,  prepared  an  Executive  order  upon  the  sub- 
ject, which  was  approved  ana  promulgated  by  the  President  on  Sep- 
tember 8,  1911.  The  order  permits  all  persons  to  make  deposits  in 
the  post  offices,  but  no  interest  is  allowed  on  the  deposits. 

In  order  that  signs  and  bill  posters  or  other  advertising  devices 
should  not  be  placed  on  the  lanas  or  property  of  the  United  States  or 
the  Panama  Railroad  Co.,  an  Executive  order  was  approved  by  the 
President  on  September  8,  1911,  which  provided  a  punishment  by 
fine  of  not  less  than  S5  nor  more  than  $25^  or  imprisonment  not  to 
exceed  30  days,  or  both  such  fine  and  imprisonment,  for  every  act  of 
posting  any  such  sign  or  other  advertising  device  contrary  to  the  pro- 
visions of  the  order. 

The  officials  in  charge  of  transportation  in  connection  with  the 
constniction  work  complained  of  tne  illegal  practice  of  removing  the 
packing  or  waste  from  the  journal  boxes  of  railroad  engines  and  cars, 
and  to  meet  that  condition  the  President  promulgated  an  order  on 
September  14,  1911,  providing  for  a  pumshment  by  fine  of  $100,  or 
imprisonment  in  jail  not  exceeding  30  days,  or  both  nne  and  imprison- 
ment, in  such  cases. 

The  Code  of  Civil  Procedure  was  not  very  clear  as  to  the  require- 
ments regarding  pleadings  in  the  district  courts.  The  provisions  of 
the  code  might  have  been  construed  to  mean  that  written  pleadings 
were  required  in  the  district  courts  as  well  as  in  the  circmt  courts. 
Inasmucn  as  the  intention  was  that  pleadings  should  be  oral  in  the 
district  courts,  except  in  cases  in  which  the  law  required  the  written 
statement  imaer  oath  of  the  parties,  an  amendment  to  the  code  was 
submitted  to  the  President  and  apOToved  and  promulgated  by  him 
on  the  26th  of  September,  1911.  This  order  also  amended  the  law 
relating  to  court  costs  in  civil  cases,  so  that  the  judge  of  the  court  may 
now  tax  the  costs  in  a  suit  against  either  of  the  parties,  or  divide  the 
same  between  them,  or  direct  that  neither  party  to  the  suit  or  pro- 
ceeding should  pay  costs.  The  Executive  order  nas  effected  two  very 
important  and  necessary  changes  in  the  procedure  before  the  courts. 

An  Executive  order  was  prepared  in  this  office  at  the  instance  of 
the  department  of  sanitation  and  was  approved  bv  the  President  on 
the  14  th  of  October.  1911,  by  the  terms  of  whicn  every  physician, 
druggist,  school-teacner.  clergyman,  midwife,  nurse,  head  oi  a  family, 
oi*otner  person  in  attendance  on  or  in  charge  of  anyone  sick  or  injured, 
havmg  knowledge  of  the  existence  in  any  district  of  the  Canal  Zone 
of  any  of  the  diseases  named  in  the  order,  was  required  to  immedi- 
ately report  the  same  to  the  district  physician  or  district  sanitary 
inspector.  The  board  of  health  had  promiugated  rules  and  regulations 
covering  this  subject,  but  the  rules  carried  no  penalty  for  meir  vio- 
lation, and  hence  it  was  necessary  to  obtain  the  Executive  order  in 
question,  so  that  the  regulations  might  be  enforced.  The  law  was 
necessary  in  order  that  the  sanitary  department  might  be  infonned 
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f  the  existence  of  any  communicable  diseases  in  any 

1  Zone. 

laws  of  the  United  States  are  not  applicable  to  the 
expressly  extended  thereto  by  an  act  of  Congress. 

contamed  no  provision  by  which  civilians  could  be 
jiurchasing  clothmg  or  other  allowances  of  soldiers  or 
service  of  the  United  States.  The  presence  of  United 
\  and  marines  on  the  Canal  Zone  made  it  necessarv  to  have 
the  subject.  The  deficiency  was  remedied  by  the  enact- 
) vision  similar  to  that  prevailing  in  the  United  States, 
e  by  an  Executive  order  of  the  rresident  of  November 

elating  to  notaries  did  not  authorize  the  appointment  of 

jurisdiction  coextensive  with  the  limits  of  the  Canal 

limited  their  authority  to  the  boundaries  of  the  district 

Ihoy  were  appointed.     The  notarial  law  was  amended  by 

--«iclent^s  order  or  November  18,  1911,  under  the  terms  of  which 

•'I  of  department  of  civil  administration  is  now  authorized 

'iiit  notaries  and  may  vest  them  with  jurisdiction  throughout 

nal  Zone,  or  limit  that  jurisdiction  to  the  notary's  district, 

wo  discretion  of  the  head  of  department  of  civil  administration 

o<*m  proper.     In  many  instances  the  services  of  a  notary  are 

'*hI  wiien  it  would  be  inconvenient  to  obtain  the  services  of 

•  >tary  in  the  district;  but  by  allowing  notaries  to  function 

>vliere  in  the  Canal  Zone,  the  need  of  calling  on  a  notary  in  any 

ular  district  is  obviated.     In  this  way  business  can  be  disposed 

( li  more  dispatch. 

December  26,  1911,  the  President  issued  an  order  requiring  all 
iiis  engaged  in  the  practice  of   medicine,    surgery,  dentistry, 
uuicy,  or  midwifery  within  the  Canal  Zone  to  obtain  a  license 
.  the  board  of  healtn,  and  imposing  a  penalty  for  failure  to  com- 
w  ith  its  provisions.     The  order  contamed  a  proviso  that  it  shall 
be  construed  to  prohibit  the  practice  of  the  religious  tenets  of 
church  in  the  ministration  of  the  sick  or  suffering  by  mental  or 
itual  remedies,  whether  gratuitously  or  for  compensation,  pro- 
it  d  that  such  sanitary  laws,  orders,  rules  and  regulations  as  now 
,  or  hereafter  may  be,  in  force  in  the  Canal  Zone  are  complied 
tli;  or  gratuitous  services  in  case  of  emergency,  or  the  admimstra- 
»n  of  ordinary  household  remedies. 

At  the  instance  of  the  head  of  department  of  civil  administration 
Ids  office,  in  conjunction  with  the  collector  of  revenues,  prepared 
all  Executive  order  to  provide  a  simple  method  for  the  administration 
of  the  estates  of  deceased  or  insane  persons  who  had  been  in  the 
employ  of  the  Isthmian  Canal  Commission  or  the  Panama  Railroad 
Co.    The  Executive  order  retained  many  of  the  provisions  of  the 
preexisting:  laws  of  the  Canal  Zone,  the  material  change  consisting 
of  the  additional  jurisdiction  given  to  the  coUector  of  revenues  by 
including  the  estates  of  insane  employees  among  those  which  he  is 
now  required  to  administer.    The  new  order  also  gives  the  collector 
of  revenues  authority  to  pay  over  the  estates  of  decedents  and  insane 
persons  to  the  diplomatic  representatives  and  consuls  of  their  respec- 
tive countries  under  certain  conditions.    A  material  change  brought 
about  by  this  order  in  the  existing  laws  relates  to  the  preference 
given  to  the  widow,  minor  cWldren,  or  dependent  relative  in  neces- 
sitous  circumstances  of  the  deceased  employee.    The  claim  of  tiie 
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widow,  minor  children,  or  dependent  relative  in  necessitous  cir- 
cumstances is  superior  to  tliat  of  all  other  creditors  of  the  estate, 
but  the  preference  shall  not  exceed  $500.  The  Executive  order 
makes  another  very  important  change  in  the  existmg  laws.  Here- 
tofore the  collector  of  revenues  acted  as  judge,  as  well  as  public 
administrator,  in  all  cases  that  came  before  him.  He  is  now  required 
to  submit  the  cases  to  the  circuit  court  for  approval.  That  is  to  say, 
all  matters  requiring  judicial  ascertainment  are  passed  upon  by  the 
circuit  court  in  a  bnef  and  summary  manner,  so  as  not  to  delay  the 
adjustment  and  settlement  of  the  estate,  it  was  due  to  the  col- 
lector of  revenues  to  relieve  him  of  the  responsibility  of  acting  as 
judge  as  well  as  a  party  in  these  proceedings,  and  the  change  was 
a^edbyhim.        **     ^  ^  "* 

On  April  17, 1912,  an  Executive  order  was  approved  by  the  Presi- 
dent of  the  United  States  making  it  a  penal  offense  for  anvone  to  go 
upon  any  nlace under  the  controiof  the  United  States  or  the  Panama 
RaUroaa  Co.  and  reserved  and  posted  by  the  Government  or  the  com- 
pany. This  Executive  order  became  necessary  in  order  to  prevent 
mtrusion  upon  lands  selected  and  set  apart  for  the  piu^poses  of  the 
canal  or  the  railroad. 

The  Canal  Zone  laws  are  in  need  of  revision,  so  that  the  legislation 
might  be  brought  under  one  complete  correlated  system.  At  present 
the  Zone  is  governed  by  laws  oi  Colombia,  Panaman  laws,  and  the 
Executive  orders  of  the  President  and  ordinances  of  the  commission. 
The  Colombian  laws  are  scattered  throughout  a  nimiber  of  Looks  and 
many  of  them  are  inaccessible  except  to  the  very  few  persons  who 

Eossess  a  Colombian  law  library,  which  includes  not  only  law  books 
ut  judicial  gazettes  and  other  pubhcations.  This  condition  ought 
to  be  remedied  by  embracing  cul  of  the  Colombian  and  Panaman 
laws  which  it  is  deemed  expement  to  keep  in  one  code  and  repealing 
all  of  the  others  as  being  inapplicable  to  prevailing  conditions  here. 
The  change  fron  a  construction  system  to  an  operating  one  will  c^ 
for  a  revision  in  the  administrative  laws  of  the  Zone,  but  until  the 
attitude  of  Congress  toward  the  canal  and  the  Canal  Zone  is  defi- 
nitely known  through  the  enactment  of  a  fimdamental  law  this  work 
can  not  be  safely  imdertaken.  It  ia  my  opinion  that  the  existing 
system  of  administrative  laws  on  the  2^ne  can  be  materiaUy  sunpli- 
ned  so  as  to  reduce  the  operating  expenses  considerably. 

FBOSECUnXG  ATTOKNEY'S  OFFICE. 

The  prosecutiQg  attorney's  office  is  under  the  charge  of  the  prose- 
cuting attorney  and  the  assistant  prosecuting  attorney.  During  the 
last  fiScal  year  criminal  matters  on  the  Zone  have  been  under  the  im- 
mediate charge  of  the  assistant  prosecuting  attorney,  inasmuch  as  the 
prosecuting  attorney  has  been  assisting  the  head  of  the  department 
m  the  adjustment  of  land  claims  and  others  arising  from  the  con- 
struction of  the  canal  and  in  the  preparation  and  conduct  of  land 
cases  before  the  courts  of  the  Zone. 

Six  hundred  and  fifteen  criminal  cases  were  disposed  of  in  the 
three  circuit  courts,  and  in  the  following  proportions: 

Cases  in  the  circuit  court: 

First  circuit 160 

Second  circuit ^ 333 

Third  circuit 122 
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Of  the  total  number  of  cases  disposed  of: 

Resulted  in  convictions 398 

Resulted  in  acquittals 139 

Resulted  in  diamiBsals 66 

In  which  the  defendants  are  fugitives  and  have  not  been  arrested 12 

615 

The  following  statement  contains  a  classification  of  the  criminal 

cases  coming  before  the  circuit  courts  of  the  Canal  Zone  during  the 
fiscal  year  1912  (July  1,  1911,  to  June  30,  1912): 

Adultery r 9 

Arson 5 

Assault  and  battery 28 

Assault  with  a  deadly  weapon 67 

Assault  with  intent  to  commit  murder 4 

Assault  with  intent  to  commit  felonies  other  than  murder 5 

62 

13 

17 

24 

17 

Gambling * 66 

Grand  larceny 107 

Manslaughter 4 

Murder 3 

26 

6 

7 

Resisting,  etc.,  public  officer 17 

White-slave  traffic 6 

Miscellaneous 122 


Burglary 

Cheats 

Disorderly  conduct. 

Embezzlement 

Forgery. 


Navigation  laws,  violation  of. 

Perjury 

Rape. 


Total. 


616 


As  compared  with  the  statement  for  the  year  ending  June  30, 1912, 
I  submit  a  tabulated  statement  showing  the  number  and  classification 
of  cases  and  the  disposition  of  the  same  for  the  years  1908-9, 1909-10, 
1910-11: 


1908-9. 

Adultery 26 

Assault  and  battery 23 

Assault  with  a  deadly  weapon 37 

Buigjary 30 

Concfpiracy 15 

Disorderly  conduct 21 

Embezzlement 23 

Foigery 13 

Gamblmg 14 

Grand  larceny 91 

Manslaughter 1 

Murder 6 

Perjury 10 

Resisting  arrest 9 

Miscellaneous 88 


Total. 


407 


Convicted 236 

Acquitted 71 

Diamissed 101 


Total. 


407 


1909-10. 

Adultery : 10 

Assault  and  battery 27 

Assault  with  a  deadly  weapon 36 

Buiglary 64 

Disorderly  conduct 18 

Embezzlement 15 

Poxgery 20 

Gambling 16 

Grandlarceny 92 

Manslaughter 8 

Murder 11 

Miscellaneous 93 


Total. 


399 


Convicted 307 

Acquitted ^    46 

Dionissed 39 

Fugitives,  insane,  mistrial 7 


Total. 


399 
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1910-11— Continued. 

_  anest 7 

Miacellaneous 55 

Total 343 


Convicted 236 

Acquitted 79 

Difflnifised 27 

Fugitive l 


1910-11. 

Adultery 18 

A«ault  and  battery 33 

Ajsault  with  a  deadly  weapon 41 

Buiglary 62 

Dimderly  conduct 12 

Embezzlement 27 

False  penonation 10 

Foigery 14 

Grand  larceny 59 

Manslaughter 8 

Mulder 2 

Perjury 5              Total 343 

It  will  be  observed  that  there  is  a  considerable  increase  in  the 
number  of  criminal  cases  for  the  fiscal  year  1912.  To  some  extent 
this  increase  is  accounted  for  by  the  lai^e  number  of  prosecutions  for 
gambling — ^that  is  to  say,  66  cases — ^and  by  prosecutions  for  violation 
of  the  navigation  laws — that  is  to  say,  26  casesT— whereas  there  were  few 
prosecutions  for  these  offenses  in  1910-1 1,  when  only  9  gambling  and  1 
case  for  violation  of  the  navigation  rules  came  before  the  courts.  But 
the  increase  in  gambling  cases  and  cases  of  violation  of  navigation 
rules  do  not  count  entirely  for  the  increase.  There  was  an  increase  in 
the  number  of  other  classes  of  offenses.  ^ 

It  is  not  believed  that  there  has  been  in  reality  any  large  increase  in 
crime  in  the  Canal  Zone,  but  that  this  increase  is  due  to  greater 
activity  on  the  part  of  the  police  force  in  bringing  additional  cases  to 
the  notice  of  the  authoiities,  and  likely  the  reduction  of  the  force  on 
the  canal  works,  and  the  increase  in  the  idle  population  in  consequence, 
is  resj)on8ible  for  part  of  the  increase  in  cnmmal  offenses  at  least. 

Cnminal  cases  are  disposed  of  in  the  Canal  Zone  with  all  dispatch, 
having  due  regard  for  the  rights  of  the  defendants.  That  the  cnxmnai 
business  is  promptly  dispatched  by  the  office  of  the  prosecuting 
attorney  is  manifested  by  the  fact  that  the  new  fiscal  year  1912-13 
commenced  with  only  23  criminal  cases  pending  before  the  three 
circuit  courts.  These  cases  could  not  be  sooner  tried  imder  the  law, 
inasmuch  as  a  trial  can  not  be  had  until  after  the  expiration  of  certain 

Seriods  of  time,  during  which  the  accused  is  presumed  to  prepare  his 
efense. 

During  the  fiscal  year  just  ended  only  four  criminal  cases  were 
passed  upon  by  the  supreme  court  of  the  Canal  2k)ne.  Two  of  these 
cases  resulted  in  an  affirmance  of  the  judgment  of  the  circuit  court; 
in  one  the  trial  court's  finding  was  reversed.  The  fourth  case  was  a 
habeus  corpus  proceeding  brought  originally  in  the  supreme  court. 
TTie  writ  was  dismissed  and  the  contention  of  the  Grovemment  sus- 
tained. There  was  one  criminal  case  pending  in  the  supreme  court 
at  the  beginning  of  the  new  fiscal  year. 

CIVIL    CASES. 

No  congressional  authority  has  been  obtained  autiiorizing  anyone 
in  the  Canal  Zone  to  submit  the  title  of  the  United  States  in  lands  to 
judicial  ascertainment  in  the  Canal  Zone.  Cases  arise  occasionsJh^  in 
which  unlawful  intrusions  are  made  upon  bublic  lands,  and  especially 
upon  those  that  are  bein^  utilized  by  the  Isthmian  Canal  Commission 
for  canal  purposes.  Under  the  circumstances  it  became  necessary  to 
proceed  against  the  intruders.    If  the  land  intruded  upon  has  been 
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set  apart  for  canal  purposes,  the  intruders  are  ordered  to  leave,  and 
upon  their  failure  to  do  so,  as  has  happened  in  some  instances,  they 
are  ejected  by  the  police.  There  can  be  no  question  about  the 
legaUty  of  such  proceedings.  As  soon  as  land  is  set  apart  for  canal 
purposes  the  rignt  of  the  United  States  to  its  untrammeled  use  for 
that  t>urpose  is  unquestioned  under  the  treaty,  without  prejudice  to 
the  claimant's  right  to  obtain  damages  from  a  joint  commission. 
Hence  this  office  has  no  hesitancy  in  having  the  land  cleared  of 
intruders  by  administrative  process.  When  lands  belonging  to  the 
Government  are  intruded  upon  and  are  not  needed  for  construction 

Eurposes,  it  is  deemed  best  not  to  evict  the  people  administratively 
y  use  of  the  police,  but  to  appeal  to  the  courts  for  that  purpose,  and 
a  resort  to  the  courts  is  made  upon  the  theory  that  all  of  the  lands  of 
the  Canal  Zone  are  in  the  possession  of  the  caiial  commission  as  the 
representative  of  the  President,  in  the  possession  of  whom  the  Canal 
Zone  has  been  placed  by  act  of  Congress  for  the  purposes  of  the  canal. 
Hence  the  Isthmian  Canal  Commission  has  authority,  by  necessary 
implication,  to  protect  the  possession  of  the  United  States  in  the 
puolic  lands  of  tne  Canal  Zone,  and  to  obtain  an  injunction  or  other 
adequate  process  to  prevent  intrusions  upon  those  lands,  or  to 
remove  persons  who  have  unlawfully  intruded  thereon. 

Proceeding  upon  the  theory  that  has  jiist  been  explained,  several 
suits  were  instituted  in  the  courts  of  the  Canal  Zone  on  behalf  of  the 
commission,  and  in  others  the  right  of  the  commission  to  the  posses- 
sion of  land  has  been  defended  upon  that  theory. 

Two  hundred  and  twenty-five  acres  of  land  situated  between  the 
cemetery  at  Mount  Hope  and  the  quartermaster's  corral  at  Cristobal, 
were  recovered  in  the  circuit  court  of  Cristobal  for  the  United  States 
and  the  Panama  Railroad  Co.  About  62^  acres  of  this  area  belongs 
to  the  United  States  and  the  balance  to  the  railroad  company.  The 
recovery  was  had  against  Horacio  Stevenson,  who  endeavored  to 
enjoin  the  railroad  company  from  entering  upon  the*land  to  obtain 
spoil  from  the  hills  thereon  to  be  used  in  constructing  the  railroad 
company's  mole  in  Limon  Bay.  The  railroad  company  set  up  title 
to  the  area  in  question,  except  for  the  part  belonging  to  the  United 
States,  and  as  to  that  part  the  Isthmian  Canal  Commission  inter- 
vened and  asked  that  its  possession  be  protected  against  the  claims 
of  Horacio  Stevenson.  'The  suit  resulted  in  a  decree  enjoining 
Stevenson  from  intruding  upon  the  land,  and  the  canal  commission 
and  the  Panama  Railroad  Co.  are  now  in  the  quiet  possession  of  the 
entire  area  in  accordance  with  the  decree  of  the  court. 

Twenty-nine  acres  of  land  lying  partly  m  the  San  Jose  de  Balla- 
vista  tract,  owned  by  the  Jfanama  Railroad  Co.,  and  partly  in  lot  2, 
as  shown  on  the  Harrison-Arosemena  map  and  belonging  to  the 
United  States,  were  levied  upon  under  an  attachment  issued  in  a  suit 
between  private  parties.  Tne  Panama  Railroad  Co.  applied  for  an 
injunction  to  prevent  the  sale  of  that  portion  of  the  land  claimed  by 
it,  and  also  suggested  in  its  petition  tnat  the  remainder  of  the  land 
belonged  to  the  United  States.  The  Panama  Railroad  Co.  fully 
established  its  claims  on  the  trial  of  the  case,  and  thereupon  the  court 
granted  an  injunction  as  to  the  land  belonging  to  the  United  States  as 
well  as  that  belonging  to  the  railroad  company,  and  the  sale  under  the 
attachment  was  prevented. 
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Some  time  a^o  a  suit  was  instituted  in  the  circuit  court  at  Cristobal 
by  Ricardo  Arias  and  Eusebio  Moralles  against  Buben  Arcia  et  al., 
asking  for  the  i>artition  of  lands  daimed  by  the  plaintiffs  in  the  suit 
through  the  heirs  of  Jeronimo  Bracho.  Large  portions  of  the  land 
sou^t  to  be  partitioned  belong  to  the  United  states  and  to  the  Panar- 
ma  xlailroad  Co.,  and  in  order  to  protect  their  interest  against  the 
claims  of  the  plaintiffs  in  the  suit,  it  was  deemed  proper  to  interrene 
on  behalf  of  the  canal  conmiission  and  the  railroad  company.  The 
intervention,  in  so  far  as  the  commission  was  concerned,  is  limited  to 
an  assertion  of  possession  and  right  of  possession,  as  the  a^ent  of  the 
United  States  on  the  Canal  Zone,  the  commission  not  being  author- 
ized to  submit  the  Goyemment's  title  except  as  an  incident  to  the 
trial  of  the  right  of  possession.    The  issue  between  the  parties  in  the 

i>artition  suit  and  the  Panama  Railroad  Co.  involves  the  title  to  the 
and,  as  well  as  the  right  of  possession.  The  proceeding  involves 
some  large  areas  of  valuable  land  situated  close  to  Colon  and  CristobaJ, 
and  includes  the  Mount  Hope  settlement. 

It  was  necessaiy  for  the  commission  and  the  railroad  to  make 
extensive  surveys  in  order  to  separate  the  lands  claimed  bv  the 
United  States  and  the  railroad  company  from  those  which  are 
believed  to  belong  rightfully  to  the  heirs  and  assigns  of  Jeronimo 
Bracho,  and  to  locate  these  lands  upon  the  ^ound.  Several  months 
were  employed  in  this  survey  work,  which  is  now  finished,  and  this 
office  is  nopeful  of  bringing  the  case  to  tried  some  time  during  tbe 
month  of  August  next. 

It  became  necessaiy  to  take  additional  land  at  Las  Cascades  for 
the  uses  of  Canip  E.  S.  Otis,  occupied  by  the  Tenth  Infantry.  The 
land  so  taken  is  in  dispute  with  sir.  B.  Bums  Duncan,  who  made 
objections  to  the  land  being  taken  from  him.  Inasmuch  as  the  ri^ht 
to  take  this  land  for  governmental  purposes  under  the  treaty  is  undis- 
puted, notwitbstandmg  it  may  belong  to  Mr,  Dimcan,  his  objection 
was  i^ored,  leaving  him  to  talce  his  (uaim  for  damages  before  a  joint 
commission.  He  then  applied  for  a  writ  of  injunction  asainst  the 
commanding  officer  of  the  Tenth  Inf antrVi  the  re^imentiu  quarter- 
master, and  the  chief  quartermaster  of  tne  commission,  to  prevent 
them  from  entering  upon*  the  land  in  dispute.  An  answer  was  pre- 
pared by  this  office  on  behalf  of  the  defendants,  and  upon  a  hearing 
the  injunction  was  denied  upon  the  ground  that  if  the  property^ 
the  plaintiff  was  taken  he  had  his  remedy  by  presentmg  a  claim 
before  a  joint  commission,  under  the  provisions  oi  the  treaty. 

A  case  was  instituted  on  behalf  of  tne  United  States  against  H.  V. 
Seixas  to  evict  him  from  the  possession  of  certain  lots  at  Gorgona 
belonging  to  the  United  States.  While  this  suit  was  instituted  in 
the  name  of  the  United  States,  it  was  substantially  on  behalf  of  the 
Isthmian  Canal  Commission,  inasmuch  as  it  only  mvolved  the  right 
of  possession  to  the  lots  in  question.    It  was  simply  a  forcible  detamer 

groceeding.  The  case  was  vigorously  contestea  by  the  defendant 
eixas  in  the  district  court,  and  on  appeal  to  the  circuit  court,  and 
then  by  certiorari  and  inandamus  in  the  supreme  court,  aU  of  which 
courts  decided  against  him,  and  the  commission  finally  obtained  pos- 
session of  the  lots  with  the  houses  on  them. 

The  cases  of  the  United  States  v.  Antonio  Andrade  and  the  United 
States  V.  B.  Bums  Duncan  were  dismissed,  inasmuch  as  they  involved 
title  to  land,  and  hence  the  cases  in  that  form  were  not  authorized 
^y  Federal  statute. 
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Several  disputed  land  claiins  are  now  pending  which  might  be 
adjusted  amicably  if  the  Isthmian  Canal  Commission  or  its  repre- 
sentatives were  authorized  by  Congress  to  agree  upon  boundary  Imes 
with  the  private  claimants.  In  one  of  the  cases  this  office  has  assumed 
the  responsibility  of  adjusting  one  of  these  cases,  upon  the  under- 
standing with  the  private  claimant  that  the  agreement  would  be 
subject  to  ratification  by  Congress.  This  case  involved  the  adjust- 
ment of  the  boundary  dispute  with  Mr.  Eladio  Lasso  de  la  Vega,  who 
owns  a  piece  of  land  in  Aiicon  on  the  Ancon-Balboa  road.  He  con- 
tended that  his  land  extended  to  the  top  of  Ancon  Hill,  and  if  his 
claim  was  a  valid  one  his  land  was  being  encroached  upon  by  the 
works  of  the  Ancon  auarry.  A  settlement  was  effected  with  him  by 
which  he  surrenderee!  about  9  acres  of  the  area  claimed  by  him  and 
the  Oovemment  surrendered  about  2  acres  of  the  area  which  was 
claimed  by  this  office  as  belonging  to  the  (Government.  It  is  probable 
that  a  court  would  give  Mr.  Lasso  all  of  the  land  that  has  been 
accorded  to  him  under  the  agreement.  The  adjustment  leaves  all  of 
the  slope  of  Ancon  Hill  down  to  the  first  foothill  free  of  his  claim, 
and  it  may  be  utilized  now  by  the  United  States  without  question. 
I  am  of  the  opinion  that  the  settlement  is  beneficial  to  the  mterests 
of  the  Government,  but  I  was  unable  to  make  a  definite  and  final 
adjustment  of  the  matter  for  the  want  of  authority. 

Several  small  tracts  of  land  were  acquired  by  the  commission 
authorities  from  private  persons  during  the  last  fiscal  year  by  deed, 
so  that  the  claims  in  those  cases  wiU  not  be  submit  tea  to  the  joint 
commission  for  an  adjustment  of  damages.  The  purchases  so  made 
were  the  following: 


Onntm. 


Almillateguiy  Jeranlmo , 


Arias,  Tomas. 


Duque,  J.  Gabriel.. 
Lopes,  M .  Caballero . 


Mudarra    Minors,    bv    Dr. 
Danl.  Ballen,  goardian. 


Galastlca,  Jose  de  la 

QalasUca,  Fablo,  Caslmlro, 
Patrocino,  and  Sebastian. 

Galastlca,  retra  Paula 

Ganaon,  Stevens,  Hinckley, 
T.  C,  and  Teran,  Oscar  (in- 
terest of  Estefana  Galastlca). 

Murga,  Lorenzo 


Description  of  land. 


Piece  of  land  In  old  La  Boca,  or  Cartagenita.  26 

meters  and  60  centimeters  by  12  meters  and  50 

centimeters. 
Entire  interest  in  Agua  Satud.  Buenayista,  Palo 

Matlas,  AhorOa  Lagarto,  and  Penas  Blancas  Abajo 

estates. 

Unflooded  portion  of  Barro  Colorado  Arriba 

Piece  of  land  in  old  La  Boca,  or  Cartagenita,  10 

meters  by  12  meters. 
One-fourth  interest  in  Santa  Cruz  estate  (74  hectares 

under  Joint  commission  award,   1906,  and   100 

hectares  in  confirmation  of  contract  with  French 

Canal  Co. 

One-fourth  interest  in  Calle  Brula  estate 

One-eighth  interest  in  Calle  Bruja  estate 


.do. 


One-fourth  Interest  in  Calle  BruJa  estate. 


.do. 


Area. 


Hectares, 


370.02 
313 


174 


>112 
M12 

ni2 


>112 


Considera- 
tion. 


1828 

3,800 


3,130 
265 

185 


280 
140 

140 
280 


280 


1  Calle  BruJa  estate  land  purchased  was  approximately  112  hectares. 
*  Approximately. 

(In  addition  to  the  foregoing,  31  quit-claim  deeds  were  taken  by 
the  Panama  Railroad  Co.  from  squatters  at  Toro  Point,  the  total 
consideration  being  $5,578.  These  settlements  are  included  in  the 
statement  showing  claims  settled.  Deeds  were  also  taken  from  the 
heirs  of  Manuel  OEvarez  for  a  finca  at  Gamboa,  consideration  $1,300. 
The  purchase  of  this  finca  is  also  included  under  the  statement  of 
claims.) 
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In  addition  to  the  cases  above  mentioned,  affecting  the  possession 
of  Government  lands,  several  suits  were  instituted  on  behalf  of  the 
Isthmian  Canal  Commission  to  recover  moneys  due  the  commission 
by  private  parties.  In  one  of  these  suits  the  sum  of  $1,080,  the  value 
oi  commissary  stores  embezzled  from  the  commission,  was  recovered. 
In  another  the  sum  of  $1,250  canal  commission  money  that  had  been 
previously  embezzled  was  recovered,  and  in  another  the  smn  of  $275 
the  amount  due  the  commission  authorities  for  the  installation  of 
sanitary  plumbing. 

There  were  538  leases  outstanding  at  the  end  of  the  fiscal  year 
1911-12,  covering  286  building  lots  and  352  hectares  of  land,  wnich 

field  an  annual  rental  to  the  Canal  Zone  government  of  $2,374.77. 
n  addition,  295  revocable  licenses  were  issued  during  the  year  for 
315  lots  in  town  sites,  calling  for  an  annual  rental  of  $2,529.09,  for 
the  use  of  the  Canal  2k)ne  treasury.  The  sum  of  $1,536  was  obtained 
for  monthly  licenses  covering  22  rooms  in  houses  belonging  to  the 
commission  at  Gorgona,  and  $900  additional  for  the  rental  of  one 
house  in  the  same  place,  making  a  total  of  $2,436,  or  a  grand  totid 
for  leases,  licenses,  rental  of  rooms,  and  one  house  of  $7,339.86. 

There  is  a  large  quantity  of  Govenmient  land  occupied  in  the  Canal 
Zone  under  leases  neretoiore  issued  which  have  expued.  Inasmuch 
as  the  lands  so  occupied  will  soon  be  covered  by  the  waters  of  Lake 
Gatun,  it  is  deemed  inexpedient  to  renew  the  leases  or  to  issue  licenses 
to  the  occupants,  and  tney  are  being  pennitted  to  remain  upon  the 
land  without  charge  with  the  understanding  that  they  remam  there 
at  their  own  risk  and  must  remove  whatever  improvements  they  have 
on  the  land  at  their  own  cost  as  soon  as  required  to  do  so  by  the 
encroachment  of  the  waters  of  Lake  Gatim;  ahd,  if  necessary,  the 
comnussion  may  require  them  to  remove  before  their  improvements 
are  reached  by  the  waters  of  the  lake. 

The  foDowmg  is  a  statement  of  the  lands  and  building  lots  now 
occupied  by  private  parties  xmder  leases  and  Ucenses: 


Building  lots. 

Agricultural. 

Revocable  lloeoseB. 

Leases. 

Lots. 

Amount. 

Leases. 

Hectares. 

Amount. 

f'Uffnatis. 

Lots. 

Anoon 

72 

67 

129 

12 

72 

60 

133 

12 

1366.77 

460.60 

422.40 

60.00 

74 

155 

26 

3 

102 

205 

38 

7 

S306.00 

615.00 

114.00 

2L00 

7 
287 

1 

7 

307 

1 

tl4fi.l3 

Empire 

2,3S2.M 

Oorsona 

Cristobal 

Total 

280 

286 

1,318.77 

258 

352 

1,056.00 

2dS 

315 

2,529.09 

Amount. 

1,638;  lots,  286;  hectares,  352 $2,374.77 

Revocable  licenses,  205;  lots,  315 2, 629. 09 

Revocable  licenses,  16;  rooms,  22 1,536.00 

Revocable  licenses,  1;  house,  1 900.00 

Total  (leases  and  revocable  licenses,  850;  lots,  rooms,  and  house,  624;  hectares,  352) 7,339. 86 

The  sum  of  $26,233.90  was  paid  by  the  Isthmian  Canal  Commission 
in  settlement  of  squatters'  claims,  most  of  which  were  for  small 
amounts  and  involved  payment  for  improvements  or  squatters'  rights 
to  lands  which  are  to  be  flooded  by  the  waters  of  Lake  Gatun,  or  to 
be  utilized  for  other  canal  purposes.  These  claims  numbered  504  in 
the  aggregate  and  were  settled  through  this  office. 
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The  following  tabulated  statement  shows  the  number,  character, 
and  location  of  the  various  claims : 


Lands. 


Trinidad  River: 

Railroad  lands 

Republic  of  Panama  lands 
Chanes  River: 

Railroad  lands 

Commission  lands 

Gatun  River: 

Commission  lands 

Republic  of  Panama  lands 

Town  nouse  settlements 

Watershed  settlements 

Toro  Point  reservation 

Miscellaneous  settlements 

Total 


Number 
of  claims. 


Amount. 


1905.00 
335.00 

666.00 
6,912.00 

725.00 
800.00 
6,504.50 
1,557.50 
5,678.00 
2,160.90 


26,233.90 


Miscellaneous  settlements  include  settlements  incurred  in  building 
telephone  lines,  making  surveys,  clearing  for  sanitary  purposes,  claims 
arismg  from  dumps  and  slides,  and  small  claims  ansmg  from  fortifi- 
cation work. 

Out  of  this  total  $8,852  was  paid  directly  bv  the  Panama  Railroad 
Co.,  which  was  reimbursed  by  the  Isthmian  Canal  Commission. 

PANAMA   RAILROAD  MATTERS. 

The  law  department  of  the  Panama  Railroad  Co.  on  the  Isthmus 
remains  with  the  same  organization  as  existed  when  my  last  annual 
report  was  made,  and  consists  of  the  counsel  and  chief  attorney,  who 
is  assisted  by  the  prosecuting  attorney  and  the  assistant  prosecuting 
attorney  of  the  Canal  Zone,  and  the  Spanish-American  lawyer,  who 
appears  before  the  courts  of  the  Republic  of  Panama  on  behalf  of  the 
railroad.  The  legal  services  rendered  by  the  counsel  and  chief  attor- 
ney and  his  assistants  to  the  Panama  Railroad  Co.  continue  to  be 
largely  of  an  advisory  character,  but  there  has  been  a  very  material 
increase  in  the  number  of  suits  against  the  company  in  the  Canal  Zone 
courts.  This  increase  is  mostly  m  damage  suits  for  personal  injuries. 
Several  of  these  cases  have  been  settled  after  the  mstitution  of  the 
suit.     The  following  damage  suits  have  been  disposed  of: 

H.  H.  Rhodes  v.  Panama  Railroad  Co.  This  was  an  action  for 
$40,000  for  personal  injuries.  Judgment  was  rendered  against  the 
defendant  for  $600,  but  a  compromise  settlement  was  made  for  $400, 
the  plaintiff  preferring  to  take  this  amount  rather  than  have  the  case 
go  to  the  supreme  court  of  the  Canal  Zone  on  appeal. 

James  Spears  v.  Panama  Railroad  Co.  The  plaintiff  in  this  suit 
claimed  $5,000  for  personal  injuries.  A  judgment  was  rendered 
against  the  company  for  $100,  and  the  amount  was  paid  and  tiie  case 
disposed  of. 

Robert  Stewart  v.  Panama  Railroad  Co.  The  plaintiff  sued  for  the 
sum  of  $5t000  for  personal  injuries.  The  suit  was  compromised  and 
theplaintiff  was  paid  $355.68  in  settlement. 

Walter  E.  MacK  v.  Panama  Railroad  Co.  The  plaintiff  instituted 
this  suit  for  $50,000  damages  on  account  of  personal  injuries.  The 
case  was  adjusted  by  this  office  with  the  plaintiff,  who  accepted  the 
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sum  of  $5,000  in  full  settlement  of  his  demand,  and  the  suit  was  dis- 
missed. 

In  addition  to  the  foregoing  cases  which  have  been  adjusted,  the 
case  of  C.  C.  Fitzpatrick  v.  The  Panama  Railroad  Co.,  based  upon  a 
claim  for  $15,000  for  personal  injuries,  was  tried  in  the  circuit  court 
of  the  third  circuit  and  a  judgment  in  favor  of  the  plaintiif  obtained 
for  $7,000.  The  case  involves  the  interpretation  of  Colombian  law  in 
force  in  the  Canal  Zone,  and  the  decision  in  this  case  will  have  a  ma- 
terial bearing  on  all  claims  for  damages  for  personal  injuries  arising 
against  the  railroad  company  in  the  future,  inasmuch  as  it  wifl 
establish  a  precedent;  and  hence  the  law  department  of  the  railroad 
is  desirous  of  having  a  full  and  complete  presentation  of  the  law 
issues  to  the  supreme  court  in  the  Zone,  and  we  are  hopeful  of 
obtaining  a  reversal  of  the  judgment. 

There  are  two  cases  now  pending  in  the  circuit  courts  against  the 
railroad  company  in  which  no  trial  nas  been  had.  One  of  these  is  the 
case  of  Peter  J.  ThuU,  administrator,  v,  Panama  Railroad  Co.  This 
is  an  action  for  $20,000  damages  for  personal  injuries.  The  case  will 
be  tried  in  the  near  future.  Tfiie  other  case  is  that  of  Chrissie  Sadler  v. 
Panama  Railroad  Co.,  in  which  the  company  is  being  sued  for  $50,O0O 
for  personal  injuries  resulting  in  the  death  of  the  husband  of  the 
plaintiff.    This  case  is  also  in  condition  to  be  tried  in  the  near  future. 

A  judgment  was  recovered  in  favor  of  the  railroad  company  for 
$170.50,  on  account  of  freight  charges  in  the  case  of  the  Panama  Kail- 
road  Co.  V.  Ogilvie.  Ogilvie  has  paid  the  judgment  in  full  with  the 
costs. 

Besides  the  foregoing  suits  involving  money  demands  the  railroaa 
company  has  had  litigation  relating  to  lands.  These  suits  involve, 
as  well  as  the  railroad  company,  the  Isthmian  Canal  Commission,  and 
have  been  referred  to  ia  the  precediag  pages  of  this  report,  being  the 
cases  of  Horacio  Stevenson  v.  The  ranama  Railroaa  Co.,  and  The 
Panama  Railroad  Co.  v.  Felix  Luna,  et  al.  There  is  also  pending  in 
the  circuit  court  at  Cristobal  the  case  of  Cerezo  v.  Diaz  et  al.,The  Pan- 
ama Railroad  Co.,  intervener,  which  involves  the  title  to  land  at  Toro 
Point  across  Limon  Bay.  The  land  in  question  has  been  taken  over 
by  the  United  States  for  a  military  reservation  since  the  institution  of 
the  suit. 

The  land  at  Toro  Point  is  the  property  of  the  Panama  Railroad  Co., 
acquired  under  the  grant  from  the  Colombian  Government,  but 
squatters'  rights  are  being  asserted  by  several  claimants.  In  a 
mmiber  of  tnese  cases  settlement  was  made  with  the  squatters  by 
payment  to  them  of  the  value  of  their  small  improvements.  Several 
claims  are  left  imad justed.  In  these  the  parties  are  asserting  owner- 
ship in  fee  simple  to  the  land  embraced  in  the  claims.  Suit  nas  been 
instituted  on  behalf  of  the  railroad  in  the  circuit  court  at  Cristobal 
against  Eufracia  C.  de  Villalobos  et  al.  for  a  portion  of  the  Toro  Point 
lands,  and  the  issues  should  be  tried  out  in  the  very  near  future. 

There  is  a  triangular-shaped  piece  of  land  lying^to  the  northeast  of 
Colon,  part  of  the  land  panted  to  the  Panama  Railroad  Co.  by  the 
Government  of  Colombia,  which  contains  about  12,000  or  15,000 
acres.  The  land  is  now  occupied  bv  various  claimants  and  squatters. 
It  is  believed  that  the  larger  part  or  this  land  can  be  recovered  for  the 
Panama  Railroad  Co.  against  these  adverse  claimants,  and  with  that 
end  in  view  a  sidt  was  mstituted  on  behalf  of  the  rauroad  company 
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in  the  circuit  court  at  Cristobal.  The  case  wUl  probably  be  tried  in 
August  next. 

The  most  impK)rtant  land  litigation  now  pending  is  that  which 
involves  the  claim  of  the  heirs  and  assigns  of  Jeronimo  Bracho. 
deceased,  embracing  land  in  the  vicinity  of  Cristobal  and  Colon  ana 
lying  to  the  south,  east,  and  northeast  of  those  places.  It  includes  a 
large  area  claimea  by  the  United  States  as  public  land,  upon  which 
the  Brazos  Brook  Reservoir  and  Watershed,  the  powder  magazine, 
and  the  Colon-Oatiin  road  are  situated,  in  a4dition  to  lands  granted 
to  the  Panama  Railroad  by  the  Qovemment  of  Colombia,  as  shown 
on  the  Harrison-Arosemena  map.  The  most  valuable  part  of  the 
lands  is  the  area,  on  which  the  settlement  of  Mount  Hope  is  situated. 
Tins  litigation  has  already  been  referred  to  in  a  previous  part  of  this 
report.    The  case  will  probably  be  tried  in  August  next. 

The  Panama  Railroad  Co.  obtained  the  siun  of  $126,622.16  in 
rentals  from  leases  of  its  lots  in  the  cities  of  Panama  and  Colon  and 
the  lots  and  lands  owned  by  it  in  the  Canal  Zone  as  compared  with 
$98,688.56  obtained  in  1911,  an  increase  in  revenues  of  $27,933.60. 
The  following  tabulated  statement  shows  the  number  of  leases  in 
effect  for  lots  and  lands  in  the  cities  of  Panama  and  Colon  and  in  the 
Canal  Zone  for  the  years  1911  and  1912,  respectively,  with  the  classi- 
fication and  location  of  leases: 


Cokm 

Fox  River. . . 

Qatiin 

New  Friioles. 
Monte  Llrio.. 

Empire 

Culebn 

Panama 

Scattering 

Agrlcultiual.. 


Total. 


1911 


527 

eo 

160 
19 


863 


347 

73 

7 


1,829 


1912 


tt2 
«S 

157 

24 

14 

40B 

318 

306 

60 

228 


2,813 


Lots. 


890 

290 

423 

78 

7 


1,926 


1911 

1912 

480 

680 

49 

64 

198 

185 

21 

27 

19 

441 
824 
437 
60 
228 


2, 


Rentals. 


1911 


852,982.86 

8,088.00 

5,923.00 

823.00 


11,711.10 

6,880^90 

17,671.90 

861.00 

288.20 


98y6B8b56 


1912 


878,470.60 

8,120.20 

5,766.80 

877.00 

522.00 

12,819.60 

•6,870.40 

19,833.00 

447.30 

1,406.20 


126,632.16 


MisoeDaneoos  lots  leased: 

Churches 

Parks 


Schools 

Firs  stations 

Mtmidpal  washhouse 


53 

4 

10 

4 

1 


Total. 


72 


The  litigation  of  the  Panama  Railroad  Co.  in  the  courts  of  the 
Republic  of  Panama  during  the  fiscal  year  just  ended  consisted  of 
four  cases.  One  of  these  involved  the  possession  of  a  lot  of  land  in 
the  city  of  Panama  which  was  being  unlawfully  detained  by  the 
tenant.  After  the  institution  of  suit  the  tenant  paid  all  his  rentals 
and  costs  of  suit  and  the  case  was  disnussed.  ^ 

Another  of  these  cases  involves  a  claim  against  the  Panama  Rail- 
road Co.  for  passes  over  the  road  under  a  convevance  to  the  company 
for  a  right  or  way  over  lands.  The  case  has  Been  in  the  courte  for 
some  time.  It  was  originally  instituted  in  one  of  the  circuit  courts 
of  the  city  of  Panama.  A  judgment  was  there  rendered  against  the 
Panama  Railroad  Co.,  and  the  company^  appealed  the  case  to  the 
supreme  court  of  the  Republic^  where  it  is  now  pending. 


l...  ,  '"It:;,; 

i..:-:'ti.., 


Appendix  P. 

.  w .  C.  GOBOAS,  HEDICAL  OOBPS,  XJinTED  STATES 

^^Ai.   OF  ISTHUAV   CAlfAL   COMHISSIOIT,  CHIEF 

ixICEB,  HEAD  OF  THE  DEPABTMEHT  OF  SAHI- 


Isthmian  Canal  Commission, 
Office  of  the  Chief  Sanitary  Officer, 

Ancan,  Canal  Zone,  July  22,  1912. 

-1.^  honor  to  submit  herewith  the  annual  report  of  the 
.uiitation  for  the  fiscal  year  ending  June  30,  1912. 
lo  the  death  rate  among  employees  of  the  Isthmian 
\)Vi  and  Panama  Raikocui  Co.  for  the  fiscal  year  just 

•  A  with  similar  figures  for  previous  years  since  1906 

'W: 

WHITE  EMPLOYEES. 


Average 
'  number. 


7,727 
12,058 
12,299 


Total 
deaths. 


123 
186 
147 


Annual 

a^nerftfse 

per  1,000. 


15.93 
16.34 
11.95 


Year. 


1909-10. 
1910-11. 
1911-12. 


Average 
number. 


11,954 
12,891 
12,380 


Total 
deaths. 


106 
129 
114 


Axmual 

average 

per  1,000. 


9.03 

10.01 

9.21 


BLACK  EMPLOYEES. 


24,687 
20,999 
81,962 


1,150 
604 


45.94 
19.48 
11.98 


1909-10. 
1910-11. 
1911-12. 


38,581 
36,238 
87,688 


440 
428 
394 


U.40 
11.81 
10.47 


ALL  EMPLOYEES. 


82,314 
43,067 
44,261 


1,278 
788 
530 


39.41 
18.32 
11.97 


1909-10. 
1910-11. 
1911-12. 


50,535 
49,129 
50,006 


548 
557 
506 


10.84 
11.34 
10.16 


:ho  same  period  the  death  rate  of  the  total  population  of  the 
>f  Panama  and  Colon  and  of  the  Canal  Zone  was  as  follows: 


(^ar. 


Average 

Total 
deaths. 

Annual 

averace 

per  1,000. 

87,215 
112,003 
137,360 

3,670 
3,100 
2,807 

4108 
27.67 
22.04 

Year. 


1909-10 
1910-11 
1911-12 


Average 

popula- 

tSon. 


144,614 
154,255 
150,547 


Total 
deaths. 


3,736 
3,409 
3,163 


Annual 
average 
ler  1,000. 


18.91 
22.10 
19.83 
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Another  of  these  cases  involves  the  title  to  lot  B,  in  Juan  Ponce 
Street,  in  the  city  of  Panama.  The  suit  was  instituted  in  the  courts 
of  the  citjT  of  Panama  against  the  railroad  companv,  and  a  judgment 
was  therein  rendered  in  favor  of  the  plaintiff  ana  against  the  com- 
pany, who  took  an  appeal  to  the  supreme  court  of  the  Kepublic.  The 
issues  were  submitted  to  the  supreme  court,  which  has  the  case  under 
advisement,  and  the  decision  should  be  rendered  in  the  very  near 
future. 

The  remaining  case  is  one  in  which  a  suit  was  instituted  against 
the  railroad  company  upon  a  claim  for  passes  over  the  road  under  a 
conveyance  to  the  railroad  company  or  a  right  of  way.  This  case 
was  aLso  instituted  in  the  courts  of  the  ci^  of  Panama.  The  trial 
court  rendered  a  judgment  in  favor  of  the  Panama  Railroad  Co.,  but 
upon  appeal  by  the  plaintiff  to  the  supreme  court  of  the  Bepublic  the 
decision  of  the  trial  court  was  reversed  and  rendered  against  the 
railroad  company. 

This  case  is  interesting  because  of  the  novel  legal  issue  involved. 
The  Panama  Kailroad  C^.  many  years  ago  obtained  a  right  of  way 
for  a  spur  along  the  shore  front  in  the  city  of  Panama,  and  as  a  con- 
sideration for  the  right  of  way  paid  the  owner  the  sum  of  $9,000  gold 
and  furnished  him  with  20  carloads  of  rock.  In  addition^  tJie  railroad 
agreed  to  give  passes  to  him  and  his  family,  not  to  exceed  five.  He 
is  dead  and  his  wife  is  dead.  He  left  two  grown  children,  and  these 
have  families  of  their  own.  The  Panama  Railroad  Co.  contended 
that  inasmuch  as  the  family  of  the  grantor  of  the  right  of  way  has 
ceased  to  exist,  the  obligation  to  furnish  passes  on  the  part  of  the 
railroad  had  terminated.  The  supreme  court  of  Panama  interprets 
the  word  "family"  in  the  contract  as  being  equivalent  to  heirs,  and 
in  consequence  has  ordered  the  Panama  Railroad  Co.  to  issue  not  to 
exceed  five  passes  to  the  heirs  of  the  deceased  grantor.  A  motion 
for  rehearing  has  been  filed  in  the  court  on  behaff  of  the  railroad,  on 
which  a  decision  of  the  court  is  expected  very  soon. 

There  is  nothing  to  be  added  to  the  recommendations  made  in  my 
last  annual  report  in  respect  to  the  Panama  Railroad  Co.  The  rela- 
tion of  the  railroad  to  the  canal  in  the  future  is  a  matter  of  covem- 
mental  policy  and  depends  entirely  upon  the  action  to  be  tf^en  by 
Congress. 

Respectfully,  Frank  Feuillb, 

Head  of  Department  of  Law. 

Col.  George  W.  Goethals,  U.  S.  Army, 

Ghmrman  and,  Chief  Enffineer,  (Julebra,  Carud  Zone. 
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Isthmian  Canal  ComnssiON, 
Office  of  the  Chief  Sanitary  Officer, 

Ancan,  Carud  Zone,  July  22, 1912. 

Sir:  I  have  the  honor  to  submit  herewith  the  annual  report  of  the 
department  of  sanitation  for  the  fiscal  year  ending  June  30,  1912. 

Statistics  as  to  the  deatib  rate  among  employees  of  the  Isthmian 
Canal  Commission  and  Panama  Railrofui  Co.  for  the  fiscal  year  just 
closed  compared  with  similar  figures  for  previous  years  since  1906 
are  shown  below : 


WHITE  EMPLOYEES. 


Year. 


1905-7 
1907-<8 
1908-0 

1905-7 
]907-« 
190»-« 

1905-7, 
1907-8. 
1906-4) 


Atbtb^ 
nomber. 


7,727 
12,068 
12,200 


Total 
deaths. 


123 

186 
147 


Annoal 

averaice 

per  1,000. 


16.93 
16.34 
11.96 


Year. 


1900-10. 

1010-11. 

,  1911-12. 


ATorage 
numtjer. 


11,054 
12,891 
12,380 


Total 
deaths. 


108 
129 
114 


Annual 

average 

per  1,000. 


9.03 

10.01 

9.21 


BLACK  EMPLOYEES. 


24,887 
20,999 
81,963 


1,160 
604 


46.94 
19.48 
11.96 


1900-10. 
1010-11. 
1011-12. 


88,681 
80,288 
87,6S8 


440 
428 
804 


n.40 
11.81 
10.47 


ALL  EMPLOYEES. 


82,314 
43,057 
44,261 


1,278 
780 
680 


80.41 
18.32 
11.07 


1900-10. 
1015-11. 
1011-12. 


60,636 
40,129 
60,006 


648 
657 
606 


10.84 
11.84 
10.16 


For  the  same  period  the  death  rate  of  the  total  population  of  the 
cities  of  Panama  and  Colon  and  of  the  Canal  2k)ne  was  as  follows: 


Year. 


1906-7 
1907-8 
1906-0 


ula- 


'ar 


87,2U 
112,008 
127,862 


Total 
deaths. 


8,670 
8,100 
2,807 


Annual 

averase 

per  1,000. 


42.06 
27.67 
22.04 


Year. 


1900-10 
1910-11 
1911-12 


Average 
pogoU. 


144,614 
164,266 
160,647 


Total 
deaths. 


2,736 
3,400 
3,163 


Annual 

avertfe 

per  1,000. 


18.01 
22.10 
10.88 
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The  death  rate  among  white  employees  from  the  United  States  for 
the  past  five  fiscal  years  was: 


Year. 


1907-8. 
1908-«. 
190»-10 


Average 
number. 


5,085 
5,12« 
5,573 


Deaths, 
allcaaes. 


41 
42 
31 


Annual 

average 

per  1,000. 


8.14 
8.19 
5.56 


Year. 


1910-11. 
1911-12. 


Average 
number. 


6,163 
5,934 


Deaths, 
aU 


33 
35 


Annaal 

average 

per  1,000. 


5.35 
5.90 


For  the  same  period  the  death  rate  dmong  the  white  employees 
from  the  United  States  and  their  families  on  the  Canal  Zone  was:- 


Year. 


1907-8. 
1908-9. 
190(hl0 


Average 
number. 


7,040 
8,105 
9,198 


Deaths, 
allcaaes. 


59 
64 
54 


Annual 

average 

perl,()00. 


8.38 
7.89 
5.87 


Year. 


1910-11. 
1911-12. 


Average 
number. 


10,500 
10,410 


Deaths, 
all  cases. 


58 
66 


Annual 
average 
per  1,000. 


&.58 
&34 


Adding  to  the  above  figures  the  officers  and  men  of  the  Tenth 
Infantry,  the  Marine  Corps,  and  their  families,  the  death  rate  was 
5.43  per  thousand. 

Amon^  all  employees  there  were  during  the  fiscal  year  just  closed 
154  deaths  from  violence,  as  against  178  ror  the  year  1910-11. 

Deaths  of  employees  from  tropical  diseases,  and  from  lobar  pneu- 
monia, pulmonary  tuberculosia,  and  typhoid  fever  for  the  past  six 
fiscal  years  were  as  follows: 


Dysentery 

Malaria 

Black-water  fever 

Liver  abscess 

Pneumonia 

Pulmonary  tuberculosis 
Typhoid  fever 


190^7 


58 

206 

6 

5 

466 

6 

95 


1907-« 


35 
98 
13 
11 
175 
60 
42 


1908-9 


10 
47 
22 
8 
60 
38 
19 


1909-10 


13 
45 

6 

6 

77 

5' 

16 


191(K11 


18 

41 

9 

8 

83 

28 

0 


I 


19U-12 


13 
21 
15 

7 

82 
» 

8 


The  daily  sick  rate  for  employees  which  includes  the  sick  in  hos- 
pitals, sick  camps  and  quarters  was  22.91  per  thousand  compared  to 
23.01  for  1909-10  and  24.77  for  1910-11. 

The  daily  per  capita  cost  of  subsistence  for  all  patients  was  SOJ252. 
The  per  capita  cost  of  patients  treated  in  hospitals  was  $1.22  per 
day.  Deducting  from  this  amoimt  the  receipts  for  treatment  of 
patients  not  entitled  to  free  treatment,  the  net  per  capita  cost  was 
$0.96  per  day. 
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The  morbidity  rate  of  malaria  is  taken  as  an  index  for  health  con- 
ditions on  the  Isthmus.  The  following  table  shows  the  admission 
rate  per  1,000  since  1904  of  employees  sick  with  malaria: 

Per  thousand. 

1904-5 162 

190&-6 727 

1906-7 626 

1907-8 287 

1908-9 312 

1909-10 183 

1910-11 202 

1911-12 143 

Very  respectfully, 

W.  C.  GORGAS, 

Chief  Sanitary  Officer. 
Col.  Geo.  W.  Goethals,  U.  S.  Army, 

Chairman  and  Chiejf  Engineer,  Culehra,  Canal  Zone. 


Vital  Statistics,  Fiscal  Ybab  1911-12. 
Deaths  of  employees  of  the  Isthmian  Canal  Commission  and  Panama  R,  R,  Co. 


number 
of  em- 
ployees. 

Total  number  of  deaths  from— 

Annual  death  rate  per  1,000. 

Color. 

Disease. 

Violence. 

AU 
causes. 

Disease. 

Violence. 

AU 

eauMB. 

White 

12,380 
37,628 

68 
286 

46 
108 

114 
304 

5.40 
7.60 

3.72 
2.87 

0.21 

Colored 

10.47 

Total 

50,008 

354 

154 

508 

7.08 

3.06 

10.18 

Deaths  in  the  cities  of  Panama  and  Colon  and  the  Canal  Zone, 


Place. 

Popula- 
tion. 

Deaths. 

Annual 
average 
per  1,^0. 

Panama r  .   .  .  -  r  -  .  -  r  -  -  .  .  -  t r  ...  r  ...  ^  .  ^  .  w  ...  r  t  ........  r 

46,887 
20.001 
02,560 

1,347 
503 

1,313 

28.73 

Colon 

25.04 

Canal  Zone -.,-,„-,„„, „,..,„„-  ^  „  ^ ,..,,.,---,--  - 

14.18 

Total 

150,547 

3,163 

10.82 

Note.— The  figures  relating  to  the  number  of  employees  are  oomplled  fhnn  the  pay  rolls  of  the  difTerent 
months  of  the  year.  The  population  and  deaths  as  given  for  the  aties  of  Panama,  Colon,  and  the  Canal 
Zone,  include  employees  and  dvil  population. 

Total  admissions  of  employees  to  hospitals  and  sick  camps,  including  those  sick  in  quarters 40, 008 

Average  per  1,000  of  admissions  of  employees  to  hospitals  and  sick  camps.  Including  those  sick  in 
quarters 807 
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Deaths  by  age,  color,  and  eex. 


Age. 


Under  1  year.. 

I  to  4  years 

6  to  10  years... 

II  to  30  years.. 
21  to  30  years.. 
81  to  40  years.. 
41  to  50  years.. 
51  to  60  years.. 
61  to  70  years.. 
71  to  80  years.. 
81  to  90  years.. 
01  to  100  years., 
101  to  110  years. 
Unknown 


Total. 


WUte. 


Male. 


90r 
25 

3 
10 
67 
68 
56 
30 
10 

6 

3 


1 

4 


373 


Fe- 
male, 


61 

12 

5 

7 

12 

19 

8 

7 

6 

2 

3 


144 


Total. 


151 

37 

8 

17 

79 

87 

64 

37 

16 

8 

6 


1 
6 


617 


Colored. 


Male. 


468 

113 

14 

87 

397 

228 

164 

83 

41 

10 

1 

1 


39 


1,646 


Fe- 
male. 


334 

105 
22 

54 

177 

127 

67 

30 

20 

17 

4 


1 
7 


965 


TotaL 


802 

218 

36 

141 

674 

355 

231 

113 

61 

27 

5 

1 

1 

46 


2,611 


Yellow. 


Male. 


1 

11 

10 

2 

3 


33 


Fe- 
male. 


Total. 


3 
1 


1 

11 

10 

3 

3 


35 


Total. 


Male, 


561 

138 

17 

88 

475 

306 

222 

116 

61 

18 

4 

1 

1 

44 


2,052 


Fe- 
male. 


305 

118 

27 

61 

189 

146 

76 

37 

26 

19 

7 


1 
9 


1,111 


TotaL 


956 
256 
44 
159 
664 
452 


153 
a 
37 
11 
1 
2 
53 


3.163 


Deaths  by  nationality. 


Nations. 


Antigua 

Anfltria 

Bahama  Islands. 

Barbados 

Bavaria 

BoUvla 

Canada 

Chile 

China 

Colombia 

Costa  Rica 

Cuba 

Curacao 

Demwara 

Pominica 

Ecuador 

England 

Fortune  Islands. 

France 

Germany 

Greece 

Grenada 

Guadeloupe 

Guiana,  British. 

Haiti 

Holland 

Honduras 

India 

Ireland 

Italy 


Em- 
ployees. 


13 

1 

3 

111 


1 

is' 


9 
1 


12 
1 
1 
5 

12 
6 
2 
2 
1 
1 
4 


Nonem- 
ployees. 


19 
1 


269 
1 
1 
2 
4 

32 
138 
8 
7 
1 
6 
1 
4 

11 
2 

10 
2 
4 

14 

16 
1 
4 


1 

1 

10 


Total. 


32 
2 
3 
380 
1 
1 
2 
5 

32 

161 

8 

8 

1 

15 

2 

4 

11 

14 

11 

3 

9 

26 

21 

3 

6 

1 

1 

6 

1 

15 


Nations. 


Jamaica 

Japan 

Martinique... 

Mexico , 

Montserrat. . . . 

Nassau 

Nevis 

Nicaragua 

Norway 

Panama 

Peru 

Porto  Rico. . . . 

Portugal 

Russia 

San  Salvador. 

St.Kitts 

St.  Lucia 

St.  Thomas... 
St.  Vincent... 

Spain 

Syria 

Switserland... 

Trinidad 

Turks  Island.. 
United  States. 

Venezuela 

West  Indies... 
Unknown 


Total. 


Em- 
ployees. 


121 


22 
2 
8 
3 


2 
14 


2 

3 

10 

1 

9 

54 


12 

1 

36 


606 


Non- 
ployees. 


556 

1 
60 

4 
9 
1 
1 
5 


1,222 

14 
2 
1 
1 
1 
5 

43 
5 
7 

56 
2 
2 

16 
2 

51 
7 
1 

11 

2,655 


Total. 


677 
1 

6 

17 
4 
1 
5 
2 
1.236 

14 
3 
4 
1 
3 
8 

53 
6 

16 

110 

2 

3 

»i 
3 

^ 
7 

3 

11 

3.163 
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Causes  of  deaths  of  employees  of  the  Isthmian  Canal  Commission  ahd  Panama  R.  R, 


Causes  of  death. 


DISEASE. 

Alcoholism,  acate  and 
chronic 

Anemia 

Aneurysm 

Angina  pectoris 

Apoplexy 

Appendicitis 

Brain,  softening  of 

Cancer  and  other  malig- 
nant tumors: 
Of  buccal  cavity... 
O  f  stomach  and  liver 
Of  organs  not  specl- 

Dysentery 

Amebic 

Clinical 

Embolism  and  throm- 
bosis  

Empyema 

Encephalitis 

Endocarditis,  acute 

Fever: 

Hemoglobinuric 

Malaria 

Malaria,  cachexia. . . 

Malaria,  estlvo  au- 
tumnal  

Typhoid 

Heart,  organic  disease  of 

Hemorrhages  other 

Hernia,  strangulated . . . 
Infection    of    undeter^ 

mined  origin 

Liver: 

Abscess  of. 

Cirrhosis  of. 

Disease  of 

Lunffs: 

Abscess  of 

Oangreneof. 

Measles 

Meningitis: 

Pneumocoocos 

Tuberculous 

Simple 

Nephritis: 

Acute 

Chronic 

Other  diseases  of  the  dl- 

S stive  system 
er  diseases  of  the 
kidneys  and  annexa. . , 


White. 


3 


1 
1 

2 


14 


10 
3 
3 


4 
1 


3 


1 

4 


Colored. 


1 
3 
1 
3 


3 

3 
1 
3 
9 

3 
1 
1 
1 

1 
1 
1 

9 
6 
14 
1 
1 

3 

3 
2 
1 

3 
8 
2 

5 
1 

4 

3 
38 


Total. 


3 
1 

4 
1 

4 
1 

4 


1 
3 

3 
1 
8 
9 

3 
2 
1 
1 

15 
1 
1 

19 
8 

17 
1 
1 


7 
3 
1 

3 
6 
3 

5 
1 
5 

4 
33 

1 

3 


Causes  of  death. 


DISEASE— continued. 

Other  forms  of  mental 

alienation 

Other  diseases  of  the 

nervous  system 

Pericarditis 

Phlebitis 

Peritonitis,  simple 

Pleurisy 

Pneumonia 

Lobar 

Pupura  hemorrhagica. . 

Pyemia 

Pyemia  and  septicemia, 

pneumococdc 

Septicemia 

Purulent  infection 

and 

Spleen,  disease  of 

Stomach,  disease  of 

Stricture  of  urethra 

Svphilis 

Tetanus 

Tuberculosis: 

Abdominal 

Disseminated 

Miliary 

Pulmonary 

Ulcer: 

Duodenal 

Of  the  stomach 

Undiagnosed 


VIOLENCE. 


Absorption  of  deleterious 


Accidental  traumatisms, 

various 

Bums  and  scalds 

Drowning,  accidental. . . 

Dvnamite  en>losioiis 

Electric  shock 

Homicides 

Injuries  by  animals 

Lightning 

Poisonings,  acute 

Railroad  accidents 

Suicides 

Other  external  violence. . 

Total 


White. 


7 
2 


1 
8 


6 
6 
3 
3 


17 
3 
1 


114 


Colored. 


1 
3 
1 
1 
3 
6 
69 
1 
5 


5 
1 
1 
1 
2 
1 

2 
21 

6 
25 

2 

1 
1 


24 

3 
15 
12 

1 

3. 

1 

2 

1 
40 

3 

2 


394 


Total. 


1 
2 
1 
1 
2 
0 
76 
1 
7 

4 

1 

6 
1 
1 
1 
3 
1 

3 
31 

5 
36 

3 
1 
1 


33 
3 

31 

18 
3 
5 
1 
3 
1 

57 
6 
3 


508 


.    I 
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peathi  of  white  employees  from  the  UniUd  States. 


Nune. 


JfUf,  1911, 
Brown,  John  F.... 


Elaey,  Jdhn  T 
Peony,  H.  H.. 


Auifuat,  1911. 


Blair,  J.  C 

Caldwell,  Q.  A. 


MoArthur,  Semoro. . 
September  f  191 L 


Alton,  Steven  M. 
Clayton,  W.E.. 
Coe,H6nryP... 


October,  1911. 

West,C.B 

November,  1911. 
Benion,H.  a 


McEvers,  Edward. 
Torrell,  joaieph 


December,  1911. 


Des  Londes,  Oscar 

Treadwell,  Edward  F. . 
WaUendorff,  Joseph 

Jamtarp,  1919. 


Qrissby,  Frank  C . 

QuJllon,  Felix 

Horam,  J.  L 


Fd/ryirji,  1918. 

CotejS.C 

CoUp,  E.H 

Ferguson,  Howard. 


March,  1919. 


Hagan.  John 

Komfeld,  Karl... 
Longtin.  F.  R.... 
Badfer,  Joseph  V . 


April,  1919. 
Kenison,  Nelson. . 

Maf,  1919. 
Golden,  John?.., 


Ooold,  Charles  R. 
Hlgley,  Charles.. 
Kemp,  John  D... 
Mahoney,  Martin. 


June,  1919. 
Brenner,  Joseph  B , 


Powers,  Ike 

Bohwarts,  Henry. 


Division. 


Transportation. 


Atlantic  diviaion. 
Central  divisiOB. . 


Padflo  division 

Department  of  sanita- 
tion. 
Mechanical  division. . . 


Civil  administration. 

Atlantic  division 

do 


Central  division. 


Mechanical  division . . 


.do. 


Municipal  engineering 
division. 


Panama  Railroad  Co. 

Padflo  division 

Central  division 


Central  division 

Panama  Railroad  Co. , 
Civil  administratian. . 


Central  division 

Panama  Railroad  Co. . 
Quartermaster's     de- 
partment. 


Panama  Railroad  Co. , 

Atlantic  division 

Padflc  division 

Central  division , 


Medianical  division . . 


Padflc  division. 


Civil  administration... 

Atlantic  division 

Civil  administration... 
McClintio-Marshall  Co. 


Panama  R.  R.  com- 
m 


ISStVi  T . 

Iflcdvi 


Padflc  division , 

Mechanical  division . . 


Time  on 
Isthmus. 


Age. 


2  years,  11 

months. 

6  years.... 

4  years.... 


U  years... 
7i  years.. 

6  years... 


14  months. 
4  years.... 
9  months.. 


6yean.. 


1  year,  4 
months. 

2yearB 

6yeais 


2yearB.... 
7  months. 
Tyears.... 


4  years.. 
6  years.. 
2i  years. 


Syears.. 
7  years.. 
2  weeks. 


7  years. 
2  years. 


5|  years... 


4  years.... 


3  years.  9 
months. 
7  months.. 
3)  years... 
7  months.. 
1  year 


4years., 

6]rears.. 
7year8.. 


56 

88 
66 


46 

46 

49 


41 
46 
49 


44 


32 

43 
37 


34 
24 
40 


46 
32 
23 


64 
61 
60 


45 
42 
29 
60 


60 


84 

82 
43 
26 
42 


38 

66 
46 


Cause  of  death. 


Railroad  traomatiam. 

Hemoglobinnric  fsver. 
Acute  ak)Qholiam. 


Traomatism  by  falL 
Abscess  of  liver. 

Chronic  nephritis. 


Septioemia. 

Disease  of  the  digestive 

HemoglobinurloiBver. 


Chronic  nephritis. 


Malaria  fever,  estlvo-aatamnal. 

Traumatism  by  machines. 
Suidde  by  cutting  instrument. 


Electric  shock. 
Traumatism  in  mines  and 
Hepatic  abscess  (amebic). 


Heart  lyiure. 
Boftenlnc  of  the  brain. 
Malaria  fever,  estivo^atamiML 


Simple  meningitis. 
Abscess  of  the  liver. 
Acute  nephritis. 


Appendicitis. 
Organic  disease  of  heart. 
Riulroad  traumatism. 
Do. 


Traumatism  by  machioes. 


Traumatism  in  mines  and  qnanies. 


Suidde  by  firearms. 
Absorption  of  deleterioas 
Acddental  drowning. 
Traumatism  by  fall. 


Acddental  drowning. 

Hemoslobinuric  fever. 
Amebic  abscess  of  liver. 
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Deaths  of  wkUe  women  and  children  from  the  United  States. 


Name. 


/tt2y,  mi. 


Drake,  Grace  Pearl 

Flemming,  Harry  WilUam  .. . 

Kelly,  Hannah 

Otis.  Amelia 

Venier,  Robert 


Avffuttf  1911, 


Denst,  Frank 

Sommers,  Frederick. 
Swain,  John 


September,  1911, 


Boyd,  Elisabeth  M 

Fenstermacher,  Jack  Edwin. 

Orier,  Robert 

Johnson,  Phyllis  Travella.... 

Pickett  (infuit) 

Thompson,  Margaret 


October,  1911. 

Nigg,Mary 

NonembeTf  1911. 


Cecil,  Mrs.  H.E. 
Gelme  (infant)... 


December,  1911, 

HoIUn,  Ivy  Violet 

Januarp,  1919, 


B 


rigg8(lnlbnt). 
odtTMn. 


P.M 

Febnuarp,  191S. 

Sanders,  Velma  Lee. . . 

March,  1919. 

Davis  (infant) 

Rossener  (Infknt) 


Aprtl,  1919. 

Peterson,  Mabel 

May,  1919. 

E  {nermann,  Dorothy. . 

Henter,  John 

Keeling,  Mrs.  James  R. 
McLau^Uin,  Richard.. 

Roe,  Mrs.  Martin 

WiUetfLeonE 


June,  1919. 
Reynolds,  Thomas. . 


Time  on  Isth- 
mus. 


2years 

8  months.. 
13  months. 

1  year 

18  months. 


2  months. 
20  days... 


6  years. . . 
4  days. . . 
2year8... 
4  months. 
2  days. . . 


15  months. 


18  months. 
1  day 


15  months. 


6  hours. 
3  years. 


6  months. 


9  hours. 
15  days. 


6  months. 


5  months. 
8  months. 
5  years... 
2f  years.. 
6years... 
5  months. 


11  months. 


Age. 


30  years 

8  months 

1  year,  1  month. 

50  years 

1}  years , 


2  years... 
2  months. 
20  days.. 


32years. . 
4  days. . . 
4}  years.. 

4  months. 
2  dav?. . . 

5  years... 


14  years. 


44year8 
1  day.. 


15  months. 


6  hours., 
40  yean. 


0  months. 


9  hours. 
15  days. 


0  months. 


68  years.. 
8  months. 
35  years.. 
2i  years.. 
35  years.. 
5  months. 


11  months. 


Cause  of  death. 


Malaria  fever,  estivo-autumnal. 

Simple  meningitis. 

Acute  dysentery. 

Malaria  fever,  estivo-autumnal. 

Laryngeal  diphtheria. 


Bums  bv  hot  water. 

Malnutrition. 

Broncho-pneumonia. 


Caroinoma,  disseminated. 
Intestinal  obstruction. 
Accidental  drowning. 
Meningitis. 

Meningeal  hemorrhage. 
Malaria  fsver,  estivo-autumnal. 


General  peritonitis. 


Caroinoma  of  nil  bladder. 
Pyematuro  birth. 


Disease  of  lymphatic  system. 


Premature  birth. 
Acute  nephritis. 


Pertussis. 


Prematuro  birth. 
Broncho-pneumonia. 


Malaria  fever,  estivo-autumnal. 


Organic  heart  disease. 

Gastroenteritis. 

Acute  meningitis. 

Malaria  fever,  estivo-autumnal. 

Acute  pelvic  peritonitis. 

Diarrhea  and  enteritis. 


Diarrhea  and  enteritis. 
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Death  rate  among  Americans  on  the  Isthmua. 


Deaths  from— 

Annual  avenge  per  IjtMMi 
from — 

Disease. 

Violence. 

All 
causes. 

Disease. 

Violence^ 

All 
canses. 

White  employees  from  United  States  (av- 
erage number,  5,034) 

20 

29 

49 
31 

15 

2 

17 
17 

35 

31 

66 
48 

3.37 

6.48 

4.71 
3.48 

2.53 

.45 

1.63 
1.95 

&fiO 

White  women  and  cHOdren  from  United 
States  (average  number,  4,476) 

&flS 

White  emplovees  and  their 'faniilies  trom 
United  states  (average  number,  10,410). 
Total  Americans  on  Canal  Zone  (11,797)  ^. . 

6.S4 
5.4S 

^  The  figures  representing  the  total  number  of  Americans  on  the  Canal  Zone  include  employees  and  their 
families  and  the  officers  and  men  of  the  Tenth  Infontry  and  Marines  and  their  families.  The  deaths  sbown 
under  this  heading  an  for  the  last  0  months  of  the  year  only. 

CauscB  and  places  of  death  of  employees  and  civil  population. 


Diseases. 


1.  Omernl  diuaaet. 


Typhoid  fever 

l^ahria 

Malarial  liever: 

Estivo  autumnal. . 

Tertian 

Cachexia 

Hemoglobinuric  fever. 

Measles 

Whooping  couEh 

Diphtheria  and  croup . 

Tt^htiatimi. 

Cholera  nostras 

Dysentery 

Amcebio 

CUnlcal 

Erysipelas. 

Yaws. 


Purulent  infection  and  septicemia 

Pyemia 

Septicemia 

Pyemia  and  septicemia,  pneumococcic 

Tetanus 

Pellagra 

Beriberi 

Tuberculosis  of  the  lungs 

Acute  miliary  tuberculosis 

Tuberculous  menlncitis 

Abdominal  tuberculosis 

Pott's  disease 

Tuberculosis  of  the  larynx 

Tuberculous  abscess 

Tuberculosis  of  other  organs 

Disseminated  tuberculosis 

Rickets .4- 

Syphilis 

Tertiary 

Hereditary 

Gonorrheal  arthritis 

Cancer  and  other  malignant  tumors: 

Buccal  cavitv 

Stomach  and  liver 

Female  genital  organs 

Breast 

Skin 

Other  organs  and  of  organs  not  spedfled 

Tumor  of  brain 

Other  tumors  (tumors  of  the  feniale  genital  organs  excepted). 

Acute  articular  rheumatism 

Chronic  rheumatism  and  gout..... 

Diabetes 

Anemia: 

Chlorosis 

Primary,  pemidous 


Ancon 
Hos- 
pital. 


7 
2 

36 


12 
2 
1 

4 


6 

12 

1 


9 
8 
1 
7 
1 
1 


50 
9 
1 
3 


1 
45 


1 
9 
2 


1 
5 
1 


3 
2 


Colon 
Hos- 
pital. 


6 
1 

16 
2 


1 
2 


1 
7 
1 
3 

7 

1 

26 

4 
1 
3 


2 

4 


2 

1 
2 


3 
2 
1 


Pan- 


92 


2 
1 
1 
1 
5 
2 
1 
21 
1 


3 
2 


2 

11 


6 

6 

35 

162 


4 
1 


2 
2 
7 
1 
4 


1 
1 
6 
1 


1 
8 
1 


Colon. 


12 

1 
1 


1 
1 


25 
1 


70 

19 
1 
2 
2 


6 
1 
1 


31 
1 
1 


1 

"i 


Total 


1 
1 

2 


2 
1 


IS 
177 

n 


S3 
13 


1 

ao 

8 

U 
15 
36 
2» 
15 
S 
10 

1 
1 
1 
s 

53 
2 

10 
4 

1 


s 

u 
11 
s 

1 

13 
I 
1 
4 
1 
1 

3 
7 
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Causes  and  places  of  death  of  employees  and  civil  population — Continued. 


DlS6B968. 

Ancon 
Hos- 
pital. 

Colon 
Hoa- 
pltal. 

Pan- 
ama. 

Colon. 

Zone. 

TotaL 

I.  General  diteaset. 

AloohoUsm: 

Aoa  te  or  chronlo 

2 

1 
3 

1 
4 
0 

1 

14 
3 

1 

2 

1 

20 

AoatB 

5 

Alcoholic  psyclioslii 

8 

n.  Diseaee*  of  the  nervcua  epetem  and  of  (he  orffant  of  special 

eente, 

Fnc6phalltkf ....,,. r  t 

1 
3 

4 
1 
5 
2 

2 

15 

•* 
4 

BiinDl6  nMniiudtis 

3 

7 

32 

Pneumoooocus  menincitis 

13 

AtnitA  AfitPTJor  pnl|o  mye|ltl<i. . 

1 
12 

1 
1 

2 

Cerebral  hemorrhaee.  sdodIqxv 

3 

4 

15 

4 

39 

Softenlnc  of  the  brain 

7 

Paralysis  wifhont  SDecifled  cause 

8 

1 

10 

Oth«r  forms  of  mcntAl  alienation '. 

3 

3 

Epilepey 

3 
3 

1 
7' 

4 

1 
9 

8 

Convulaions: 

Nonpuemeral 

4 

Of  Infants „,.,-,,,---,, , > . 

16 

Neoritis 

1 

1 
1 

2 

Neurasthenia ............T......Tr-r 

1 

Other  diseases  of  the  imtyous  system. t  .  r  ^  - 

1 
2 

1 

1 

3 

ni.  Dieeaeea  of  the  ekeulatory  eyetem. 
Pericarditis '. 

1 

3 

3 

34 
1 

38 
2 
3 

11 
1 

37 

Hali£nant  endocarditis r . . . .  r . 

1 

Omnlc  dfereases  of  the  heart ,    .  -  - . ,  -  ^  r    -  r  t  . , 

20 

6 

4 

i" 

16 
2 

1 
2 

1 

83 

Anffinaiwctoris-' 

4 

Aneurism ^ . . ,  ^ ,  ^ -, , ,  ^  ^ . . .  r - .  - 

4 
1 
1 

1 
1 

2 
2* 

11 

Artnio4oero8is 

14 

Embolism,  tbrombosls 

5 

Phlebitis 

1 

Other  diseases  of  the  lymphatic  system 

1 

1 
1 

1 

Otfier  hemorrhac^:  Other  diseases  of  the  circulatory  system . 

IV.  DUeaeee  of  the  retptraUrrif  epatem. 
I^arynffitl*!. , , 

1 

6 

1 

10 

18 
1 

Other  diseases  of  the  larynx 

2 

1 

i" 

6 

■"*38* 
21 
13 

3 

Diseases  of  the  thyroid  body 

1 

Acute  bronchitis 

41 

6 

23 

63 

5 

1 

16 
2 

14 
9 

1 
3 

62 

Chronic  bronchitis 

8 

Broncho-pneumonia 

13 

5 

1 
18 

i* 

93 

Pneumonia  (unqualified) 

94 

TiObar  nneUmonu 

70 
2 
2 

107 

Pleurisy 

6 

Empyema 

3 

Pulmonary  conffcstion,  pulmonary  apoplexy 

13 

1 

14 

QanflTPne  of  t*»e  lunns. . ,-_.,-.. -,.,-,,,-,,,-. 

7 

2 

9 

Asthma 

3 

1 

2 

1 

1 

6 

PuImonafT  ATypphysema 

2 

Abscess  of  lungs..'. . . . « 

1 

2 

8 

oepted) 

1 
1 

6 

1 

V.  Dieeaeea  of  the  digettive  iffttem. 

7 

Other  diseases  of  the  mouth  and  adnexa. 

1 
L 
1 

1 

1 

1 
6 
1 
2 

3" 

i' 

3 

Acute  sastrltis 

9 

Chronic  eastritis 

1 

Acute  indigestion 

1 
1 

237 
20 

4 

Other  diseases  of  the  stomach  (cancer  excepted) 

1 
10 

1 

2 

Diarrhea  and  enteritis: 

Under  2  years 

14 

4 

30 
2 

64 
3 

1 
2 
1 

356 

Two  years  and  over 

39 

AniryVifltomiasis 

1 

2 

other  Intestinal  parasites 

14 
2 
6 
6 
3 

16 

2 

1 

2 

4 

Herni*s.  intestinal  omitructlons 

2 
2 
1 
2 

8 

Intestinal  obstruction 

2 
2 

9 

Other  diseases  of  the  intestiDflB. 

8 

Duodenal  ulcer 

1 

Acuta  yellow  atrophy  of  the  liver 

1 
8 

2 

Cirrhoos of  the  liver.. 

3 

1 
4 

14 
S 

""2 

23 

AbaoenofUver(uiiqQaUfled) 

7 
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CausiB  and  plaea  of  death  ofemployeeM  and  eiinl  population — Continued. 


Vbmam. 


V.  DUmnt  of  the  HgetHve  ty«lem~Coottnaed. 


Amebic  alMcesi  of  the  Uyer 

Cholecystitis 

Jaundfce 

O  ther  diseases  of  the  ttv er 

Other  diseases  of  the  spleen 

Simple  peritonitis  (nonpuenpenU } 

Other  diseases  of  the  digestive  system  (cancer  and  tubercu- 
losis excepted) 


VI.  Nonoenere^  di$e(uet  of  the  genUo-urinarif  ayttem  and 

anuesa. 


Acute  nephritis 

Brleht's  disease  (chronic  nephritis) 

Pyelo-nephrosis 

Other  diseases  of  the  Iddney  and  annexa. 
~   ititis 


Ancon 
Hos- 
pital. 


8 


prostate. 


Stricture  of  the  urethra. 

Vesieo-vsciiuti  fistula. 

Other  diseases  of  the  urethra,  urinary  abscess,  etc . 

Chronic  prostatitis 

Hypertrophy  of  prostate. 
Other  diseases  of  the  pros 

Hydrocele 

Other  nonvenereal  diseases  of  the  male  genital  organs 

Uterine  tumor  (noncancerous) 

Other  diseases  of  the  uterus 

Cysts  and  other  tumors  of  the  ovaries 

Salpingitis  and  other  diseases  of  the  female  genital  organs. 

vn.  The  puerperal  Hate. 


Accidents  of  pregnancy . 
Abortion. . . 


Puerperal  hemorrhage 

Accidents  of  labor,  other 

Puerperal  septicemia 

Eclampsia 

FoUo^ong childbirth  (not  otherwise  defined). 


VIII.  Dieeatet  of  the  aJbte  and  of  the  eOiular  tieeue. 


Gtonsrene 

Elephantiasis. 


X.  MalformatUmt, 

Congenital  malformations  (stillbirth  not  included) . 

XI.  Diteatee  of  early  infancy. 

Congenital  debility,  icterus,  &nd  sclerema 

Premature  birth 

Other  diseases  peculiar  to  early  Infancy 

Malnutrition 

Lack  of  care 

Accidents  at  birth 


SepiUty. 


XII.  Old  age. 


Xni.  Affeetfone  produced  bf  external  eauaet. 

Suicide: 

Poisoning , 

Hangtaig  or  strangulation 

Drowning , 

Firewms ■ 

Cutting  or  piercing  instruments 

Other  acute  poisonings < 

Bums  (conflagration  excepted ) 

Absorption  of  deleterious  gases  (conflagration  excepted). 

Accidental  diDwning 

Traumatism: 

Firearms. 

Cutting  or  pifltolng  instruments 

FalL 

Mines  and  qoarilet. 


Other  cravings  (vahloleii  raiUtNuli,  landsUdei,  eto.) . . . . 


1 
4 
2 


3 

43 

1 

6 


Cdon 
Hos- 
pital. 


1 
2 
2 


3 

10 

3 

6 


8 
2 


1 
6 
6 
8 
36 


9 

27 

3 

1 


1 
4 


4 

11 
5 
4 


1 
1 
2 
2 


1 
6 


2 
11 


Pan- 
ama. 


18 
53 


2 
1 
1 
1 
1 
1 
2 
1 
1 


2 
4 

3 


7 
19 

6 
17 


2 
2 


1 
2 
3 


8 

i* 


Colon. 


2 
3 


5 

13 


2 
2 


16 

2 

11 

21 


3 


1 
1 


Zone. 


1 
3 


9 
10 


TotaL 


1 
I 
2 

4 
2 


33 

28 
18 

00 

1 
1 


1^ 


1 
1 
4 
6 
1 
1 
2 


IS 


11 

2 
2 
7 
2 
16 


44 

146 

4 
8 
2 
1 
2 

o 

« 

1 

1 
1 
1 

2 
1 
1 
I 
1 


1 
2 
2 
4 
11 
15 
2 


4 

1 


63 

70 

4S 

146 

1 

3 


3 
3 

4 

10 

2 

3 

8 

3 


4 

2 

21 

10 

0 
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Cauies  and  place$  of  death  ofemployeeB  and  civU  population — Continued. 


DIseeseB. 

Ancan 
Hos- 
pital. 

Ckdon 
Hos- 
pital. 

Pan- 
ama. 

(^on. 

Zone. 

Total. 

XIII.  Affeetiont  produced  b$  external  catMM— Contlntied. 
Injuries  hy  animab 

1 

1 

Starration 

2 

2 

T/ightning 

2 
3 

2 

1 
1 

1 
1 

2 
3 

1 

2 

iS)Ant:iic1ty  (lightning  'i^xwjptfld) 

3 

Homicide:  '  " 

Firearmif 

3 
2 

i" 

1 

6 

fHitrtiiifc  or  piftroiiig  Instniments 

2 

1 

2 

8 

Other  means T 

3 

Fractures  (cause  not  specified) 

1 

2 

Other  eztemal  violence 

3 

i* 

2 

4 

XrV.  la-d^ineddUeatet. 

2 
8 
8 

21 
1 

6* 

6 

Cause  of  deatE  not  specified  or  111-^eflned J 

88 

Infections  of  nndfttflfrninftd  origin 

12 

Total 

£96 

4 

310 
14 

1,235 
164 

271 
61 

761 
103 

8,163 

Stillbirttas 

336 

600 

324 

1,389 

332 

864 

3.499 

Note.— The  deaths  occurring  in  Ancon  and  Colon  Hospitals  resulting  from  illness,  injury,  or  other  cases 
admitted  from  the  cities  of  Panama  and  Colon  or  from  the  Canal  Zone  are  in  the  table  or  vital  statistics 
credited  to  the  jriaces  from  whence  they  were  admitted. 

Table  ahomng  discharges  and  deaths  of  employees  in  the  hospitals  of  the  Isthmian  Canal 

Commission,  from  all  causes,  for  the  fiscal  year  1911-12. 


Diseases. 


I.  General  dUetue*. 


Typhoid  ftover. . 
Reutpsing  Jbver. 
Malaria 


Malaria  fever: 

Estivo  autumnal. 
Tertian 


Quartan 

Mixed 

Undetermined 

Clinical 

Cachexia 

Hemogloblnurio  fover. 

Vaccinia 

Measles 

Scarlet  fever 

Diphtheria  and  croup . 

Infiuensa 

Dysentery 

Amebic 

BaciUary 

CUnloal 

Leprosy 

Eivsipelas 

Chicken  pox 

Mumps 

Yaws. 


Acute  infectious  Jaundice  (Weil's  disease) . 

Other  epidemic  diseases 

Purulent  ftifection  and  septicemia 

Pyemia 

Septicemia 

Pyemia  and  septicemia,  pneumoooodo . . . 

Tetanus 

Pellagra 

Tuberoulosis  of  the  lungs 

Acute  miliary  tubenmlosls 

Tuberculous  meningitis 

Abdominal  tubarooiosis 

Pott 


Dis- 
charged. 


40 
2 


3,961 

770 

73 

19 

10 

2,173 

15 

61 

16 

54 

1 

33 

133 

2 

31 

1 

106 

2 

5 

17 

76 

4 

3 

5 

15 

1 

1 


3 

8 

132 


11 
7 


Died. 


17 


1 

i 


8 

i 


8 
6 


4 
1 


26 
6 
1 
2 


540 


BEPOBT  ISTHMIA.K  CANAL  COKMIB^OK. 


k 


Table  showing  discharges  and  deaths  of  employees  in  the  hospitals  of  the  Isthmian  Canal 
Commission,  from  all  causes^for  the  fiscal  year  1911-12 — Continued. 


Dlaeases. 


I.  OefMrai  dfoeMM— Continued. 
Tuberoulosis: 

Bonea  and  Joints 

Skin 

Lymph  glands 

Gtonito-urlnary  organs 

Other  organs 

Disseminated  tuberculosis 

Byphlllis: 

Primary 

Secondary 

Tertiary 

Hereditary 

Period  no  t  stated 

Soft  chancre 

Adenitis  chancroidal 

Oonooooous  infection 

Gonorrhea 

Qonorrheal  arthritis 

Gonorrheal  ophthalmia 

Cancer  and  other  malignant  tumors: 

Buccal  cavity 

Stomach  and  liver 

Peritoneum,  intestines,  rectum 

Skin 

Other  organs  and  of  organs  not  specified 

Tumor  of  brain 

Other  tumors  (tumors  of  the  female  genital  organs  excepted) . 

Acute  articular  rheumatism 

Chronic  rheumatism  and  gout 

Gout 


Arthritis  deformans 

Muscular  rheumatism 

Diabetes 

Anemia: 

Chlorosis 

Primary,  pernicious 

Other  general  diseases 

Alcoholism: 

Acu  te  or  chronic 

Acute 

Alcoholic  psychosis 

Other  chronic  occupational  poisonings. 
Other  chronic  i>oisonlngs 


n.  Diteuea  cfthe  nervous  aysUm  arid  of  the  organs  of  special  sense. 


Simple  meningitis 

Pneumocoocus  meningitis 

Locomotor  ataxia 

Acute  anterior  polio-myelitis ^ — 

Other  diseases  of  the  spinal  cord 

Cerebml  hemorrhage,  apoplexy 

Softening  of  the  brain 

Paralysis  without  spedfled  cause 

Other  forms  of  mental  alienation 

EpUepsy 

Hysteria 

Neuralgia 

Neuritis 

Neurasthenia 

Other  diseases  of  the  nervous  system — 

Follicular  conjunctivitis 

Trachoma 

Other  diseases  of  the  eye  and  its  annexa. 
Diseases  of  the  ear 


m.  JHseaset  of  Hie  drcuUUory  system. 

Pericarditis 

Acute  endocarditis 

Organic  disease  of  the  heart 

Aneurism ■ 

Arterio-sclerosis 

Other  diseases  of  the  arteries i 

Embolism .  thrombosis 

Hemorrhoids 

Varices 

Varicocele 

Phlebitis 

Ltber  diseases  of  the  veins 

Oymph  adenitis  (nonvenereal) . 


'^ber  diseases  of  the  1  vmphatio  sirstem . 


'hemorrhages;  other  diseases  of  the  clroolatary  lystem. 


Dis- 
charged. 


10 
3 
7 
6 
3 
6 

23 

194 

125 

1 

86 
236 
402 
153 
311 

20 
9 

2 
6 
3 

1 

4 

1 

42 

28 

9 

1 

4 

80 

5 

32 

4 
3 

34 

67 

9 

2 

1 


1 
1 
2 

7 


16 

44 

19 

18 

37 

82 

218 

27 

45 

5 

619 

216 


2 

6 

12 

1 


119 

IS 

66 

6 

8 

116 

84 

6 


IHed. 


22 


1 
3 


I 

1 


4 
5 


1 

4 
4 


2 

1 

11 

3 


1 

i 
i 
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Table  showing  discharges  and  deaths  of  employees  in  the  JiospUals  of  the  Isthmian  Canal 
Commission f  from  all  causes,  for  the  fiscal  year  1911-12 — Uontiixued. 


Diseases. 


IV.  Diufuet  of  (he  retjttraUny  tfftUm. 

Adenoid  vegetations 

Inflammation  of  accessory  nasal  sinuses 

Other  diseases  of  nasal  fosse 


Laryngitis. 

Other  diseases  of  the  larynx. . , 

Diseases  of  the  th3rTeoid  body. 

Acute  bronchitis 

Chronic  bronchitis 

Broncho-pneumonia 

Lobar  pneumonia 


Pleurisy. 

Empyema '. : 

Gangrene  of  the  lungs 

Asthma 

Pulmonary  amphjrsema. 

Abscess  01  lungs 

Other  dijeases  of  the  respiratory  system  (tuberculosis  excepted) 

V.  Disea»€8  of  the  digetUve  sytiem. 

Diseases  of  the  teeth  and  gums 

Stomatitis 

Other  diseases  of  the  mouth  and  annexa 

Pharyngitis 

Follicular  tonsillitis 

O  ther  diseases  of  the  pharynx 

Foreign  body  in  the  oesophagus 

Stricture  of  the  esophagus 

Other  diseasesof  the  esophagus 

Ulcer  of  the  stomach 

Oastreotasis * 

Acute  gastritis 

Chronic  mstritis 

Acute  indigestion 

Other  dlaeaBes  of  tiie  stomach  (cancer  excepted) 

Diarrhea  and  enteritis  (2  years  and  over) 

Ankylostomiasis 

Ascana&b! 

Tapeworm 

Strongyloides 

Other  intestinal  nuaaites 

Appendicitis  ana  typhlitis 

Hemiaj.  intestinal  obstructions 

In  Kuinal  hernia 

Other  hernias. 

Intestinal  obstruction 

Diseases  of  the  anus  and  fecal  fistulas 

Other  diseases  of  the  intestines 

Duodenal  ulcer 

Cirrhosis  of  the  liver 

B  lliary  calculi 

Abscess  of  liver  (unqualified ) 

Amebic  abscess  of  the  liver 

Cholecystitis 

Jaundice , 


Other  diseases  of  the  liver 

Other  diseases  of  the  spleen 

Other  diseases  of  the  otgestive  system  (cancer  and  tuberculosis  excepted) , 

Sbnple  peritonitis  (nonpuerperal) 


VL  Nonoenertal  iltntet  of  the  genUthurinartf  tfttem  and  annaa. 


Acute  nephritis 

Bright's  disease  (chronic  nephritis) 

Movable  kidney 

Pyelo-nephrosis 

Other  diseases  of  the  kidney  and  annexa 

Calculi  of  ihe  urinary  passages 

Diseases  of  the  bladder 

Cystitis 

Stricture  of  the  urethra 

Other  diseases  of  the  urethra,  urinary  abeoess,  etc ... . 

Acute  prostatitis 

CSironic  prostatitis 

Abscess  of  the  prostate 

Other  diseases  of  the  proitate 

Hydrocele 

C^vlocele 

Otner  nonvenereal  diseases  of  the  male  genital  organs 

Uterine  tumor  (noncanoerous) 

Metritis 

Other  diseases  of  the  uterus 

Cysts  and  other  tumors  of  the  ovariea 


Salpingitis  and  other  diseases  of  the  female  genital  organs 
Nonpnerpenl  dlseasea  of  the  bnaat  (oaocer  essepced). ... 


ao 

6 

40 

84 
250 

27 
1 
1 
1 

IS 
1 

27 
117 

145 

78 
228 

49 
3 
2 
2 

21 
156 

32 
260 

10 
3 

35 

118 

8 

21 
2 
8 
6 

11 

10 
8 
8 
6 

12 


15 

101 

1 

4 

17 

16 

2 

30 

63 

40 

3 

2 

2 

1 

76 
6 
136 
3 
8 
4 
1 
3 
2 


1 
1 


3 
2 


1 
6 


1 
1 
1 
1 


2 
30 
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Table  showing  ditcharges  and  deaths  of  employees  in  the  hospitals  of  the  IMmian  Canal 
Commissionj  from  all  eauseSjfor  the  fiscal  year  1911-1;?— Continued. 


DiseaseB. 


VII.  The  puerperal  state. 


Nonnal  labor 

HvpeiBxnesis  gravidarmn . 
ADortioii 


Vin.  Dieeaaes  of  (he  akin  and  of  fhe  eeUular  tiaeue. 


Oangrene. 
Fanmcle. 


Carbuncle 

Acate  abscess , 

Phlegmon 

Scabies. 


Other  diseases  of  the  skin  and  annexa . 

Red  bug 

Pemphigns  oontagiosus >, 

FUana  medinensis 

Elephantiasis 

Dhobleitch 

Ulcer  of  the  skin 

Tropical  ulcer 

Ainnum 


Impetigo  contagiosa. 


impe 
Urtio 


carta. 


IX.  Diaeaaea  of  the  honea  and  of  the  organa  of  loeontotion. 


Caries  (nontuberculoos). 

Mastoia  abscess 

Osteomyelitis 

Periostitis. 


Other  diseases  of  the  bones  (luberculosis  excepted ) 

Ankylosis 

Arthritis 

Synovitis 

Other  diseases  of  the  Joints  (tuberculosis  and  rheumatism  excepted). 

Amputations 

O  ther  diseases  of  the  organs  of  locomotion 


X.  Malformationa. 

Congenital  malformations  (stillbirth  not  included) 

XI.  outage. 
Senility 


Xn.  Affecthru  produced  by  external  cauaea. 


Poisoning  by  food 

Venomous  bites  and  stings 

Other  acute  poisonings 

Bums  (conflagration  excepted) 

Absorption  of  deleterious  gases  (conflagration  excepted) .... 
Traumatism;  • 

Firearms 

Cutting  or  piercing  instruments 

Fall 

Mines  and  quarries 

Machines 

Other  crushings  (vehicles,  railroads,  landslides,  etc.) ... 

Injuries  by  animals 

Overexertion 

Effects  of  heat 

Heat  exhaustion 

Lightning 

Electricity  (li^tning  excepted) 

Homicide  by  cutting  or  piercing  Instruments 

Dislocations 

Sprains 

Fractures  (cause  not  specified) 

Other  external  violence 


Xm.  Undefined  diaeaaea. 

ni-deflned  oreanic  diseases 

Cause  of  deatn  not  spedfled  or  ill  defined 

No  disease,  feigned  disease 

Infections  of  undetermined  origin 


Total. 


Dis- 
charged. 


1 
1 
1 


3 

120 

15 

276 

50 

3 

405 

3 

1 

1 

16 
33 
164 
9 
1 
4 
4 


4 

2 
13 
32 
19 

7 
84 
43 
45 
T9 
180 


18 

3 

3 

149 


16 


163 

2,060 

196 

566 

1 
1 
3 
1 
2 
7 


30 
258 
450 

188 


7 
19 
52 
34 


21,539 


Died. 


1 
1 

1 


1 
6 
6 
1 
38 
1 


3 
4 


I 
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ConaoUdaied  hospital  report. 


Hospitals. 


Ancon  Hospital: 

Employees 

Nonemployees. 
InaazM 


Total. 


Colon  Hospital: 

Employees 

Nonemployees. 


Total. 


Colebra  Hospital: 

Employees 

Nonemployees. 


Total. 


Palo  Seoo  Leper  Asylom: 

Employees 

Nonemployees 


Total. 


Taboga  flanitariom: 

Employees 

Nonemployees.. 


Total. 


Qiand  Total: 

Employees 

Nonemployees. 


Total. 


Remain- 
ing 
Julyl. 


350 

n 

34 


485 


129 
40 


160 


04 
3 


06 


582 

136 

84 


752 


613 

82 

305 


1,000 


120 

77 


206 


8 


8 


43 


43 


742 
210 
305 


1,257 


Admitted. 


7,432 

2,600 

21 


10,053 


3,174 
1,215 


4,389 


1 
65 


66 


2,874 


3,862 


a 


0,887 

1,770 

194 


11,360 


1,628 
1,451 


3,079 


220 


Died. 


2 


60 
57 


117 


26 
37 


63 


220 


1 
10 


11 


13,483 

4,800 
21 


18,372 


11,016 

3,466 

104 


14,676 


87 
05 


232 

218 

28 


478 


70 
178 


248 


6 


6 


Disohaiged. 


5,390 

2,306 

14 


7,800 


2,448 
1,145 


3,503 


63 


302 

406 

28 


183     736 


I 


3,808 
060 


3,802 


4,572 
14 


§ 


0,223 

1,503 

136 


10,862 


1,586 
1,265 


Trans- 
ferred. 


3,075 
133 
16 


2,224 


736 
28 


2,851 


208 


206 


10,733  10,800 


15,310 


2,078 
136 


13,983 


764 


3 


33 
3 


36 


3,844 
167 
16 


8 


70 
51 

74 


204 


22 

14 


36 


Remain- 
ing 
June  30. 


« 


106 
26 


307 


01 
45 


14 


14 


138 


3,027 


101 
70 
74 


254 


41 
18 


50 


400 

171 

25 


60O 


466 

80 
361 


816 


70 
71 


150 


6 
6 


1 
47 


48 


546 
213 
261 


1,080 


Consolidated  sick-camp  report. 


Stations. 


Mlraflores 

Pedro  Miguel... 

Paralso 

Culebra 

Empire 

LaaCascadas 

Bas  Obispo 

Oorxona 

Tabemllla 

Oatun 

Cristobal 

Porto  Bello 

NombredeDlos. 
Toro  Point 


Total. 


Remaining 
Julyl. 


a 


6 
11 
4 
7 
3 
10 
2 


6 
3 
4 


61 


1 


3 
6 
6 

13 
0 
5 

10 
7 


81 
0 
1 
2 

7 


Admitted. 


657 
331 
171 
530 
416 
506 
325 
96 

1 

1,298 

188 

164 

1 
141 

4,828 


525 

526 

961 

1,108 

479 

537 

965 

•     22 

8,054 

1,360 

464 

41 


10,900 


Died. 


S 


3 
1 
1 


8 
1 


Discharged. 


S 


339 
136 
303 
322 
430 
378 
73 
1 
845 
109 
130 


102 
8,288 


842 
373 
639 
758 
409 
513 
663 
10 


78S 

871 

43 

330 

7,453 


Transfaned. 


837 
101 
48 
339 
95 
85 
49 
35 


449 

77 

88 

1 

44 

1,578 


340 
187 
156 


355 
71 
30 

331 

13 

1,101 

477 

93 

1 

96 

3,496 


Remaining 
June  30. 


4 
3 

1 
3 
1 
8 


18 


3 
1 

4 
6 
4 
1 
4 
8 


14 
8 
3 


54 
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Consolidated  report  of  employees  sidb  in  quarters. 


Stations. 


Naos  Island 

Anoon 

Balboa 

Corozal 

Miiaflores 

Pedro  Miguel... 

ParaJso 

Culebra 

Empire 

LasCasoadas 

Bas  Obispo 

Oorgona 

San  Pablo 

Tabemilla 

Oatun 

Cristobal 

Porto  Bello 

Nombre  de  Dios 
Toro  Point 

Total 


Days  excused  for  qoarters. 


White. 


7 
812 
729 
402 
849 
7e2 
728 
716 

2,212 
718 
336 

3,682 

62 

164 

1,439 

2,121 

221 

2 

126 


16,667 


Colored. 


36 

1,960 

78 


9 

17 


68 
7 


3 

i 


60 
429 


2,678 


Total. 


43 

2,792 

807 

492 

358 

779 

728 

773 

2,219 

718 

339 

3,682 

53 

164 

1,499 

2,650 

221 

2 

126 


18,345 


.New  patients  excosed  for 
quarters. 


White. 


3 

361 

323 

330 

116 

338 

287 

329 

965 

294 

148 

1,691 

17 

61 

726 

1,071 

127 

2 

76 


7,284 


Colored. 


25 

382 

67 


6 
13 


33 
3 


1 

i 


2 

109 


602 


Total. 


28 
713 
380 
330 
122 
351 
2S7 


140 

1,W1 

18 

61 


1^180 

127 

2 

75 


7, 


Consolidated  Jiospital^  sick  camp,  and  sick-in-qiuxrters  report. 


Hospitals. . 
Sick  camps 

Total 


Remain- 
ing 
July  1. 


S 


762 
61 


813 


5 


1,257 
109 


1,366 


Admitted. 


5 


18,372 
4,828 


23,200 


14,676 
10,900 


25,676 


Died. 


S 


182 
5 


187 


I 


736 
7 


743 


Discharged. 


S. 


16,319 
3,288 


18,607 


13,923 
7,452 


21,376 


Trans* 
fetred. 


is 


3,027 
1,678 


4,606 


5 


254 
3,496 


3,760 


ing 
June  30. 


^ 


596 
18 


614 


1.020 
54 


1,074 


Total  admissions  to  hospitals  and  sick  camps 

Number  of  employees  sick  in  quarters 

Total 

Less  number  of  patients  transferred  from  sick  camps  to  hospitals  and 
from  hospitals  u>  sanitarium  whose  admissions  are  daplicatea  in  above 
figures 

Net  admissions  to  hospitals  and  sick  camps  and  those  sick  in  quar- 
ters  


White. 


23,200 
7,284 


30,484 


4,606 


26,879 


Colored. 


25,576 
002 


26,178 


3,760 


22,438 


Total. 


48,776 
7,886 


56,062 


8,3SS 


48»307 


DBFABTMENT  OF   SAKITATION. 
Coruolidated  diipentary  report. 


Tatkl. 

WMle 

Colored. 

Tolal. 

WWW.  Colofed. 

TolaL 

WHIM. 

Colored. 

Tol«L 

138 

u;i41 
B,«8 

IS 

Mini 

!« 

42,938 

OS 

i 

SI 

i 

20 

IH 
3t 

79 

as 

10 

1033 

"i                4,440 

1 

'     i 

01 

s 

01 
89 

3sa         SIS 

s,2ea 

4!  888 
lil02 

£,822 

■js 

e.isi 

11,888 
2,«S 

878 

18;807 

i 

as 
i:i 

.!« 

427 
8,  MS 

08 
.13 

68 

S 

43 

ca 

88 
M 
M 

io 

1038 

IS 

41,089 

as 

32,SS0 

lis 

si 

1.438 

"■1! 

i 

Sffi 

S^K 

S1^'^— 

»£««»rit»  Polnl 

241,410 

287.148 

e0,Bt9        68,  W9 

124,148 

S11,M9 

Et2,44£ 

833.71* 

Average  niir>U>er  of  anployttt  etmibintly  tide  in  hotpibdi,  tiek  eampi,  and  quarter*. 


Hoepll^. 

WHIU. 

Colowd. 

Total. 

281.97 

'1 

480.89 
■7.B3 

.« 

*i7.96S 

848.28 

StUloni.' 

Slckcunpi. 

Sk 

Alnqout 

«. 

While. 

Colond. 

ToOO. 

WhlW. 

Colored. 

Total. 

3.07 

8.50 

0.87 

2.00 
1.99 

'1 

3.9> 

:»4 

0.01 

4° 

1.41 

^1 

'is 
Is 

8.78 

8.a 

7.47 

:S 

;o2 

.on 

.01 

1.88 

.11 
18.71 

1 

9.44 
8.08 

l!l7 

117.813 

81.81 

U9.3n 

<1.7V 

T.tU 
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Average  number  of  employees  constantly  ncib. 


Hospitals 

Sick  camps 

Sick  in  quarters 

Total 


White. 


427.053 
37.513 
42.70 


508.256 


Colored. 


648.25 
81.82 
73.13 


637.383 


TotaL 


076.203 

110.333 

50.103 


1,145.630 


Average  number  of  employees  constantly  sick  per  1,000. 

# 


Hospitals. 

Sick  camps 

Sick  in  quarters 

Total 


White. 


34.57 
3.03 
3.45 


41.05 


Colored. 


14.57 

2.17 

.10 


16.03 


TotaL 


10.53 
2.30 
1.00 


22.01 


Average  number  of  days*  treatment  per  employee  in  hospitals^  sick  camps,  and  quarters. 


Hospitals. 


Anoon  Hospital 

Colon  Hospital 

Culebra  Hospital 

Palo  Seco  Leper  Asylum 
Taboga  Sanitarium 

Total 


White. 


12.74 
12.75 

1.00 
02.00 

6.74 


11.46 


Colored. 


17.80 
2L27 


11.00 


17.89 


TotaL 


15.20 
15.68 


1. 

51. 

6. 


00 
50 
74 


14.36 


Stations. 

Sick  camps 

. 

Quarters. 

White. 

Colored. 

Total. 

White. 

Colored. 

TotaL 

Naos  Island , 

2.33 
2.25 
2.26 
L40 
3.01 
2.26 
2.54 
2.17 
2.25 
2.44 
2.27 
2.18 
3.06 
2.60 
1.08 
LOS 
1.74 
LOO 
L68 

L44 
5.62 
L37 

L54 
3.02 
2.U 
1  4a 

AncoB 

Balboa 

Corozal 

Miraflores 

1.00 
3.10 
3.00 
2.74 
2.85 
4.24 
3.43 
2.54 

L70 
2.82 
2.77 
2.03 
2.46 
4.00 
4.38 
2.51 

1.85 
2.06 
2.83 
2.86 
2.57 
4.41 
4.03 
2.62 

L50 
L31 

2.93 
2.22 

Pedro  Miguel 

Paralso 

2.."U 

Culebra 

1.76 
2.33 

5. 14 

Empire 

2.25 

Las  Cascadas 

2.44 

Bas  Obispo 

3.00 

2  2R 

Gorsona 

2.  U 

San  Pablo 

LOO 

S.!M 

Tabemilla 

2.00 
2.30 
2.18 
3.65 
1.00 
4.21 

1.01 

2.23 

•      2.42 

4.18 
L86 
3.05 

1.01 
2.25 
2.30 
4.04 
1.84 
4.03 

2.0 

Oatun 

3.00 
3.04 

2.06 

Cristobal 

2.16 

Porto  Bello 

1  74 

Nombre  de  Dios 

1  00 

Toro  Point 

1  68 

Total 

2.82 

2.73 

2.76 

2.15 

4.45 

2.  S3 
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Suhtistence  and  operating  expenses. 


•■tf*. 


:,r  ■ 


^' 


8UB8ISTSNCE  KXPSNSEa. 

Number  of  days'  latioiu  Inoed  to  patients.. 

Cost  of  nUons  issued  to  patients 

Cost  of  subsistenoe  per  patient  per  day 


OPKRATINO  EXPOraES. 


Number  of  dajB' relief  ftimished  patients 

Cost  of  operation 

Cost  per  capita  per  day 

Cost  of  operation  with  amount  received  ftom  outside  patients, 

etc.,  deducted 

Cost  per  capita  per  day  with  above  deduction 

Cost  of  dispensaries 


Hospitals. 


589.107 

$149,918.60 

10.254 


596,107 

t718,7(S.03 

$1.22 

$587,411.96 

$0.96 

$160,800.07 


Siok  camps. 


43,669 

$10,141.39 

$0,232 


43,660 

$20,541.83 

$0.47 

$20,541.83 
$0.47 


Total. 


632,776 

$160,069.96 

$0,252 


632,776 

$739,303.86 

$1.17 

$587,953.81 
$0.93 


Outside  patients  treated  in  hospitals^  and  amounts  collected/or  their  treatment. 


Patients  for  whom  the  Republic  of  Panama  pays  75  oents  per  day. . 
Patients  for  whom  the  Canal  Zone  Oovemment  pays  30  oents  per  day. 

Patients  paying  30  cents  per  day  for  themselves 

Patients  iromuie  Republic  of  Panama  paying  other  prices 

Patients  finom  the  Canal  Zone  paying  other  prices 

Patients  from  the  Canal  Zone  not  paying 

Patients  fhm  the  Republic  of  Panama  not  paying 


r,\ 


Votal. 


Number 
of  cases 
treated. 


2,666 
407 
2,827 
1,497 
4,187 
2,284 
754 


14,702 


Number 

of  days' 

relief. 


74,378 
13,002 
28,064 
13,886 
33,241 
54,244 
10,332 


227,257 


Amount. 


$55,783.50/ 

3,927.60 

8,425.20 

30,794.59 

42,780.50 


141,711.39 


Note.— Patients  carried  fn>m  one  month  to  another  are  considered  as  separate  cases  tn  above  table. 

Surgical  operations  performed  in  hospitals. 


Amputations: 

Bhoulder 

Arm 

Forearm 

Hand 

Hip  Joint 

.   Thi* 

L«g 

Foot 

Digits,  multiple 

Arm.  double 

Thigh,  double 

Leg,  double 

Arm  and  leg 

Operations  on  bones: 
Cruiieotomy— 

Decompressive 

Exploratory 

Laniinectomv 

Ostteotomy 

Reseotlon  of  elbow 

Wiring  of  fractures— 

Simple 

Compound 

Adenectomy: 

Cervical 

Axmarj 

Inguinal- 
Single 

Double 

Femoral 

HeniioComy: 
Inguinal— 

Single 

Double 

Femoral 

Ventral 

Combined  (any  two  of  the 


above)..... 

BciEDCiilaBeQ . 


Number. 

Died. 

1 

8 

1 

3 

1 

1 

13 

1 

17 

3 

53 

1 

1 

2 

1 

1 

1 

1 

19 

5 

2 

6 

3 

30 

1 

2 

26 

40 

28 

1 

8 

420 

04 

87 

210 

1 

140 

10 

82 

1 

S 

il 

Oenito-urinary  tract: 

Nephrotomy 

Nephrectomy 

Nephropexy 

Pertnephritic  abscess,  drain 
age  of 

Ureterotomy 

Cystotomy 

urethrotomy— 

Interaal. 

External 

Varicocele,  radical  cure 

Hydrocele— 

Single,  radical  cure 

Double,  radical  cure . . . 

Orchidectomy 

Epldidyotomy 

Vasectomy 

Amputation- 
Scrotum 

Penis 

Curettage  uteri 

Perineoplasty 

Trachelorrhaphy 

Vaginal  sections 

Vaginal  punctures 

Obstetrical: 

Cosarian  section- 
Abdominal 

Vaginal 

Highforosps 

Low  forceps 

Version 

Perineorrhaphy 

Thorax: 

Thonootomy 

Pnenmothoraootomy 

Exdslon— 

Breast 

BiwmI  and  izlDa*  ••  •  •  ■ 


Number. 


7 
2 
3 

2 
5 
2 

24 
60 

77 

74 
24 
24 
66 
3 

1 

2 

228 

41 

23 

50 

5 


1 
9 

33 
8 

78 

15 
5 

1 
6 


Died. 


2 
2 
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Stargical  operations  performed  in  hospital — Continued. 


Tharaz— Continued. 

OuDflhot  wound  of  chest, 

operation  for 

Btao  wound  of  chest,  opera- 

-^     tlonfor 

Rectum: 

Hemorrhoids,  radical  cure . . 
Fistula  in  anus,  excision  of. . 
General: 

.  Bzclsion  of  tongue 

Thyroidectomy 

Aneurismorrhaphy 

Varicose  veins,  ezdsion  of . . 

Tenorrhaphy 

Myorrhaphy... 

Excision   of  surface   neo- 
plasms  

Gunshot    wound    of  soft 

parts,  operation  for 

Stab  wound  of  soft  parts, 

operation  for 

Sztensiye  injuries  to  soft 

parts,  operation  for 

Fustic  oi)eration  for— 

Congenital  defect 

Severe  injuries 

Effects  of  disease 

Sldn  graft 

Laparotomy: 

For  general  peritonitis 

For  tuberculous  peritonitis . . 
For  Intestinal  obstruction. . 

Exploratory 

Ctotrotomy 

Gastro-enterostomy 

Entero«nterostomy 

Enterectomy 

Enterorrhaphy 


Number. 

Died. 

1 

3 

165 

26 

1 

1 

9 

2 

26 

7 

2 

22 

5 

2 

1 

4 

40 

38 

89 

14 

< 

5 

1 

6 

42 

3 

3 

1 

12 

1 

1 

2 

i 

6 

1 

Laparotoour— Contlnned. 

Appendectomy 

Appendectomy — 

with  local  peritonitis. . . 

With  general  i>eritonitis 

Caeoostomy 

Colostomy 

Sigmoidopexy 

Cholecystotomy 

Cholecystostomy . . ." 

Cholecystectomy 

Abscess  of  liver— ^ 

Lapero-hepatotomy  for. 

Thoraoo-hepatotomy  for 

Splenectomy 

I^-hysterectomy 

Supravaginal  hysterectomy. 

Hysteromyomectomy 

Myomectomy 

Sfupingectomy— 

Sin^e 

Double 

Salpingo-oophorectomy 

Ovarian  cystectomy. 

Suspensio-uteri 

Plastic  operation  for  chronic 

pelvic  peritonitis 

For  ectopic  gestation 

For  trauma: 

General  peritonitis 

Hematoperitoneum 

Rupture  of  spleen 

Sta  0  wound  of  abdomen 

Major  operations,  various 

:    other 

Minor  operations,  various... 

Total 


Number. 

Died. 

221 

26 

13 

2 

3 

2 

2 

5 

13 

i 

6 

2 

13 

8 

23 

5 

2 

14 

20 

42 

1 

13 

14 

20 

•     2 

24 

1 

8 

68 

70 

1 

11 

6 

3 

1 

fi 

1 

1 

1 

72 

4,135 

4 

7,432 

74 

Operations  and  Tvorh  performed  in  eye^  ear,  nose^  and  throat  cUnics. 


Abscess: 

Alveolar 

Peritonsillar 

Adenectomy 

Adenectomy  and  tonsillectomy 

Advancement  of  external  rectus 

Advancement  of  internal  rectus 

Aminitation  of  uvula 

Blepharoplasty  for  ectrapion  (skin  graft) . 
Bowman's  dilatation  of  lanrimftl  duct. . . . 
Cataract: 

Discission  of. 

Needling 

Curetage  ethnoid  cells,  left 

Cyst,  sebaceous  excision. 

Dilatation: 

Lacrimal  sac 

Oesophageal 

Drainage  of  maxillary  sinus 

Enucleation. 

Evisceration 

Excision: 

Chalaskm 

Keloid 

Lacrimal  sac 

Xanthoma  of  lids 

Expression  for  follicular  conjunctivitis. . , 

Expression  for  trachoma 

Extraction  of  cataract 

Goldsmith's  plastic  operation  for  closure 

septal  perforation 

Holsrath-Kuhnt  operation 


Number. 


2 
1 
123 
1 
8 
5 
2 
1 
2 

7 
2 
2 
1 

9 

4 
4 
(3 
5 

15 
1 
2 
1 
8 
3 

22 

1 
3 


Incision  and  drainage: 

Abscess,  retro-bulbar 

Abscess  eyelid 

Lacrimal  sac 

Incision  of  chalasion. 

Incision  of  peritonsillar  abscess 

Intubation 

Iridectomy 

Killian'a  operation— firontal  sinus 

Lacrimal  canaliculus  incised 

Lacrimal  duct  prob^ 

Ligature  conjunctival  vesseL 

Mastoidectomy 

Mastoidotomy: 

Simnle 

Radical 

Maxillary  antrum,  radicaL 

Maxillary  sinus. 

Ossiculectomy 

Papillimatous  growth  eyelid  resected.. . 
Paracentesis: 

Cornea 

Membrana  tympani 

Farafllne  prosthesis  of  nose 

Plastic  on  ear •. 

Plastic  on  eyelid 

Plastic,  face 

Plastic  on  nose , 

Plastic  closure,  hard  and  soft  palate. . . . 
Polgpold  growth: 

Tonsirremoved 

Uvula  removed 


Number. 


1 

.  1 
3 
2 
5 
1 

31 
1 
3 

10 
1 

22 

7 
1 
1 

3 
I 
1 

9 
13 

1 

3 
34 

3 
17 

3 

3 
3 
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Operations  and  work  perfofmed  in  eye,  ear,  nose,  and  throat  dinica — Continued. 


PteryKliun: 

Ablation 

Transplantation 

Removal  of— 

Aural  polyp 

Foreign  body  from  ear 

Naaaipolyp 

Septal  spars 

Sinusotomy,  maxillary  radical 

Subconjunc  tival  cysts. 

Submucous  cyst  extirpated 

Submucous  resection  of  nasal  septum.. 

Subperiosteal  abscess 

Suture,  lacerated  sclera 


Number. 


39 
79 

2 

3 

32 

33 

3 

5 

1 

196 

1 

1 


Tarsal  tumon. 

Tenotomy 

Tonsillectomy 

Tonsillotomy 

Tracheotomy 

Turblnectomy 

Uvulotomy 

Various  minor  operations. 

Total 

Refractions. 

Outside  cases  treated 

Orand  total 


Number. 


14 

13 

241 

7 

1 

70 

4 

1,«2S 


2,771 

3,200 

30,186 


36,317 


Consolidated  ward  laboraiory  report  of  all  Jiospitals. 


Blood  examinatUms 

EstiYO-autumnal 

Tertian,  single 

Tertian,  double 

Mixed  tertian  and  estiyo-autumnal 

Quartan 

Lema  bacilli 

Differential  blood  counts 

Leucocyte  counts 

Red  blood  counts 

Red  and  white  blood  counts 

Hemoglobin  estimations 

Filaria 

Spirillum  Novyi 
uaiao  and  turpentine  tests  for  invisible 

blood 

Treponema 

Erythrocyte  counts 

Stool  examinations 

Hymenolepis  nana 

Mcnadena 

Ascarls  lumbrlooides 

Uncinaria  ova 

Tricocephalus  dispw 

Strangyloldes  intestinalis 

Tenia 

Tenia  aaginata 

Ameba 

Mucus 

Bathreocephalus  latus 

Ciliated  monads 

BUharzia 

Pus  and  blood 

Pus  and  epithelial  cells 

Balantidium  coll 

Tubercle  bacilli , 

Entamoeba,  tetragena , 

Oxyurls  vennicularis , 

Entamoeba,  histolytica , 

Thymol  treatments 

Entamoeba  coll 

TrichuHs  trldiinora 

Bile 

Red  blood  cells 

Flagellated  monads 

Ouaiac  tests 

Curds 


Num- 
ber. 


31,627 

5,388 

1,121 

14 

44 

100 

2 

1,636 

3,514 

402 

140 

883 

9 

1 

619 
1 

10 

13,893 

1 

91 

926 

1,830 

1,290 

515 

10 

6 

204 

70 

1 

313 

1 

1,966 

60 

15 

88 

29 

6 

24 

34 

20 

3 

1 

16 
6 
4 
1 


Num- 
ber. 


Urine  examinations 

Albumen 

Albumen  and  oasts 

Sugar 

Pus  and  blood 

Oonocooci 

Epithelium 

Bile 

Diaco  reactions 

Microscopical  examinations 

Trichomonas  vaginatis 

Flagellated  monads 

Diplocooci 

Tubercle  bacilli 

Hemin  crystals 

Ouaiac  t<*sts 

Red  blood  oeUs 

White  blood  cells 

Pus  and  epithelium 

Phosphates 

Ciliated  monads 

Vermis 

Bacilli,  acid  Cast 

Filaria 

Mucus 

Sputum  examinatioDS 

Tubercle  bacilli 

Pneumococci 

Ameba 

Blood 

Diplococci 

Miscellaneous: 

Examinations  of  pleural  elTaslons 

Examinations  of  various  smears  and  dia* 
chaises 

Exammations  of  spinal  fluid , 

Examinations  of  vaginal  and  urethral 
discharges 

Examinations  of  pus,  blood,  and  tissue. . 

Diplocooci 

Oastrlc  analyses 

Test  to  determine  ooagulatian  period  of 
blood 

SUn  scrapings 

Stomach  contents 


33,636 

7,«7 

6,342 

136 

2,248 

23 

811 

23 

24 


1 
2 
4 
4 
76 

144 

11 

6 

226 
2 
3 
1 
1 
6 
6 
2,231 

394 
1 
1 
8 
1 

2 

824 
7 

99 
14 

4 
111 

1 
6 
6 
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ANCON  HOSPITAL. 


Class. 


Isthmian  Canal  Commis- 
sion employees 

Panama  R.  R.  employees. 

Pay  patients 

Chanty  patients 

Insane  patients. 

TotaL 


Remaln- 
-    ing 
Jolyl. 


1 


340 

19 

86 

6 

34 


486 


502 

ill 

46 

36 

306 


1,000 


Admitted. 


7,014 
418 

2,303 

297 

21 


10,063 


1 


7,296 

2,091 

1,149 

630 

194 


11,360 


Died. 


i 


60 


47 
10 


117 


168 
74 
91 

127 
28 


478 


Discharged. 


^ 


6,060 
821 

2,116 

280 

14 


7,800 


7,197 

2,026 

1,014 

480 

136 


10, 


Transferred. 


1,960 

96 

133 


16 


2,224 


1 

s 


66 
13 
26 
26 
74 


ao4 


Ing 
June  80. 


S 


245 
21 
93 
13 
25 


ao7 


1 

8 


3Tr 

80 
65 
24 


a6 


Ayerage  number  of  days'  treatment  per  employee  for  the  year. 
Average  number  of  employees  constantly  sick  during  the  year. 

Number  of  days'  relief  mrnished  patients , 

Cost  of  subsistence  per  patient  per  day 


White. 


12.74 
261.97 


Colored. 


17.30 
460.60 


TotaL 


15.20 

712.68 

423,068 

8a  2U 


NationalUy. 


Class. 


Isthmian  Canal  Commission  employees 

Panama  R.R.  employees 

Pay  patients 

Chanty  patients 

Insane  patients 

Total 


Number 
treated. 


16,162 

2,639 

8,684 

960 

664 


22,898 


Americans. 


White. 


2,660 
193 

1,609 

146 

9 


4,416 


Colored. 


24 


26 


Other 


White. 


4,487 

230 

847 

104 

43 


Ooknd. 


6,711 


8,082 
2.216 
1,228 

ng 

602 


12,746 


Operolloiu.— (See  report  of  all  surgical  operations.) 
Laboratory  report.— (Hed  consolidated  ward  laboratory  report.) 

COLON  HOSPITAL. 


Isthmian  Canal  Commission  em 

ployees 

Panama  R.  R.  employees 

Private  pay 

Municipal  pay 

Zone  charity 

Total 


Remaining 
Julyl. 


s 


108 

21 

24 

1 

16 


I 

5 


76 
63 
33 
6 
38 


1(99 


206 


Admitted. 


2,632 

642 

086 

82 

197 


4,389 


I 

6 


996 
633 


131 
421 


3,079 


Died. 


20 
6 

19 
3 

16 


I 


40 
30 
04 
26 
68 


248 


Discharged. 


2,047 

401 

037 

27 

181 


3,603 


I 


964 
622 
800 
103 


2,861 


ferred. 


S 


606 

141 

27 


1 

5 


12 

10 

2 

2 

10 


764 


36 


ing 
Jnneao. 


78 
15 
27 
3 
15 


8 


55 

24 

36 

6 


138     150 


ATerage  number  of  days'  treatment  per  employee  for  the  year. 
Average  number  of  employees  constantly  sick  during  the  year. 

Number  of  days'  relief  furnished  patients 

Cost  of  subsistence  per  patient  per  day 


White. 


12.76 
in.  84 


Colored. 


21.27 
07.53 


U7.817 
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COLON  H08PITAL-€oDtlna6d. 
NQlixmalily, 


Isthmian  Canal  Commisston  employees. 

Panama  R.  R.  employees 

Private  pay 

Mmildpalpay 

Zoneofiarlty 


Nmnber 

treated* 


3,811 

1,249 

1,942 

170 

en 


Total 7,843 


Americans. 


WhlU, 


1,922 

339 

667 

1 

129 


3,058 


Colored. 


OthiV 


wi^^m^m^m^m 


Whiter 


718 

168 

823 

31 

86 


1,326 


Crismt 


1,171 

742 
062 
138 
456 


3,460 


OperoMofM.— (See  report  of  all  smi^ral  operations.) 
Xa6oralory  r<poft.-<Bee  oonsolidated  ward  laboratory  report.) 

CULEBRA  HOSPITAL. 


ClasB. 


Employees 
Nonemploy 

Total. 


Remaining 
Julyl. 


8 


8 


Admitted. 


1 
66 


66 


t 


226 


226 


Died. 


I 


Discharged. 


1 
62 


63 


% 


206 


206 


Trans- 
*f  erred. 


3 


1 
I 


14 


14 


Remaining 
June  30. 


I 


6 


Average  number  of  days'  treatment  for  employees  for  the  year. 
Average  number  of  employees  constantly  nek  during  the  year. 

Number  of  days'  relief  furnished  patients 

Cost  of  subslstonoe  per  patient  per  day 


White. 


1.00 
.003 


Colored. 


Total. 


1.00 
.003 
2,890 
10.238 


Nationality. 


Ctaas. 

Number 
treated. 

Americans. 

Other  nations. 

White. 

Colorad. 

White. 

Colored. 

Emnlovees 

1 
300 

1 
16 

A^UipiV/www 

NonnnDlovees^^^^                             - 

6 

40 

230 

Total 

301 

17 

6 

40 

230 

Opcraiioiu.— (See  report  of  all  surgical  operations.) 
Laborotorf  report.— (Set  consolidated  ward  laboratory  report.) 

PALO  8EC0  LEPER  ASYLXTM. 


y 

t 


Class. 


Pay  patients. 
Charity 


Employees, 
^ent 
patients , 


Remaining 
Julyl. 


s 


ao 

13 


43 


Admitted. 


i 

a 


1 
1 
0 


11 


Died. 


I 


3 
1 


Discharged. 


I 
I 


Trans- 
ferred* 


s 


Remaining 
June  SO. 


1 

28 
19 


48 


/ 
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BBPOBT  ISTHMIAK  CANAL  COMMISSIOK. 


PALO  SECO  LSPBB  ASYLUM— Continued. 


ATorege  number  of  days'  treatment  per  employee  for  the  year. 
Average  number  of  employees  constantiy  sick  during  the  year. 

Number  of  days'  relief  nirniahed  patients 

Cost  of  subsistenoe  per  patient  per  day 


White. 


92.00 
.25 


Colored. 


11.00 
.03 


Total. 


51.50 

17,578 
$0,306 


Nationality. 


Employees 

Pay  patients 

Chanty  patients. 

Total 


Class. 


Number 
treated. 


2 
32 
23 


67 


Americans. 


White. 


Colored. 


Other  nations. 


White. 


1 
1 
1 


Colored. 


1 

31 
22 


Si 


TABOGA  SANITARIUM. 


Class. 


Employees 

Families  of  employees. 


Total. 


Remain- 
ing 
Julyl. 


94 
2 


96 


Ad- 
mitted. 


2,874 
988 


3,862 


Died. 


Di». 
charged. 


2,893 
909 


3,862 


Trana- 
fened. 


33 
8 


36 


Remaiih 

log 
June  ao. 


41 

IS 


Average  number  of  days'  treatment  per  employee  for  the  year. 
Average  number  or  employees  constantly  sick  during  the  year. 

Number  of  days'  relief  nimished  patients 

Cost  of  subslstoooe  per  patient  per  day 


6.74* 
53.89 
27.764 
$0,651 


Nationality. 


Class. 


Employees 

Families  of  employees . 


Total. 


Number 
treated. 


2,968 
990 


3,958 


Americans. 


1,929 
961 


2,890 


Other 


1, 


1,068 


Non.— No  colored  patients  treated  at  Taboga  Sanitarium. 

SANTO  TOMAS  HOSPITAL. 


Class. 


Pay  patients. 
Charity  cases. 


Total. 


Remain- 
ing 
Julyl. 


33 
245 


278 


Ad- 
mitted. 


1,434 
5,508 


6,937 


Died. 


23 
438 


461 


Dis- 
charged. 


1,414 
5,096 


6,512 


Trans- 
ferred. 


ing 
June  30. 


30 
213 


Average  number  of  davs' treatment  per  patient 14.00 

Average  number  of  patients  constantly  ack aofr  80 

Number  of  days' relief  furnished  patients 9T,64S 

Cost  of  subsistenoe  per  patient  per  day ao.r' 
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SANTO  TOMAB  HOSPITAL-Continiwd. 
NationalUy. 


• 

Clus. 

Number 
treated. 

AmwriwiiM. 

OthernattoDS. 

White. 

Colored. 

White. 

Colored. 

Pay  oases 

1,487 
6,748 

414 

788 

1,068 

4,oeo 

Charity  cases 

Total 

7,216 

1,302 

6,013 

OpenUiona, 

Number. 

Died. 

Major 

608 

760 

26 

If  Innr 

TAbbl 

1,268 

25 

Dispensary. 

Class. 

White. 

Colored. 

TotaL 

Natlyes 

786 
861 

4,106 
700 

4,030 
1,061 

Poreiflieis. ................. 

Total 

1,080 

4,806 

6.081 

Wf  m%r» 

Board  of  health  laboratory. 


y 


y 


y 


Baoteriolodcal  examinations: 

liunicJpal  water  supplies 118 

Water  nomoondensen 130 

Rainwater 2 

Cultures  fkom  tonsil 2 

Fluids  and  exudates. 40 

Cultures  from  ear. 1 

Blood  cultures 871 

Throat  cultures  (diphtheria  suspects) 2,680 

Cultures  from  autopsies 172 

Cultures  from  eye 31 

Stools 809 

Urine 278 

Sputum 28 

Pus. 22 

Stomach  contents 10 

Hydrocele  fluid 2 

Kneejcint  fluid 18 

Spinal  fluid 8' 

Discharge  from  urethra 

Various  smean  and  specimens 00 

Pleural  fluid 

Cultures  from  spleen 

Blood :. 

Fluid  from  fsmoral  and  Inguinal  glands.. 

Auditory  canal 

Skin  eruption 

Fluid  from  chest 

Culture  from  abscess  on  back 

Cultures  for  meningitis 

Abdominal  fluid 

Cultures  from  abdominal  sinuses 

Determinations: 

Chlorine  content  In  water 82 

Bpedflo  gravity  of  sea  water 

Oermidoal  Taine  of  copper  sulphide  fluid 
Effect  of  sulphur  dioxuio  upon  grass 

LepersuspM^ 27 

'<FbBt-aldpackets" 

Vomitas,..rT 

Nine  clinical  thormometen 

Oland  fh>m  hog  for  anthrax. 

Plague  suspects. 2 

Tttbcraolin  test  ofhoq)ital  dairy  herd....      81 


Chemical  analyses: 

CoRugated  copper  tubing. 


B 

Stomach  contents. 

Bismuth  subgallate.. 

Urine .! 

Water. 


1 

1 

20 

1 

48 

1 

Various  liquids,  fluids,  etc 27 

6 

1 

1 

2 

1 

1 

1 

1 

1 

1 

1 


Various  metals.. 

Earth 

Pyrethrum 

Santonin  powder. . . 
Urinary  calculus.... 
Hydrogen  peroxide. 

MUtlO] 


Ouinine  solution. 

Toilet  powder 

Sediment  from  pump  chamber 

Cement 

Qsstrio  contents 

Agglutination  reactions. 212 

Autopsies. 722 

Bodies  embalmed 80 

Hydrophobia,  preventative  treatment. . .        6 

Injectfona  of  anti-post  serum 17 

liedioo-legalnostmortems U 

mcroseoiMcaf  examinatfon  of  stomach 
contents 1 


Sections  of  tissue  prepared— 
Frosen... 
Paraffin. 


Bai||lcal  pathokyical   tissue  and  neo- 
reporteo. ... 


821 
8,470 


plasms 
Vacdnatfon,  smallpox 
Vaccination  for  plague, 
mixed. 


368 

2 

Vacdnes.  mixed^ .  .T 9 

Vaccina  mofwlatfcms,  antityi^iold 44 

Vaodne  treatment,  autogeoobe— 

Prepared 47 

Administered 40 

Water,  microscopical  examination  of.. . . .  49 

Water,  eanitary  analyses  of 104 

Wassennan  naetions 3*288 

Widalreaotkms. 07 
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« 

Issues  of  quinine. 


Months. 


July 

August — 
September 
October... 
November. 
December. 
January... 
February.. 


EJ]o- 
grams. 


84.00 
85.604 
60.60 
96.00 
66.70 
132.90 
19.00 
63.35 


Pounds 

avoirdu- 

I>ois. 


185.19 
188.60 
133.38 
211.64 
122.80 
292.99 
41.89 
117.62 


Kontbs. 


March 

April 

May 

June 

Total 

Average  per  month 


Kilo- 


114.00 

184.46 

14.85 

42.44 


042.704 
78.56 


Pounds 

avoirda- 

pois. 


2SL32 

407.10 

32.74 

93.56 


2,078.73 
173.23 


Sanitation  statistics. 


CITY  OF  PANAMA. 


Anqphflles  brigade: 

Ditches  cleaned linear  feet.. 

Ditches  dug do 

Weeds  and  grass  cut  and  removed, 

square  feet 

Cesspools- 
Cleaned 

Filled 

Wells  flUed 

EarUi  used  in  filling  cesspools,  wells, 

and  holes cubic  yards.. 

Grass  removed  and  burned . .  .loads. . 
Disinfection  brigade: 

Houses  dismfected   and   fumigated 
for— 

Beriberi 

Diphtheria 

Malaria  fever 

Tuberculosis 

Scarlet  fever ^ 

Typhoid  fever 

Wards.  Anoon  Hospital,  disinfected 

and  fumigated  for  plague 

Number  of  cubio  feet  disinfected  and 
fumigated 


2,104,630 
12,420 

5,096,346 

56 

30 
14 

1.647 
1,653 


3 

62 

1 

4 
1 
3 


1,114,632 


Disinfection  brigade— Continued. 

Number  of  rooms  fumigated  and  dis- 
infected,  

Material  used: 

Crude  oil gaUons.. 

Larvacide do 

Destruction  of  rats: 

Rats  caught  and  killed 

Average  number  of  rat  traps  in  use. . 
Inspection  of  houses  and  yards: 

Houses  and  yards  inspected 

Persons  notmed  to  keep  premises  in 
good  condition 

warning  notices  complied  with. 

Letters  to  Alcalde  requesting  enfcwoe- 
ment  of  sanitary  rules  and  regula- 
tions  

Shacks,  stables,  and  old  buildings 
condemned  and  demolished 

Yards  cleaned 

Loads  of  refuse  removed  fhim  the 

city 

New  buildings: 

Plans  submitted  to  health  ofScer  and 
approved 


376 

3,850 
5,598 

U,010 


1,279 

982 
407 


59 

70 
5,262 

5,439 
204 


COLON,  CRISTOBAL,^  MOUNT  HOPE,  TORO  POINT,  MARGARITA  POINT. 


Medical  inspections: 

Oases  reported  by  medical  inspectors. 

Cases  inspected 

Cases  sent  to  hospital 

Water  and  sewers: 

Connections  made  during  the  year . . . 

Total  connections  made  to  date 

Outstanding  permits 

Houses  in  which  extensions  were 
Tnadft 

Houses! 

Plans  approved 

Permits  to  repair  issued 

Permits  to  occupy  issued 

Temporary  permits  to  occupy  issued. 

Houses  in  which  defective  plumbing 
fixtures  were  found  and  reported  to 

superintendent  of  public  works 

Sanitation  of  Colon: 

Loads  of  yard  garbage  removed 

Average  number  of  cans  of  garbage 
lemovdd  daily 

Vegetation  removed acres.. 

Streets  cleaned do — 

Private  properties  cleaned 

Pools  oiled square  yards. . 

Mosquito  breeding  places  found 

Water  receptacles  treated 

Ditches  constructed linear  feet. . 

Ditches  maintained do 

Notice  to  abate  nuisances  served 

Nuisances  abated , 


Buildinss  inspected 

Alleys  cieanea square  yards. . 

Streets  sprinkled do — 

Colon  and  Cristobal  garbage  dis- 
pcued  of  at  dump.  Colon. 


12 
12 
12 

179 
846 
451 

76 

176 

237 

120 

34 


805 

5,712 

2,159 

217 

6,000 

1,080 

256,050 

1,989 

331,678 

5,980 

222,001 

5,094 

3,440 

50,351 

1.480,255 

1,128,000 


Sanitation  of  Cristobal: 

Pools  oiled square  yards. 

Water  receptacles  treated 

Mosquito  breeding  places  found 

Ditcoes  maintained. linear  feet. 

Sanitation  of  Mount  Hope: 

Pools  oiled square  yards. 

Water  receptacles  treated 

Ditches  msuntained linear  feet. 

Mosquito  breeding  places  found 

Ditches  constructed linear  feet. 

Sanitation  of  Toro  Pohit: 

Pools  oiled square  yards. 

Water  receptacles  treated 

Mosquito  breeding  places  found . . . . 

Ditches  constructed linear  feet. 

Ditches  maintained do... 

Crab  holes  worked 

Doses  quinine  tonic  distributed 

Adult  mosquitoes  killed 

Sanitation  of  Margarita  Point: 

Pools  oiled square  yards. 

Water  receptacles  treated , 


57,740 

52,000 

344 

600 

426,106 


944,337 
1,835 
7,640 

553,  (MO 
64,710 


Mosquito  breeding  places  found 
Ltainea... 


Ditches  maint 


linear  feet. 


29,448 
126,035 

6,800 
59,688 

8,641 

2.  IS 

6,035 
1 


CANAL  ZONE. 
[Figures  for  entire  year.] 


Houses  dlslnfboted 

Houses  fumigated 

Rats  destroyed 

Material  used: 

Larvacide gallons. 

Crude  oil do... 


130 

5 
8,373 

124.718 
719. 
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SoMUUion  <eatM<ic»— Continued. 

CANAL  ZONE-Canttiiaed. 
[Flgnns  for  last  Ax.  months  of  year.] 


Work  reqiMBtB  on  qoartennastar's  de- 
partmait: 

Grass  cutting 

Boreen  repairs 

ICisoeUaneous 

Work  reqoests  on  wigimwrlng  depart- 
ment  

Work  requests  on  other  departments 

Notioe  served  for  abatement  of  nuisances. 
Arrests  for  violation  of  sanitary  regula- 
tions  

Gonvlotiona 


S35 

213 
294 

439 

31 

1,667 

82 

n 


Building  permits  approved 

Inspections  of  closets 

Inspections  of  stores 

Inspections  of  restaurants , 

Inroections  of  shops 

Garbage  cans  emptied , 

Closets  disinfected 

Rat  traps  used  daily 

Water  and  sewer  connections  made 

Adult  anopheles  destroyed  at  houses. . . , 

Adult  culices  destroyed  at  houses. 

Containers  found  with  stegomyia  larv».. 


249 

15,360 

3,061 

1,101 

1,023 

974,443 

70,388 

413 

13 

117,630 

77,993 

431 


9 


Quarantine  service. 
PORTS  OP  PANAMA-ANCON  AND  COLON-CRISTOBAL. 


Vessels  inspected  and  passed 1,342 

Vessels  detained  in  quarantine 67 

Vessels  fumigated  on  arrival 102 

Vessels  fumigated  prior  to  departure 37 

Pieces  of  haoagedisinliBOted 79 

Crews  inspectea 111,164 

Passengen Inspected 69,606 

Total  penMDs  mspected 180,672 

Pflrsoos  vaccinated  at  ports  of  arrival  be- 

oansa  of  compulsory  Tacclnation  law 12^  966 

PersGOs  vaccinated  at  ports  of  departure  or 
CO  route  because  of  compulsory  vaccina- 
tion law 14.764 

Total  persons  vaccinated 27,720 

Persons  held  In  quarantine  at  the  detention 
stations  to  complete  period  of  incubation 

of  yellow  fever  or  plague 6,675 

Persons  held  in  quarantine  at  the  detention 
stations  to  determine  if  cholera  bacillus 

carriers 467 

Persons  held  in  quarantine  on  board  vessels 
to  complete  period  of  incubation  of  yellow 

fever  or  plague 10, 741 

Total  persons  neld  in  quarantine 16,888 

Persons  landed  from  foreign  ports: 

Cabin 30,489 

Steerage 22,794 

43,283 


Persons  embarked  for  foreign  ports: 

Cabin 22,016 

Steerage 19,673 

41,688 

Apparent  increase  for  the  year  from  foreign 
piorts: 

Cabin  (decrease) 1,626 

Steerage  (increase) 8,121 

1,695 

Persons  arriving  ihnn  coast  towns  on  small 

craft 32,366 

Persons  embarked  for  coast  towns  on  small 

craft 27,622 

Apparent  increase  for  the  year  from  coast 

towns 4,844 

Total  persons  landed 76,649 

Total iMrsons embarked 69,210 

Excess  over  number  embarked 6,439 

Less  number  for  Pacific  ports 2,913 

Total  apparent  increase  for  the  year 3,626 

Immigrants  recommended  for  rejection 179 

Certificates  issued  to  outgoing  passengers . .        605 
Persons  refused  oertiflcates  because  of  tra- 
choma   78 

BUls  of  health  visaed 742 

Pieces  of  baggage  handled  and  stored 10,078 
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Vessels  inspected  and  passed 368 

Crews  inspected  and  passed 14.698 

Passengers  inspected  and  passed 7, 400 

Passengers,  in  transit,  Inspected  and  passed.  2, 963 


Persons  held  to  complete  period  of  incuba- 
tion of  yellow  fever 

Vessels  fumigated  at  request  of  owners 


385 
1 


Penonnel  report. 
[Average  number  of  empfoyees  at  work  during  the  year.] 


Chief  sanitary  office 41 

Property  division 9 

Suarantine  service 37 

ealth  office,  Panama. 58 

Health  office,  (^lon 115 

Ancon  Hospital 539 

Colon  Hospital 193 

Santo  Tomas  Hospital 6 

Tabosa  Sanitarium 26 

Palo  Beco  Leper  Asylum 14 

Zone  sanitation 257 

Dispensaries: 

Ancon 4 

Balboa 3 

Bas  Obispo 7 

Corosal 3 

Cristobal 8 

Culebra 12 


Dispensaries— Continued. 

Empire 11 


Gatun. 

(}orgona. 

Las  Cascades 

Margarita  Point. 

Miraflores 

Naos  Island 

Nombre  de  Dios. 

Paraiso 

Pedro  Mignel.... 

Porto  BeUo 

San  Pablo 

Tabemilla 

Tore  Point 


17 
9 
7 
1 
7 
2 
2 
5 
6 
4 
8 
3 
4 


Total 1,412 
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Hospital  eases  of  malaria  among  employees. 


Months. 


July 

August 

Beptember. 
October — 
November. 
December.. 
January... 
February. . 

March 

April 

May 

June 

Total 


Discharged. 


White. 


747 
806 
822 
253 
100 
101 
261 
261 
202 
127 
166 
234 


3,330 


Col- 
ored. 


1,226 
606 
830 
240 
210 
103 
247 
257 
144 
100 
03 
101 


3,764 


Died. 


White. 


22 


Col- 
ored. 


4 

4 

3 

2 

3 

1 

4 

,  1 

1 

1 

2 

1 

i 

1 

3 

10 


Total 


1,061 
007 
664 
603 
414 
3S6 
600 
610 
346 
237 
250 
428 


7,135 


Annual 

average 

perl^ 

of  deaths. 


2.01 
1.21 
.76 
.24 
LIO 
.47 
.46 
.46 


.24 


.78 


.64 


Annual 
average 
per  1,000 
of  cases. 


Number 
of  em- 
ployees. 


407 

210 

168 

121 

00 

01 

116 

117 

81 

56 

60 

105 


47,801 
40,710 
47,400 
40,812 
60,420 
60,655 
51,852 
62,235 
51,005 
60,612 
40,421 
40,086 


143 


50,008 


APPENDIX  Q. 
BEPOBT  OF  A.  B.  DICKSOIT,  SUPEBDTTEiroEHT  OF  CI1JBH0USES. 


Isthmian  Canal  Commission, 
Offioe  of  Supebintendent  of  Clubhouses, 

Oulebra,  Canal  Zone,  August  1, 1912. 

Sm:  I  have  the  honor  to  submit  herewith  the  annual  report  of  the 
operations  of  the  division  of  clubhouses  for  the  fiscal  year  ending 
June  30, 1912,  as  conducted  under  the  supervision  of  the  secretaries 
furnished  by  tiie  Young  Men's  Christian  Association. 

OBGANIZATION. 

On  June  30,  1912,  clubhouses  were  in  operation  at  seven  points, 
viz,  Corozal,  Culebra,  Empire,  Gor^ona,  Gatun,  and  C^tobal  on  the 
Canal  Zone,  and  Porto  Bello,  20  miles  down  the  coast. 

At  the  end  of  the  fiscal  year  42  gold  employees  and  64  silver  em- 
ployees were  workmg  for  this  division.  Twelve  of  the  gold  employees 
were  paid  from  commission  fimds,  while  30  were  paid  from  Young 
Men's  Qiristian  Association  funds.    Of  the  silver  emplovees,  43  were 

Eaid  from  conmiission  appropriations,  while  21  were  paid  from  Young 
[en's  Christian  Association  funds. 

Tlie  gold  force  operating  the  clubhoiises  consisted  of  1  superintend- 
ent, 7  secretaries,  4  assistant  secretaries,  1  clerk,  10  night  clerks,  6 
bowling-alley  night  attendants,  6  pool-room  night  attendants,  and  7 
barbers. 

NEW  EQUIPMENT. 

During  the  year  bowling  alleys,  locker  rooms,  shower  baths,  and  a 
barber  shop  were  added  to  the  Corozal  clubhouse,  at  a  cost  of  about 
$5,000,  thereby  greatly  increasing  the  efiiciency  of  the  work  done  at 
that  point. 

BfEMBEBSHIP. 


Total  memtMnihlp,  end  of  ttoA  year... 

Average  monthly  membership 

Largest  membenhlp  any  given  month . , 
Smallest  membership  any  given  month . 


1910-U 


1,873 
1»»47 

U,7ia 


Wune. 


s  January. 


•  Angost. 


Unly. 


Fif ty-eidit  per  cent  of  the  gold  emd|o^e€M3  living  in  clubhouse  towns 
were  members  of  ih<Q  Young  Men's  Chnstian  Association  at  the  end 
of  the  fiscal  year.  By  referring  to  the  chart  (plate  110),  variations 
in  membership  and  percentage  of  membership  may  be  traced  from  the 
time  the  first  census  figures  were  published. 
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ENTlfiBTAINMENTS. 


i9ia>ii 


Companies  engaged  from  the  United  States 

Entertainments  given 

Total  attendance 

Entertainments  given  by  local  talent  and  moving  pictures. 
Total  attendance 


7 

85 

30,866 

406 

96,072 


5 

13,828 

277 

M,7D6 


Amateur  oratorio  societies,  operatic  troupes,  minstrel  troupes,  glee 
clubs,  mixed  choruses,  vaudeville,  and  black-face  sketches  were  organ- 
ized during  the  past  year  through  the  efforts  of  the  members  cooper- 
ating with  the  secretaries.  Many  of  these  organizations  appeared  at 
the  various  towns  along  the  line. 

The  weeUy  moving  picture  exhibitions  have  become  about  the 
most  popular  form  of  entertainment  on  the  Zone.  A  man  is  employed 
to  give  nis  entire  attention  to  these  exhibitions.  Reels  are  ordered 
direct  from  the  United  States,  and  a  careful  selection  is  made,  which 
includes  occasional  educational  features. 

BOWLING,  BILLIARDS,  AND  POOL. 

Special  tournaments  were  organized  among  the  clubhouses  during 
the  year.  Gold,  silver,  and  bronze  medals  were  awarded  the  winners, 
and  the  attendance  at  the  contests  was  large.  There  were  104,954 
games  bowled,  as  compared  to  88,085  during  the  previous  year. 
There  were  278,799  games  of  pool  and  billiards  playea,  as  compared 
to  217,710  for  1910-11. 

PHYSICAL  WOBK  AND  ATHLBTICS. 

Trained  physical  directors  have  continued  the  policy  of  giving  to 
employees  the  various  forms  of  exercise  most  oenencial  to  weir 
health.  There  was  an  attendance  of  15,199  at  gjrmnasium  classes 
during  the  year. 

A  pentathlon  meet  was  held  at  Empire  on  February  22  for  the 
purpose  of  developing  all-around  athletes. 

A  great  deal  ot  interest  was  developed  in  the  "Health  League," 
organized  for  the  purpose  of  spreading  useful  knowledge  as  to  the 
proper  care  of  the  body. 

The  Inter-Association  Basket  Ball  and  Indoor  Base  Ball  Leagues 
were  organized  as  usual.    The  contests  were  viewed  by  large  crowds. 

BELIOIOnS  MEETINGS. 

The  policy  of  holding  religious  meetings  and  song  services  at  such 
times  as  not  to  interfere  with  the  organized  religious  work  on  the  Zone 
has  been  continued.  The  average  attendance  at  214  meetings  was  50, 
and  the  average  attendance  at  Sible  and  discussion  dubs  was  52. 

EDUCATIONAL  WOBK. 

A  great  deal  of  interest  was  manifested  in  the  study  of  Spaniahi 
classes  being  conducted  in  six  clubhouses.  The  average  enrollment 
was  65. 


BEPOBT  OF  SUPERINTENDENT  OF  CLUBHOUSES.  559 

The  work  of  the  literary  and  debating  societies  has  been  of  real 
educational  value  to  the  members,  and  a  source  of  pleasure  to  those 
whom  they  entertained. 

Libraries  range  from  600  to  1,400  Yoliunes  according  to  the  town. 
Forty-two  thousand  one  hundred  and  ninety-five  books  were  with- 
drawn for  home  reading  during  the  year  as  compared  to  30,837  the 
previous  year.  The  reading  rooms  are  supplied  with  the  leading 
newspapers  and  periodicals  of  the  day. 

REFRESHMENT  COUNTERS. 

Soft  drinks,  ice  cream,  light  lunches,  etc.,  are  served  on  the  cool 
verandas  of  the  clubhouses,  a  very  popidar  privilege  and  extensively 
enjoyed.  The  total  income  from  this  direction  during  the  past  fiscal 
year  was  $49,398.05  as  compared  to  $36,421.08  for  the  previous  year. 

,    COMMITTEES. 

Various  committees  are  appointed  from  time  to  time  by  the  secre- 
taries as  occasion  demands.  There  are  committees  on  bowling,  pool 
and  billiards,  meinbership,  entertainment,  etc.  Important  work 
was  done  b}^  the  visitation  of  the  sick  committee,  who  made  3,844 
calls  on  hospital  patients  during  the  year. 

boys'  department. 

Boys  from  10  to  16  years  of  age  are  allowed  special  privileges 
in  the  clubhouses.  The  secretary  endeavors  to  arrange  several  out- 
ings during  the  year,  and  so  far  as  possible  guides  the  activities  of  the 
boys  into  safe  and  helpful  channels.  The  total  boys'  membership 
on  June  30  was  146. 

FINANCES. 


Dlsbnnanflnts  from  oonuniaslon  funds. 
Dlsbunements  from  dubhouse  funds. . 

Reoeipta  for  the  year , 

Net  balance,  June  30 


191M2 


$50,565.61 

114,732.02 

118,390.56 

16,803.74 


lOlO-U 


151,103.90 
81,510.51 
91,723.76 
11,946.20 


The  financial  management  is  in  the  hands  of  an  advisory  committee 
appointed  bythe  chamnan  and  chief  engineer.  This  committee  con- 
sists of  Col.  W.  C.  Gorgas,  chief  sanitary  officer:  Mr.  H.  A.  A.  Smith, 
examiner  of  accounts;  Mr.  Joseph  Bucklin  Bishop,  secretary  of  the 
conmiiBsion;  Maj.  H.  A.  Brown,  chaplain,  United  States  Army,  and 
Mr.  A.  B.  Edckson,  superintendent  of  clubhouses.  ^ 

The  general  supervision  of  each  clubhouse  is  in  the  hands  of  an 
executive  council  appointed  by  the  international  committee  of  the 
Young  Men's  Christian  Association. 

Respectfully,  A.  B.  Dickson, 

Superintendent  oj  ClvhhovAes. 

Col.  George  W.  Goethals,  U.  S.  Army, 

Chairman  and  Chief  Engineer,  OiUebra,  Canal  Zone. 


APPENDIX  R. 

SEPOKT  OF  KAJ.  F.  C.  BOOOS,  CORPS  OF  EITOIHEEBS,  UVITED 
STATES  ABMT,  GEHESAL  PTmCHASnTG  OFEICEK  AHD  CHIEF 
OF  THE  WASHnraTOH  OFFICE. 


Isthmian  Canal  CoHiassiONy 
WasUnffUm,  D.  C,  July  SO,  191S. 

Sm:  I  have  the  honor  to  submit  the  following  report  upon  the  work 
of  this  office  duriag  the  fiscal  y;ear  ending  June  30,  1912: 

There  have  been  no  changes  in  the  oiganization  of  the  office  during 
the  past  year,  the  following  divisions,  afl  under  my  chaige  as  generd 
piu^chasing  officer  and  chief  of  office  of  the  Isthmian  Canal  Commis- 
sion, being  still  maintained:  General  office,  disbursing  office,  office  of 
assistant  examiner  of  accoimts,  appointment  division,  correspondence 
and  record  division,  and  purchasm^  department. 

The  work  of  the  appointment  division  has  been  continued  along  the 
liues  set  forth  in  the  last  annual  report.  During  the  last  12  months 
1,296  persons  within  the  United  States  were  tendered  employment 
for  duty' on  the  Isthmus  in  ^des  above  that  of  laborer;  632  accepted 
and  were  appointed,  covenng  51  different  positions;  4,660  persons, 
including  new  appointees,  those  returmng  from  leave  of  absence,  ana 
members  of  employees'  families,  were  provided  with  transiK>rtation 
from  the  United  States  to  the  Isthmus,  and  in  response  to  inquiries 
and  applications  for  employment  during  this  perioa,  and  in  the  issu- 
ance of  appointments.  18,315  letters  were  written,  2,786  telegrams 
sent,  and  13,294  circulars  mailed. 

The  work  of  the  correspondence  and  record  division,  in  which  is 
conducted  all  general  or  administrative  correspondence,  etc.,  has  been 
continued  along  the  lines  described  ioprevious  annual  reports. 

The  operations  of  the  disbursing  office  have  been  contmued  in  the 
same  manner  as  indicated  in  previous  annual  reports,  and  the  follow- 
ing show  the  transactions  of  the  office  during  the  past  fiscal  year: 

Claim  9tatement. 

On  hand  July  1 42 

Received  July  1  to  June  30 22, 690 

Total 22,732 

for  eettlement  July  1  to  June  30 22,224 

On  hand  June  30 508 

61012*— 12 36  061 
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Financial  statement. 
On  handJuly  1, 1911 $561, 657.  »8 

Flt)m  United  States  Treaaury $10,505,000.00 

Liquidated  damages 55, 888. 57 

Caah  discounts 1, 437. 95 

Miscellaneous  collections 103, 408. 44 

10,665,734.96 

11, 227, 392. 94 
Disbursements: 

Claims  paid 11,033,42L22 

Deposits  to  '*Mispellaneous  receipts" 23,707.64 

11, 057, 128. 86 

Balance  on  hand  June  30, 1912 170,264.08 

11, 227, 392. 94 

daims  aggregating  $86,484.86,  which  were  examined  in  this  office 
and  settled  by  the  Auditor  for  the  War  Department  either  by  direct 
or  transfer  settlements,  are  not  included  in  the  above  statement. 

The  assistant  examiner's  office  has  continued  its  work  during  the 
past  fiscal  year  along  the  lines  fully  described  in  the  last  annual  report. 

Tlie  purchasing  department  as  now  organized  was  by  Executive 
order  d^ted  August  15,  1907,  placed  under  the  supervision  of  the 
Chief  of  Engineers,  United  States  Army,  with  an  officer  of  the  CSorps 
of  Engineers  in  chaige  as  gener^purcnasing  officer.  Headquarters 
of  the  department  are  located  at  Washin^on,  D.  C,  from  which  office 
the  principal  purchases  al^  made.  Additional  offices  for  the  purchase 
of  materials  which  can  best  be  obtained  locally,  each  in  chaige  of  an 
officer  of  the  United  States  Army,  are  maintained  at  New  York,  N.  Y., 
under  an  assistant  purchasing  officer,  and  at  New  Orleans,  La.,  and 
San  Francisco,  Cal.,  under  assistant  purchasing  agents,  these  offices 
also  arranging  for  the  receiving  and  shipping  of  all  materials  which  are 
purchased  for  forwarding  to  the  Isthmus  through  their  respective 
ports.  Necessary  medical  and  hospital  supplies  are  bought  tnrough 
the  medical  supply  depot  of  the  Army  located  in  New  York,  N.  Y.,  a 
small  force  of  employees  of  the  commission  being  detailed  in  that  depot 
to  carry  on  the  wort  under  the  officer  in  charge. 

No  cnange  has  been  made  in  the  methods  of  purchase  during  the 
past  year;  the  same  system  of  circular  invitations  for  bids  and 
awards  thereunder  as  described  in  previous  annual  reports  still  pre- 
vails. A  wide  distribution  of  these  circulars  is  obtamed  by  news- 
paper advertising  and  through  the  field  offices  of  the  Corps  of  Engi- 
neers, which  are  located  at  various  points  in  the  United  States. 
Manufacturers  in  all  parts  of  the  country  are  thereby  enabled  to  learn 
the  commission's  requirements  and  to  submit  bids  for  delivery 
through  ports  nearest  their  plants.  The  system,  originated  in  April, 
1909,  of  malring  annual  contracts  for  staple  articles  wnich  are  required 
in  the  maintenance  and  repair  of  plant  and  equipment,  has  been 
continued,  such  contracts  having  been  found  economical  from  the 
standpoint  of  both  the  Government  and  the  contractors.  Efforts 
have  oeen  made  from  time  to  time  to  induce  foreign  firms  to  bid  on 
our  requirements,  but  with  very  unsatisfactory  results. 

Materials  purchased  are  inspected  in  the  United  States  before  ship- 
ment, the  right  being  reserved  to  make  final  inspection  on  the  Istn- 
mus  after  arrival  there.    To  conduct  the  preliminary  inspection  a 
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force  of  inspectors  is  employed  under  the  direction  of  the  inspecting 
engineer  in  Washington.  Inspections  are  also  made,  when  prac- 
ticable, b]r  the  field  offices  of  the  Corps  of  Engineers.  Valuable 
assistance  in  the  work  of  purchasing,  testing,  and  inspecting  is  ren- 
dered the  commission  by.  the  Bureau  of  Standards,  the  Bureau  of 
Mines,  the  Bureau  of  Cnemistry,  the  Bureau  of  Forestry,  and  the 
Medical,  Quartermaster's,  Subsistence,  and  Ordnance  Departments, 
United  States  Army. 

The  total  of  orders  placed  for  the  fiscal  year  ended  June  30,  1912, 
by  all  offices  of  the  purchasing  department  in  the  United  States 
amounted  to^  $10,446,551.23,  the  most  important  contracts  for  per- 
manent equipment  being  structural  Iock  material,  $386,274.60; 
electric  locomotives  and  tracks,  $249,258.44;  spillway  ^ates  and 
materials,  $526,697.03;  machinery  for  the  operation  of  locks  and 
spillways,  $2,271,582.01;  hydroelectric  station,  $156,586.58;  steel 
cylinders,  ^ders,  and  reemorcing  bars  for  docks,  $394,882.94;  1 
bascule  bndge,  $24,390;  and  8  electric  cargo-handling  cranes, 
$91,720.56.  Other  principal  items  of  purchase  mcluded  13  locomo- 
tive cranes,  10,105,000  pounds  dynamite,  34,424,500  feet  of  lumber. 
194,100  crossties,  162  sets  of  switch  ties,  and  7,259  gross  tons  of  steel 
rails. 

Under  a  contract  for  4,500,000  barrels  of  Portland  cement^  entered 
into  January  7, 1909,  a  total  of  4,354,024  barrels  has  been  shipped,  of 
which  1,579,210  barrels  were  delivered  during  the  past  year.  The 
construction  of  lock  g^tes  and  machineir  for  operating  the  locks  and 
spUlways  has  continued  satisfactorily  auring  the  year,  the  prelimi- 
nary inspections  being  continued  by  independent  inspecting  offices 
describea  in  the  last  report. 
Very  respectfully, 

F.  C.  BOGGS, 

Major,  Corps  of  Engineers j  United  States  Army, 

OeneraL  Purchasing  Officer,  Chief  of  0ffi4:e, 

Col.  Geo.  W.  Ooethals,  U.  S.  Armv, 

Chairman  and  Chief  Engineer, 

Culebra,  CandtZone. 
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TABLES  SHOwnro  nrcsEASES  nr  saiaeies  authobized  oveb 

OBGANIZATION  OF  JTJIT  1^  1910,  AND  INCBEASES  OF  IHTKBEB 
OF  PEBSONS  EMPLOYED  OVEB  ETTMBEB  ALLOWED  IN  1912 
BOOK  OF  ESTIMATES,  AS  BEQITIBED  BT  ACT  OF  CONOBESS 
APPBOVED  MABGH  4,  1911. 
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Designation. 


OrncB    or  Chaibican 

CHIKF  ENGQiBSK. 

rntsT  DIVISION. 

Designing  force: 

Designing  engineer. . 


AXD 


Assistant  engineer. 


Draftsman. 

Do.... 

Do.... 
Tracer 


Rateori>ay. 


Aids  to  navigation— Construc- 
tion force:  * 

Blacksmith 

Do 


Boatman 

Captain,  launch 

Cement  men 

Clerk 

Do 

Carpenter 

Do!!!!!!!!!!!!!! 

Concrete  finisher 

Do 

Do 

Concrete  laborer 

Draftsman 

Engineer 

Engineer,  assistant. . 

Engineer,  iunlor  * 

Engineer,  launch 

En^neer,  stationary. 
Foreman 

Do 

Do 

Do 

Do 


16,000.00 


2,700.00 


2,400.00 

1,800.00 

1,600.00 

900.00 


486.40 
316.16 

450.00 
900.00 
316. 16 
360.00 
800.00 
608.00 
486.40 
389.12 
608.00 
486.40 
389.12 
389.12 
100.00 


1, 


2, 
1, 


200.00 
220.00 
900.00 
900.00 

80aoo 
9oaoo 

810.00 
600.00 

40a  00 


Omni- 

Eanonof 

Julyl, 

1910. 


1 
6 
3 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


1 
6 
3 


Maxi- 
mum 
number 

employed 
at  any 

onetime 
during 

fiscal  year 
1912. 


2 

10 

4 
1 


1 
1 

4 

1 
94 
2 
1 
4 
4 
7 
2 
2 
3 
16 
2 


1 
1 
1 
1 
1 
4 
1 
1 
2 


Explanation  of  increase. 


1  formerly  rated  at  15,400,  In- 
creased account  duties  com- 
bined with  duties  of  one 
other  designing  engineer— 


4  assis^t  engineersat  »,000 
asked  for  in  Book  of  Bsti- 


ri 


mates,  only  8  being  em- 
ployed, the  remaining  one 
rated  at  $2,700. 
draftsnuin  at  12,400,  4  at 
11,800,  1  at  $1,600,  and  1 
tracer  at  $900,  put  on  on 
account  of  increased  work 
in  first  division. 


1  This  subdivision  first  oigaiiised  In  February,  1911. 
1  In  additiflp  to  Amy  pay. 
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Tables  tihowing  vncreoKi  in  adlanes  authorized  over  organization  of  July  i,  1910 — Contd. 

DEPARTMENT  OF  CONSTRUCTION  AND  ENGINE ERINO— Continued. 


Designation. 

• 

Rate  of  pay. 

Organi- 
sation of 
Julyl, 
1910. 

Number 

allowed 

in  1912 

Book  of 

tfEsti- 

mates. 

Maxi- 
mum 
number 

employed 
at  any 

onetime 
during 

fiscal  year 
19li 

Ejqplanation  of  increase. 

.OmcB  or  Chairman  and 
Cbxkw  ENOiNES&-Contd. 

nRST  DIVISION— continued. 

Aids  to  navigation— Construo- 
tion  force— Continued. 
Laborer r ,  -  - 

1316.16 

243.20 

1,500.00 

1,000.00 

420.00 

2,700.00 

1,800.00 

170.24 

360.00 

1,617.20 
1,094.72 

170.24 

1,741.60 

1,617.20 

1,393.28 

606.00 

486.40 

380.12 

316.16 

606.00 

486.40 

389.12 

816.16 

360.00 

2,100.00 

1,800.00 

1,500.00 

1,200.00 

600.00 

610.00 

450.00 

1,680.00 

1,800.00 

1,393.28 

1,244.00 

1,094.72 

945.44 

796.16 

420.00 

480.00 

2,100.00 

1,800.00 

1,500.00 

1,200.00 

450.00 

760.00 

900.00 

450.00 

316.16 

486.40 

889.12 

243.20 

1,500.00 

1,200.00 

1,617.20 

606.00 

486.40 

.389.12 

316.16 

360.00 

12 
56 
2 
2 
2 
1 
1 
2 
1 

1 

1 

6 

4 

5 

4 

13 

28 

83 

14 

2 

14 

87 

88 

14 

1 

1 

2 

1 

1 

1 

1 

9 

15 

3 

1 

12 

11 

8 

2 

6 

4 

15 

5 

3 

1 

5 

1 

2 

15 

59 

13 

26 

2 

2 

2 

8 

4 

81 

10 

2 

Do 

Levdman -r 

Rodman 

RAAincm ^  -  -  T 

Sunervisor 

TrsnAit  msn 

Water  bov.. 

Watchmsn 

Machinery  erection  and  elec- 
trical installation:  > 
Blaolrfimfth ,  r 

Do 

Boys 

C^upenters. ...............  ^ 

Do 

Do 

Do 

Do 

Do 

Concrete  flfi^iiheni. .  r  r 

Do 

Do 

Concrete  men 

Chaintnen 

Clerks 

Do 

Do 

Do 

Do 

Do 

Do 

Erectors 

Do 

Do 

Do 

\ 

Do 

Do 

Do 

Firemen 

Do 

P^WPTTIPTl.   DATlAml 

Do 

Do 

Do 

Do 

Do 

Do 

Hostlers. 

♦ 

Laborers. 

Do 

Do 

Levelmen . . . . . .  t  .  t  .  r .  r .  -  r  - 

Do 

Machinists t  . . , . 

Do 

Do 

Do 

Do      

Messengers 

i  Work  in  this  subdivision  was  flist  oigaolMd  In  September,  191L 
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Tables  thowiriginareaaet  in  talariea  authorized  over  organization  of  July  1^  1910 — Contd. 
DEPARTMENT  OF  CONSTRUCTION  AND  ENQINEERINa-Continaed. 


Degigngtioiii 


Omcs  or  Chairman  and 
CHZKr  ENOiNUBr-contd. 

riBST  DiYiaoN— oontlniied. 

llachlnery  enetion  and  elec- 
trical installation— Contd. 

Pipefitters 

nso 

Do 

Do 

RigKBTB 

Rodmen 

Do 

Superintendent 

Superintendent,  aasiatant . 

Superriaon 

Pamten 

Do 

Do 

Steam  engineers 

Do 

Do 

Transitman 

Watchman 

Wiremen t.. 

Do 

Do 

Do 

Do 

Do 

nCOND  DZViaiON. 

[Including  former  third  divi- 
sion abolished  Jan.  24, 1912.] 


Draftsman. 


Clerk 

Inspector  of  shops 

(Including   U,QOO    Army 
Clerk 


Rate  of  pay. 


Inspector  of  fuel  and  lubricants. 


Supei  f  isor. 


Sl,ftl7.20 

1,993.28 

889.12 

316.16 

316.16 

1,000.00 

900.00 

8,600.00 

3,300.00 

3,000.00 

486.40 

880.12 

316.16 

1,800.00 

1,600.00 

1,620.00 

1,800.00 

450.00 

1,617.20 

1,393.28 

1,094.72 

486.40 

880.13 

316.16 


1,800.00 


2,100.00 
2,600.00 
3,200.00 
2,100.00 


2,100.00 


2,700.00 


Organi- 
sation of 
Julyl, 
1910. 


2 


Number 
allowed 
in  1913 
Book  of 
Esti- 
mates. 


Maxi- 
mum 
number 

employed 
at  any 

onetime 
during 

fiscal  year 
1912. 


2 

2 

13 

8 

50 

2 

3 

1 

1 

2 

19 

30 

39 

6 

1 

1 

1 

3 

3 

6 

1 

1 

6 

2 


1 

1 


Explanation  of  increase. 


1  in  place  of  authorised  posi- 
tion at  12,400;  other  i  au- 
thorized because  of 
increased  work  not  antici- 
pated when  estimates  for 
1912  were  made.  See  note 
A  below 

In  lieu  of 'position  at  82,400 
estimated  for. 

Increased  duties  and  respon- 
sibiUtlea. 


The  clerical  work  for  the  in- 
spector of  shope  was  for- 
meriy  done  by  the  fourth 
division.  Owing  to  in- 
crease in  the  work,  a  clerk 
was  reeulariy  assupMd  to 
this  olnoe.  Appomted  at 
81,600;  desiciated  assistant 
secretary.  Isthmian  oivil- 
service  bureau,  Aug.  14, 
1910;  promoted  to  81.800 
Sept.  1, 1910;  promoted  to 
81,V60  Jan.  1.  1011;  pro- 
moted to  82,1  W  July  1, 1911 ; 
designated  as  secretary, 
isthmian  dvil  service  bu- 
reau, Apr.  1, 1912. 

In  lieu  of  authorised  positlan 
of  traveling  engineer  at 
83,000. 

Authoriied  May,  1912,  after 
position  of  assistant  engi- 
neer at  86,000  was  abolished. 


668 


BBPOBT  ISTHMUK  CANAL  COMMISSION. 


Tabla  sJiatoing  inereasea  in  icHaries  authoriged  aver  crganizaium  of  July  1, 1910— Contd. 
DEPARTMENT  OF  CONSTRUCTION  AND  BNaiNEERINO--CoiitInmd. 


Dflslgiiatlon. 


OmcB    OF  Chairman    and 

CBIEf  ENOINESB^-Contd. 

SBOOND  DIVISION— continued. 


Inspector 

Hydrograpber. 


Do. 
Do. 


OlMervex8(B0ver}. 


AMtotant  flngfaiMr. 
Do 


Do 

Junior  engineer. 


Foreman,  general. 
Storekeeper 


Transltman. 

Do 

Levelman.. 

Do 

Rodman.... 
Cook 


Foreman.. 
Cbalnman. 


Laboreri 

Terminal  deeign— Docks  and 
ooal^jsplante: 

AflSiBuuit  engineer 

Incumboit     received 
$1,032  in  addition  to 
^13,108  Navy  pay. 

Dnfteman 

^    Do 

Permanent  ahope: 

Aalstant  engineer 

Diaftaman 


R»teofpflj. 


92,400.00 
1,800.00 


1,600.00 
1,200.00 

eo.oo 


6,000.00 

3,aoo.oo 

2,700.00 
2,400.00 

i,8oaoo 

1,600.00 

2,100.00 
1,800.00 
1,500.00 
1,200.00 
1,000.00 

ooaoo 

45a  00 
360.00 

397.80 

3,000.00 


2,400.00 
1,800.00 

3,ooaoo 
i,5oaoo 


Onani- 

sationof 

Julyl, 

1910. 


120 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


Maxi- 
mum 
number 

employed 
at  any 

onetime 
during 

fiscal  year 
19li 


3 

•     •■•••     M^     •     ■ 

2 

2 

2 

2 

2 

1 

6 

2 

4 

3 

2 

7 

5 

7 

7 

60 


2 
1 


1 

1 

8 
3 

2 

1 

2 
7 
4 

7 
7 
0 

1 
9 

208 


1 
2 

1 
1 


Explanation  of  increase. 


AbolifthBd  May,  1919,  when 
position  of  sapervlsor  was 
authorised. 

During  time  there  were  2 
hydrographers  at  tl,500 
and  2  at  $1,800  on  the  rolls, 
the  positions  of  prfaicipQl 
hydrographer  and^hydrog- 
rapher  at  81,200  were  un- 
mfed. 

In  place  of  anlhoriied  posi- 
tion of  observer  at  fl,20O. 

To  insure  receipt  regularly  of 
rainfall  reports  firom  Chepo 
and  ChOTora,  whleh  wue 
received  only  occasionally 
while  observeiB  were  un- 
paid. 

Position  abolished  Tan.  24, 
1912. 

Position  abolished  June  19, 
1912. 

See  notes  A  and  B  below. 
Do. 

Incumbent  received   $1,200 

per  year. 
In  place  of  authorised  poai- 

tion  of  foreman  at  $3400. 
See  note  A  below 
See  notes  A  and  B  btiow. 
Do. 
Do. 
Do. 
Incumbents   received    only 

$480  each.     See  notea  A 

and  B  below. 
In  place  of  one  Buthonised 

boatman  at  $450. 
Rerated  fh>m  laboren,  as  bet- 
ter destgnatlQii  for  olas  of 

work  performed. 
See  notes  A  and  B  below. 


See  note  C  below. 


Do. 
Do. 

Do. 
Do. 


NoTS  A.— Increases  in  number  of  assistant  and  Junior  engineers,  transltmen,  levelmen,  rodmen,  oooki^ 
and  laboren,  due  to  transfers  to  office  of  chief  engineer  of  Panama  Railroad  force  employed  on  property 
Burveya,  andfto  survey  work  for  department  of  law,  none  of  which  was  anticipated  at  ume  of  malonc  eao- 
mates  for  1912. 

NOTB  B.— Maximum  number  of  assistant  and  jimior  engineen,  transltmen,  levelmen,  rodmen,  oooka, 
and  laborers  employed  during  July  and  August  when  work  was  rushed  on  Canal  Zone  land  survey  by 
direction  of  chief  engineer.  Force  greatly  decreased  balance  of  flsoal  year  so  that  the  aggragalaflbrtiia  year 
averaged  very  much  below  the  estimate. 

NoTi  C— Work  had  not  been  authorised  when  estimates  were  submitted  for  1912. 
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Tables  thoufinginareaseB  in  iaHarim  authorized  over  orffanization  of  July  1,  2910— €onid. 

DEPARTMENT  OF  CONBTRITCTION  AND  ENGINEERINa--ConttnTml. 


Dttlgnatkni. 


ItotaofiMgr. 


Omcm    OF    CHAIHlfAN    Ain> 

CBDBr  Emqinxbb— Contd. 
rouBiH  DiynoK. 

Clerks 

Geologist 


Aaristant  siirv«yliig  offloer. 


Telegraph  opentor. 


loqwctor  (motor  can). 


Photographer's  aaristant. 


Trainmen.. 


$i,5oaoo 
3,ooaoo 


2,4oaoo 


i,fioaoo 


2, 28a  00 


000.00 


42a  00 


utMnof 

JnlTi, 

1910. 


2 


Number 
allowed 
In  1911 
Book  of 
Esti- 
mates. 


Mazl- 

mmn 

number 
emplojed 

at  any 
onetime 

during 
flflcalyi 
19li 


2 

1 


Explanation  of  Increase. 


See  under  "Tdegraph  oper- 

ator/V 

By  direction  of  the  President, 
Dr.C  W.Hayes,  Chief  Geol- 
ogist. Geological  Burvey, 
was  instructed  to  make  a 
preliminary  examination 
and  study  of  the  geologio 
formations  on  the  Canal 
Zone.  Upon  his  recom- 
mendation a  permanent 
geologist  at  SSJOOO  per  year 
was  appointed  fbr  service 
with  ihe  T^Hw*^^|w  Canal 
Commission. 

The  salary  of  the  assistant 
survesring  ofUcer  was  origi- 
nally fixed  at  $1,800  per 
year.  Since  then  other 
duties,  as  the  traosflBn  of 
equipment,  appraisals  of 
sales,  appraisals  of  build- 
ings, and  ftfljustlng  erron 
in  property  records,  have 
been  pven  the  surveying 
officer.  On  account  of  the 
great  increase  In  work  due 
to  theee  additional  duties, 
the  salary  of  the  assistant 
surveying  officer  was  in- 
creased to  $2,100. 

Designation  of  this  position 
chuiged  to  "Clerk'^  on  ac- 
aooount  of  nature  of  duties 
and  incumbent  having 
been  certified  as  clerk  by 
avil  Service  Commission. 

On  account  of  increase  in 
number  of  motor  cars,  an 
inspector  having  authority 
to  order  repairs  and  recom- 
mend changes  in  aU  of  the 
cars  waa  found  to  be  neces- 
sary. The  inspecting  was 
added  to  the  duties  of  one 
of  the  regular  motormen 
and  salary  increased  on  ac- 
count of  increased  duties 
and  responsibility. 

One  of  the  meseengsr  force  Is 
assigned  to  the  photcMzra- 
pher  and  on  account  ofin- 
craased  duties  and  long 
and  efficient  service  was  in- 
creased to  $600  per  year. 

Increase  of  1  trainman  made 
necessary  on  acoount  of  ad- 
ditional motor  car.  The 
Increase  of  2  more  was  only 
for  a  few  days  while  new 
men  were  being  broken  in 
to  take  the  places  of  men 
leaving  the  servloe. 
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Table$  Aowmg  increoies  in  ttdariu  authorited  over  orgamgation  of  July  1, 1910 — Contd. 

DXPABTMBNT  OF  CONSTRUCTION  AND  ENOINBERINO— ContiiiiiMl. 


DtSigMtiOIL 


Omcs  or  CHAnufAK   akd 
CmET  En<uhub— Contd. 

■BCBXTABT'8  OmCI. 


CterkB.... 

Clerk 

Inspector. 


atlamhc  DivBicni. 


Oatun  office: 
CterkB... 


Do.... 
ClerkB  (8). 

Clerks 

Draftnnen. 

Do.... 


Messengen. 
Motorman. 


Dock  13  office: 

Messengen 

Breakwater: 

Coxswain 

Hostler 

Do 

Dry  dock: 

Foremen,  shop , 

Foremen 

Foreman  (assistant). 


Faremen, 


Do. 
Do. 


Do 

Clerk 

Watchmen 

Carpenters , 

Engineer,  steam. 
Ollera 

Do 

Shipwrights..... 


Harbor  and  channel: 

Supervisor 

Foreman,  general. 

Foremen,  general. 

Foremen 

Mates 


Do... 

Do... 

Carpenter. 


Bate  of  pay. 


12,100.00 
1,800.00 
2,100.00 


150.00 


OrganI- 

sationof 

Julyl, 

1010. 


2 


Coalmen. 


75.00 

75.00 

62.50 

175.00 

150.00 


37.50 
150.00 


37.50 

100.00 

140.00 

30.00 

175.00 
150.00 
165.00 

160.00 

150.00 

145.00 

140.00 
50.00 
37.50 

.16 
75.00 
35.00 
30.00 

.66 


225.00 
225.00 

150.00 
125.00 
155.00 

125.00 

00.00 

135.00 

30.00 


U 


1 
3 
2 
3 

4 


2 
1 


Nomber 
allowed 
in  1012 
Book  of 
Esti- 
mates. 


14 


mum 

number 

employed 

at  any 
onetime 

during 

fiscal  year 

lOli 


12 
»1 
11 


21 


./. 


9 
2 


5 
35 


2 
2 


1 

5 

U 


14 


2 
1 


4 
35 


1 
6 
7 


3 

4 
3 
4 
8 


3 
1 


3 

1 
1 
4 

4 

2 

1 

8 


Explanation  of 


1  from  Dock  13, 1  from  Porto 
BeUo,  4  from  breakwater, 
1  firom  municipal  engineer- 
ing. 

1  from  Porto  BeUo. 
Do. 
Do. 

Transferred  fhmi  dry  dock. 

Increased  drafting  work,  par> 
tieularly  of  spuB  paro  far 
equipment  in  need  of  re> 
pairs. 

1  from  Porto  BeUo. 

Division  engineer's  fnspee- 
tion  car.  Omitted  worn. 
estimate. 

From  harbor  and  channel. 

Licensed  man. 

Hourly  man  not  satisfactory. 
Do. 

Increase  to  S200  not  approTed. 
Increase  toS166notapproTBd. 
In  lieu  of  leading  man  at  74 

per  cent. 
In  lieu  of  leading  man  at  76 

cents,  76  and  70. 
In  lieu  of  leading  man  at  68 

cents. 
In  lieu  of  leading  man  at  65 

cents. 

Do. 
In  lieu  of  derk  at  160. 
In  lieu  of  policeman  at  $40. 
In  lieu  of  nigher  Tatings. 
3  shifts  in  power  plant. 
Omitted  irom  esumate. 

Do. 
Change  of  rating  from  abip- 

fitters. 

Increase  to  8250  not  aiiprov«d. 
Decrease  Ihmi  supervisor  at 

82S0. 
1  transferred  f^om  IClndi. 

Do. 
Extra  men  for  gtAiMfy  §Bd 

vacation  leaves. 
Transferred  from  Nomfare. 
Error  in  estimate. 
Change  in  designation  from 

boiiermaker. 
Change  of  designation  from 

seamen. 

1  On  Sept.  26, 1910, 1  clerk  at  82,100  was  made  inspector  at  82.100,  and  1  derk  at  81 .800  created.  ( Author^ 
Ity,  letter  of  chairman  of  Sept.  28. 1910.)  On  May  6. 1912, 1  additional  derk  at  82,100  was  employea  doiiog 
the  absence  on  vacation  leave  of  the  assistant  to  tne  seoratary. 


1 
1 
6 
61 
1 
2 
2 
2 


1 
1 

a 

7 
0 

2 
7 
1 

14 
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TabUi  showing  inereasea  in  tdUaiea  atUhorized  over  organization  of  July  1, 1910 — Gontd. 

DBPARTlfENT  OF  CONSTRUCTION  AND  BNGINEERINO— ConUnued. 


/ 

Rate  of  pay. 

Organi- 
sation of 
Julyl, 
19ia 

Number 
allowed 

in  1912 

Book  of 

EsU- 

mates. 

Maxi- 

mum 

number 

employed 

at  any 
onetime 

during 
fiscal  year 

1912. 

Explanation  of  increase. 

1 

OmcB  or   Chaibmak  akd 

CmBF  ENQINUR--CaQtd. 
ATLAMHC  DIVISION—OODtd. 

Harbor  and  channel — Contd^: 

1136.00 

125.00 
46.00 
40.00 
30.00 
60.00 

2iaoo 

136.00 
82.60 
30.00 

300.00 
60.00 
46.00 
62.60 

100.00 

16a  00 

.13 

.20 

.20 

.13 

125.00 

176.00 

60.00 

37.60 

30.00 

.16 

.10 

.13 

6a  00 

2oaoo 
loaoo 

16a  00 

126.00 

.65 

186.00 

2iaoo 

.20 

.16 
.20 
.16 

.» 
.10 

160.67 
235.00 

loaoo 
16a  00 

186.00 

2 

3 
12 

3 

4 
12 

• 

6 

11 
25 
27 

3 
49 

2 

2 

30 

206 

1 
5 

1 
4 
1 

1 

3 
1 
6 
2 

1 
1 

17 

8 

12 

33 

16 

60 

2 

3 
2 

8 
1 
28 
1 
3 
404 

36 
26 
25 

2 
6 

1 
2 
2 
3 
7 

^nginfKVB.  marinff 

In  lieu  of  men   at   higher 
rates. 
Do. 

Do 

Firemen. 

In  lieu  of  higher  rates. 
Do. 

Do 

Do 

Do. 

OUera 

36 

36 
2 

Do. 

Increased  horn  S20O  to  1210 

Do 

2 
10 
30 

account  duties  and  respon- 
sibility    on     account  of 
charge  of  night  shift. 
TransierTed  from  Nombre 

fkwnf^n^ .  X ........... . 

20 
100 

In  lieu  of  higher  rates. 
Do. 

Do 

Porto  Bello: 

Superintendent. . . « ^  ^  ^ 

Reduction  from  1325. 

Clerk 

In  lieu  of  higher  rates. 
Do. 

Do 

Foremen 

Do. 

Foreman,  assistant 

Do 

In  place  of  leading  man  at  70 

cents. 
In  place  of  leading  man  at  66 

cents. 
All  helpers  under  that  head. 
In  lieu  of  higher  rates. 
In  Ueu  of  gold  men. 

Blacksmith  helner. .,,,... 

Brtoklayer 

Car  repairer 

Car>repatrer  helpers 

Engineer,  Lidserwood 

See  "Helpers." 
Large  rock  quarry. 
Increase  not  approved. 
In  lieu  of  higher  rates. 

Engineer,  steam 

1 

18 

7 

6 

67 

6 
6 

"Do./, 

6 

Firemen... 

Do. 

Hostler 

0 
67 

6 
6 

Error  in  estimate. 

1      Laborers 

After  3  months'  service  16- 

Mfl^^fn<fftff 

cent  men  increased  to  20 
cents. 
Account  Increased   repairs. 
In  Ueu  of  higher  rates. 

^inohmen ........  ..    .. 

water  quarry. 
Handling  barges. 

Reduced  from  1225. 

Locks: 

Foremen,  general 

2 

2 

T/evelmen. 

Reduction  in  number  author- 

2 

2 

ised  at  1126  and  abolishing 
1  rodman. 
Setting  fixed  steel. 

Cable  snlioer 

Cableway  repairs. 
Estimated  for  as  foremen. 

Carpenters 

30 

7 

7 

306 

60 
26 
26 

Cranemen 

1 

1 

146 

17 
12 
16 

BackflU. 

Engineers,  steam  shovel . . . 

Do. 

Laboren 

16^:ent  men  to  20  cents  after 

Pitmen 

3  months'  service. 
Backfill. 

Powder  helnen 

Do. 

Do.!?.!??:::::::::::: 

Do.           ^ 

Power  plant: 

Pipeflttefs 

Transferred  from  locks. 

^o*v:.....,:::: ::::::: 

Do. 

Dam  and  spillway: 

Resident  enguieer 

Increase  in  Army  pay. 
1  transferred  from  locks. 

Supervisor.  7 

1 

1 

In  8126  aifthorisation. 

Transitmen 

Cranemen,  steam  shovel. . . 

2 
2 

2 
2 

1  from  Porto  Bello. 

4  transferred  from  Hindi;  1 

txansltered     ttom     Toro 

Point. 
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Tables  thawing  inerea§e$  in  mdoBriet  authorised  over  crganmaJtum  of  Jvly  2, 19i0— €ontd . 

DSPARTMENT  OF  C0K8TBUCTI0N  AND  EKGINEERING-Oontinaed. 


D68igDftti0ll. 


Omcs  or  CHAnucAN  akd 
Chief  Enqxnieb— Oontd. 

atlahhc  divuion— cantd. 

Dam  and  spillway— Cantd. 
EngineexB,  steam  shovel. . 

Englneera,  steam 

Oi)eratoi8 

Pitmen 

Powder  helpen 

Miinklpal  englivwring; 

Custodians 

Foreman 

Do 

Inspeetor 

Vfl||tfH^lT^^lffJff 

Watchmen 

Chemist 

Operator,  filter 

Transportation: 

liesseogen 

Engineers,  looomotiTe 

Engineer,  steam 

Firenisn. 

Operator,  telegraph 

Laborers 

CBNTRAL  DIViaiON. 

Accountant 

Apprentices 

Do 

BoUennaken 

Do 

Do 

Do 

Do 

Carpenters 

Channeler  runner 


Bate  of  pay. 


1210.00 

150.00 

12S.00 

.16 
.16 

150.00 

100.00 

00.00 
126.00 

37.50 
37.50 

2oaoo 
15a  00 

37.50 

150.00 

165.00 

50.00 

150.00 
.20 

2,100.00 


248.80 
373.20 

360.00 


480.00 
600.00 
M5.44 


1,393.28 
437.76 


1,800.00 


Organi- 
sation of 
Jnlvl, 
1910. 


2 

7 
6 

30 

30 


1 

4 


4 
13 


1 

60 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


7 

4 

20 
30 


1 

4 


2 

4 


16 


2 


1 
60 


Maxi- 

mum 

number 

employed 

at  any 
onetime 

during 

flacalyear 

1912. 


8 

10 

5 

76 
167 


5 

1 


8 

12 

1 

35 

1 
11 


6 
1 
3 


4 
80 


Explanation  of  increase. 


3  from  Hindi;  3  from  Toro 

Point. 
1  additionallooomoUvecrane; 

2  track-shifter  engineers. 
Extra   man;   dcooess   and 

▼acation  leare. 
56  from  Hindi. 
Additional  dry  fill. 

Charge  of  Brasos  Brook  and 
Agua  Clara  Resenroin  and 
each  one-half  Gtetun-Hount 
Hope  Road. 

Promotion  of  oolored  Amer- 
ican. 

Estimated  ftxr  at  $126. 

From  Dec.  15,  1911,  to  June 
1,  1911,  conservation  of 
water  supply. 

1  addlttonal  fcfr  Agua  Clara 
filter  plant. 
Do. 

Agua  Clani  filtration  plant, 
new  installation,  and  Zone 
water  supply,  Filjoles  to 
Porto  BeIlo7 

Agua  Clara  plant,  new  in- 
stallation. 

For  4  additional  towers  in 

Oatun  district. 
Error  in  estimate.  « 

Wrecking  crane. 
Increase  account  6  months 

satisfactory  service. 
Bee  "Dam  and  spillway.'' 
From  locks. 


1  clerk  at  12.100  rerated  to 
conform  to  duties. 

Competent  American  ap- 
prentices desired  account 
rendering  better  service 
than  silver  men  on  same 

,   work. 

Changed  from  madilniste  to 
boilermakers  to  (xmf orm  to 
duties    in    ni^t    steam- 
shovel  repair  gang. 
Do. 
Do. 

Increase  authorized  for  pur- 
pose of  securing  men  for 
Doilermaker  work  at  lower 
rates  account  large  number 
of  men  leaving  at  same 
time. 
Do. 

Account  new  plan  of  opera- 
tion on  Naos  island  trestie, 
working  12  hours  a  day; 
two  crews. 

Temporary  increase  in  force; 
needed  to  operate  dum- 
neler  on  96-(oot  berm  in 
Empire  district* 


INOBEASES  IN  RALABTK8  AND  FEBSONNEL. 
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Tables  showing  increases  in  salaries  authorized  over  organization  of  July  i,  1910— (kmtd, 
DEPARTMENT  OF  CONSTRUCTION  AND  ENOINSSRINO--Caitl]raed. 


Designfttkiii* 


OrncB  OF  Chairman   Ain> 
Cmsr  ENonnEER— Contd. 

CENTRAL  DIVISION— COntd. 

Checker,  shop 

Clerks 

Do 

Do 

Do 

Clerk,  chief 

Coalmen. 


CoQoretemeii 

Conductor 

Conductor,  foreman. . 

Conductor 

Yardmaster 

Custodian 

Drill  runners 

Engineers,  stationary 

Do 

Do 

Do 

Engineers,  steam .... 
Do 

Firemen 

Do 

Do 

Do 

Do 

Foremen. 

Do 

Do 

Do 

Do 


Rate  of  pay. 


S1,S00.Q0 


510.00 
540.00 
720.00 
900.00 


3,000.00 


300.00 


365.68 


2,280.00 
2,520.00 
2,280.00 
2,520.00 
1,500.00 

366.68 


360.00 
480.00 
600.00 
720.00 

1,660.00 


1,960.00 


360.00 

420.00 
450.00 
480.00 
540.00 
360.00 

450.00 

750.00 

1,920.00 


1,980.00 


Onani- 

satwnof 

JnlTl. 

1910. 


2 
1 
3 
2 


28 


10 


350 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


Maxl- 

mnm 

number 

employed 

at  any 
onetime 

during 
fiytf  year 

1912. 


2 
1 
3 
2 


28 


10 


350 


32 
4 
5 

3 

31 
50 


32 
4 
6 
3 

31 
50 


4 
2 
5 
7 


35 


20 


530 


Ezplanatkm  of  increase. 


4 
4 
6 

4 

14 


3 


12 

6 
50 
10 
20 
10 

36 

60 

1 


Checker  at  81,200  eUmfnated; 

material  inspector  at  82,100 

transferred     causing     In- 

/seased   duties,   etc,   for 

checker. 

Decrease  at  higher  rates. 
Do. 
Do. 

Decrease  in  clerks  at  81,200 
by  1,  and  in  clerks  at  81|500 
by  4. 

Chief  clerk  at  83.600  abol- 
ished; also  asdstant  chief 
clerk  at  82,400. 

No  actual  increase  In  force; 
organisation  Increased  ac- 
count irrecular  work  ren- 
dered by  tliis  class  of  em- 
ployees, making  it  neces- 
sary to  carry  more  men  on 
rolu. 

On  account  of  experimental 

revetment  in  Empire  and 

Culebra  dbtrict. 

pjo  actual  increase;  paid  ao* 

\  cording  to  duties  performed. 


Do. 


same    salary 


Foreman    at 
abolished. 

Account  putting  on  night 
force  in  Culebra  distiiot; 
shovels  too  close  to  drilling 
operations. 

Authorised  to  reduce  exces- 
sive amount  of  overtime 
around  pumptaig  stations; 
municipal  engiiieering  de- 
partment corresponding  r»- 

.   auction  in  hourly  artisans. 

Decrease  in  steam  engineers 
at81,50a  Rate  authorised 
by  chief  engineer  for  Ltdger* 
wood  engineers. 

Increase  necessary  owing  to 
inabUlty  to  secure  com- 
petent men  to  operate  Bas 
Obispo  sump. 

Decrease  of  Axemen  at  higher 
rates. 
Do. 
Do. 
Do. 
Do. 

Decrease  of  foremen  at  hl^ier 
rates. 
Do. 
Do. 

Consolidation  of  podtloo  of 
conductor  and  steam  en- 
gineer, aggregating  8275  per 
month. 

Decrease  in  higher  rate;  sav- 
ing made  in  labor  cost  ac- 
count sharpening  drill 
steel 
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TabUi  Bhowing  inataseM  in  Bolariet  authorized  over  organization  of  July  1, 1910 — Contd. 

DEPABTICENT  OF  CONSTBUCTION  AND  ENOINEEBINa-Contlnaed. 


Dalgnatlon. 


OmcB   or  Chaieman   and 
CBiir  EvoorcBB— Contd. 

ciMTSAL  nvmoif— oontd. 

Hostlers 

• 

lospector  general 

Janitor 

Levelmen 

Light  keeper 


Rate  of  pay. 


Linemen 

Machinists 

Do 

Do 

Messengers 

Do 

Do 

Do 

Do 

OUers 

Operators,  telegraph 


Pipe  fitters 

Do 

Powder  helpers 

Storetnen , 

Do 

Switch  tenders. 
Do 


Ornni- 

cation  of 

JnlTl, 

1910. 


1300.00 

4,200.00 

360.00 

1,500.00 

600.00 


1,650.00 


360.00 


606.00 

1,303.28 

210.00 
240.00 
300.00 


360.00 
420.00 


480.00 


i,8oaoo 


355.68 
437.76 


547.20 


360.00 
45a  00 

273.60 
355.68 


15 


Number 
allowed 
in  1913 
Book  of 
Esti- 
mates. 


mnm 

number 

employed 

at  any 

one  time 

during 

flaoalyear 

19li 


15 


9 


15 


1 

2 

15 


29 
5 


60 
60 


100 


2 
3 

180 
00 


21 


1 
2 

15 


29 
5 


60 
60 


100 


2 
3 

180 
00 


35 

1 

1 

11 


23 


10 

7 

5 

17 


47 
15 


81 
63 


110 


3 
5 

210 
115 


Explanation  of  incnasa. 


Watchmen  rerated  as  host- 
lera  to  conform  to  duties; 
increase  also  due  to  open- 
ing up  shovel  work  in  Ban 
Pablo  and  vicinity. 

Position  of  general  snperin- 
tendent  at  15.000  aboluhed. 

Messenger  rerated  to  conform 
to  duties. 

Temporary  increase  of  2,  due 
to  large  number  of  men  on 
leave  who  resioi  at  exptnir- 
tioo  of  same.  I'reBent  ntoe, 
2. 

Special  rate  authorised  for 
American  watchmen  on 
end  of  Naos  Island  trestle. 
Inability  to  secure  compe- 
tent man  at  lowtf  rate  for 
position  (night). 

Position  of  linemen  at  11,500 
abolished;  iMtrticularly 
competent  man  for  this 
class  of  work. 

Decrease  in  hourly  rates;  to 
eliminate  overtime  in  night 
steamndiovel  repair  gang. 

Decrease  in  higher  rates  of 
machinists. 
Do. 

Various  laborers  in  canal  re- 
rated to  conform  to  duties 
performed;  houriy  rates 
abolished. 

Additional  towers  in  canal  in 
transportation  department 
requiring  additional  mes- 
sengers; trainmen  at  same 
rate  rerated  and  number 
reduced  accordingly. 

To  eliminate  overame  of 
houriy  men  at  Bas  Obispo 
Sump;  hourly  rates  abol- 
ished. 

Assistant  chief  dispatcher  at 
12,100  aboHshed;  transfer  of 
old  Panama  R.  R.  main 
line  fh>m  Paialso  Junction 
to  Corosal  Juziotion  to  this 
division. 

Account  water  conditions  in 
canal;  increased  pumping 
work  account  drainage  op- 
erations in  out;  neoessify 
for  keeping  shovels  work- 
ing, etc. 

Temporary  increase  in  Cule- 
bra  Cut  due  to  shovels  get- 
ting too  close  to  drilung 
operations. 

Clerks  at  same  salary  rerated. 
Do. 

Increase  due  to  large  number 
of  crippled  employees 
whom  we  are  obllgea  to 
care  lor  in  some  oMMotty  or 
other.  ' 


INOBBASES  IN  BALAKIRS  AND  PEBSONNEL. 
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TabUi  Bhofoing  inereoHs  in  adUtries  authorized  over  organization  of  July  1, 1910 — Gontd. 

DEPARTMENT  OF  CONSTRUCTION  AND  ENGINEERING— Continued. 


DMlgnatUm. 


OmcB   OF   Chaibman   and 
Cmsr  ENQiNBXB^-Contd. 

CENTRAL  DiviaoN— oontd. 


Towennen. 


Watchmen.. 
Wiremen 

Do 

Yardmasten 


PAcmc  DiviaoN. 

OfDcera  and  employees: 
Engineeff  assistant. 

Do 

Do...... 


Do. 
aerks. 


Do.... 
Do.... 
Do.... 
Do.... 
Do.... 
Do.... 
I>o.... 
Do.... 
Do.... 
Do.... 
Do.... 
Do.... 
Do.... 
Computers. 


Foremen,  general. 
Do 


Do 

Foremen,  general. 


Do 

Foremen,  awistant 
Foremen 

Do 


Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 
Do. 


Rate  of  pay. 


1900.00 


300.00 
355. 68 


437.76 
2,280.00 


4,500.00 
3,300.00 
3,000.00 

2,70a00 

2,100.00 


1,800.00 

1,500.00 

1,350.00 

1,200.00 

900.00 

750.00 

720.00 

600.00 

540.00 

510.00 

480.00 

450.00 

36a  00 

1,500.00 

i,aoaoo 


3,000.00 
2,700.00 


2,400.00 
2,100.00 


1,800.00 
1,980.00 
2.700.00 
2.400.00 
2,100.00  1 
1,950.00 
1,800.00  . 
1. 650.00  I 
1,500.00 
1,350.00 
1,200.00 
900.00 


Organ!- 

cation  of 

Julyl, 

1910. 


7 
16 


1 
3 

17 


38 
36 


3 
28 


Number 
allowed 
in  1912 
Book!  of 
Esti- 
mates. 


1 
2 


15 
22 

24 
29 

5 
2 
8 
9 

3 

1 

8 

29 

2 

8 
9 
1 

4 
2 

1 

1 

2 

11 

16 


1 

4 
21 


Maxi- 
mum 

number 

employed 
at  any 

onetime 
during 

fiscal  year 
1912. 


97 
77 


7 
87 


8 


10 
15 


15 
5 


2 
2 

1 

6 


14 
17 
2 
4 
7 
2 
4 
5 
7 
6 
1 

17 

22 

1 

1 


8 
18 


1 

1 

1 

6 

2 

38 

11 

25 

13 

13 

83 


Explanation  of  increase. 


Used  in  towers  to  transmit 
train  orders;  dissatlsfiiction 
among  transportation  men 
account  receiving  orders 
from  ocdored  employees; 
colored  employees  elimi- 
nated. 

Decrease  in  higher  rate  of 
watchmen. 

Laborers  rerated  to  conform 
to  duties  in  oMfatting  blast- 
ing wiremen. 
Do. 

Decrease  at  higher  rates;  also 
cooductors  abolished  to 
create  yardmasters  at  same 
rating  and  to  conform  to 
duties  performed. 


For  construction  of  Panama 
R.  R.  lumber  dock. 

In  lieu  of  Junior  engineer  at 
82,700. 

2  increased  from  81,800  and 
assistant  chief  clerk  abol- 
ished. 


Due  to  incfeased  field  work, 
checking  and  storing  ma- 
terial, rendering  foremen's 
reports,  and  timekeeping. 


To  get  cost  data  Pedro  Miguel 
Locks  and  data  for  perma- 
nent water  supply. 

1  increased  to  82,700  account 
of  increased  mining  and 
excavation  south  of  Mlra- 
fiores  Locks. 

2  on  waterworks  increased 
from  81 300  on  account  of 
additional  work  in  water 
service. 

In  lieu  of  1  general  foremen. 
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TabUi  ihawmg  menatm  in  ttlanu  authorized  over  orgameaticn  of  July  1,  IBlO—ConXA. 

DEPABTKBNT  OF  OONBTBUCTION  AND  BNaiNSBBINO-CoattiiiiAd. 


I)6rigDfttkni. 


OfFicK   or   Chaibman  and 
Chobf  ENoiiraBB--€ontd. 

PACDic  DrvnioN— contd. 

OJBoerBand  employees— Con. 
FonffTaiBi 

Do 

Do 

Inspeetora 

Do 

Fhyatologist t 

Storemen 

Do 

Do 

Tnmsitmaa 

Do 

Yardmasten 

Do 

Skflledanj  mukiUed  labor: 
Apprcntloes .............. 

Boatswains 

Do 

Boiler  makers 

Do 

Do 

Oarpenters 

Carpenter  helpers 

Caikeis 

Do 

Do 

Calkara' helpera 

Cement  finishers 

Do 

Do 

Coalmen 

Concrete  men 

Conductors 

Do 

Crane  operators. 

Drill  ruzuMn. 

Do 

Engineers,  station 


Engineers,  locomotive 
(qualified). 


Rateofpaj 


S760.Q0 


720.00 

fieo.oo 

1,500.00 


1,200.00 
1,800.00 


600.00 

4IX).00 
360.00 

2,100.00 


1.800.00 

2,520.00 
2,280.00 


373.20 

660.00 

640.00 

1,738.00 

1,622.00 


1,306.00 
480.00 
399.00 
325.00 

1,622.00 
480.00 
399.00 
325.00 
488.00 
399.00 
325.00 
360.00 
325.00 

2,280.00 
1,800.00 

409.00 


1,680.00 
1,500.00 

2,700.00 


2,520.00 


Qrnni-' 
noon  of 


) 


14 
2 


1 
2 


1 
8 


12 
1 
6 


1 

118 

210 

42 


33 

iso 

10 
30 


10 


Nnmber 

lnl812 
Book  of 

BaU- 
mates. 


6 
2 


1 
3 


8 

1 
3 


16 
1 
6 


1 

278 

295 

72 


100 


10 
33 


10 


Maxi- 
mum 
nnmber 

employed 
as  any 

onetime 
during 

fiscal  year 
1912. 


{ 


43 


7 
2 


5 

4 


1 

3 

28 


8 


115 

407 

186 

2 

6 

33 

16 

11 

02 


10 
866 

14 
53 

2 


8 
0 


12 


Explanation  of  inflrease. 


1 


) 


Account  of  12-hour  day  on 
excavation  and  concrete 
operations. 


Inspect  water  lines  during 
dry  season  to  oonaerve  sup* 
ply. 

Water  analysis  transferred 
ftom  sanitary  departaient 
to  Padflc  division. 

Increased  fieldwork,  check- 
ing and  storing  material 
and  property. 

1  temporary  to  get  data  for 
estimates  on  Balboa  ter- 
minals. 

Account  13-houryday  on  ex- 
cavation and  concrete  work 
and  opening  up  of  work  on 
terminals. 

In  place  of  machinist  at  8399. 
For  new  dredge  Corasal. 

Increase  at  Balboa  shops  ac- 
count of  unexpected  re- 
pairs. 


\  Account  of  12-hour  day  on 
/    concrete  operations. 


Account  of  installation   of 
new  20-inch  water  main. 

Instead  of  cement  laboras. 


Instead  of  laborers. 

Increase  instead  of  cement 
laborers. 

Account  12>hour  day  on  ex- 
cavation and  concrete  oper- 
ations. 

Was  formerly  rated  machin- 
ist, designation  changed  to 
conform  to  duties. 

(Double  shift  on  drill  barge 
and  increase  of  rate  in  lieu 
of  subsistence. 

1  at  Miraflores  power  house; 
increase  account  of  stand- 
ardisation of  forces  and 
rates  of  pay  of  Oatun  and 
Miraflores  power  houses;  1 
at  central  station  of  hy- 
draulic excavating  plant; 
increased  to  standard  on 
similar  plants. 

Account  12-hour  day  on  exca- 
vation and  ooncrete  opera- 
tions. 


IK0BBASB8  IK  SALARIKS  AST}  FBB80NNBL. 
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Table»  showing  tnereates  in  folariea  authorited  aver  organigaHon  of  July  1,  iPiO^Contd. 

DEPARTMENT  OF  OONSTBUCTION  AND  BNOINEBRINQ-Coiitliiiied. 


DnigDAtlon* 


Orncs  or  Chaibmah  A2n> 
Cbibf  ENonnEBB— CoQtd. 

PAcmc  DiviBiON--contd. 

fildned  and  unskilled  labor— 
CoDtlniied. 
Engincfln.  locomotive 
(anqualifled). 

Engineen,  locomotive 
(DBiTOw  gauge). 


Fivemen. 

Janitors. 
Do.. 

Do.. 
Laboran, 


Do 

Do 

Do 

Laborers,  caisNO 

Labofers,  special 

Do 

Ladder  men 

Nosile  men 

Do 

Do 

Do 

Oilers,  electrio-crane 

Do 

Operators,  electric^Tane. . 

Do 

Do 

Do 

Do 

Do 

Recorder,  station 

Do 

Do 

flfipimp 

Do 

Do 

Do 

Do 

Do 

Do 

Do 

BboenMkm*. 

Swltoli  tenders 

Do 

I 

61012"— 12 37 


Rate  of  pay. 


12,160.00 
1,800.00 

601.02 


450.00 
360.00 


aoo.oo 

561.00 


400.00 

aofi-oo 

280.00 
490.00 


420.00 

aeo.00 

900.00 
1,620.00 
1,500.00 
1,350.00 
1,200.00 
1,200.00 
1,000.00 
2,100.00 
1,950.00 
1,800.00 
1,620.00 
1,500.00 
1,350.00 
1,660.00 
1,500.00 


1,200.00 

660.00 
600.00 
640.00 
480.00 
450.00 
420.00 
800.00 
860.00 
.00 


825.00 
280.00 


Organi- 

ntionof 

Juljrl, 

1010. 


32 
15 


2 
2 


375 


466 
865 

437 


16 

if 


3 
4 


1 


9 

124 

02 

80 

6 


Number 
allowed 
in  1912 
Book  of 

Esti- 
mates. 


34 


2 
2 


no 


846 

900 

1,004 


13 
10 


3 
4 


9 
184 
122 


ICazl- 

mnm 

number 
employed 

at  any 
onetime 

during 

fiscal  year 

19li 


13 
40 


13 
61  I 


58 
17 

23 


1 
1,104 


252 

847 

172 

23 


13 
118 

2 
1 
2 
1 
4 

10 
6 
3 

10 
7 
1 
4 
1 


EsQilanatioii  of  inonasa. 


66 

28 
10 
22 

170 
4 


21 
132 


Aoooont  labour  day  on  eccca- 
vation  and  oonorate  opera- 
tions. 

Aooomit  12^oar  day  on  con- 
crete operations  and  ose  of 
aoxiliary  plant  on  Mira- 
flores  concrete. 

Account  12>hour  day  on  exca- 
vation and  concrete  opera- 
tions. 

Janitor  work  transferred  fjram 
quartermaster's  depart- 
ment. 

Account  of  12-hour  day  on 
excavation  and  concrete 
operations.  Those  under 
8561  rate  in  excess  also  on 
account  of  placing  all  Euro- 
pean labor  on  this  basis  in- 
stead of  8448. 


For  sinking  caissons  on  Pan- 
ama R.  R.  lumber  dock  and 
Miraflores  north-approach 
wall. 

rspeeial  work  in  connection. 

I    with  hydraulic  excavation. 

1    See  "ripe-line  men"  and 

I    "Nosslemen,''at8480. 

For  new  dredge  Corosal. 


ft 


•See  "  Pipemen. 


l24iour  day  on  concrete  opn^ 
ations. 


Do. 


Account  of  standardising 
fdroes  of  Gatnn  and  Mbik 
floras  power  stations. 

During  absence  of  rogolw 
man  on  leave. 


Increases  for  Btw  dnd^s  Oc^ 


Repairing  ^  robber  boots; 
transfsrrsd  Ihim  Quarter- 
master's department. 

[On  account  of  12-hour  day  on 
excavation   and   concrete 

01 
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Tables  showing  increates  in  salaries  authorized  over  organization  of  July  1, 1910 — Contd. 

DEPARTMENT  OF  CONSTRUCTION  AND  ENGINEERING— Continued. 


Rate  of  pay. 


Ornml- 
ntumof 

Julyl, 
1910. 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


Maxi- 

mum 

number 

employed 

at  any 
onetime 

during 
fiscal  year 

19li 


EzpIanatloD  of  increase. 


Officx  or  Chubman   and 
CmxF  Enqinxeb— Contd. 

PAcmc  DiYiSEON-— contd. 

Skilled  and  unskilled  labor— 
Continued.  * 
Telephone  operators 

Trainmen 


Do. 
Do. 


Wliemen 

Do 

Do 

Do 

Do 

Do 

Do 

Wlremen,  helpers. 


MSCHAMICAL  TOVISION. 

Apprentice 

Do 


Do 

Blacksmith. 
Do 


Do. 
Do. 


Blacksmith,  tool  dresser. 


Blacksmith,  special. 


Boilermaker. 

Do 

Do 


Do. 
Do. 
Do. 

Do. 


Boy 

Do 

Car  repairer. 


Do. 


Carpenter. 
Do... 

Clerk 


Do. 
Do. 
Bo. 


Ooadh  cabinetmaker 

Coach  bulkier  and  carpenter. 


$480.00 
4fi0.00 
360.00 
420.00 

860.00 
326.00 

1,960.00 

1,800.00 

1,660.00 

1,200.00 

1,622.00 

499.00 

899.00 

826.00 


874.40 

499.20 

624.00 
499.20 
624.00 

1,397.76 
1,622.40 

1,622.40 

1,747.20 

860.00 
420.00 
999.  oO 

948.00 
1,098.24 
1,397.76 

1,622.40 


124.80 
174.72 

OW.  OQ 


1,622.40 

1,096.24 
1,397.70 

460.00 

510.00 
1,200.00 
1,800.00 


1,892.40 
1,032.40 


88 


1 
1 
1 
8 
8 


6 
1 

6 
28 


111 

10 
23 
10 

61 


1 

3 

169 


7 
6 


34 
80 


1 
1 
1 
2 
8 


6 
2 

2 
80 


109 

6 

21 

7 

46 


2 

147 


7 
8 


8 

1 

0 

4 

2 

3 

* 

1 

4 

26 

67 
43 

6 

4 
2 


7 
8 


6 

1 

1 

10 
6 

3 
82 


1 

1 

116 

26 
81 
10 

68 


.7 

6 

232 


6 

4 
6 

6 


3 
2 
8 


JUsed  as  tower  men  account 
of  extensions  and  additions 
to  track  system. 

Account  of  12-hour  day  on  ex- 
cavation and  concrete  oper- 
ations. 

See  "Electricians."  Increase 
account  124iour  day  on  con- 
crete operations. 


tt 


See  "Armature  winder. 


llnstead  of  armature  winder 
I    and  linemen. 


Transferred  from  other  divi- 
sions. 

Promotion  in  accordance  with 
apprentice  scale. 


for    other 
repairs   to 


jlncreaaed  equipment  repairs. 

(Increased    work 
divisions   and 
equipmoit. 
To  keep  shop  tools  in  condi- 
tion. 
Sul»titute  for  man  on  vaca- 
tion leave,  temporary. 
\Account   hostling;       under 
/   hostling  organization. 
Caisson  assembling  at  Cristo- 
bal. 
Account  construction  work 
for  other  divisions  and  as- 
sembling of   caissons   for 
Cristobal  docks. 
Increased    equipment.— Re- 
peJre  and  manufacture  of 
structural  forms. 
^Increased  detail  in  keeping  of 
/   shop  costs. 

Added  car  work  and  substi- 
tution "silver"  men  lor 
"gold"  which  have  been 
betow  Tnaximnm  organim- 
tion. 
Added  car  work. 

(Increased  equipment  repain, 
and  manufacture  fh>m 
Lirio  miU. 
Increased  detail  account  ad- 
ditional work  by  mechan- 
ical division. 
Account  increased  detail  in 

keeping  of  shop  costs. 
Account  absence  of  men  on 
vacation  leave,  temporary. 
Aooount  increased  ckvioal 
and  pay-roll  work  on  ao- 
oount of  iacreaee  of  fbcoe. 
\Aocount  transfer  ooaoh  work 
/   to  Gorgona  shops. 
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Table$  showing  inereases  in  salaries  authorized  over  organization  of  Julyly  1910 — Gontd. 

DEPARTMENT  OF  CONSTRUCTION  AND  BNOINEERINO-Gontlnaed. 


DtfigDBtiOIIi. 


Omcx   or   ChaibmJK  and 
Ceiir  ENOiNBXB—Oointd. 

mCSAinCAL  DIYISON—COIltd. 

Conductor  (tmqaallfled) 

QypipecBinith 

Do 

Draftsman 

Do 

Dnftnnaii,  chief 

EnfflaMr,  locomotive  (unqual- 

Engineer,  mechanical 

Engineer,  testing,  assistant 

Engineer,  testing 

Foreman 

Do 

Do 

Do 

Do 

Helper 

loQMotor 

Do : 

Ironworker 

Do 

Janitor 

Laborer 

Do 

Lineman 

Machinist 

Do 

Molder 

Do 

Do 

Model  maker 

Oiler 

Do 

8S::::::::::;:::::;::::::: 

Do 

Painter 

Do 

Do 

Do 


Rate  of  pay. 


$1,800.00 

624.00 

1,622.40 

1,660.00 

1,800.00 

2,700.00 

2,160.00 

3,300.00 

1,600.00 
2,400.00 
1,740.00 
1,800.00 
1,020.00 
1,980.00 
2,700.00 


324.48 


1,800.00 


2,100.00 
1,397.76 

1,622.40 
450.00 
399.36 
499.20 

1,800.00 


1,397.76 
1,622.40 

399.36 

1,397.76 

1,622.40 

2,100.00 
360.00 
420.00 
640.00 
480.00 
720.00 


624.00 
1»006.24 
1,622.40 


Organi- 
zation of 
Julvl, 
1910. 


4 

2 
2 


6 


447 


1 
6 

18 
1 


18 
187 

43 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


2 
2 
2 


11 
"•6 

456 


26 
1 


10 
201 

30 


60 

38 

7* 

.•>.- 

'**4' 

1 

16 

17 

3 

Maxl- 

mum 

number 

employed 

at  any 
onetime 

during 
fiscal  year 

1912. 


1 

1 

1 

2 

13 

O 
1 

7 


768 


3 
1 

1 
3 
4 
54 
2 


19 
298 

42 


53 

1 
4 
7 
1 
1 
1 
20 

4 
1 
4 


Explanation  of  Increase. 


To  handle  car;  aoooont  night 
force,  switching  at  night. 

Increased  work  for  other  de- 
partments. 

Increased  work  and  reserve 
men  from  other  divisions. 

Account  establishing  of 
planning  department. 

For  planning  department 
and  transfer  from  Panama 
R.R. 

Account  reorganisation  of 
drafting  office. 

Temporary;  at  Qatun;  tmm 
hostler. 

Account  reorganization  of 
drafting  office. 

Oil  test,  Balboa. 

Account  increased  duties. 

(Changed  from  leading  men; 
hourly  basis,  to  prevent 
excessive  overtime. 
Do. 

Increased  duties  of  A.  sales, 
account  additional  equip- 
ment in  use  by  Fadflc  divi- 
sion. 

Caisson  work  at  Cristobal; 
lieu  of  low-grade  machin- 
ists under  organization, 
and  reduction  of  lower- 
grade  gold  men. 

Inspection  force  organized  to 
inspect  output  of  Oorgona 
shops. 
Do. 

Transferred  bom  other  divi- 
sion. 
Do. 

To  properly  look  after  offices. 

Incieased  shipping  and  yard 
work. 

''Cut"  trouble  man,  fh>m  66 
cents. 

Increased  output  finished 
castings,  erection  for  other 
divisions,  and  equipment 
rapeirB.  Reserve  men  for 
other  divisions. 

Increased  foundry  output; 
fock  castings. 

lieu  of  1  cupola  tender;  same 
rate. 

Castings  for  locks  and  estab- 
lishing of  steel  foundry. 

Construction  kxsk  modeL 

Change  of  rating  lirom  sta- 
tionary engineen  at  similar 
rates  under  oiganlzation. 

Aooount  added  oar  and  coach 
work. 
Do. 
Do. 
Aooount  transfer  of  ooaoh 
work  to  Ooigooa* 


} 
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Tables  ahamng  increoHi  in  salaries  authorized  over  organixadoh  of  July  1, 1910 — Contd. 

DEPARTMENT  OF  CONSTRUCTION  AND  ENOINEBRINO— Gontfamed. 


DeBlgnation. 


Omcs  or  Chairman  and 
Chief  Enoinxbb— Gontd. 

MSCHANICAL  DIYIBION— OOntd. 

Pattern  maker 

Pipe  fitter 

Planing-mill  band 

Do 

Rlggw. 

Steam  fitter 

Superintendent,  electrical 

Trainman 

Do 

Typewriter  repairer 


Rate  of  pay 


$1,872.00 


1,747.20 
409.20 


1,397.76 
324.48 

1,822.40 
3,300.00 

360.00 

420.00 

1,500.00 


Orsani- 

tatJonof 

Julyl, 

1010. 


15 


14 


4 
2 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


9 


8 


2 
2 


mom 

number 

employed 

at  any 
onetime 

during 

fiscal  year 

19li 


10 


1 
7 


12 
2 

2 

1 

3 
4 

3 


Ezphmation  of  increase. 


Account  increased  fioundry 
output  and  installation  of 
steel  foundry. 

Leading  man. 

Increased  car  work  and  gen- 
eral   manufacture    trans- 
ferred  fjTom  Lirio   mill— 
abolisbed. 
Do. 

Cbanged  designatioQ  of  labor 
ers. 

Transferred  fn>m  Gatun. 

Increased  duties  and  respon- 
sibility.  Salary  increfued. 
\  Account  establisbing  nigbt 
I    switching  crew. 

One  added  to  handle  adding 
maflhines. 


DEPARTMENT  OF  CIVIL  ADMINISTRATION. 


Executive  office: 
aerk 

Do. 

C6D8IU  expert. 
Do 


Board  of  local  inspectors: 
Assistant  boiler  and  hull 
inspector. 


Division  of  revenues: 
Clerk 


Do. 


81,200.00 


900.00 


3,600.00 


2,400.00 


2,100.00 


1,800.00 


600.00 


RoadsuperviaoEB. 


600.00 


3 


3 


Temporary  appointment,  2 
months,  effective  Apr.  29. 
1912;  account  resignation  of 
derk  entering  on  70  days' 
leave. 

Temporary  appointment,  6 
weeks,  effective  May  27, 
1912;  account  regular  tele- 
phone opemtor  on  leave. 

Temporary  appointment,  7 
months,  effective  Nov.  22, 
1911;  to  direct  taking  of 
1912  Zone  census. 

Temporary  appointment,  2 
months,  effective  Dec  12, 
1911;  to  assist  supervision 
of  1912  Zone  census. 

Appointed,  effective  Dec.  11. 
1911;  aooount  additional 
duties  assigned  to  boud  of 
local  inspectors  under  Ex- 
ecutive order  of  President, 
of  July  21,  1911,  "Provid- 
ing for  the  inqwotion  of 
steam  vessels." 

Through  a  reairangement  of 
work;  1  derk  at  $125  and  1 
inspector  at  $100  were 
dropped  and  1  derk  at  $150 
added;  effective  Sept.  16, 
1911. 

1  appohited,  effective  Mar.  5. 
1912,  account  additfcinal 
work  under  Executive 
order  of  Presidflat  of  Feb.  5, 
1912.  re  administration  or 
estates  in  Canal  Zone. 

Temporary,  2  months,  effec- 
tive May  4, 1912;  to  warn 
persons  liable  for  poll  tax 
to  work  at  stated  time  or 
pay  tax. 
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Tables  showing  increaaea  in  aaUariea  authoriz$d  over  organizalion  of  July  1,  /9iO-T-Ck)ntd« 

DEPARTMENT  OF  CIVIL  ADMINISTRATION— Gontlntied. 


Doigiiation. 


Rate  of  pay. 


Dl^lfdon  of  revenaes— Contd . 
Postal  clerk 


Do. 


aerk. 


Do. 


Inspector  of  post  offices. 


Postmaster. 


Do. 


Do. 


Do. 


Do. 


Division  of  fire  protection: 
Engineer,  motor 


Sl|«X).00 


1,200.00 


900.00 


720.00 


2,100.00 


300.00 


900.00 


2,000.00 


2p400.00 


2,700.00 


1,800.00 


Organi- 
zation of 
July  1, 
19 


fo.' 


29 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


Maxi- 
mum 
number 

employed 
at  any 

one  time 
during 

fiscal  year 
1912. 


29 


30 


6 


Explanation  of  Inoraase. 


Substitatlon  of  2  postal 
clerks  at  $1,600  in  place  of 
2  postmasters  at  Sl|600; 
effective  June  21,  1912,  2 
post  offices  having  been 
discontinued. 

Temporary,  3  montbs,  efleo- 
tive  Apr.  21,  1912;  account 
resignation  of  clerk  enter- 
ing on  84  days'  leave. 

A  total  of  9  were  employed 
during  the  year.  Tempor- 
ary appointment  of  1  lor 
6  weeks,  effective  July  20, 

1911,  account  lane  number 
clerks  sick,  on  leave,  and 
about  to  enter  on  leave. 
Temporary  appointment  of 
4  for  30  days,  effective 
Dec.  9, 1911,  to  help  handle 
Christmas  malL  2  ap- 
pointed, effective  May  17. 

1912.  account  Increased 
work  due  to  postal  savings 
system. 

Appointed,  effective  Feb.  1, 
1912,  in  place  of  messenger 
at  $450,  account  increased 
work  at  Balboa  post  office 
due  to  fortiflcaoon  work. 
The  net  increase  Is  chaige- 
able  to  fortification  work. 

This  position  (created  Apr. 
13,  1911)  increased,  effeo- 
tive  June  1,  1912,  from 
$1,800  to  $2,100,  account 
Increased  duties  resulting 
from  establishment  of  pos- 
tal savings  system. 

Effective  Apr.  22.  1912,  sta- 
tion acents  at  Monte  lirio 
and  frijoles  rtiwigniit^  as 
postmasters. 

2  postmasters  (Toio  Point 
and  Porto  Beilo)  increased, 
effective  July  1, 1911,  from 
$600  to  $000,  as  offices  were 
made  money-order  sta- 
tions. Effective  Mar.  14, 
1912;  authorised  maTJmum 
pay  of  postmaster  (Mata- 
chin)  reduced  from  $10)00 
to$000. 

Increase  in  pay  of  postmaster 
(Qorgona),  effective  Aug.  1, 
1911,  from  $1,900  to  $2^, 
account  Inoeased  postal 
receipts. 

Increase  in  pay  of  postmaster 
(Oatun),  effective  Aug.  1, 
1911,  from  $2,300  to  $2,400, 
account  inoeased  postal 
receipts. 

Increase  in  pay  of  postmaster 
(Cristobal),  effective  Aug. 
l,1911,fh>m  $2,600  to  $2,700, 
account  increased  postal 
receipts. 

Substituted  in  pkoe  of  1 
fireman  at  $1,500,  effective 
May  4, 1912,  to  operate  new 
automobile  flro  engine. 
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Tablei  thawing  inareaaea  in  Bolariea  atUhorized  over  organization  of  July  1,  iPiC^-^-Oontd. 

PEFABTMENT  OF  CIVIL  ADHINISTRATION-Gaiitiiiaed. 


^JQIUDfttlOQ* 


Division  of  pabllo  worlo: 
Pipefitter  (20  oeatB). 


Jadldary: 
Traaalator. 


Ooyenunent  of  the  Canal  Zone 
(diyialon  of  schools): 
Princlpali  grammar  school. 


Tiwinhfir. 


Do. 


Oardener  (per  month). 


Rateofpay. 


$647.20 


1,800.00 


900.00 


810.00 


640.00 


30.00 


Organi- 
zation of 
Julyl. 


19 


U 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


24 


12 


24 


12 


Maxi- 
mum 
number 

employed 
at  any 

onetime 
during 

fiscal  year 
19li 


2 


33 


le 


Explanation  of 


Substituted,  eflactiye  June  8, 
1912,  in  piaoe  of  1  mason 
at  20  cents,  account  class 
of  work  perfonned  by  in- 
cumbent. 

One  temporary  appointment, 
2  months,  eflecuve  Mar.  8, 
1912,  during  unavoidable 
absence  of  2  regular  court 
translatOTB. 


Increase  of  1,  effective  Oct. 
4, 1911,  in  place  of  teacher  at 
1810;  to  provide  Increase  in 
pay  for  teacher  in  charge 
of  Pedro  Miguel  break  to 
agree  with  pay  of  similar 
positions  elsewhere.  In^ 
crease  of  1,  effective  Feb. 
26, 1912,  in  place  of  teacher 
at  1810:  to  provide  increass 
in  pay  vx  teacher  at  Ancon, 
account  increased  duties. 

One  appointed,  effective  Oct. 
11,  1911,  for  white  schools 
established  at  Pprto  Bello. 
Two  appointed,  effective 
Oct.  18,  1911,  account  In- 
creased attendimce  at  0»- 
tun  and  Oorgona  white 
schools. 

Two  appointed,  effective 
Oct.  26, 1911,  for  new  col- 
ored school  at  Ancon. 
Two  appointed  effective 
Dec.  30,  1911,  account  in- 
creased attendance  at  An- 
con and  Cristobal  colored 
schools. 

Temporary,  3  months,  eflte- 
tlve  July  1 ,  1911 ;  to  care  Ibr 
school  gardens  during  va- 
cation. 


DEPARTMENT  OF  SANITATION. 


OmcB  or  THK  CH^r  Samitabt 

OfflCBS. 

Officers  and  employees: 

Chaplain 


Clerk. 


11,200.00 


1,600.00 


1  additional  chaplatnatSi;KM) 
was  authorised  and  ap- 
pointed after  the  1912  eeO- 
mate  had  been  submitted. 

1  clerk  temporarily  filling 
vacancy  of  $126  store- 
keeper; authority  for  d»> 
partment  not  exceeded. 


Non.-~Where  explanations  of  Increases  do  not  i>roperly  account  for  the  differences  between  figures  in 
the  fifth  column  and  those  in  the  fourth  column,  the  figures  are  reconciled  by  the  increases  autnoriied 
during  the  fiscal  year  1911,  shown  in  the  statement  forwarded  with  Mr.  Thatcher's  letter  of  June  18, 1911, 
In  response  to  the  chairman's  letter  of  June  14, 1911,  and  the  oxganizatlon  data  therein  contained. 
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Tablet  ihowing  inereasea  in  talaries  authorized  aver  organissaHon  of  Jidy  1, 1910--Contd. 

DEPARTMENT  OF  SAMZTATION-Ccntlntied. 


Dflslgnatfam. 


Omcs  or  thb  Chief  Sanitabt 
OmcBa— Cantlxmed. 

OiBceiB  and  employees— Can. 
Messenger 


NoFse. 


Physician. 


Rate  of  pay. 


Orrani- 

sattcmof 

Julyl, 

1910. 


136a  00 


1,260.00 


1,800.00 


Skflled  and  onsklUed  labor: 
Engineer,  marine 


00. 


JkXCOV  BOSRTJlL. 

Officers  and  employees: 

Chaplain  (In  addition  to 
Army  pay  of  13,600). 


Clerk 1,500.00 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


Maxi- 

mom 

number 

employed 

at  any 
onetime 

during 
fiscal  year 

1912. 


1,740.00 


1,960.00 


1,200.00 


Foreman. 


Do. 


Interne. 


Laboratory  assistant. 


NoxM,  male. 


1,800.00 


1,500.00 


1,200.00 


1,260.00 


210.00 


1,260.00 


2 


8 


8 


3 


11 


EatpTanatiop  of  Increase. 


Messengers  were  employed  at 
entrance  salary  provided  in 
Circular  229  and  promoted. 
The  organization  of  July  1, 
1910,  is  based  upon  rolls  at 
that  time,  two  men  serving 
at  entrance  salary.  Im- 
possible to  retain  good  men 
at  entrance  salary. 

Male  nurse  tranafetred  from 
Une  station;  temporarily 
fdled  vacancy  of  S125  store- 
keeper; authority  for  de- 
partment not  exceeded. 

Carried  temporarily  on  chJef 
sanitary  office  roll  while  on 
detached  duty.  Autho- 
rity for  department  not  ex- 
ceeded. 

Engineer  on  Sanidad  at  1135 
was  dischaiged  for  incom- 
petence and  it  was  impoe- 
sible  to  secure  licensed  en- 
Khaeer  to  fill  his  place  for 
less  than  S145.  Additional 
engineer  was  employed  for 
0  weeks  while  regular  en- 
gineer was  on  vacation. 

Employed  for  12  weeks  while 
mate  of  Sanidad  was  on 
vacation. 


Transferred  from  office  of 
chief  sanitary  officer,  Sept. 
5, 1911,  vice  a  ll^cbap> 

lain  resigned;  regular  $1,200 
position  abolished. 

Temporary  relief  during  va- 
caoon;  authority  for  de- 
partment not  exceeded. 

Position  of  1  foreman  at  1126 
and  1  engineer  at  850  in  the 
laundry  abolished  and  one 
foreman  at  $150subatltu ted. 

One  additional  foreman  at 
$125  employed  account  of 
85  per  cent  increase  in 
amount  of  work  done  at 
laundry;  later  abolished. 
(See  preceding  item.) 

Temporarv  appointmentsflll- 
ing  8150  physicians'  va- 
candes. 

The  890  man  was  promoted  at 
end  of  6  months  satisfactory 
service  as  per  conditions  of 
employment. 

Three  at  8210  per  month 
authorised  May  16, 1912,  to 
take  place  of  one  at  8160 
and  two  at  8120,  account 
impossibility  to  retain  effi- 
cient help  at  lower  rates. 

Increase  of  3  to  take  place  of 
female  nurses  in  venereal 
wards;  authority  for  femato 
musea  reduced  by  3. 
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Tables  showing  inereaaea  in  iokariea  authorized  over  organization  of  July  1, 7910— Oantd 

DEPABTHBNT  OF  BANITATION-^Ocmtlnaed. 


DflStCDfttlOB* 


Rate  Of  pay. 


OmcB  oy  Cmsr  Santtabt 
OmcBB^-ConUntied. 

AMOON  HOflPiTAL— contlnaed. 

Offloera  and  employocB   Coil 
Pbysldan 

Do 

Do 

Watdunan 

SkOled  and  nnskOled  labor: 
Carpenter. 

Helper,  druggist 

Lacindryman 

Laborer 

Maid 

Plumber 

Tdeiibone  operator 


COLON  HOSPITAL. 

Offloers  and  employees: 
Attendant 


$3,600.00 


3,000.00 

2,400.00 

300.00 


490.00 


300.00 


300.00 


824.00 


144.00 


790.00 


Druggist. 


Dtetlst 


Intene. 


MesseDgeiBi 


Organi- 
sation of 
July  1, 
1010. 


2 
8 
1 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


2 

8 


3 


360.00 


180.00 


1,600.00 


1,200.00 


1,200.00 


soaoo 


24 


30 


imini 

number 

employed 

at  any 

onetmie 

during 

fiscal  year 

19li 


4 

11 

1 


3 

1 
4 


24 


34 


26 


44 


Explanation  of  taieraaae. 


3 


Due  to  change  of  station,  eto.: 
authority  for  department 
not  exceeded. 
Do. 
Do. 
Employed  to  afford  better 
protection  at  night  to  hos- 
pital property. 

2  additional  authoilsed  dur- 
ing absence  of  one  of 
these  $1,760  men,  who  has 
been  on  sick  report  0 
months. 

Rating  changed  from  attend- 
ant, at  $300,  to  conform  to 
duties. 

On  Jan.  23,  1912,  an  addi- 
tional laundryman,  at  $360 
was  authorised  to  take  the 
place  of  2  laundresses,  at 
$180  each. 

10  men  at  this  rate  authorised 
temporarily  in  place  of  10- 
cent  men  to  do  grass  cut- 
ting. 

3  additional  maids  author- 
ized May  16,  1912,  account 
increase  In  number  of 
women  patients. 

Promoted  Oct.  1,  1910,  fmm 
helper  (plumber)  at  26 
cenu  to  plumber  at  33 
cents  account  efficiency, 
length  of  service,  and  expe- 
rience in  this  position. 

1  additional  authorised  Oct. 
6.  1911,  in  order  to  change 
tneir  day  ihmi  12  to  8 
hours. 


10  additional  authorised  Aug. 
18, 1010,  account  increased 
number  of  patients  In  hos- 
pital. 

1  druggist  transferred  tempo- 
rarily during  vacation;  au- 
thority for  department  not 
exceeded 

Is  in  1912  Book  of  Estimates 
as  nurse,  special,  at  $1,200; 
account  increased  number 
of  patients,  this  position 
was  restored  to  same  status 
as  prior  to  January.  1900; 
aumority  for  $0Od  de- 
creased by  1. 

Temporary  appointments  to 
fill  $160  physicians'  vacan- 
cies. 

Authorized  Aug.  18, 1910,  to 
do  work  formerly  done  by 
attendants. 
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TabUa  Mhowing  intretuei  in  wUxriu  authorig&I  over  organigaUon  of  July  1, 191(^-'0aotd. 

DXPABTMEKT  OF  BAMITATION-Cootlnaed. 


OincB  or  Cbixf  Samrabt 
Omaat-Cantlnued. 

ooLOH  HoaRTAL— ooDttaraod. 

Offloan  and  employcM   Con. 
Physician 

Storakoflptf. 

Skfllad  and  onakilled  lalwr: 
Janitor , 

ICaid 

Plnmbcr 

im  HOaPRALB. 

OfflMn  and  employees: 
Attendant 

Do 

(k 

Do 

DlUgglBt 

Hooaekei 

None^male 

Nans,  male 

Physidan 

SkJUed  and  nnslrtlled  labor 
Cook 

Pfaenm. 


Rate  of  pay. 


12,400.00 
1,600.00 

340.00 
144.00 
790.00 


fi4aoo 


180.00 


1,800.00 


l.fiOO.00 


1,900.00 


800.00 


1,800.00 


1,300.00 

8,000.00 

790.00 
190.00 


Ornnl- 

latKuiof 

Jnlyl, 

1010. 


3 

1 


13 


95 


Number 

allowed 

in  1013 

Book  of 

Bsti- 


mnm 

number 
employed 

at  any 
one  time 

during 

flaoalyear 

lOli 


3 
1 

3 
35 


35 


8 


10 


3 


8 


10 


3 


8 
3 


26 
1 


Ezidanatkm  of  lnonaie. 


38 

1 
4 


1 
3 


31 


«., 


Due  to  trsnsfera,  eto.;  an- 
thori^  for  department  not 


led. 


transferred 


1    storekeeper    tnn 
temporarily  during 
tion;  authority  for  depart 
ment  not  exceeded. 

Authorised  Aug.  18, 1910,  to 
do  work  formeily  done  by 
attendants. 

1  additional  employed  for  30 
days  In  August,  1011,  in  an 
emergency. 

Temporary  transfer  bom  An- 
oon  Hoepital;  authority  for 
department  not  exceeded. 


Foreman  at  Palo  Seco  at  8450 
changed  to  attendant  at 
8540.  to  comply  with  nature 
of  duties.  Promoted  ao* 
count  excellent  senrices 
(surgical  dressing  of  lepen) 
rendered. 

Force  at  Palo  Seco  Increased 
by  Ij  account  Increase  in 
numoer  of  patients  from  80 
to  43. 

Temporsry  detail  during  va- 
cation; authority  for  de- 
partment not  exceeded. 

Position  of  clerk  at  81,500 
substituted  for  drunist  at 
81,500  at  Taboga  'Banita- 
rlum  to  confonn  with  nft> 
ture  of  duties. 

1 8000  druggist  at  Empire  pro- 
moted to  81,300  to  equalise 
pay  with  other  stations  of 
equal  amount  of  work. 

Poeitlon  substituted  for  1 
8730  nuiae  at  Taboga  BonS- 
tarium. 

1  transferred  temporarily 
from  Anoon  Hospital  to  re- 
lieve superintendent  of 
Palo  Beco  while  on  vaca- 
tion; authority  for  depart- 
ment not  exceeded. 

The  800  men  were  nromoted 
at  end  of  6  moniiis'  satla- 
llMtory  service  as  per  ccndi- 
tlops  of  employment. 

Due  to  transfer;  authority 
for  department  not  ex- 
ceeded. 

Cook  at  Taboga  Sanitarium 
promoted  account  of  in- 
creased duties. 

Authorised  Apr.  1,  1013.  for 
the  F'<"*r''*C  plant  at  Palo 
Beco. 
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Tables  showing  increases  in  salaries  authorized  over  orffanization  of  July  i,  1910 — Contd. 

DEPARTMENT  OF  SANITATION-^Ckmtiniied. 


Designatloii. 


OiticK  or  CHiKr  Sanrakt 
OmcxR^-Continued. 

HXALTH  OmCE,  PANAMA. 

Offioera  and  employees: 

Clerk 

Inspector,  sanitary 

Physician 


Rate  of  pay. 


Skilled  and  mmkllled  labor: 
Laborer 


HEALTH    OFnCB,    COLON   AND 
CBI9T0BAL. 

OfScers  and  employees: 

Clerk 


QUASANHNB. 

0£Qoers  and  employees: 
Attendant 

Do 

Custodian 

Physician 

Do •.... 

Watchman 

Skilled  and  miskilled  labor: 
Cook 


Organi- 
zation of 
Julyl, 
1910. 


S81,fi00.00 


1,500.00 


2,400.00 


250.00 


ooaoo 


360.00 


300.00 


1,800.00 


2,400.00 


1,800.00 


240.00 


540.00 


35 


Nomber 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


35 


Maxi- 
mum 

number 

employed 
at  any 

onetime 
during 

fiscal  y< 
19li 


42 


8 


2 


Explanation  of  increase. 


Authorized  at  1150  but  not 
vet  paid;  1  derk  transferred 
temporarily  during  vaca- 
tion; authority  tox  depart- 
ment not  exceeded. 

Substituted  for  sanitary  in- 
spector at  $1,200,  as  Sl,500li 
minimum  paid  for  this  posi- 
tion in  all  other  divisloDs. 

Had  been  substituting  for 
assistant  health  ofltoer 
while  latter  was  health 
ol&oer  of  Colon;  carried 
on  this  roll  while  on  vaca- 
tion; authority  for  do- 
parlment  not  exceeded. 

10  additional  authorized  for 
20  days.  Nov.  2,  1010,  ac- 
count of  ditching  and  clean- 
ing on  Isthmian  Canal 
Commission  land  on  Bal- 
boa Road^5  authorized  for 
3  weeks,  Feb.  23, 1911,  ac- 
count of  ditching  and 
brushing  In  swamps  east  of 
Maranon  and  Tr^jillo  and 
north  of  Caledonia,  City  of 
Panama. 


1  miing  regular  $1,500  posi- 
tion; 1  employed  tempora- 
rily during  vacation  of  reg- 
olar  incumbent;  author- 
ity for  department  not  ex- 
ceeded. 


Transferred  from  linehospl- 
tals  to  quarantine  (Co1oq> 
in.  November,  1911. 

1  additional  employed  at  Co- 
lebra  Island  quarantine 
station,  October,  1911. 

1  custodian's  rating  changed 
tram  $125  with  subsistence 
to  $150  without  subsistence. 

Temporary  detail  during  va- 
cation or  quarantine  officer ; 
phjrsicians'  authority  for 
department  not  exceeded. 

Temporary  details  during  va- 
cation of  quarantine  officer; 
phjTsicians'  authority  for 
department  not  exceeded. 

1  additional  authorized  for 
duty  at  Colon  station. 
Should  have  been  in  1912 
Book  of  Estimates. 

Increased  tnim  $480  in  order 
to  retain  satisfactory  men 
at  isolated  station. 


INCREASES  IN  SAT.ARTKS  AND  PERSONNEL. 
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Tables  showing  increases  in  salaries  authorized  over  organization  of  July  1, 1910— Con, 

DEPARTMENT  OF  SANITATION— Continued. 


Rate  of  pay. 

Onani- 

sattonof 

Julyl, 

1910. 

Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 

Ifaxi- 

mum 

number 
employed 

at  any 
one  time 

during 

fiscal  year 

1912. 

Explanation  of  increase. 

OwwvTK  or  Cmsr  Sanftaby 
Orncx&-€ontinued. 

QUAXAHTDis— contlnned. 

Skilled  and  unskilled  labor- 
Continued. 
Carnenter.  ...........  1 1 .- - 

1899.00 
000.00 

1,800.00 
210.00 

250.00 

• 

1 
1 

1 
9 

252 

On  Oct.  12, 1911,  the  position 
of  carpenter  at  160  per 
month  was  abolished  and 
1  at  16  cents  per  hour  sub- 
stituted. 

Matnm 

com  SANITAnON. 

Officers  and  employees: 

Clerk ^.... 

with  subsistence  to  S50 
without  subsistence. 

1125  man  imnnoted;  total 
number  of  $150  clerks  with- 
in department  not  ex- 
ceeded. 

1  additional  employed  ac- 
count of  impossibility  to  get 
a  boy  at  1125  to  fill  vacancy 

in  that  grade;  1210  is  lowest 
rating  for  messenger  in  Cir- 
cular 229. 

The  force  was  this  high  for 
only  1  month,  August,  1911, 
account  of  the  increase 
in  amount  of  mosquito  oil- 
ing required  in  the  rainy 
season.  During  the  dry 
season  the  force  was  re- 
duced to  as  low  as  164  men. 
The  average  ibr  the  12 
months  of  ihe  fiscal  year 
was  less  than  206. 

llfwinngef 

8 
206 

8 
200 

SkiUed  and  unskilled  labor: 
I^lKvar .r.w 

QUARTERMASTER'S  DEPARTMENT. 


Offlosrs  and  employees: 
Clerks 


Do. 


acrk.. 
Do. 


Do... 
Foreman. 


Do 

Inspector 

Quartermaster,    assistant 
district. 


$450.00 

7 

7 

8 

750.00 

4 

4 

8 

900.00 

12 

12 

14 

1,650.00 

12 

12 

20 

1.800.00 

12 

12 

13 

1,650.00 

4 

4 

12 

1.800.00 
2,400.00 

6 
1 
4 

6 

7 

1 
6 

1,800.00 

4 

Reduced  from  $600  per  an- 
num.   

2  increased  irom  $720  per 
annum;  2  additional;  in- 
creased work. 

Reduced  fjrom  $1,200  per  an- 
num. 

7  positions  increased  fkrom 
$1,500  account  increased 
work;  1  designation 
changed  lh>m  timekeeper. 

Reduced  firom  $2,100  per  an- 
num. 

Increased  work  in  these  posi- 
tions. 

Reduced  from  $1,980. 

In  lieu  of  $3,000  place. 

Designation  changed  ik'om 
district  qnartermaster. 


Nor.— The  department's  authority  fer  physiciana  is  101:  83,  at  $3,000  or  more;  34,  at  $2,400;  and  34,  at 
$1,800.  These  men  are  transferred  from  one  station  to  another  as  oonditions  require,  thus  accounting  for 
the  apparent  excess  at  some  statioas,  while  in  fiict  there  are  never  more  on  the  pay  rolls  than  the  total 
numbv  authoriieo  in  each  grade. 

At  some  stations  there  is  out  1  employee  doing  a  certain  daas  of  work  who  must  be  relieved  while  on 
vacation,  or  sick  leave,  by  a  temporary  transfer  of  another  employee  flram  some  other  division  of  the  depart- 
ment. This  creates  an  excess  in  the  particular  divisioa  for  the  time  being,  bat  the  total  nombcr  of  employ- 
Ma  of  «Qh  daas  on  the  pay  xoUa  of  the  department  Is  not  eoDoeadad. 
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Tables  showing  incrsases  in  salaries  authorized  over  organization  of  July  i,  1910— Con. 

QUARTERMASTER'S  BEPARTMENT-Cantlnaecl. 


SOBaCOBuOIi* 


Offloers  and  employees— Gontd. 
Quartermaster,  dJstrict . . . 


Storakeeper. 

Storeman... 

Do 


Do 

Do 

Watchman 

SkiUed  and  unsklUed  labor: 

Artisan 


Do. 
Do. 


Blacksmith. 
Do 


Boy. 


CarpCT 


ter. 


Craneman, 
Fairler... 


Fireman.. 
Laborer.. 


Do 

Oi>eiator.  monotype. 


PaintecB. 


Plnmber, 

Do. 
Do. 


Bats  of  pay. 


82,400.00 
1,800.00 

aoo.oo 

460.00 


300.00 
600.00 
360.00 

390.00 


499.00 
624.00 

399.00 
600.00 

173.00 


Orranl- 

lationof 

Julvl, 

1910. 


499.00 
624.00 


600.00 
600.00 


460.00 

325.00 

399.00 
1,800.00 


624.00 


624  00 


1,617.20 
1,872.00 


/3 


3 
16 


17 
14 


7 
2 

1 
5 

3 


47 
85 


2 
2 


7 
14 
70 


41 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


8 


ICaxi- 

mum 

number 
employed 

at  any 
onetime 

during 

fiscal  year 

19li 


3 


3 
15 


15 
12 


7 
2 

1 
5 

3 


40 
70 


2 
2 


7 
14 
50 


25 


8 


4 
1 

13 
18 


23 

21 

1 

10 


8 
6 

2 

7 


Ejqilanfttfon  of  increase. 


47 
85 


3 
5 


9 

76 

261 
1 


41 


10 


1 
9 


Increased  work  at  Pedro 
Miguel. 

Reduced  firom  12,100  per  an- 
num. 

In  lieu  of  foiiemen  at  a  like 
wage. 

In  lieu  of  foreman  at  the  same 
rate  of  pay.  See  reduction 
in  foremen  positions  of  tOOO, 
t750, 1600,  and  $460  per  an- 
num. 


In  lieu  of  S460  per  annum. 

6  pressmen  desienatlon 
changed  to  artnan,  same 
rate,  m  order  to  make  them 
available  for  any  service. 

1  compositor;  same  reason  as 
above. 

3  compositors  and  1  press- 
man: designation  changed 
for  same  reason  shown 
above. 

Increased  work  at  Mount 
Hope  depot. 

Cut  out  2  positions  at  $540 
and  increased  2  positions 
from  $540  to  $600,  making  a 
saving  of  $960  jper  annum. 

1  additional  position  required 
at  Dock  U. 

'When  estimate  was  prepared 
it  was  thou^t  practicable 
to  reduce  force  of  carpen- 
ters, but  this  has  Seen 
found  impracticable  up  to 
the  present  time,  due  to 
slides  at  Culebra  and  trans- 
ferring quarters  firom  Bal- 
boa, account  construction 

.   of  dry  dock,  shops,  etc. 

In  lieu  of  $lii00  place. 

Increased  from  $480  to  $600 
on  account  of  reduction  of 
stablemen,  thus  increasing 
work  of  farriers. 

Reduced  lh>m  $600  per  an- 
num. 

Necessary  in  order  to  hold 
laborers  on  dock. 

Reduced  ih>m  $499. 

Increased  ixom  $1,500  to 
$1,800  in  order  to  secure 
competent  man;  was  found 
Impracticable  to  hold  man 
at  $1,600  rate. 

When  estimate  was  prepared 
it  was  thought  tiie  $624  em- 
ployees of  this  class  could 
be  materially  reduced,  but 
this  was  found  impractica- 
ble; however,  the  total 
number  has  been  reduced 
by  9. 

In  order  to  hold  good  colored 
plumbers  it  is  necessary  to 
pay  this  increased  wage. 

These  additional  positions 
are  temporary  owing  to 
work  of  moving  quarters 
fIrom  Balboa  andaoooiint  of 

,    United  States  troops. 
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Tables  ahawing  inereaaea  in  sdlariea  authorized  over  otganitaHon  of  July  1,  7910— Oontd. 

QUARTERMASTER'S  DEPARTHBNT>€onttniied. 


DesIgDBtlim. 


Skffled  and  unskilled  labor 
Continued. 
Rigger 

Pressman 

Teamster 

Trucker 

Upholsterer 

wheelwright 


Rateofpay. 


1366.00 


490.00 


480.00 


300.00 

390.00 
600.00 


Onanl- 

satumof 

Julvl. 

1010. 


41 


3 
3 


Number 
allowed 
In  1912 
Book  of 
Esti- 
mates. 


Maxi- 
mum 

number 

employed 
at  any 

one  time 
during 

fiscal  year 
1912. 


41 


3 
3 


10 


49 


9 

4 

4 


EzplBDatlon  of  Increase. 


These  men  employed  at  a 
monthly  rate  in  lieu  of  an 
hourly  basis  where  they 
woe  siting  ezoessive  over- 
time. 

1  position  reduced  from  1634; 
2  positions  increased,  owing 
to  getting  a  better  dass  <» 
men. 

In  order  to  secure  better 
teamsters,  thereby  making 
a  large  reduction  In  $420 
positions. 

In  lieu  of  laborers.  In  order  to 
eliminate  overtime. 

Reduced  firom  $499. 

In  lieu  of  $1,600  per  annum. 


SUBSISTENCE  DEPARTMENT. 


Head  waiter 

isen 
Do 

Steward 
Do. 
Do. 


Storeman 
Do... 

Boy 

Cook 


Helper 

Do".!!!!! 

Janitor 

Maid 

Waiter 

Waiter,  head 


$900.00 


300.00 
460.00 


600.00 
1,200.00 
1,600.00 


300.00 
460.00 


120.00 


420.00 


160.00 
120.00 

aoo.00 

210.00 


2iaoo 


180.00 
450.00 


2 


7 
7 
4 


3 
2 


2 


40 
18 


17 


141 
6 


2 
3 


2 
6 
6 


6 
2 


10 


230 


10 


16 


160 
2 


3 
4 


2 

12 
8 


9 

4 


13 


276 

44 

2 

18 


IB 


202 
8 


Account  increase  of  work  at 

TIvoll. 
Increase  1  messenger  at  $300, 

1  at  $450,  covered  by  a  de- 
crease of  2  at  $210, 3  at  $360; 
total  decrease,  $7oO. 

Increase  1  steward  at  $600, 
6  at  $1 ,200. 2  at  $1,600,  cov- 
ered by  decrease  of  1  at 
$450,  2  at  $720, 1  at  $760,  2 
at  $1,800,  2  at  $2,100;  total 
increase  $360,  account  em- 
ployment of  men  on  gold 
roliin  place  of  those  on  sil- 
ver rolL 

Increaso  3  storemen  at  $300, 

2  at  $460,  covered  by  de- 
crease of  1  at  $600,  and  1 
storekeeper  at  $720,  1  at 
$000, 1  at  $1,000;  total  d»- 
oreaao,$1420. 

Increase  of  3  boys  at  $120  cov- 
ored  by  decrease  of  2  at 
$160,  2  at  $180;  total  de- 
crease, $300. 

Increase  2  cooks  at  $420  cov- 
ered jy  decrease  of  26  at 
$.;0, 11  at  $300. 6  at  $360, 6 
ate  30, 2 at $^,8 at $M0, 
8  r^  $600, 4  at  $720, 4  at  $900, 
2  at  $1,000;  total  decrease, 
$31,620. 

Increase  45  helpera  at  $160. 
44  at  $1X,  2  at  $300,  covered 
by  decrease  of  36  at  $180, 28 
at  $210;  total  decrease,  $330 

Increase  2  Janitors  at  $210 
covered  by  decrease  of  1  at 
$300.  2  at  $360,  1  at  $460; 
total  decrease,  $1,060. 

Account  Increase  of  work  at 
Hotel  TlvoU. 

Increase  of  62  waiten  at  $180, 
1  at  $460,  covered  by  de- 
crease of  66  at  $210,  11  at 
$240.  10  at  $300,1  at  $800; 
total  decrease,  $0340. 
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TableM  showing  incretues  in  iolaries  authorized  over  organization  of  JvXy  7,  i9i(r— Oontd. 

DEPARTMElfT  OF  EXAMINATION  OF  ACCOUNTS. 


Designation. 

Rate  of  pay. 

Onanl- 
sationof 

Number 
allowed 
in  1912 
Book  of 
Estl- 
mates. 

MaTl- 

mum 

number 

employed 

at  any 

onetime 

during 

fiscal  year 

19li 

Explanation  of  increase. 

Claim  ofQcer 

$2,700.00 
2,100.00 

1 

4 

1 
5 

Salary  increased  from  92^400 

Clerk 

4 

on   account   of   increased 
duties  and  responsibUitieB 
under  sec.  5,  act  of  ICar.  4, 
1911,  transferring  to  chair- 
man the  duty  of  settling 
daims  for  compensation  on 
account  of  injury  and  death 
previously  vested  in  Secre- 
tarv    of    Commerce    and 
Labor. 
The  salary  of  1  clerk  in  injury 
claims  division  increased 
from  $1300  to  $2,100,  due 
to  reasons  stated  opposite 
ciaim  officer. 

DEPARTMENT  OF  LAW. 


Counsel   and    chief  attorney 
(head  of  department  of  law). 
Prosecuting  attorney 


Assistant  prosecuting  attorney . 
aerk 


Land  agent. 


Clerk 

Inspector. 

Clerk 

Messenger 


$7,200.00 
3,600.00 


3,000.00 
1,800.00 


3,300.00 


1,920.00 

1,200.00 

610.00 

300.00 


$5,000.00 

$5,000.00 

0) 

3,000.00 

> 

3,000.00 

(«)        ^ 

2,400.00 
1,500.00 

2,400.00 
1,500.00 

3,300.00 

1,920.00 

1,200.00 

510.00 

240.00 

300.00 

300.00 

Items  1, 2,  and  3  increase  on 
account  of  additional  and 
mora  important  duties  by 
reason  of  the  change  of 
office  from  a  division  to  a 
department  and  by  the 
consolidation  of  the  land 
offices  of  the  commission 
and  Panama  R.  R.  under 
department  of  law. 

Duties  of  place  made  those  of 
combined  file  derk  and 
stenographer. 

Added  to  force  with  consoli- 
dation of  Isthmian  Canal 
Commission  and  Panama 
R.  R.  land  offices  under 
department  of  law.  (See 
chairman's  letter  of  May 
19,1911.) 

Same  as  item  5. 
Do. 
Do. 

Increased  work  of  office. 


1  $6,000  rate  from  July  1, 1911,  to  Deo.  31, 1911;  $7,200  rate  from  Jan.  1,«1912,  to  June  30, 1912. 
s  $3,000  rate  from  July  1, 1911,  to  Dec.  31, 1911;  $3,600  rate  fTOm  Jan.  1, 1912,  to  June  30, 1912. 
s  $2,400  rate  from  July  1, 1911,  to  Dec.  31, 1911;  $3,000  rate  from  Jan.  1, 1912,  to  June  30, 1912. 
« $1,500  rate  from  July  1, 1911,  to  July  31, 1911;  $1,800  rate  from  Aug.  1, 1911,  to  June  30, 1912. 
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Tables  ahotoing  increases  in  salaries  authorized  over  organization  of  July  1,  JPIO— Contd. 

WASHINGTON  OFFICE.    ^ 


DedgnBtion. 


Purchasing  department: 
ClerkfNew  Orleans  office. 


Do. 


Disbmsing  office: 
Qerk 


Examination  of  accounts: 
Clerk 


Rate  of  pay. 


91,600.00 
1,400.00 

1,400.00 


1,400.00 


Special  foroe  for  preparation  of 
data  on  Panama  Canal  traf- 
fic and  tolls  and  the  meas- 
urement of  vessels* 

Special  commissioner , 

Statistician 

Clerk 


Organi- 
zation of 
Julyl, 
1910. 


1 

4 


Number 
allowed 
in  1912 
Book  of 
Esti- 
mates. 


Maxi- 
mum 
number 

employed 
at  any 

one  time 
during 

fiscal  year 
1912. 


1 

4 


Explanation  of  increase. 


116.00 
2,160.00 
1,000.00 


(Increased  Oct.  1, 1910,  firom 
$1,400  to  91,600  on  account 
of  increased  duties. 

On  account  of  increased  work 
in  disbursing  office  one 
position  was  transferred 
from  administration  office, 
thus  causing  no  increase  in 
Washington  office  foroe  as 
a  whole. 

On  account  of  increased 
duties  and  responsibilities 
of  a  clerk  in  the  examin»- 
tion  of  accounts,  a  $1,200 
position  of  that  office  was 
exchanged  for  a  $1 ,400  posi- 
tion in  the  administmtive 
office  on  May  1, 1912,  the 
clerk  being  promoted  from 
$1,200  to  $1,400,  no  increase 
being  caused  in  the  Wash- 
ington office  foroe  as  a 
whole. 


f  A  temporary  foroe  engaged 
upon  the  preparation  of 
special  data  for  the  Secre- 
tary of  War  and  Congress. 


>  Per  day  and  expenses.    Entire  compensation  to  be  fixed  upon  completion  of  work. 
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ACTS  OF  COirgBESS  AFFECTIirO  TEE  ISTHMIAir  CAVA!  AlTD 
EZECTJTIVE  OBDEBS  BELATHrO  TO  THE  CAVA!  ZOITE. 


INDEX. 
Acts  of  Gongrees:  Pago. 

Limiting  hours  of  daily  service  of  laborers  and  mechanics  employed  upon 
workdone  for  the  United  States,  or  for  any  Territory,  or  for  the  District 
of  Columbia,  and  for  other  purposes,  approved  June  19, 1912 595 

Making  appropriations  for  sundry  civil  expenses  of  the  Government  for  the 
fiscal  year  ending  June  30, 1913,  and  for  other  purposes,  approved  Aug. 
24,  1912 595 

Providing  for  the  opening,  maintenance,  protection,  and  operation  of  the 
Panama  Canal,  and  the  sanitation  and  government  of  the  Canal  Zone, 

approved  Aug.  24,  1912 599 

Executive  orders: 

Providing  for  the  inspection  of  steam  vessels,  Julv  21, 1911 605 

Prohibiting  the  promotion  of  fights  between  bulls,  dogs,  or  cocIcb,  Aug.  4, 
1911 608 

Prohibiting  the  placing  of  signs  on  lands  and  property  of  the  United  States 
and  the±*anama  Raiboad  Co.,  Sept.  8,  1911 608 

Establishing  the  postal  savings  system  in  the  Canal  Zone,  Sept.  8, 1911 609 

Amending  sections  51,  62,  and  526,  and  to  repeal  sections  63  and  529  of  the 
code  of  civil  procedure  of  the  Canal  Zone,  Sept.  26, 1911 610 

Amending  section  10  of  act  No.  9,  entitled  *'An  act  to  provide  sanitary 
rules  and  regulations  for  the  Canal  Zone,  Isthmus  of  Panama,  and  for  the 
enforcement  thereof, ' '  enacted  Sept.  2, 1904,  Oct.  14,  1911 610 

Prohibiting  the  practice  of  medicine,  surgery,  dentistry,  pharmacy,  or 
midwifery  without  a  license,  Oct.  14,  1911 611 

Amending  section  456  of  the  penal  code  of  the  Canal  Zone,  Nov.  3, 1911. .      611 

Preventing  the  unauthorized  purchase  of  supplies  and  equipment  from  per- 
sons in  the  Army  or  Navy,  Nov.  15, 1911 612 

Amending  sections  1  and  2  of  act  No.  2  of  the  Canal  Zone  Laws,  relating  to 
notaries  public,  enacted  Aug.  17,  1904,  and  for  other  purposes,  Nov.  18, 
1911 612 

Amending  Executive  order  prohibiting  the  practice  of  medicine,  surgery, 
dentistry,  pharmacy,  or  midwifery  within  the  Canal  Zone  without  a 
license,  "Dec.  26, 1911 613 

Authorizing  the  taking  of  a  census  of  the  Canal  Zone.  Jan.  12, 1912 613 

Providing  an  inexpensive  method  for  the  administration  of  estates  of  de- 
ceased and  insane  persons  in  certain  cases,  and  to  repeal  act  24  of  the 
Canal  Zone  Laws,  and  the  Executive  orders  amendatory  thereto,  Feb. 
5,1912 616 

Providing  a  maximum  speed  for  motor  vehicles  in  the  Canal  Zone  and 
establishing  a  rule  of  the  road,  Feb.  28, 1912 617 

Preventing  trespassing  upon  reservations,  Apr.  17, 1912 617 

Amending  the  Executive  order  providing  for  the  collection  of  a  distillation 
tax,  May  21, 1912 618 
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AN  ACT  Limiting  the  hours  of  daily  service  of  laborers  and  mechanics  employed 
upon  work  done  for  the  United  States,  or  for  any  Territory,  or  for  the  District  of 
Columbia,  and  for  other  purposes. 

The  President,  by  Executive  order,  may  waive  the  provisions  and  stipulations  in 
this  Act  as  to  any  specific  contract  or  contracts  during  time  of  war  or  at  a  time  when 
war  is  imminent,  and  until  January  first,  nineteen  Hundred  and  fifteen,  as  to  any 
contract  or  contracts  entered  into  in  connection  with  the  construction  of  the  Isth- 
mian Canal. 

Approved,  June  19, 1912. 


[Extract  from  the  act  of  Congress  entitled  **  An  Act  maklnc  appropriations  for  sundry  civil  expenses  of 
the  Qovemment  for  the  fiscal  year  ending  June  thirtieth,  nineteen  hundred  and  thirteen,  and  for 
other  purposes."] 

Be  it  enacted  by  the  Senate  and  House  of  Representatives  of  the  United  States  of  America 
in  Congress  assembled,  That  the  following  sums  be,  and  the  same  are  hereby,  appropri- 
ated, for  the  objects  hereinafter  expre^ed,  for  the  fiuscal  year  ending  June  thirtieth, 
nineteen  hundred  and  thirteen,  namely: 


The  Isthmian  Canal. 

To  continue  the  construction  of  the  Isthmian  Canal,  to  be  expended  under  the 
direction  of  the  President,  in  accordance  with  an  Act  entitled  '*An  Act  to  provide  for 
the  construction  of  a  canal  connecting  the  waters  of  the  Atlantic  and  Pacific  Oceans," 
approved  June  twenty-eighth,  nineteen  hundred  and  two,  and  Acts  amendatory 
thereof  or  supplementary  thereto: 

First.  For  salaries  of  officers  and  emplojrees  of  the  Isthmian  Canal  Conmussion, 
includiiu;  assistant  purchasing  and  shipping  agents,  and  all  other  employees  in  the 
United  States,  $150,000. 

Second.  For  incidental  expenses,  including  rents,  cable  and  telegraph  service,  sup- 

glies,  stationery  and  printing,  and  actual  necessary  traveling  expenses  in  the  United 
tates  (including  rent  of  the  Panama  Canal  building  in  tne  District  of  Columbia, 
$7,500,  textbooks  and  books  of  reference,  $1,000,  and  additional  compensation  to  the 
Auditor  for  the  War  Department  for  extra  services  in  auditing  accounts  of  the  Isth- 
mian Canal,  $1,000),  $50,000. 

Third.  For  pay  of  members  of  the  conmiission  and  officers  and  employees  on  -the 
Isdimus,  other  than  skilled  and  unskilled  labor,  including  civil  engineers,  superin- 
tendents, instrumentmen,  transitmen,  levelmen,  rodmen,  draftsmen,  timekeepers, 
mechanical  and  electrical  engineers,  quartermasters,  clerks,  accountants,  stenograpners, 
storekeepers,  messengeri^,  omce  boys,  foremen  and  subforemen,  wagon  masters,  watch- 
men, and  stewards,  including  those  temporarily  detailed  for  duty  away  from  the 
Isthmus,  in  the  departments  of  construction  and  engineering,  quartermaster's, 
subsistence,  disbursements  and  examination  of  accounts,  and  for  those  employed  in 
connection  with  the  preservation  of  plans,  drawii^,  and  other  records,  $3,000,000: 
Provided,  That  not  more  than  $5^000  of  this  appropriation  shall  be  paid  as  compensation 
to  the  secretary  of  the  commission. 

Fourth.  For  skilled  and  unskilled  labor  on  the  Isthmus,  including  ens^neers,  con- 
ductors, firemen,  brakemen,  electricians,  teamsters,  cranesmen,  machinistSy  black. 
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muths,  and  other  artiaaiiB,  and  their  helpers:  janitorB,  sailors,  cooks,  waiters,  and  dairv- 
men,  for  the  department  of  construct!^  aAd  engilieering;  quartermaster's,  subsi^ 
ence,  disbursements  and  examination  of  accounts,  111,000,000. 

Fifth.  For  purchase  and  delivery  of  material,  supplies,  and  equipment,  including 
cost  of  inspecting  material  and  of  paying  traveling  expenses  incident  thereto,  whether 
on  the  Istnmus  or  elsewhere,  and  such  other  expenses  not  in  the  United  States  as  the 
commission  deems  necessary  to  best  promote  the  construction  of  tiie  Isthmian  Canal, 
including  not  exceeding  $50,000  for  the  payment  of  damages  caused  to  the  owners  of 
private  hinds,  or  private  property  of  any  kind,  by  reason  of  the  grants  contained  in 
the  treaty  between  the  United  States  ana  the  Republic  of  Panama  proclaimed  Febru- 
ary twenty-sixth,  nineteen  hundred  and  four,  or  by  reason  of  the  operations  of  the 
United  States,  its  agents  or  employees,  or  by  reason  of  the  construction,  maintenance, 
operation,  sanitation,  and  protection  of  the  said  canal  or  of  the  works  of  sanitation 
and  protection  therein  provided  for,  which  may  be  compromised  by  agreement 
between  the  claimant  and  the  chairman  of  the  commission  without  the  intervention 
of  a  joint  commission,  for  the  departments  of  construction  and  engineering,  quarter- 
master's, subsistence,  disbursements  and  examination  of  accounts,  and  for  a  perma- 
nent administration  building,  $12,000,000. 

Sixth.  For  miscellaneous  expenditures,  cable  and  tele^aph  service,  stationery  and 
printing,  local  railway  transportation,  special  trains,  mcluding  pay- train  service; 
transportation  of  currency  to  the  Isthmus,  recruiting  and  transporting  laborers,  trans- 
porting employees  from  the  United  States,  repatriating  laborers  and  employees,  actual 
necessary  traveling  expenses  while  on  the  Ismmus  on  official  business;  expenses  inci- 
dent to  conducting  hearings  and  examining  estimates  for  appropriations  of  the  Isth- 
mus, and  all  otiier  incidental  and  contingent  expenses  not  otherwise  provided  for,  for 
the  departments  of  construction  and  engineering:,  quartermaster's,  subsistence,  dis- 
bursements and  examination  of  accounts,  $790,000. 

Seventh.  For  pay  of  the  member  of  the  commission  in  charge  of  the  department 
of  civil  administration,  of  officers  and  employee^,  other  than  skilled  and  unskilled 
labor,  including  foremen,  subforemen,  watchmen,  messengers,  and  storekeepers,  of 
the  department  of  civil  administration  and  law,  including  those  necessarily  and 
temporarily  detailed  for  duty  away  from  the  Isthmus,  $500,000; 

Eighth.  For  skilled  and  unskilled  labor  for  the  department  of  civil  administration, 
$15,000; 

Ninth.  For  material,  supplies,  equipment,  construction  and  repairs  of  buildings, 
and  contingent  expenses  oi  the  departments  of  civil  administration  and  law,  includ- 
ing not  exceeding  $500  for  law  books,  $75,000. 

Tenth.  For  pay  of  the  member  of  the  commission  in  chaise,  of  officers  and  employees 
other  than  skilled  and  unskilled  labor,  including  hospital  dispensers,  internes,  nurses, 
attendants,  messengers,  office  boys,  foremen  and  subforemen,  watchmen,  and  stewards, 
of  tiie  department  of  sanitation  on  the  Isthmus,  including  those  temporarily  detailed 
for  duty  away  from  the  Isthmus,  $700,000. 

Eleventh.  For  skilled  and  unskilled  labor  of  every  grade  and  kind,  for  the  depart- 
ment of  sanitation  on  the  Isthmus,  $200,000; 

Twelfth.  For  material,  supplies,  equipment,  construction  and  repairs  of  buildings, 
medical  aid  and  support  of  the  insane,  and  of  mdigent  persons  permanenti^  disableid, 
while  in  the  line  of  duty  and  in  the  employ  of  the  Isthmian  Canal  Commission,  from 
earning  a  livelihood,  and  contingent  expenses  of  the  department  of  sanitation  on  tiie 
Isthmus,  $500,000:  Provided^  That  no  part  of  this  appropriation  ^ball  be  used  for  or 
toward  the  construction  of  a  new  quarantine  station. 

The  foregoinfi:  sums,  so  far  as  necessary,  ehall  be  available  for  necessary  dry  dock, 
coalinff  plant,  shops,  and  other  facilities  for  repairing  and  supplying  vessels  ana  neces* 
sary  ^marves.  sheds,  and  other  terminal  facibties,  and  for  the  consolidation  and  pres- 
ervation of  the  files  of  papers  and  other  records  which  have  accumulated  or  may 
accumulate  during  the  construction  of  the  canal  and  needed  or  useful  or  having  a 
permanent  value  or  historical  interest,  as  may  be  determined  by  the  chairman  of  the 
Isthmian  Canal  Commission. 

In  all,  $28,980,000,  the  same  to  be  immediately  available  and  to  continue  available 
until  expended:  Provided^  That  all  expenditures  from  the  appropriations  heretofore, 
herein,  and  hereafter  made  for  the  construction  of  the  Isthmian  Canal,  including  any 
portion  of  such  appropriations  which  may  be  used  for  the  construction  of  the  neces- 
sary dry  dock,  coaling  plant,  shops,  and  other  facilities  for  repairing  and  supplying 
vessels,  and  all  necessary  wharves,  sheds,  and  other  terminal  facilities,  exclusive  of 
fortifications,  shall  be  paid  from  or  reimbursed  to  the  Treasury  of  the  United  States 
out  of  the  proceeds  of  the  sale  of  bonds  authorized  in  section  eight  of  the  said  Act 
approved  June  twenty-eighth,  nineteen  hundred  and  two,  and  section  thirty-nine 
ot  the  tariff  Act  approved  August  fifth,  mneieen  hundred  and  nine. 


ACTS  OF  CONGRESS.  597 

Except  in  cases  of  emeigenc^r,  or  conditions  arising  subsequent  to  and  unforeseen 
at  the  time  of  the  passage  of  this  Act,  there  shall  not  be  employed  at  any  time  dimng 
the  fiscal  year  nineteen  nundred  and  thirteen  under  any  of  the  for^oins  appropriations 
for  the  Isthmian  Canal,  any  greater  number  of  persons  than  are  specinea  in  me  notes 
submitted  respectively  in  connection  with  the  estimates  for  eacn  of  said  appropria- 
tions in  the  annual  Book  of  Estimates  for  said  year,  nor  shall  there  be  paid  to  anv  of 
such  persons  during  that  fiscal  year  any  greater  rate  of  compensation  than  was  autnor- 
ized  to  be  paid  to  persons  occupying  the  same  or  like  positions  on  the  first  day  of  July, 
nineteen  hundred  and  ten,  and  all  emplo^onents  made  or  compensation  mcreasea 
because  of  emergencies  or  conditions  so  arismg  shall  be  specifically  set  forth,  with  the 
reasons  therefor,  by  the  chairman  of  the  commission  in  his  report  for  the  fiscal  year 
nineteen  hundred  and  thirteen. 

In  cases  of  ememencies  arising  subsequent  to  and  unforeseen  at  the  time  of  sub- 
mitting the  annual  estimates  to  Congress,  ten  per  centum  of  the  foregoing  amounts 
shall  be  available  interchangeably  for  expenditure  on  objects  named;  but  not  more 
than  ten  per  centum  shall  be  added  to  any  one  item  of  the  appropriation. 

No  part  of  the  foregoing  appropriations  for  the  Isthmian  Canal  shall  be  applied  to 
the  payment  of  allowances  for  loni^evity  service,  or  lay-over  days  other  than  such  as 
iray  have  accumulated  under  existing  orders  of  the  commission,  prior  to  July  first, 
nineteen  hundred  and  nine. 

FORTIFICATIONS,  ISTHMIAN  CANAL. 

For  the  following  for  fortifications  and  armament  thereof  for  the  Isthmian  Canal,  to 
be  immediately  available  and  to  continue  available  until  expended,  namely: 

Surveys:  For  detailed  surveys  of  the  areas  on  the  Canal  Zone  required  for  military 
purposes,  including  the  cost  of  marking  permanently  the  boundaries  of  such  areas, 
150,000; 

Causeway:  For  the  construction  of  a  causeway  or  bridge  for  use  in  connection  with 
fortifications,  Isthmian  Canal,  $150,000; 

Seacoast  batteries:  For  construction  of  seacoast  batteries  on  the  Canal  Zone, 
|l,00OjO0O,  and  any  balances  of  the  appropriation  for  the  construction  of  seacoast 
battenes  on  the  Canal  Zone  made  by  the  Act  of  March  fourth,  nineteen  hundred  and 
eleven; 

Submarine  mine  structures:  For  the  construction  of  mining  casemates,  cable  gal- 
leries, torpedo  storehouses,  cable  tanks,  and  other  structures  necessary  for  the  opera- 
tion, preservation,  and  care  of  submarine  mines  and  their  accessories  on  the  Canal 
Zone,  $220,200; 

Field  fortifications  and  camps:  For  the  construction  of  field  fortifications  and  the 
preparation  of  camp  sites  on  the  Canal  Zone,  $200,000; 

An^ament  of  fortifications:  For  the  purdiase,  manufacture,  and  test  of  seacoast 
cannon  for  coast  defense,  including  their  carriages,  sights,  implements,  equipments, 
and  the  machinerv  necessary  for  tne  manu^ture  at  the  arsenals,  to  cost  ultimately 
not  to  exceed  $2,324,000,  $500,000; 

For  the  purchase,  manufacture,  and  test  of  ammunition  for  seacoast  cannon,  includ- 
ing the  necessary  experiments  in  connection  therewith,  and  the  machinery  necessary 
for  its  manufacture  at  the  arsenals,  $575,000; 

Submarine  mines:  For  the  purchase  of  submarine  mines  and  the  necessary  appli- 
ances to  operate  them  for  closing  the  channels  leading  to  the  Isthmian  Canal,  $111,750; 

In  all,  specifically  for  fortifications  and  armament  thereof  for  the  Isthmian  Canal, 
$2,806,950. 

Sec.  2.  All  funds  collected  by  the  government  of  the  Canal  Zone  from  rentals  of 
public  lands  and  buildin^^  in  the  Canal  Zone  and  the  cities  of  Panama  and  Colon,  and 
m>m  the  zone  postal  service,  and  from  court  fees  and  fines,  and  collected  or  raised  by 
taxation  in  whatever  form  under  the  laws  of  the  |^ovemment  of  the  Canal  Zone,  are 
hereby  appropriated  until  and  including  June  thirtieth,  nineteen  hundred  and  thir- 
teen, as  tollows:  The  revenues  derived  from  the  postal  service  to  the  maintenance  of 
that  service;  the  remaining  revenues,  including  any  balances 'unexpended  in  prior 
years,  after  setting  aside  a  miscellaneous  and  contingent  fund  of  not  exceeding  ten 
thousand  dollars,  to  the  maintenance  of  the  public-scnool  system  in  the  zone;  to  the 
construction  and  maintenance  of  public  improvements  within  the  zone;  to  the  main- 
tenance of  the  administrative  districts;  to  the  maintenance  of  Canal  Zone  charity 
patients  in  the  hospitals  of  the  Isthmian  Canal  Commission,  and  to  the  maintenance 
of  administrative  district  prisoners.  A  detailed  and  classified  statement  of  all 
receipts  and  expenditures  without  the  duplication  of  items  under  this  paragraph 
shall  be  submitted  to  Coogress  after  the  close  of  the  fiscal  year  nineteen  hundred  and 
thirteen. 
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Sec.  3.  All  funds  realized  durisg  the  fiscal  year  nineteen  hundred  and  thirteen 
by  the  Isthmian  Canal  Commission  from  the  penormance  of  services  by  tlie  commis- 
sion, or  from  rentals,  or  from  the  sale  of  materials  and  supplies  under  the  custody  or 
control  of  the  conmiission,  are  appropriated  for  expenditure  under  any  of  the  fore- 
going claasified  appropriations  for  the  department  of  construction  and  engineering, 
and  a  full  and  separate  report  in  detul  of^all  transactions  under  this  section  shall  he 
made  to  Congress. 

That  until  the  close  of  the  fiscal  year  nineteen  hundred  and  thirteen,  when  any 
material,  supplies,  and  equipment  heretofore  or  hereafter  purchased  or  acquired  for 
the  construction  of  the  Ismmian  Canal  is  no  longer  needed,  or  is  no  longer  serviceable, 
it  may  be  sold  in  such  manner  as  the  President  may  direct,  and  without  advertising  in 
such  classes  of  cases  as  may  be  authorized  by  him;  and  the  President  is  authorized, 
in  his  discretion,  to  sell  ana  convey  to  the  Republic  of  Panama  the  building  situated 
in  the  city  of  Panama  known  as  "the  Administration  Building,''  together  with  the 
ground  on  which  the  same  is  located,  for  a  sum  of  not  less  than  180,000,  and  tiie  pro- 
ceeds of  such  sale,  if  made,  shall  be  covered  into  the  Treasury  of  the  United  Statw. 

Sec.  4.  That  hereafter  no  payments  shall  be  made  for  maintenance  or  other  change 
in  connection  with  the  Toro  Point  Light,  Isthmus  of  Panama,  out  of  moneys  of  the 
United  States  or  of  the  Panama  Railroad  Company. 

Sec.  5.  The  chairman  of  the  Isthmian  Canal  Commission  is  authorized  to  establish 
a  division  of  records  and,  as  the  requirements  of  the  service  permit,  to  consolidate  in 
the  custody  thereof  the  files  of  papers  and  other  records  which  have  accumulated  or 
which  may  accumulate  during  the  period  of  the  construction  of  the  Isthmian  Canal; 
and  he  is  directed  to  carefully  preserve,  properly  index,  and -arrange  for  use  all  papers 
needed  or  useful  in  the  tran^tion  of  current  business  or  having  a  permanent  value 
or  historical  interest;  and  he  is  authorized  to  destroy  or  otherwise  dispose  of  dupli- 
cations in  the  files  and  other  papers  which  are  not  needed  or  useful  in  the  transaction 
of  current  business  and  have  no  permanent  value  or  historical  interest  and  which 
have  been  recommended  to  him  for  destruction  or  other  disposition  by  a  committee 
of  three  competent  persons  who  have  personally  examined  the  papers  and  in  con- 
nection with  their  recommendation  have  submitted  a  concise  statement  of  the  con- 
dition and  character  thereof. 

Sec.  6.  Hereafter  there  shall  be  submitted,  in  the  annual  Book  of  Estimates,  fol- 
lowing every  estimate  for  a  general  or  lump  sum  appropriation  which  exceeds  $250,000 
in  amount,  a  statement  showing  in  parallel  columns: 

First,  the  number  of  persons,  if  any,  intended  to  be  employed  and  the  rates  of 
compensation  to  each,  and  the  amounts  contemplated  to  be  expended  for  each  of 
any  other  objects  or  classes  of  expenditures  specified  or  contemplated  in  the  estimate; 
and 

Second,  the  number  of  persons,  if  any,  employed  and  the  rates  of  compensation 
paid  each,  and  the  amounts  expended  for  each  other  object  or  class  of  expenditures 
out  of  the  appropriation  corresponding  to  the  estimate  so  submitted,  during  the  com- 


appropriation  Act  shall  be  construed  to  be  permanent  or  available  continuously 
without  reference  to  a  fiscal  year  unless  it  belones  to  one  of  the  following  five  classes: 
"Rivers  and  harbors,"  "lighthouses."  "fortifications,"  "public  buildings,"  and 
"pay  of  the  Navy  and  Marine  Corps,'  last  specifically  named  in  and  excepted  from 
the  operation  of  the  provisions  of  the  so-called  "covering-in  Act"  approved  Jime 
twentieth,  eighteen  hundred  and  seventy-four,  or  unless  it  is  made  in  terms  expressly 
providing  that  it  shall  continue  available  beyond  the  fiscal  year  for  which  the  appro- 
priation Act  in  which  it  is  contained  makes  provision. 

Sec.  10.  That  section  eight  of  the  District  of  Columbia  appropriation  Act,  approved 
June  twenty-sixth,  nineteen  himdred  and  twelve,  shall  not  take  effect  or  be  operative 
during  the  fiscal  year  nineteen  himdred  and  thirteen  except  to  the  extent  that  it 
prohibits  the  payment  of  membership  fees  or  dues  in  societies  or  associations:  Pro- 
videdj  That  during  the  fiscal  year  nineteen  hundred  and  thirteen  expenses  of  attend- 
ance of  officers  or  employees  of  the  Government  at  any  meeting  or  convention  of  mem- 
bers of  any  society  or  association  shall  be  incurred  only  on  the  written  authority  and 
direction  of  l^e  heads  of  executive  departments  or  other  Government  establishments 
or  the  Government  of  the  District  of  Columbia;  and  a  detailed  statement  of  all  such 
expenses  incurred  from  June  thirtieth  imtil  December  first,  nineteen  hundred  and 
twelve,  shall  be  submitted  to  Congress  on  or  before  January  first,  nineteen  hundred 
and  thirteen. 
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Sbc.  11.  That  all  sums  appropriated  by  this  Act  for  salaries  of  officers  and  employees 
of  the  Government  shall  be  m  nill  for  such  salaries  for  the  fiscal  year  nineteen  hundred 
and  thirteen,  and  all  laws  or  paxta  of  laws  in  conflict  with  the  provisions  of  this  Act 
are  repealed. 

Approved,  August  24, 1912. 

AN  ACT  To  provide  for  the  opening,  malntenanoe,  protection,  and  operation  of  the  Panama  Canal,  and 

.    the  sanitation  and  government  of  the  Canal  Zone. 

Be  it  enacted  by  the  Senate  and  House  of  RepresentaHves  of  the  United  States  of  America 
in  Congress  assembled,  That  the  zone  of  land  and  land  under  water  of  the  width  of 
ten  miles  extending  to  the  distance  of  five  miles  on  each  side  of  the  center  line  of  the 
route  of  the  canal  now  being  constructed  thereon,  which  zone  begins  in  the  Caribbean 
Sea  tlnree  marine  miles  from  mean  low- water  mark  and  extends  to  and  across  the  Isth- 
mus of  Panama  into  the  Pacific  Ocean  to  the  distance  of  three  marine  miles  from 
mean  low-water  mark,  excludinjo^  therefrom  the  cities  of  Panama  and  Colon  and 
their  adjacent  harbors  located  within  said  zone,  as  excepted  in  the  treaty  with  the 
Republic  of  Panama  dated  November  eighteenth,  nineteen  hundred  and  three,  but 
including  all  islands  within  said  described  zone,  and  in  addition  thereto  the  group 
of  islanoB  in  the  Bay  of  Panama  named  Perico,  Naos,  Culebra,  and  Flamenco,  and 
any  lands  and  waters  outside  of  said  limits  above  described  wixich  are  necesaary  or 
convenient  or  from  time  to  time  may  become  necessary  or  convenient  for  the  con- 
struction, maintenance,  operation,  sanitation,  or  protection  of  the  said  canal  or  of 
any  auxiliary  canals,  lakes,  or  other  works  necessary  or  convenient  for  the  construc- 
tion, maintenance,  operation,  sanitation,  or  protection  of  said  canal,  the  use,  occu- 
pancy, or  control  whereof  were  granted  to  the  United  States  by  the  treaty  between 
the  United  States  and  the  Republic  of  Panama,  the  ratifications  of  wnich  wero 
exchanged  on  the  twenty-sixth  day  of  February,  nineteen  hundred  and  four,  shall 
be  known  and  designated  as  the  Cfanal  Zone,  and  the  canal  now  being  constructed 
thereon  shall  hereafter  be  known  and  designated  as  the  Panama  Canal.  The  Presi- 
dent is  authorized,  by  treaty  with  the  Republic  of  Panama,  to  acquire  any  additional 
land  or  land  under  water  not  already  granted,  or  which  was  excepted  from  the  grant, 
that  he  may  deem  necessary  for  the  operation,  maintenance,  sanitation,  or  protection 
of  tiie  Panama  Canal,  and  to  exchange  any  land  or  land  under  water  not  deemed 
necessary  for  such  purposes  for  other  luid  or  land  under  water  which  may  be  deemed 
necesaary  for  such  purposes,  which  additional  land  or  land  under  water  so  acquired 
shall  become  part  of  tne  Canal  Zone. 

Sec.  2.  That  all  laws,  orders,  regulations,  and  ordinances  adopted  and  j)romulgated 
in  the  Canal  Zone  by  order  of  the  President  for  the  government  and  sanitation  of  the 
Canal  Zone  and  the  construction  of  the  Panama  Canal  are  hereby  ratified  and  con- 
firmed as  valid  and  binding  until  Congress  shall  otherwise  provide.  The  existinj? 
courts  established  in  the  Canal  Zone  by  Executive  order  are  recognized  and  confirmed 
to  continue  in  operation  until  the  courts  provided  for  in  this  Act  shall  be  established. 

Sec.  3.  That  the  President  is  authorized  to  declare  by  Executive  order  that  all 
land  and  land  under  water  within  the  limits  of  the  Canal  Zone  is  necessary  for  the 
construction,  maintenance,  operation,  sanitation,  or  protection  of  the  Panama  Canal, 
and  to  extinguish,  by  agreement  when  advisable,  all  claims  and  titles  of  adverse 
claimants  ana  occupants.  Upon  &ilure  to  secure  by  agreement  title  to  any  such 
parcel  of  land  or  land  under  water  the  adverse  claim  or  occupancy  shall  be  disposed 
of  and  title  thereto  secured  in  the  United  States  and  compensation  therefor  fixea  and 
paid  in  the  manner  provided  in  the  aforesaid  treatv  with  the  Republic  of  Panama,  or 
such  modification  of  such  treaty  as  may  hereafter  be  made. 

Sec  4.  That  when  in  the  iudgment  of  the  President  the  construction  of  the  Panama 
Canal  shall  be  sufiiciently  aavanced  toward  completion  to  render  the  further  services 
of  the  Isthmian  Canal  Commission  unnecessary  the  President  is  authorized  by  Execu- 
tive order  to  discontinue  the  Isthmian  Canal  Commission,  which^  together  with  the 
present  organization,  shall  then  cease  to  exist;  and  the  President  is  authorized  there- 
after to  complete,  govern,  and  operate  the  Panama  Canal  and  govern  the  Canal  Zone, 
or  cause  them  to  be  completed,  governed,  and  operated,  through  a  governor  of  the 
Panama  Canal  and  such  other  persons  as  ne  may  deem  competent  to  discharge  the 
various  duties  connected  with  ue  completion,  care,  maintenance,  sanitation,  opera- 
tion, government,  and  protection  of  the  canal  and  Canal  Zone.  If  any  of  the  persons 
appointed  or  employed  as  aforesaid  shall  be  persons  in  the  military  or  naval  service  of 
tne  United  States,  the  amount  of  the  offidiu  salary  paid  to  any  such  persoli  shall  be 
deducted  from  the  amount  of  salary  or  compensation  provided  by  or  which  shall  be 
fixed  under  the  terma  of  this  Act.    The  governor  of  the  Panama  Canal  shall  be 
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appointed  by  the  President,  by  and  with  the  advice  and  consent  of  the  Senate,  com- 
missioned for  a  term  of  four  years,  and  until  his  successor  shall  be  appointed  and 
qualified.  He  shall  receive  a  salary  of  ten  thousand  dollars  a  year.  All  other  persons 
necessary  for  the  completion,  care,  mana^ment,  maintenance,  sanitation,  R:ovem- 
ment,  operation,  and  protection  of  the  Panama  Canal  and  Canal  2k)ne  shall  be 
appointed  by  the  Presiaent,  or  by  his  authority,  removable  at  his  pleasure,  and  the 
compensation  of  such  persons  shall  be  fixed  by  the  President,  or  by  his  authority, 
until  such  time  as  Congress  may  by  law  regulate  the  same,  but  salaries  or  compensa- 
tion fixed  hereunder  by  the  President  shall  in  no  instance  exceed  by  more  than  twenty- 
five  per  centum  the  salary  or  compensation  paid  for  the  same  or  similar  services  to 
persons  employed  by  the  Government  in  continental  United  States.  That  upon  the 
completion  of  the  Panama  Canal  the  President  shall  cause  the  same  to  be  officially 
and  formally  opened  for  use  and  operation. 

Before  the  completion  of  the  canal,  tiie  Commission  of  Arts  may  make  report  to  the 
President  of  their  recommendation  regarding  the  artistic  character  of  the  structures  of 
the  canal,  such  report  to  be  transmittied  to  Congress. 

Sec.  5.  That  the  President  is  hereby  authorized  to  prescribe  and  from  time  to  time 
change  the  tolls  that  diall  be  levied  by  the  Government  of  the  United  States  for  the 
use  of  the  Panama  Canal:  Provided ,  Tnat  no  tolls,  when  prescribed  as  above,  shall  be 
changed,  unless  six  months'  notice  thereof  shall  have  been  given  by  the  President  by 
proclamation.  No  tolls  shall  be  levied  upon  vessels  engaeea  in  the  coastwise  trade  of 
tiie  United  States.  That  section  forty-one  hundred  and  thirty-two  of  the  Revised 
Statutes  is  hereby  amended  to  r^sul  as  follows: 

"Sec.  4132.  Vessels  built  within  the  United  States  and  belonging  wholly  to  citizens 
thereof;  and  vessels  which  may  be  captured  in  war  by  citizens  of  the  United  States 
and  lawfully  condemned  as  prize,  or  which  may  be  adjudged  to  be  forfeited  for  a 
breach  of  the  laws  of  the  United  States;  and  seagoing  vessels,  whether  steam  or  sail, 
which  have  been  certified  by  the  Steamboat-Inspection  Service  as  safe  to  carry  dry. 
and  perishable  cargo,  not  more  than  five  years  old  at  the  time  they  apply  for  registry, 
wherever  built,  which  are  to  engage  only  in  trade  with  foreign  countries  or  wiUi  the 
Philippine  Islands  and  the  islands  of  Guam  and  Tutuila,  being  wholly  owned  by 
citizens  of  the  United  States  or  corporations  organized  and  chartered  under  the  laws 
of  the  United  States  or  of  any  State  thereof,  the  president  and  managing  directors  of 
which  shall  be  citizens  of  the  United  States  or  corporations  organized  and  chartered 
under  the  laws  of  the  United  States  or  of  any  State  thereof,  the  president  and  managing 
directors  of  which  shall  be  citizens  of  the  United  States,  and  no  others,  may  be  registered 
as  directed  in  this  title.  Foreign-built  vessels  registered  pursuant  to  this  Act  shall 
not  engage  in  the  coastwise  trade:  Provided^  That  a  foreign-built  yacht,  pleasure  boat, 
or  vessel  not  used  or  intended  to  be  used  for  trade  admitted  to  American  registry 
pursuant  to  this  section  shall  not  be  exempt  from  the  collection  of  ad  valorem  duty 
provided  in  section  thirtv-seven  of  the  Act  approved  August  fifth,  nineteen  hundrea 
and  nine,  entitled  'An  Act  to  provide  revenue,  equalize  duties,  and  encourage  the 
industries  of  the  United  States,  and  for  other  purposes.'  That  all  materials  of  forei^ 
production  which  may  be  necessary  for  the  construction  or  repair  of  vessels  built  m 
the  United  States  ana  all  such  materials  necessary  for  the  building  or  repair  of  their 
machinery  and  all  articles  necessary  for  their  outnt  and  equipment  may  be  imported 
into  the  United  States  free  of  duty  under  such  reflations  as  the  Secretary  of  the 
Treasury  may  prescribe:  Provided  Jurther,  That  such  vessels  so  admitted  under  the 

erovisions  of  this  section  may  contract  with  the  Postmaster  General  under  the  Act  of 
[arch  third,  eighteen  hundred  and  ninety-one,  entitled  'An  Act  to  provide  for  ocean 
mail  service  between  the  United  States  and  foreign  ports,  and  to  promote  commerce,' 
so  long  as  such  vessels  shall  in  all  respects  comply  with  the  provisions  and  require- 
ments of  said  Act.'' 

Tolls  may  be  based  upon  gross  or  net  registered  tonnage,  displacement  tonnage, 
or  otherwise,  and  may  be  based  on  one  form  of  tonnage  for  warships  and  another  for 
ships  of  commerce.  The  rate  of  tolls  may  be  lower  upon  vessels  in  ballast  than  upon 
vessels  carrying  passengers  or  cargo.  When  based  upon  net  registered  tonnage  for 
ships  of  commerce  the  tolls  shall  not  exceed  one  dollar  and  twenty-five  cents  per 
not  registered  ton,  nor  be  less,  other  than  for  vessels  of  the  Unitea  States  and  its 
citizens,  than  the  estimated  proportionate  cost  of  the  actual  maintenance  and  opera- 
tion of  the  canal  subject,  however,  to  the  provisions  of  article  nineteen  of  the  con- 
vention between  the  United  States  and  the  Republic  of  Panama,  entered  into  Novem- 
ber eighteenth,  nineteen  hundred  and  three.  If  the  tolls  shall  not  be  based  upon 
net  registered  tonnage,  they  shall  not  exceed  the  equivalent  of  one  dollar  and  twenty- 
five  cents  per  net  registered  ton  as  nearly  as  the  same  may  be  detenniaed,  nor  be  lesi 
than  the  equivalent  of  seventy-five  cents  per  net  registered  ton.  The  toll  for  each 
passenger  shall  not  be  more  than  one  dollar  and  fifty  cents.  Hie  President  is  author- 
ized  to  make  and  from  time  to  time  amend  regulations  governing  the  operatkm  ol 
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the  Paiuana  Caaal.  and  the  paeeage  and  control  of  vessels  through  the  same  or  any 
part  thereof,  including  the  locks  and  approaches  thereto,  and  all  rules  and  regulations 
affecting  pilots  and  pilotage  in  the  canal  or  the  approaches  thereto  through  the 
adjacent  waters. 

Such  regulations  shall  provide  for  prompt  adjustment  b^  agreement  and  immediate 
payment  of  claims  for  aamages  which  may  arise  from  mjury  to  vessels,  cargo,  or 
paasenpers  from  the  passinff  of  vessels  through  the  locks  under. the  control  of  those 
operatms  them  under  such  rules  and  regulations.  In  case  of  disagreement  suit 
may  be  Drought  in  the  district  court  of  the  Canal  Zone  against  the  governor  of  the 
Panama  Canal.  The  hearine  and  disixmtion  of  such  cases  shall  be  expedited  and 
the  judement  shall  be  immediately  paid  out  of  any  moneys  appropriatea  or  i^lotted 
for  canal  operation. 

The  President  shall  provide  a  method  for  the  determination  and  adjustment  of  all 
claims  arising  out  of  personal  injuries  to  employees  thereafter  occurring  while  directly 
engaged  in  actual  work  in  connection  with  the  construction,  maintenance,  operation, 
or  sanitation  of  the  canal  or  of  the  Panama  Railroad,  or  of  any  auxiliary  canals,  locks, 
or  other  works  necessary  and  convenient  for  the  construction,  maintenance,  operation, 
or  sanitation  of  the  cajud^  whether  such  injuries  result  in  death  or  not,  and  prescribe 
a  schedule  of  compensation  therefor,  and  may  revise  and  modify  such  method  and 
schedule  at  any  time;  and  such  claims,  to  the  extent  they  shall  be  allowed  on  such 
adjustment,  il  allowed  at  all,  shall  be  paid  out  of  the  moneys  hereafter  appropriated 
for  that  purpose  or  out  of  the  funds  of  the  Panama  Railroad  dompany,  if  saia  company 
was  responsible  for  said  iniury,  as  the  case  may  require.  And  after  such  methoa  ana 
schedule  shall  be  providea  by  the  President,  the  provisions  of  the  Act  entitled  **An 
Act  granting  to  certain  employees  of  the  United  States  the  right  to  receive  from  it 
compensation  for  injuries  sustained  in  the  course  of  their  employment,''  approved 
May 'thirtieth,  nineteen  hundred  and  eight,  and  of  the  Act  entitled  ''An  Act  relating 
to  mjured  employees  on  the  Isthmian  Canal,"  approved  February  twenty-fourth, 
nineteen  hunared  and  nine,  shall  not  apply  to  personal  injuries  thereafter  received 
and  claims  for  which  are  subject  to  determination  and  aajustment  as  provided  in 
this  section. 

Sbc.  6.  That  the  President  is  authorized  to  cause  to  be  erected,  maintained,  and 
operated,  subject  to  the  International  Convention  and  the  Act  of  Congress  to  regulate 
radio-communication,  at  suitable  places  along[  the  Panama  Canal  and  the  coast 
adjacent  to  its  two  terminals,  in  connection  with  the  operation  of  said  canal,  such 
wireless  tele^phic  installations  as  he  may  deem  neceeeAry  for  the  operation,  main- 
tenance, sanitation,  and  protection  of  said  canal,  and  for  other  purposes.  If  it  is 
found  necessary  to  locate  such  installations  upon  territory  of  the  Republic  of  Panama, 
the  President  is  authorized  to  make  such  agreement  with  said  Government  as  may 
be  necessary,  and  also  to  provide  for  the  acceptance  and  transmission,  by  said  system, 
of  all  private  and  commercial  messages,  and  those  of  the  Government  of  Panama,  on 
such  terms  and  for  such  tolls  as  the  President  may  prescribe:  Provided ,  That  the  mee- 
sages  of  the  Government  of  the  United  States  and  the  departments  thereof,  and  the 
management  of  the  Panama  Canal,  shall  always  be  given  precedence  over  all  other 
messa^s.  The  President  is  also  authorized,  in  his  discretion,  to  enter  into  such 
operating  agreements  or  leases  with  any  private  wireless  company  or  companies  as 
may  best  insure  freedom  from  interference  with  the  wireless  telegraphic  installations 
established  by  the  United  States.  The  President  is  also  authorized  to  establish, 
maintain,  ana  operate,  throueh  the  Panama  Railroad  Company  or  otherwise,  dry 
docks,  repair  shops,  yards,  docks,  wharves,  warehouses,  storehouses,  and  other  necee- 
sary  facilities  ana  appurtenances  for  the  purpose  of  providing  coal  and  other  materials, 
labor,  repairs,  and  supplies  for  vessels  of  the  Government  of  the  United  States  and, 
incidentally,  for  supplying  such  at  reasonable  prices  to  passing  vessels,  in  accordance 
with  appropriations  hereby  authorized  to  be  made  from  time  to  time  by  Congr<)Ss  as 
a  part  of  the  maintenance  and  operation  of  the  said  canal.  Moneys  received  from 
the  conduct  of  said  business  may  be  expended  and  reinvested  for  such  purposes 
without  being  covered  into  the  Treasury  of  the  United  States;  and  such  moneys  are 
hereby  appropriated  for  such  purposes,  but  all  deposits  of  such  funds  shall  be  sub- 
ject to  the  provisions  of  existing  law  relating  to  the  deposit  of  other  public  funds  of 
the  United  States,  and  any  net  profits  accruing  from  such  business  shall  annually 
be  covered  into  the  Treasury  of  the  United  States.  Monthly  reports  of  such  receipts 
and  expenditures  shall  be  made  to  the  President  by  the  persons  in  charge,  and  annual 
reports  shall  be  made  to  the  Coni^pcesB. 

Sxo.  7.  ThBt  the  governor  of  the  Panama  Canal  shall,  in  connection  with  the  opera- 
tion of  such  canal,  nave  official  control  and  jurisdictbn  over  the  Canal  Zone  and  shall 
perfoim  til  duties  in  connection  with  the  civil  government  of  the  Canal  Zone,  which 
fatobeheld,  treated,  and  governed  asan  adjtmctof  such  Panama  Canal.    Unless  in  this 
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Act  otherwise  provided  all  existing  laws  of  the  Gaaal  Zone  referring  to  the  civil  governor 
or  the  civil  administration  of  the  Canal  Zone  shall  be  applicable  to  the  governor  of  the 
Panama  Canal,  who  shall  perform  all  such  executive  ana  administrative  duties  required 
by  existing  law.  The  President  is  authorized  to  determine  or  cause  to  be  determined 
what  towns  shall  exist  in  the  Canal  Zone  and  subdivide  and  from  time  to  time  resub- 
divide  said  Canal  Zone  into  subdivisions,  to  be  desolated  by  name  or  number,  so 
that  there  shall  be  situated  one  town  in  each  subdivision,  and  the  boundaries  of  each 
subdivision  shall  be  clearly  defined.  In  each  town  there  shall  be  a  magistrate's 
court  with  exclusive  original  jurisdiction  coextensive  with  the  subdivision  m  which 
it  is  situated  of  all  civiT cases  in  which  the  principal  sum  claimed  does  not  exceed 
three  hundred  dollars,  and  all  criminal  cases  wherein  the  pimishment  that  may  be 
imposed  shall  not  exceed  a  fine  of  one  hundred  dollars,  or  imprisonment  not  exceeding 
thirty  days,  or  both,  and  all  violations  of  police  regulations  and  ordinances  and  all 
actions  involving  possession  or  title  to  personal  property  or  the  forcible  entry  and 
detainer  of  real  estate.  Such  magistrates  shall  also  nold  preliminary  investisatioDs 
in  charges  of  felony  and  offenses  under  section  ten  of  this  Act,  and  commit  or  oail  in 
bailable  cases  to  the  district  court.  A  sufficient  number  of  magistrates  and  constables, 
who  must  be  citizens  of  the  United  States,  to  conduct  the  business  of  such  courts, 
shall  be  appointed  by  the  governor  of  the  Panama  Canal  for  terms  of  four  years  ana 
until  their  successors  are  appointed  and  qualified,  and  the  compensation  of  such 
persoDB  ehall  be  fixed  by  the  Jrresident,  or  by  his  authority,  until  sucn  time  as  Congress 
may  by  law  regulate  the  same.  The  rules  governing  saia  courts  and  prescribing  the 
duties  of  said  magistrates  and  constables,  oaths  and  bonds,  the  times  and  pla(^  of 
holding  such  courts,  the  disposition  of  fines,  costs,  forfeitures,  enforcements  of  judg- 
ments, providing  for  appeals  therefrom  to  the  district  court,  and  the  disposition, 
treatment,  and  pardon  of  convicts  shall  be  established  by  order  of  the  President.  The 
governor  of  the  Panama  Canal  shall  appoint  all  notaries  public,  prescribe  their  powers 
and  duties,  their  official  seal,  and  the  fees  to  be  charged  and  collected  by  them. 

Sec.  8.  That  there  shall  be  in  the  Canal  Zone  one  district  court  with  two  divisions, 
one  including  Balboa  and  the  other  including  Cristobal;  and  one  district  judge  of 
the  said  district,  who  shall  hold  his  court  in  both  divisions  at  such  time  as  he  may 
designate  by  order,  at  least  once  a  month  in  each  division.  The  rules  of  practice  in 
such  district  court  shall  be  prescribed  or  amended  by  order  of  the  President.  The 
said  district  court  shall  have  original  jurisdiction  of  all  felony  cases,  of  offenses  arising 
Tinder  section  ten  of  this  Act,  all  causes  in  equity;  admiralty  and  all  cases  at  law 
involving  principal  sums  exceeding  three  hundred  dollars  and  all  appeals  from  judg- 
ments rendered  m  magistrates'  courts.  The  jurisdiction  in  admiralty  nerein  conferred 
upon  the  district  judge  and  the  district  court  shall  be  the  same  that  is  exercised  by 
the  United  States  district  judges  and  the  United  States  district  courts,  and  the  pro- 
cedure and  practice  shall  also  be  the  same .  The  district  court  or  the  j udge  thereof  snail 
also  have  jurisdiction  of  all  other  matters  and  proceedings  not  hereinj)rovided  for  which 
are  now  within  the  jurisdiction  of  the  Supreme  Court  of  the  Canal  Zone^  of  the  Circuit 
Court  of  the  Canal  Zone,  the  District  Court  of  the  Canal  Zona^  or  the  judges  thereof. 
Said  judge  shall  provide  for  the  selection,  summoning,  servmg,  and  compensation 
of  jurors  from  among  the  citizens  of  the  United  States,  to  be  subject  to  jury  duty  in 
eitner  division  of  such  district,  and  a  jury  shall  be  had  in  any  criminal  case  or  civil 
case  at  law  originatinfi;  in  said  court  on  tne  demand  of  either  party.  There  shall  be 
a  district  attorney  ^nd  a  marshal  for  said  district.  It  shall  be  the  auty  of  the  district 
attorney  to  conduct  all  business,  civil  and  criminal,  for  the  Government,  and  to  advise 
the  governor  of  the  Panama  Canal  on  all  le^l  questions  touching  the  operation  of 
the  canal  and  the  administration  of  civil  affairs.  It  shall  be  the  duty  of  tne  marshal 
to  execute  all  process  of  the  court,  preserve  order  therein,  and  do  all  things  incident 
to  the  office  of  marshal.  The  distnct  judge,  the  district  attorney,  and  tne  marshal 
shall  be  appointed  by  the  President,  by  and  with  the  advice  and  consent  of  the  Senate, 
for  terms  of  four  years  each,  and  until  their  successors  are  appointed  and  Qualified, 
and  during  their  terms  of  office  shall  reside  within  the  Canal  zfone,  and  shall  hold  no 
other  office  nor  serve  on  any  official  board  or  commission  nor  receive  any  emoluments 
except  dieir  salaries.  The  district  judee  shall  receive  the  same  salary  paid  the  dis- 
trict judges  of  the  United  States,  and  snail  appoint  the  clerk  of  said  court,  and  may 
appoint  one  assistant  when  necessary,  who  snail  receive  salaries  to  be  fixed  by  the 
I^esident.  The  district  judge  e^U  be  entitled  to  six  weeks'  leave  of  absence  each 
year  with  pay.  During  nis  absence  or  during  any  period  of  disability  or  disqualifi- 
cation from  sickness  or  otherwise  to  discharge  his  duties  the  same  shall  be  tempo- 
rarily periormed  by  any  circuit  or  district  judge  of  the  United  States  who  may  oe 
designated  by  the  President,  and  who,  during  such  service,  shall  receive  the  addi- 
tional milcKage  and  per  diem  allowed  by  law  to  district  judges  of  the  United  States 
when  holding  court  away  from  their  homes.  The  district  attorney  and  the  Tnarfthal 
shall  be  paid  each  a  salary  of  five  thousand  dollais  per  annum. 
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Sec.  9.  That  the  records  of  the  existing  courts  and  all  causes,  proceedings,  and 
criminal  prosecutions  pending  therein  as  shown  by  the  dockets  thereof,  except  as 
herein  otnerwise  provided,  shall  immediataly  upon  the  organization  of  the  courts 
created  by  this  Act  be  transferred  to  such  new  courts  having  lurisdiction  of  like 
cases,  be  entered  upon  the  dockets  thereof,  and  proceed  as  if  tney  had  originally 
been  brought  therein,  whereupon  all  the  existing  courts,  except  the  supreme  court 
of  the  Canal  Zone,  shall  cease  to  exist.  The  President  may  continue  th9  supreme  court 
of  the  Canal  Zone  and  retain  the  iudges  thereof  in  office  for  such  time  as  to  him  may 
seem  necessary  to  determine  finally  any  causes  and  proceedings  which  may  be  pend- 
ing therein.  All  laws  of  the  Canal  Zone  imposing  duties  upon  the  clerks  or  minis- 
terial officers  of  existing  courts  shall  apply  and  impose  such  duties  upon  the  cler^ 
and  ministerial  officers  of  the  new  courts  created  by  this  Act  having  jurisdiction  of 
like  cases,  matters,  and  duties. 

All  existing  laws  in  the  Canal  Zone  eoveming  practice  and  procedure  in  existing 
courts  shall  be  applicable  and  adapted  to  the  practice  and  procedure  in  the  new 
courts. 

The  Circuit  Court. of  Appeals  of  the  Fifth  Circuit  of  the  United  States  shall  have 
jurisdiction  to  review,  revise,  modify,  reverse,  or  affirm  the  final  judgments  and 
decrees  of  the  District  Court  of  the  Canal  Zone  and  to  render  such  judgments  as  in 
the  opinion  of  the  said  appellate  court  should  have  been  rendered  by  the  trial  court 
in  all  actions  and  proceedings  in  which  the  Constitution,  or  anv  statute,  treaty,  title, 
right^  or  privilege  of  the  United  States,  is  involved  and  a  rignt  thereunder  denied, 
and  m  cases  in  which  the  value  in  controversy  exceeds  one  thousand  dollars,  to  be 
ascertained  by  the  oath  of  either  party,  or  bv  other  competent  evidence,  and  also 
in  criminal  causes  wherein  the  offense  charged  is  punishable  as  a  felony.  And  such 
appellate  jurisdiction,  subject  to  the  right  of  review  by  or  appeal  to  the  Supreme 
Court  of  the  United  States  as  in  other  cases  authorized  bv  law,  may  be  exercised  by 
said  circuit  court  of  appeals  in  the  same  manner,  under  tne  same  regulations,  and  by 
the  same  procedure  as  nearly  as  practicable  as  is  done  in  reviewing  the  final  judg- 
ments and  decrees  of  the  district  courts  of  the  United  States. 

Sbc.  10.  That  alter  the  Panama  Canal  shall  have  been  completed  and  opened  for 
operation  the  governor  of  the  Panama  Canal  shall  have  the  right  to  make  such  rules 
and  regulations,  subject  to  the  approval  of  the  President,  touching  the  right  of  any 
person  to  remain  upon  or  pass  over  any  x>art  of  the  Canal  Zone  as  may  be  necessary. 
Anv  person  violating  any  of  such  rules  or  regulations  shall  be  guilty  of  a  misdemeanor, 
and  on  conviction  in  the  District  Court  of  the  Canal  Zone  shall  be  punished  by  a 
fine  not  exceeding  five  hundred  dollars  or  by  imprisonment  not  exceeding  a  year, 
or  both,  in  the  discretion  of  the  coiurt.  It  shall  be  unlawful  for  anv  person,  by  any 
means  or  in  any  way,  to  injure  or  obstruct,  or  attempt  to  injure  or  oostruct,  any  part 
of  the  Panama  Canal  or  the  locks  thereof  or  the  approaches  thereto.  Any  person 
violating  this  provision  shall  be  guilty  of  a  felony,  and  on  conviction  in  the  District 
Court  of  the  Canal  Zone  shall  be  punished  by  a  fine  not  exceeding  ten  thousand 
dollars  or  by  imprisonment  not  exceeding  twenty  years,  or  both,  in  the  discretion 
of  the  court.  If  the  act  shall  cause  the  death  of  any  person  within  a  year  and  a  day 
therMifter.  the  person  so  convicted  shall  be  guilty  of  murder  and  shall  be  punished 
accordingly. 

Sec.  11.  That  section  &ve  of  the  Act  to  regulate  commerce,  approved  February 
fourth,  eighteen  hundred  and  eighty-seven,  as  heretofore  amended,  is  hereby  amended 
by  adding  thereto  a  new  parapaph  at  the  end  thereof,  as  follows: 

^'Frorn  and  after  the  first  day  of  July,  nineteen  hundred  and  fourteen,  it  shall  be 
unlawful  for  any  railroad  company  or  other  common  carrier  subject  to  the  act  to  regu- 
late commerce  to  own,  leas3,  operate,  control,  or  have  any  interest  whatsoever  (by 
stock  ownership  or  otherwise,  either  directly,  indirectly,  through  any  holding  com- 
pany, or  by  stockholders  or  directors  in  common,  or  in  any  other  manner)  in  any 
common  carrier  by  water  operated  through  the  Panama  Canal  or  elsewhere  with 
which  said  railroad  or  other  carrier  aforesaid  does  or  may  compete  for  traffic  or  any 


day 
deemed  a  separate  offense." 

Jurisdiction  is  hereby  conferred  on  the  Interstate  Commerce  Commission  to  deter- 
mine questions  of  fact  as  to  the  competition  or  possibility  of  competition,  after  full 
hearing,  on  the  application  of  any  railroad  company  or  other  carrier.  Such  applica- 
tion may  be  filea  for  the  purpose  of  determining  whether  any  existing  service  is  in 
violation  of  this  section  and  pray  for  an  order  permitting  the  continuance  of  any 
vessel  or  vessels  already  in  operation,  or  for  the  purpose  ofasking  an  order  to  install 
new  service  not  in  confiict  with  the  provisions  of  tnis  paragraph.  The  commission 
may  on  its  own  motion  or  the  application  of  any  shipper  institute  proceedings  to  inquire 
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into  the  operation  of  any  vessel  in  use  by  any  railroad  or  other  carrier  which  has  not 
applied  to  the  coxmniasion  and  had  the  question  of  competition  or  the  possibility  of 
competition  determined  as  herein  provided.  In  all  such  cases  the  order  of  said  com- 
mission shall  be  final. 

If  the  Interstate  Commerce  Commission  shall  be  of  the  opinion  that  any  such  exist- 
ing specified  service  by  water  other  than  through  the  Panamji  Canal  is  being  operated 
in  the  interest  of  the  public  and  is  of  advantage  to  the  convenience  and  commerce  of 
the  people,  and  that  such  extension  will  neither  exclude,  prevent,  nor  reduce  compe- 
tition on  the  route  by  water  under  consideration,  the  Interstate  Commerce  Commis- 
sion may,  by  order,  extend  the  time  during  which  such  service  by  water  may  continue 
to  be  operated  beyond  July  first,  nineteen  hundred  and  fourteen.  In  everv  case  of 
such  extension  the  rates,  schedules,  and  practices  of  such  water  carrier  shall  be  filed 
with  the  Interstate  Commerce  Commission  and  shall  be  subject  to  the  act  to  r^ulate 
commerce  and  all  amendments  thereto  in  the  same  manner  and  to  the  same  extent  as 
is  the  railroad  or  other  common  carrier  controlling  such  water  carrier  or  interested  in 
any  manner  in  its  ox>eration:  Provided,  Any  application  for  extension  under  the  terms 
of  this  provision  filed  with  the  Interstate  Commerce  Commission  prior  to  July  first, 
nineteen  hundred  and  fourteen,  but  for  anv  reason  not  heard  and  disposed  of  before 
said  date,  may  be  considered  and  granted  diereafter. 

No  vessel  permitted  to  engage  in  the  coastwise  or  foreign  trade  of  the  United  States 
shall  be  permitted  to  enter  or  pass  through  said  canal  if  such  ship  is  owned^  chartered, 
operated^  or  controlled  bv  any  person  or  company  which  is  doing  business  m  violation 
of  the  provisions  of  the  Act  of  Congress  approved  July  second,  eighteen  hundred  and 
ninety,  entitled  '^An  Act  to  protect  trade  and  commerce  agsunst  unlawful  restraints 
and  monopolies,'*  or  the  provisions  of  sections  seventy-three  to  seventy-seven^  both 
inclusive^  of  an  Act  approved  August  twenty-seventh,  eighteen  hundred  and  nmety- 
four,  entitled  "An  Act  to  reduce  taxation,  to  provide  revenue  for  the  Government, 
and  for  other  purposes."  or  the  provisions  of  any  other  Act  of  Congress  amending  or 
supplementing  the  said  Act  of  July  second,  eighteen  hundred  and  ninety,  commonly 
known  as  the  Sherman  Antitrust  Act,  and  amendments  thereto,  or  said  sections  of 
the  Act  of  August  twenty-seventh,  eighteen  hundred  and  ninety-four.  The  question 
of  fact  may  be  determined  by  the  juo^ent  of  any  court  of  the  United  States  of  com- 
petent jurisdiction  in  any  cause  pendmg  beforo  it  to  which  the  owners  or  operators  of 
such  ship  are  parties.  Suit  may  be  brought  by  any  shipper  or  by  the  Attorney 
General  of  the  United  States. 

That  section  six  of  said  Act  to  regulate  commerce,  as  heretofore  amended,  is  hereby 
amended  by  adding  a  new  paragraph  at  the  end  thereof,  as  follows: 

''When  property  may  be  or  is  transported  from  point  to  point  in  the  United  States 
by  rail  ana  water  through  the  Panama  Canal  or  otherwise,  the  transportation  being 
by  a  common  carrier  or  carriers,  and  not  entirely  within  the  limits  of  a  single  State, 
the  Interstate  Commerce  Commission  shall  have  jurisdiction  of  such  transportation 
and  of  the  carriers,  both  by  rail  and  by  water,  which  may  or  do  engage  in  tne  same, 
in  the  following  particulars,  in  addition  to  the  jurisdiction  given  by  me  Act  to  regulate 
commerce,  as  amended  June  eighteenth,  nineteen  hundred  and  ten: 

''(a)  To  establish  physical  connection  between  the  lines  of  the  rail  carrier  and  the 
dock  of  the  water  earner  by  directing  the  rail  carrier  to  make  suitable  connection 
between  its  line  and  a  track  or  tracks  which  have  been  constructed  from  the  dock  to 
the  limits  of  its  right  of  way,  or  by  directing  either  or  both  the  rail  and  water  carrier, 
individually  or  in  connection  with  one  another,  to  construct  and  connect  with  the 
lines  of  the  rail  carrier  a  spur  track  or  tracks  to  the  dock.  This  provision  shall  only 
apply  where  such  connection  is  reasonably  practicable,  can  be  made  with  safety  to 
the  public,  and  where  the  amount  of  business  to  be  handled  is  sufficient  to  justify  the 
outlay. 

"The  commission  shall  have  full  authority  to  determine  the  terms  and  conditions 
upon  which  these  coimecting  tracks,  when  constructed,  shall  be  operated,  and  it  may. 
either  in  the  construction  or  the  operation  of  such  tracks,  determine  what  sum  shall 
be  paid  to  or  by  either  carrier.  The  provisions  of  this  paraj^ph  shall  extend  to  cases 
where  the  docK  is  owned  by  other  parties  than  the  carrier  involved. 

"(b)  To  establish  through  routes  and  maximum  joint  rates  between  and  over  such 
ndl  and  water  lines,  and  to  determine  all  the  terms  and  conditions  under  which  such 
lines  shall  be  operated  in  ^e  handling  of  the  traffic  embraced. 

"  (c)  To  establish  maxJTnum  proportional  rates  by  rail  to  and  from  the  ports  to  which 
the  traffic  is  brought,  or  from  wnicn  it  is  taken  by  the  water  carrier,  and  to  determine 
to  what  traffic  and  in  connection  with  what  vessels  and  upon  what  terms  and  condi- 
tions such  rates  ^11  apply.  By  proportional  rates  are  meant  those  which  differ  from 
^he  corresponding  local  rates  to  and  from  the  port  and  which  apply  only  to  traffic 

Mch  has  been  brou^t  to  the  port  or  is  carried  nom  the  port  by  a  common  carrier  by 
er. 
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**  (d)  If  any  rail  carrier  subject  to  the  Act  to  regulate  commerce  enters  into  arrange- 
ments with  any  water  carrier  operating  from  a  port  in  the  United  States  to  a  foreign 
country,  through  the  Panama  Canal  or  otherwise,  for  the  handling  of  through  business 
between  interior  pomts  of  the  United  States  ana  such  forei^  countrv,  the  Interstate 
Commerce  Commission  may  require  such  railway  to  enter  into  simiuur  arrangements 
with  any  or  all  other  lines  of  steamships  operating  from  said  port  to  the  same  foreign 
country.'* 

The  orders  of  the  Interstate  Commerce  Commission  relating  to  this  section  shall 
only  be  made  upon  formal  complaint  or  in  proceedings  instituted  by  the  commission 
of  its  own  motion  and  after  full  hearing.  Tne  orders  provided  for  in  the  two  amend- 
ments to  the  Act  to  regulate  commerce  enacted  in  this  section  shall  be  served  in  the 
same  manner  and  enforced  by  the  same  penalties  and  proceedings  as  are  the  orders  of 
the  commission  made  under  the  provisions  of  section  fifteen  of  the  Act  to  regulate 
commerce,  as  amended  June  eighteenth,  nineteen  himdred  and  ten,  and  they  may  be 
conditioned  for  the  payment  of  any  sum  or  thejgiving  of  security  for  the  payment  of 
any  sum  or  the  discnsoge  of  any  ooligation  which  may  be  required  by  the  terms  of 
said  order. 

Sec.  12.  That  all  laws  and  treaties  relating  to  the  extradition  of  persons  accused  of 
crime  in  force  in  the  United  States,  to  the  extent  that  they  may  not  oe  in  conflict  with 
or  superseded  by  any  special  treaty  entered  into  between  the  United  States  and  the 
Republic  of  Panama  with  respect  to  the  Canal  Zone,  and  all  laws  relating  to  the  rendi- 
tion of  fugitives  from  justice  as  between  the  several  States  and  Territories  of  the  United 
States,  ^all  extend  to  and  be  considered  in  force  in  the  Canal  2^ne,  and  for  such  pur- 
poses and  such  purposes  only  the  Canal  Zone  shall  be  considered  and  treated  as  an 
oi)nmized  Territory  of  the  United  States. 

Sec.  13.  That  in  time  of  war  in  which  the  United  States  shall  be  engaged,  or  when, 
in  the  opinion  of  the  President,  war  is  imminent,  "such  officer  of  the  Army  as  the 
President  mav  designate  shall^  upon  the  order  of  the  President,  assume  and  have 
exclusive  authority  and  jurisdiction  over  the  operation  of  the  Panama  Canal  and  all 
of  its  adjuncts,  appendants,  and  appurtenances,  including  the  entire  control  and  gov- 
ernment of  the  Canal  Zone,  and  diiring  a  continuance  of  such  condition  the  governor 
of  the  Panama  Canal  shall,  in  all  respects  and  particulars  as  to  the  operation  of  such 
Panama  Canal,  and  all  duties,  matters,  and  transactions  affecting  the  Canal  Zone,  be 
subject  to  the  order  and  direction  of  such  officer  of  the  Army. 

Sec  14.  That  this  Act  shall  be  known  as,  and  referred  to  as,  the  Panama  Canal  Act, 
and  the  right  to  sdter,  amend,  or  repeal  any  or  all  of  its  provisions  or  to  extend,  modify, 
or  annul  any  rule  or  regulation  made  under  its  authority  is  expressly  reserved. 

Approved,  August  24, 1912. 

Executive  Order. 
Providing /or  the  Inspection  of  Steam  Vessels, 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Order  in 
the  Canal  Zone: 

Section  1.  Every  vessel  propelled  in  whole  or  in  part  by  machinery  shall  be 
deemed  a  steam  vessel  withm  the  meaning  of  this  Order. 

Seo.  2.  All  steam  vessels  navigating  the  waters  of  the  Canal  Zone,  except  public 
vessels  of  the  United  States  or  other  countries,  shall  be  subject  to  the  provisions  of 
this  Order. 

Sec.  3.  The  Board  of  Local  Inspectors  of  the  Canal  Zone  shall  cause  the  hull  of  each 
steam  vessel  navigating  the  waters  of  the  Canal  Zone  to  be  carefully  inspected  at  least 
once  every  year^  and  shall  satisfy  themselves  that  every  such  vessel  so  inspected  is 
of  a  structure  suitable  for  the  service  in  which  she  is  to  be  employed,  and  has  suitable 
accommodations  for  passengers  and  crew,  and  is  in  a  condition  to  warrant  the  belief 
that  she  ma^  be  usea  in  navi^tion  with  safety  to  life,  and  that  all  the  rec^uirements 
of  the  law  in  regard  to  fire.  Boats,  pumps,  hose.  life-preser\'erB,  floats,  signals,  and 
other  things  are  faithfully  complieid  with,  and*  it  they  deem  it  expedient  they  may 
cause  the  vessel  to  be  put  in  motion  and  may  adopt  any  other  suitable  means  to  test 
her  efficiency  and  that  of  her  equipment. 

Sec  4.  Whenever  the  Board  of  Local  Ins{)ector8  shall  find  on  board  any  vessel 
subject  to  the  provisions  of  this  Order  anjr  equipment,  machinery,  apparatus  or  appli- 
ance which  does  not  conform  to  the  req^uirements  of  the  law,  the  Board  shall  require 
the  same  to  be  placed  in  proper  condition  by  the  owner  or  master  of  the  vessel,  and 
if  the  said  Boara  shall  find  in  any  auch  vessel  any  life-preserver  or  fire-l^ose  so  defective 
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as  to  be  incapable  of  repair,  the  Board  shall  require  the  same  to  be  destroyed  in  the 
presence  of  some  person  appointed  by  the  Boara  to  represent  it. 

Seo.  5.  The  Board  of  Local  Inspectors  shall  cause  the  boilers  and  all  appurtenances 
of  all  steam  vessels  to  be  carefully  inspected  before  the  same  shall  be  used,  and  at 
least  once  every  year  thereafter,  and  snail  subject  all  boilers  to  the  hydrostatic  test 
in  the  ratio  of  150  pounds  to  the  square  inch  to  100  pounds  to  the  sciuare  inch  of  the 
worldng  steam  power  allowed.  All  such  vessels  snail  comply  with  the  following 
reouirements,  viz.: 

That  the  boilers  are  well  made,  of  good  and  suitable  material,  design  suitable  for 
the  service  in  which  employed,  and  to  be  equipt  with  the  proper  safety  appliances, 
and  of  such  construction,  ^pe,  condition,  arrangement  ana  material  that  tney  may 
be  safely  employed  in  the  service  proposed  without  peril  to  lifej  and  the  BcArd  of 
Local  Inspectors  shall  cause  an  exammation  to  be  made  to  satisfy  itself  that  the 
requirements  of  these  regulations  have  been  complied  with. 

Sec.  6.  When  the  inspection  of  a  steam  vessel  is  completed  and  the  Board  of  Local 
Inspectors  approve  the  vessel  and  her  equipment,  the  Chairman  of  the  Board  shall 
ma&e  and  subscribe  a  certificate  to  the  Collector  oi  Revenues  in  accordance  with  the 
fonn  to  be  prescribed  by  the  Board.  Every  certificate  granted  to  steamers  carrying 
passengers  ShaXi  state  l^e  nmnber  of  passengers  of  each  class  that  any  such  steamer 
nas  accommodations  for  and  can  carnr  with  prudence  and  safetv. 

If  the  Board  of  Local  Inspectors  refuse  to  ^pnnt  a  certificate  of  approval,  the  Chair- 
man thereof  shall  make  a  statement  in  writmg  and  give  his  reasons  for  such  disap- 
proval, and  shall  sign  the  statement  as  such  Chairman  and  file  the  same  in  the  records 


passengers  to  or  from  any  port 

Slace  within  the  limits  of  the  Canal  Zone  shall  be  subject  to  the  provisions  of  this 
er.  Provided^  That  if  any  foreign  passenger  steamer  of  a  country  which  has  inspec- 
tion laws  approximating  those  of  the  United  States  has  an  unexpired  certificate  of 
iQspection  duly  issued  by  the  authorities  of  the  country  to  which  the  vessel  belongs, 
the  said  vessel  shall  not  be  subjected  to  an  inspection  ol^er  than  that  necessary  to 
satisfy  the  Board  of  Local  Inspectors  that  the  condition  of  the  vessel,  her  boilers  and 
life-saviuf  equipment  are  as  stated  in  her  certificate  of  inspection;  out  no  ebch  cer- 
tificate of  inspection  shall  be  accepted  as  evidence  of  lawful  inspection  unless  like 
privileges  are  ^[ranted  to  steam  vessels  of  the  United  States  under  the  laws  of  the 
country  to  which  such  vessel  belongs. 

Sec.  8.  Private  steam  vessels  duly  r^fistered  in  the  United  States  havine  unex- 
pired certificates  of  inspection  issued  by  the  proper  authorities  in  the  United  States 
shall  not  be  subject  to  inspection  hereunder. 

Sec  9.  The  Collector  of  Revenues  shall  retain  on  file  all  original  certificates  of 
inspection  required  to  be  delivered  to  him  bv  the  Board  of  Local  Inspectors,  and 
shall  give  to  the  master  or  owner  of  the  vessel  therein  named  three  certified  copies 
thereof,  two  of  which  shall  be  placed  by  such  master  or  owner  in  conspicuous  places 
in  the  vessel  where  they  will  be  most  likely  to  be  observed  by  the  passengers  and 
others,  and  there  kept  at  all  times  framed  under  glass;  and  the  other  shall  be  retaiQed 
by  such  master  or  owner  as  evidence  of  the  authority  thereby  conierred. 

Sec.  10.  Before  issuing  an  inspection  certificate  to  any  vessel,  the  Collector  of 
Revenues  shall  demand  and  receive  from  the  owner  or  master  of  such  vessel  as  com- 
pensation for  inspection  and  examination  made  for  the  year,  the  following  sums, 
in  addition  to  the  fees  for  issuing  enrollments  and  licenses  now  allowed  by  law: 

For  each  steam  vessel  of  100  tons  or  under $10. 00 

For  each  and  every  ton  in  excess  of  100  tons 5c. 

The  fees  herein  provided  for  shall  cover  the  cost  of  the  certificate,  as  well  as  the 
inspection  and  examination  of  the  vessel,  which  fees  shall  be  for  the  use  and  benefit 
of  the  Canal  Zone  Treasury. 

Sec  11.  Whenever  any  passenger  is  received  on  board  of  any  steam  vessel  not 
having  the  certified  copies  of  the  certificate  of  approval  placed  and  kept  as  required 
by  this  Order,  such  vessel  shall  be  liable  to  a  nne  of  one  hundred  dollars  for  each 
passenger  so  received,  to  be  recovered  in  the  Circuit  Court  of  the  circuit  in  which 
the  vessel  is  to  be  found,  and  the  money  so  recovered  shall  be  a  lien  upon  the  vessel, 
which  may  be  seized  and  sold  to  satisfy  the  same,  as  well  as  all  costs  of  the  proceeding. 

Sec  12.  No  steamer  carrying  passengers  shall  depart  from  any  port  or  place  in 
the  Canal  Zone  unless  it  shall  have  in  its  service  a  full  complement  of^  licensea  officers 
and  a  full  crew,  as  in  the  judgment  of  the  Board  of  Local  Inspectors  may  be  suffi- 
cient at  all  times  to  manage  the  vessel. 

Sec  13.  Every  steam  vessel  licensed  under  the  provisions  of  this  Order  shall  have 
on  board  in  an  accessible  place  one  life-preserver  for  every  person  allowed  to  be 
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carried,  in  addition  to  those  provided  for  the  crew  of  such  vessel;  and  if  a  greater 
number  of  passengers  than  is  stated  in  the  certificate  is  ti^en  on  board  of  any  vessel 
within  the  waters  of  the  Canal  Zone,  the  master  or  owner  of  such  vessel  shall  be 
liable  to  any  person  suing  for  the  same  to  refimd  the  passage  money  and  ten  dollars 
for  each  passenger  beyond  the  number  allowed. 

Sec.  14.  If  any  passenger  steamer  enjgages  in  excursions  within  or  from  the  waters 
of  the  Canal  Zone,  the  Board  of  Local  uispectors  shall  issue  to  such  steamer  a  special 
permit  in  writing  for  the  occasion,  in  which  shall  be  stated  the  additional  number 
of  passengers  that  may  be  carried  and  the  ntmiber  and  kind  of  life-savins  appliances 
that  may  be  provided  for  the  safety  of  such  additional  passengers,  and  tney  sludl 
also,  in  their  discretion,  limit  the  route  and  distance  for  such  excursions. 

Sec.  15.  The  master  of  every  passenger  steamer  shall  keep  a  correct  list  of  all 
passengers  received  on  board  the  vessel,  which  record  shall  be  open  to  ^e  inspection 
of  the  Inspectors  and  the  oflScers  of  the  customs  at  all  times,  and  the  correct  num- 
ber of  passengers  shall  be  furnished  to  the  Inspectors  as  often  as  called  for. 

Sec.  16.  Eveiy  master  of  a  passen^r  steamer  who  fails  through  negligence  or  design 
to  keep  a  list  of  passengers  as  required  by  the  preceding  section  uiaU  be  liable  to 
a  fine  of  one  hundred  dollars,  to  be  recovered  in  the  Circuit  Court  of  the  circuit  in 
which  the  vessel  is  to  be  found. 

Sec.  17.  Every  steam  vessel  cairvinff  passenffers  shall  be  provided  with  two  good 
double-acting  fire  pumps  to  be  worked  oy  hand;  each  chamber  of  such  pumps  shall 
be  of  sufficient  capacitv  to  contain  not  less  than  one  hundred  cubic  incnes  of  water 
and  such  pumps  snail  oe  placed  in  the  most  suitable  part  of  such  vessel  for  efficient 
service,  having  suitable  well-fitted  hose  to  each  pump  at  least  one  half  the  vessel 
in  length  and  xept  at  all  times  in  perfect  order  and  snipped  up  and  ready  for  use. 
On  every  steamer  not  exceeding  two  hundred  tons,  one  sucn  pump  may  be  dispensed 
with.  Each  fire  pump  shall  be  supplied  with  water  by  a  suitable  pipe  connection 
passing  through  tne  side  of  the  vessel  so  low  as  to  be  under  water  at  all  times,  and 
no  fire  pump  uius  provided  shall  be  placed  below  the  lower  deck  of  the  vessel.  Everv 
steamer  shall  also  be  provided  witn  a  pump  which  3hall  be  of  sufficient  strength 
and  suitably  arranged  to  test  the  boilers  thereof. 

Sec  18.  Every  vessel  coming  within  the  provisions  of  this  Order  shall  be  pro- 
vided with  such  number  of  lifeboats,  floats,  rafts,  life-preserver^  line  carrying  pro- 
lec tiles  and  best  means  of  propelling  them,  and  drags,  as  in  tne  judgment  of  the 
board  of  Local  Inspectors  will  oest  procure  the  safety  of  all  persons  on  board  such 
vessels  in  case  of  disaster.^  And  every  such  vessel  shall  have  the  lifeboats  required 
by  tills  Order  provided  with  suitable  boat  disengaging  apparatus,  so  arranged  as  to 
allow  such  boats  to  be  safely  launched  while  sucn  vessels  are  under  speed  or  other- 
wise so  as  to  allow  such  disengage  apparatus  to  be  operated  by  one  person,  dis- 
engaging both  ends  of  the  boat  simultaneously  from  the  tackle  bv  which  it  mav  be 
lowered  to  the  water;  and  the  Board  of  Local  Inspectors  shall  oetermine  the  land 
of  lifeboats,  floats,  raits,  life-preservers,  line-carrying  projectiles  and  means  of  pro- 
pelling the  same,  and  arags  which  are  to  be  used  on  the  vessel,  and  also  the  nnd 
and  capacity  of  tne  pumps  for  freeing  the  vessel  from  water  in  case  of  heavy  leakage, 
die  capacity  of  such  pumps  being  suited  to  the  navigation  in  which  the  vessel  is 
employed. 

Sec  19.  The  owner  or  master  of  any  such  vessel  who  refuses  to  provide  such  life- 
boats, floats,  rafts,  life-preservers,  line  carrying  projectiles  and  means  of  propelling 
them,  drags,  pumps  or  appliances  which,  under  the  provisions  of  the  preceding  sec- 
tions are  required  by  the  Board  of  Local  Inspectors,  shall  be  fined  one  thousand 
dollars,  and  the  same  may  be  enforced  against  the  owner  of  the  vessel  personally  or 
as  a  lien  upon  the  vessel,  which  may  be  seized  and  sold  to  satisfy  such  nne  and  costs 
of  court. 

Sec  20.  The  Board  of  Local  Inspectors  shall  have  the  power  to  enforce  the  require- 
ments of  this  Order — ^first,  by  not  granting  a  certificate — second,  by  revoking  the  certi- 
ficate already  issued  to  the  vessel. 

The  owner  or  master  of  the  vessel  may  appeal  from  the  action  of  the  Board  of  Local 
Inspectors  to  the  Head  of  the  Department  of  Civil  Administration  at  any  time  within 
ten  dajrs  after  the  final  action  of  the  Board;  and  the  Head  of  the  Depardnent  of  Civil 
Administration  may  modify  or  set  aside  the  action  of  the  Local  Board,  and  he  shall 
certify  his  ruling  to  the  Board  for  observance  in  each  case. 

Sec  21.  Whenever  a  steamer  engaged  in  cairvinff  passengen  to  or  from  the  Canal 
Zone  enters  the  watera  of  the  Canal  Zone,  it  shall  be  Uie  dut^  of  the  Captain  of  the  Port 
to  notify  the  master  or  agent  of  such  vessel  that  the  same  is  subject  to  the  inspection 
laws  of  the  Canal  Zone;  and  after  being  so  notified,  it  shall  be  the  duty  of  tne  said 
agent  or  master  to  make  a  written  request  to  the  Board  of  Local  Inspectors  for  the  in- 
spection of  the  vessel  and  her  equipment  in  accordance  with  the  provisions  of  this 
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Older.  Any  a^nt  or  master  of  a  vessel  who  fails  or  refuses  to  make  the  written  request 
as  herein  provided  for  after  receiving  the  notice  above-mentioned  from  the  Captain  of 
the  Port;  imall  be  liable  to  a  fine  of  fifty  dollars  upon  his  conviction  in  the  Circuit  Court 
of  the  Circuit  in  which  said  agent  or  master  is  to  be  found. 

Sec.  22.  Any  violation  of  any  of  the  provisions  of  this  Order,  for  which  a  Epecific 
puni^Lment  is  not  prescribed  herein,  shall  subject  the  owner  or  master  of  the  offending 
vessel  to  a  fine  not  exceeding  one  thousand  dollars,  or  by  imprisonment  in  jail  not 
exceeding  six  months,  or  boui  such  fine  and  imprisonment  in  the  discretion  of  the 
Court. 

Sec.  23.  The  fines  and  penalties  imposed  under  this  Order  shall  constitute  a  lien  on 
the  vessel  in  each  case,  and  upon  judgment  for  any  such  fine  or  penalty  execution  may 
issue  therefor,  as  in  civil  cases,  a^inst  such  vessel,  and  same  shall  be  sold  to  satisfy 
such  execution;  and  the  Court  may  order  the  provisional  detention  of  such  vessel  to 
abide  the  judgment  of  the  Court;  but  a  bond,  to  oe  approved  by  the  Judge  of  the  Court, 
may  be  given  to  secure  the  payment  of  any  judgment  that  may  be  rendered,  and  the 
vessel  s^iU  be  released  thereon. 

Sec.  24.  The  Canal  Commission  may  establish  rules  and  regulations  not  inconsistent 
herewith  for  the  better  enforcement  of  this  Order. 


published  in  The  Canal  Record.' 

Wm.  H.  Tajt. 
The  White  House,  July  21, 1911, 


Sec..  25,  Thjs  Order  shaU  take  effect  ninety  days  after  the  same  shall  have  been      j    ^ 
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ExBCunvB  Order.  i    ^ 

I 
Against  the  Promotion  of  Fights  between  Bulls,  Dogs,  or  Cocks,  ^ 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  foUowing  order  for  ^ 

the  Canal  Zone.  u 

Section  1.  Any  person  who  sets  on  foot,  instigates,  promotes  or  carries  on  any  fights  ^ 

between  cocks  or  other  birds,  or  any  dog  fight,  or  bull  fight,  or  fight  between  other  ^ 
animals;  or  who  does  any  act  as  assistant,  umpire  or  principal  in  furtherance  of  any 

fight  between  any  such  animals,  shall  be  punished  by  a  fine  not  to  exceed  fifty  dollars,  ^ 

or  bv  imprisonment  not  to  exceed  thirty  clays,  or  by  Doth  such  fine  and  imprisonment,  ^ 

in  tne  discretion  of  the  court.  ^ 

Sec  2.  This  order  shall  take  effect  thirty  days  from  this  date.  d 

Wm.  H.  Taft.  ^ 

The  White  House,  Augvjit4t  1911. 

tc 
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EzEcxrnvB  Order.  dc 

of 
To  prohibit  the  placing  of  signs  on  lands  and  property  of  the  United  States  and  the  Panama 

Railroaa  Company,  po 

to 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Executive  an 

Order  for  the  Canal  Zone.  otl 

Section  1.  It  shall  be  unlawful  for  any  person  to  construct  or  place  any  sign,  bill,  Co 

poster  or  other  advertising  device  on  any  land,  building  or  other  structure  owned  or  { 

controlled  by  the  United  States  or  the  Panama  Railroad  Company  in  the  Canal  Zone;  die 

and  any  person  thus  offending  shall  be  punished  by  a  fine  of  not  less  liian  five  dollars  per 

nor  more  than  twenty-  five  dollars,  or  by  imprisonment  in  jail  not  to  exceed  thirty  days,  &oi 

or  by  both  such  fine  and  imprisonment  in  the  discretion  of  the  court;  and  every  day  '  nu( 

that  such  sign,  bill,  poster  or  other  advertising  device  shall  remain  upon  such  lands  or  the 

struc tiu^s  shall  be  deemed  a  separate  offense .    Provided,  however,  that  this  Order  shall  cou 

not  be  construed  to  prevent  persons  from  advertising,  by  means  of  any  such  advertising  Ujoi 

devices  the  business  that  they  may  be  conducting  according  to  law  m  any  building  or  the 

other  structure  upon  which  such  advertising  device  is  cons&ucted  or  placed.  titl( 

Sec.  2.  This  Order  shall  take  effect  sixty  days  from  and  after  this  date.  accc 

Wm.  H.  Taft.  ^^ 

The  White  House,  September  8, 1911,                                                 '               '  ^^ 

. _  Bi 

I  PubUahed  In  The  Canal  Reccrd  of  August  16, 1911.  <4te 


EXECUTIVE  0BDEB8.  609 

ExEcxmYB  Obdbr. 
BUablithing  the  Postal  Savings  System  in  the  Canal  Zone. 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Order  for 
the  Omal  Zone: 

SEcnoN  1. — ^There  is  hereby  established  in  the  post  offices  of  the  Oanal  Zone  a  postal 
savings  system;  to  be  oj)erated  without  the  payment  of  interest  on  the  deposits  imder 
such  rules  and  reflations  as  may  be  now  or  hereafter  adopted. 

Sbc.  2.  There  is  hereby  created  a  Board  of  Trustees  for  the  control,  supervision 
and  administration  of  the  postal  savings  depositoi^  offices  designated  and  established^ 
under  the  provisions  of  this  Order,  and  of  the  funds  received  as  deposits  at  such  postel 
savings  depository  offices  bv  virtue  thereof.  Said  Board  ehall  consist  of  the  Collector 
of  Revenues  of  the  Canal  2one,  the  Auditor  of  the  Canal  Zone  Government,  and  the 
Treasurer  of  the  Canal  2k>ne,  severally,  acting  ex-officio,  and  shall  have  power  to  make 
all  necessary  and  proper  regulations  for  the  receipt,  transmittal,  custody,  deposit, 
investment  and  repayment  of  the  funds  deposited  at  postal  savings  depository  offices; 
the  re^[ulations  above-mentioned  to  be  subject  to  the  approval  of  the  Chairman  of  the 
Isthmian  Canal  Commission. 

Sec.  3.  Said  Board  of  Trustees  is  hereby  authorized  and  empowered  to  designate 
such  poet  offices  as  it  may  select  to  be  postal  savings  depository  offices,  and  each  and 
every  post  office  so  designated  by  order  of  said  Board  is  hereby  declared  to  be  a  postal 
savijigs  depository  office  within  the  meaning  of  this  Order  and  to  be  authorized  and 
required  to  receive  deposits  of  funds  from  the  public  and  to  account  for  and  dispose 
of  the  same,  according  to  the  provisions  of  this  Order  and  the  r^ulations  made  in 
pursuance  thereof.  Each  postal  savings  depository  office  shall  be  Icept  open  for  the 
transaction  of  business  during  such  hours  as  the  Collector  of  Revenues  shall  direct. 

Sec.  4.  That  accounts  may  be  opened  and  deposits  made  in  any  postal  savings 
depositorv  established  under  this  Oixier  by  any  person  of  the  age  of  ten  years  or  over, 
in  nis  or  ner  own  name,  and  by  a  married  woman  in  her  own  name  and  tree  from  any 
control  or  interference  by  her  husband;  but  no  person  shall  at  the  same  time  have 
more  than  one  postal  savings  account  in  his  or  her  own  right. 

Sec.  5.  At  least  one  dollar,  or  a  larger  amoimt  in  multiples  thereof,  must  be  deposited 
before  an  account  is  openea  with  a  person  depositing  the  same;  and  one  dollar,  or 
multiples  thereof,  may  be  depositea  after  such  account  has  been  opened.  Postal 
savings  deposits  will  be  evioenced  by  postal  savings  certificates  issued  in  fixed 
denominations  of  |I,  $2,  $5, 110,  $20,  $50,  |100,  each  bearing  the  name  of  the  depositor, 
the  number  of  his  account,  the  date  of  issue,  and  the  name  of  the  depository  office. 

Sec.  6.  Any  depositor  may  withdraw  the  whole  or  any  part  of  the  fimds  deposited 
to  his  or  her  credit  upon  demand,  and  under  such  regulations  as  the  Board  of  Irustees 
mav  prescribe. 

Sec.  7.  Postal  savings  funds  received  under  the  provisions  of  this  Order  shall  be 
deposited  with  the  Treasurer  of  the  Canal  Zone  under  such  regulations  as  the  Board 
of  Trustees  may  prescribe. 

Sec.  8.  Postal  savings  depository  funds  shall  be  kept  separate  from  other  funds  by 
postmasters  and  other  officers  and  emplovees  of  the  postal  service,  who  shad  be  held 
to  the  same  accountability  under  their  bonds  for  such  funds  as  for  public  moneys; 
and  no  person  cozmected  with  the  Post  Office  Department  shall  disclose  to  any  person 
other  than  the  depositor  the  amount  of  any  deposits,  unless 'directed  so  to  do  by  the 
Collector  of  Revenues. 

Sec  9.  That  the  final  judgment,  order  or  decree  of  any  court  of  competent  juris- 
diction adjudicating  any  rijght  or  interest  in  the  credit  of  any  sum  deposited  by  any 
gerson  with  the  postal  savings  depository,  if  the  same  shall  not  have  oeen  appealed 
■om  and  the  time  for  appeal  nave  expired,  upon  submission  to  the  Collector  of  Reve- 
nues of  a  copy  of  the  same,  duly  authenticate  in  the  manner  provided  by  the  laws  of 
the  United  States  for  the  authentication  of  the  records  and  judicial  proceedings  of  the 
courts  of  any  state  or  territory,  or  of  any  possession  subject  to  the  jurisdiction  of  the 
United  States,  when  the  same  are  proved  or  admitted  within  any  other  court  within 
the  United  States,  shall  be  accepted  by  the  Board  of  Trustees  as  conclusive  of  the 
title,  right,  interest  or  possession  so  adjudicated:  and  any  payment  of  said  sum  in 
accordance  with  such  order,  judgment  or  decree  snail  operate  as  a  full  and  complete 
discharge  of  the  United  States  and  the  Canal  Zone  Government  from  the  claim  or 
demana  of  any  i)erBon  or  persons  to  the  same. 

Sec  10.  This  Order  shiul  take  effect  and  be  in  force  sixty  days  from  and  after  this 
date. 

Wm.  H.  Taft. 

The  Whtte  House,  Septembers,  1911, 
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EzBcunvB  Order . 

To  amend  SeetUms  51,  €g,  and  526,  and  to  repeal  Sectiom  63  and  5t9  of  the  Code  of  Civil 

Procedure  of  we  Canal  Zone, 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Order  for 
the  Canal  Zone: 

Abtiolb  I.  Section  51  of  the  Code  of  Civil  Procedure  of  the  Canal  Zone  is  hereby 
amended  to  read  as  follows: 

Seo.  61.  Ploftdings  in  the  District  Courts  shall  be  oral,  except  when  they  are  required 
by  law  to  be  verified  by  the  oath  of  either  of  the  parties  to  the  suit,  in  which  case  the 
pleadings  shall  be  in  writing. 

Art.  II.  Section  62  of  the  above  mentioned  Code  is  hereby  amended  so  as  to  read 
as  follows:  ' 

Sbo.  62.  Every  District  Judge  shall  keep  a  well  bound  book  styled  "Docket,"  in 
which  he  shall  enter  the  name  and  style  of  every  civil  suit  broujght  before  him*  the 
dates  of  issuing^  process  therein  and  of  the  return  thereof;  a  brief  statement  of  the 
nature  of  the  suit  and  of  any  plea  made  thereto  by  the  defenduit,  and  if  no  appearance 
is  made,  the  defendant's  deiault  shall  be  noted;  the  names  of  the  witnesses  sworn; 
the  date  and  the  amount  of  the  judgment;  the  date  of  issuing  execution  or  other  process 
upon  the  judgment,  and  a  copy  of  the  returns  thereon;  the  appeal,  when  and  by 
wnom  demanded;  and  briefly  aU  the  proceedings  before  him  toucning  the  suit. 

Each  District  Judge,  at  the  beginning  of  his  docket  and  before  any  entries  are  made 
therein  shall  make  ana  subscribe  the  foUowing  certificate,  substantially,  to  wit: 

"A  docket  of  proceeding  in  civil  matters  before 

District  Judge  of  the  Administrative  District  of , 

Canal  Zone. 

Witness  my  signature. 

District  Judge." 

Art.  III.  Section  526  of  the  above  mentioned  code  is  hereby  amended  so  as  to 
read  as  follows:  ^ 

Sec.  526.  Costs  shall  ordinarily  be  allowed  to  the  prevailing  party  as  a  matter  of 
course,  but  the  court  shall  have  power  for  special  reasons  to  adjudge  that  either  party 
shall  pay  the  costs  of  an  action,  or  that  the  same  be  divided  as  may  be  equitable;  and 
the  court  may,  for  suflSicient  cause,  order  that  no  costs  be  taxed  against  either  party 
to  any  suit  or  special  proceedings. 

Art.  IV.  Sections  63  and  529  of  the  code  of  Civil  Procedure  are  hereby  repealed. 

Art.  V.  This  Order  shall  take  effect  90  days  from  and  after  this  date. 

Wm.  H.  Tapt. 
Thb  Wbttb  Housb,  Sept.  t6, 1911, 


ExBcunvB  Order. 

Ame^nding  Section  10  of  Act  No.  9,  entitled  **An  act  to  provide  Sanitary  Rulea  andRegur 
latitma  for  the  Canal  Zone,  lethmuB  of  Panama,  and  far  the  enfircemeTit  thereof," 
enaded  September  t,  1904. 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  order  for 
the  Canal  Zone:  • 

Article  I.  Section  10  of  Act  No.  9,  entitle^  "An  act  to  provide  sanitary  rules  and 
regulations  for  the  Canal  Zone,  Isthmus  of  Panama,  and  for  the  enforcement  thereof," 
enacted  September  2, 1904,  is  nereby  amended  so  as  to  read  as  follows: 

Sec.  10.  Every  physician,  druggist,  school  teacher,  cleigyman,  midwife,  nurse, 
head  of  a  family,  or  other  person  m  attendance  on  or  in  cnaige  of  any  one  sick  or 
injured,  having  imowledge  of  the  existence  in  any  district  of  the  Canal  Zone  of  any  of 
the  diseases  hereinafter  named,  shall  immediately  report  the  same  to  the  District 
Physician  or  District  Ssjiitary  Inspector.    The  diseases  required  to  be  so  reported  are : 

Measles,  rubella  (rotheln),  scarlet  fever,  typhus  fever,  relapsiag  fever,  typhoid 
fever,  malarial  fever,  yellow  fever,  Asiatic  cholera,  plague,  tetanus,  anthrax,  small- 
pox, chicken-pox,  (varicella),  diphtheria,  (croup),  tuoerculoeis  (of  any  oxgan),  gland- 
ers, epidemic  cerebrospioal  menmgitis,  leprosy,  infectious  diseases  of  the  eye,  puer- 
peral septicaemia,  erysipelas,  whooping  cough,  dysentery. 
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Any  person  who  fails  to  make  due  report,  as  required  by  this  order,  of  any  of  the 
above  enumerated  diseases  shall  be  deemed  guilty  of  a  misdemeanor  and  upon  con- 
viction thereof  shall  be  punished  by  a  fine  not  exceeding  $25.00,  or  by  imprisonment 
in  jail  not  exceeding  thirty  days,  or  by  both  such  fine  and  imprisonment  in  the  dis- 
cretion of  the  court. 

Abt.  II.  This  order  shall  take  effect  sixty  (60)  days  from  and  after  this  date. 

Wm.  H.  Taft. 
The  White  House,  Oct.  U,  1911. 


EzscunvE  Order. 

To  Prohibit  the  Practise  of  MedidnCj  Surgery,  Dentistry,  Pharmacy ,  or  Midwifery  without 

alAcense. 

Bv  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  order 
for  the  Canal  Zone: 

Section  1.  It  shall  be  unlawful  for  any  person  to  practise  or  attempt  to  practise 
medicine,  surgexy ,  dentistry,  pharmacy  or  midwifery  within  the  Cuial  Zone  without 
first  having  obtamed  a  license  therefor  from  tiie  Board  of  Health  of  the  Canal  Zone. 

Twenty-five 

or  by  both 

it  this  order 

shall  not  apply  to  commissioned  surgeons  of  the  United  States  Army  and  Navy, 
or  Marine  Hospital  Service,  nor  to  phvsicians,  surgeons,  dentists  or  pharmacistB 
and  their  assistants  and  nurses  employ ea  by  the  Isthmian  Canal  Commission,  nor  to 
nurses  acting  under  the  orders  of  a  licensed  physician. 

Sec.  2.  Any  person  shall  be  regarded  as  practising  medicine  within  the  meaning 
of  this  order  who  shall  prescribe  for,  operate  on,  or  in  any  wise  attempt  to  heal,  cure 
or  alleviate,  or  who  shall  in  any  wise  treat  anjr  disease  or  anv  physicsd  or  mental  ail- 
ment of  another;  provided  that  nothing  in  this  order  shall  be  construed  to  prohibit 
gratuitous  services  in  case  of  emeigency,  or  to  the  administering  of  ordinary  household 
remedies. 

Sec.  3.  This  order  shall  take  effect  sixty  (60)  days  from  and  after  this  date. 

Wm.  H.  Taft. 
The  White  House,  Oct.  14, 1911. 


Executive  Order. 

Bv  authority  of  the  President  of  the  United  States,  it  is  ordered: 
Tnat  Act  No.  14  enacted  by  the  Isthmian  Canal  Commission,  by  authority  of  the 
Prasident  under  date  of  September  3,  1904,  entitled  *'An  Act  to  Establish  a  Penal 
Code  for  the  Canal  Zone,  Isthmus  of  ranama,"  as  amended  by  the  Executive  Order 
issued  under  the  authoritv  of  the  President  by  the  Secretary  Df  War,  December  1, 
1909,  be.  and  the  same  is  hereby,  amended  so  that  Section  45iS  of  said  Penal  Code  as 
amended  in  said  Executive  Order,  shall  now  read  as  follows: 

''The  license  fees  for  permits  issued  by  the  Treasurer  imder  the  provisions  of  this 
Title  shall  be  as  follows :  Tor  every  permit  issued  to  carry  a  firearm  abroad,  five  dollars 
($5);  for  every  permit  authorizing  an  overseer  or  watchman  engaged  by  a  private 
employer,  ten  dollars  ($10),  for  each  watchman  or  oveneer  so  authorized  to  carry  a 
firearm;  for  each  hunting  permit,  five  dollars  ($5);  provided  that  no  charge  shall  be 
made  for  hunting  permits  issued  to  enlisted  men  of  the  land  or  naval  forces  of  the 
United  States  stationed  on  the  Isthmus  of  Panama.  The  treasurer  shall  keep  a  record 
of  all  licenses  issued  by  him,  with  the  name  and  residence  of  the  persons  to  whom 
they  are  issued,  and  the  date  and  serial  number  thereof." 

Henet  L.  Stimson, 

Secretary  of  War. 
War  Department, 

Washington,  D,  C,  November  S,  1911. 
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ExECunvE  Order. 

To  prevent  the  unauthorized  purchase  of  supplies  and  equipment  from  persons  in  the 

Army  or  Navy, 

By  virtue  of  the  authority  vested  in  me,  I  hereoy  establish  the  following  order 
for  tne  Canal  Zone: 

SxcnoN  1.  Whoever  shall  knowingly  purchase  or  receive  in  pledge  for  any  obliga- 
tion or  indebtedness  from  any  soldier,  officer,  sailor,  or  other  person  callea.  into  or 
employed  in  the  military  or  naval  service,  any  arms,  equipment,  ammunition,  clothes, 
military  stores,  or  other  public  property,  whether  furnished  to  the  soldier,  officer, 
sailor,  or  person  imder  a  clothins  allowance  or  otherwise,  such  soldier,  officer,  sailor, 
or  other  person  not  having  a  lawful  ri£:ht  to  pledge  or  sell  the  same,  shall  be  fined  not 
more  than  five  hundred  dollars,  ana  imprison^  in  jail  not  more  than  two  years; 
and  the  Circuit  Court  of  the  Circuit  wherein  such  supplies  or  equipment  may  have 
been  unlawfully  purchased  or  received  in  pledge  shall  nave  jurisdiction  of  the  offense. 

fifEC.  2.  This  onier  shall  take  effect  sixty  days  from  and  alter  its  publication  in  the 
Canal  Record.' 

Wm.  H.  Taft. 

The  WnrrB  House,  November  15,  1911. 


Executive  Order. 

To  amend  Sections  1  and  2,  of  Act  No.  £,  of  the  Canal  Zone  Laws,  Relating  To  Notaries 
Public,  Enacted  August  17, 1904,  and  for  other  purposes. 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Executive 
Order  for  the  Canal  Zone: 

Article  I.  Section  1,  of  Act  No.  2,  entitled  '*An  act  authorizing  the  appointment 
of  Notaries  Public,  defining  their  duties,  fixing  their  terms  of  office,  prescribing  their 
fees,  and  for  other  purposes,"  enacted  August  17,  1904,  is  hereby  amended  so  as  to 
read  as  follows: 

Section  1.  The  Head  of  the  Department  of  Civil  Administration  is  hereby  author- 
ized to  appoint  and  commission  such  number  of  persons  to  the  office  of  Notary  Public 
as  the  puDlic  good  requires,  to  hold  for  three  ^ears  from  the  date  of  Uieir  appomtment, 
with  jurisdiction  co-extensive  with  the  limits  of  the  Canal  Zone,  or  throughout  the 
Judicial  Circuit  in  which  the  person  appointed  Notary  Public  resides,  in  tne  discre- 
tion of  the  Head  of  the  Department  of  Oivil  Administration  and  to  be  stated  by  him 
in  the  certificate  of  appointment. 

Art.  II.  Section  2  of  the  above  described  Act  No.  2  is  hereby  amended  so  as  to 
read  as  follows: 

Seo.  2.  The  appointment  of  a  Notary  Public  shall  be  in  writing,  signed  by  the  Head 
of  the  Department  of  Civil  Administration,  and  shall  be  substantially  in  the  following 
form: 

Canal  Zone,  Isthmus  of  Panama. 

^^  *  ' 

This  is  to  certify  that ,  of  the Judicial  Circuit  of  the  Canal 

Zone,  has  this  day  been  appointed  by  me  a  Notary  Public  with  jurisdiction  co- 
extensive with  the  limits  of  the  Canal  Zone  (or  with  jurisdiction  tnroughout  the 
said  Judicial  Circuit,  as  the  case  may  be),  for  the  term  of  three  years  from  this  date. 

Witness  my  official  signature  at   ,  Canal  Zone,  this day  of  , 

A.  D.,  1911. 


Head  of  the  Department  of  Civil  Administration. 

Art.  III.  Any  and  all  appointments  of  Notaries  Public  heretofore  made  under  said 
Act  No.  2  with  jurisdiction  throughout  the  Canal  Zone  are  hereby  ratified  and  con- 
firmed, and  all  of  the  acts  and  doings  of  such  Notaries  done  in  the  Canal  Zone  outside 
of  their  respective  Judicial  Circuits,  if  otherwise  legal,  are  hereby  validated. 

This  order  shall  not  be  construed  to  require  the  reappointment  of  the  existing 
Notaries  Public,  but  these  shall  continue  in  office  to  the  end  of  their  respective  terms 
as  thoueh  this  order  had  not  been  established. 

Art.  IV.  This  act  sh^l  take  effect  from  and  after  this  date. 

Wm.  H.  Taft. 

The  WHrrs  House,  November  18,  1911. 


> Published  in  The  Canal  Record  of  November  29, 1911. 
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Executive  Order. 

To  Amend  Executive  Order  Prohibiling  the  Practice  of  Medicine,  Surgery,  Dentistry, 
Pharmacy,  or  Midwifery  .wUhin  the  Carnal  Zone  withoiU  a  Licerue. 

By  virtue  of  the  authority  vested  in  me  I  hereby  establish  the  following  order  for 
the  Canal  Zone,  amending  the  Executive  Order  promulgated  on  October  14,  1911, 
to  read  as  follows: 

Section  1.  It  shall  be  unlawful  for  any  person  to  practice  or  attempt  to  practice 
medicine,  surgery,  dentistry,  pharmacy  or  midwifery  within  the  Canal  ^ne  without 
first  having  ob tamed  a  license  therefor  from  the  Board  of  Health  of  the  Canal  Zone. 
Any  person  thus  offending  shall  be  punished  by  a  fine  not  exceeding  twenty-five  dol- 
lars ($25.00),  or  by  imprisonment  in  jail  not  exceeding  thi/ty  (90)  days^  or  by  both  such 
fine  and  imprisonment  in  the  discretion  of  the  court;  provided  that  this  order  shall  not 
appljr  to  the  commissioned  sur^ons  of  the  United  States  Army  and  Navy,  or  Marine 
Hospital  Service,  nor  to  physicians,  surgeons,  dentists  or  x)harmacists  and  their  assist- 
ants and  nurses  employed  oy  the  Isthmian  Canal  Commission,  nor  to  nurses  acting 
under  the  orders  of  a  licensed  physician. 

Sec.  2.  Whoever,  not  having  registered  as  aforesaid,  shall  advertise  or  hold  himself 
out  to  the  public  as  a  ph3r8ician  or  surgeon,  by  appending  to  his  name  the  letters 
*'M.  D.,"  or  usinK  the  title  of  doctor,  meaning  tnereoy  a  doctor  of  medicine,  or  shall 
pretend  to  a  knowledge  of  medicine  or  surgery,  shall  be  punished  by  a  fine  not  exceed- 
ing twenty-five  dollars  ($25.00),  or  by  imprisonment  not  exceeding  thirty  (30)  days, 
or  oy  both  in  the  discretion  of  the  court. 

Sec  3.  Any  person  shall  be  regarded  as  practicing  medicine  within  the  meaning 
of  this  Order  who  shall  prescribe  for,  operate  on,  or  in  anywise  attempt  to  heal,  cure  or 
alleviate,  or  who  shall  in  anywise  treat  any  disease  or  any  physical  or  mental  ailment 
of  another;  'provided  that  nothing  in  this  Order  shall  be  construed  to  prohibit  (a)  the 
practice  of  tne  religious  tenets  of  any  church  in  the  ministration  of  the  sick  or  suffering 
by  mental  or  spiritual  means  without  the  use  of  any  drug  or  material  remedy,  whether 
gratuitously  or  for  compensation,  provided  that  such  sanitary  laws,  orders,  rules  and 
regulations  as  now  are,  or  hereafter  may  be,  in  force  in  said  Canal  Zone  are  complied 
with;  or,  (b)  gratuitous  services  in  case  of  emergency;  or,  (c)  the  administering  of  ordi- 
nary household  remedies. 

Sec.  4.  This  Order  shall  take  effect  on  January  1, 1912. 

Wm.  H.  Taft. 

The  White  House,  December  £6,  1911. 


ExEcunvB  Order. 

By  authority  vested  in  me  by  law,  I  establish  the  following  order  for  the  Canal 
Zone: 

Section  1.  A  census  of  the  Canal  2^ne,  Isthmus  of  Panama,  shall  be  taken  by  the 
Department  of  Civil  Administration  of  the  Isthmian  Canal  Commission  not  later 
than  April  30, 1912,  under  such  rules  and  regulations  in  conformity  with  this  order  as 
may  be  prescribed  by  the  Head  of  Department  of  Civil  Administration  with  the  ap- 
proval 01  the  Chairman  of  the  Isthmian  Canal  Commission. 

Sec.  2.  The  census  shall  embrace  inquiries  relating  to  population,  and  shall  include 
for  each  inhabitant  the  name,  location^  sex,  color,  age,  conju^  condition,  place  of 
birth,  citizenship,  length  of  residence  m  Canal  Zone,  occupation,  whether  or  not  an 
employe,  and  if  an  employe  of  the  Isthmian  Canal  Commission,  the  Panama  Railroad 
Company,  the  United  States  Government,  or  of  any  arm  or  branch  thereof,  this  fact 
to  be  shown,  together  with  metal  check  number  if  an  employe  of  the  Isthmian  Canal 
Commission  or  the  Panama  Railroad  Company,  school  attendance,  literacy,  the 
language  s]x>ken,  whether  blind,  desi  and  dumb,  insane,  or  imbecile,  and  any  other 
information  which,  under  the  rules  and  regulations  refeired  to  in  Section  1,  may  be 
required. 

Sec.  3.  It  shall  be  the  duty  of  each  enumerator  to  visit  personally  each  dwelling 
house  in  his  subdivision,  and  each  family  therein,  and  each  individual  living  out  of  a 
family  in  any  place  of  abode,  and  by  inquiry  made  of  the  head  of  each  family,  or  of 
the  member  thereof  deemed  most  competent  and  trustworthy,  or  of  such  individual 
living  out  of  a  family,  to  obtain  each  and  every  item  of  information  and  all  particulars 
required  by  this  Order;  and  in  case  no  person  shall  be  found  at  the  usual  place  of 
abode  of  such  family,  or  individual,  living  out  of  a  family,  competent  to  answer  the 
inquiries  made  in  compliance  with  the  requirements  d  this  Order,  then  it  shall  be 
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lawful  for  Hie  enumerator  to  obtain  the  required  information  as  nearly  as  OAy  be 
practicable  from  familie6  or  persons  living  in  the  neighborhood  of  such  place  of  abode. 
It  shall  be  the  duty  also  of  each  enumerator  to  forward  the  original  scheaules,  properly 
filled  out  and  duly  certified,  to  the  supervisor  or  other  chief  census  officer  of  his  dis- 
trict as  his  returns  under  the  provisions  of  this  Order;  and  in  the  event  of  discrepancies 
or  deficiencies  being  discovered  in  these  schedules  he  shall  use  all  diligence  in  corzect- 
ing  or  supplying  the  same. 

Sec.  4.  Tne  compensation  of  enumerators  and  other  persons  engajged  in  taking  the 
census  shall  be  fixt  oy  the  Head  of  Department  of  Civil  Administration,  subject  to  the 
approval  of  the  Chaimum  of  the  Isthmian  Canal  Commission. 

§EC.  5.  Every  supervisor,  supervisor's  clerk,  enumerator,  interpreter,  special  agent, 
or  other  employe  shall  take  and  subscribe  to  an  oath  or  affirmation  to  faithfully  execute 
the  duties  imposed  by  bis  eihplo^^ent. 

Sec.  6.  Any  supervisor,  supervisor's  clerk,  enumerator,  interpreter,  special  ae«nt,  or 
other  employe,  who,  having  taken  and  subscribed  to  the  oath  of  office  required  by  ttas 
Order,  shall,  without  justi&ble  cause,  n^lect  or  refuse  to  perfonn  the  duties  enjoined 
on  him  by  this  Order,  shall  be  deemed  guilty  of  a  misdemeanor,  and  upon  conviction 
thereof  sHall  be  fined  not  exceeding  five  hundred  dollars;  or  if  he  shall,  without  the 
authority  of  the  officer  in  chaige  of  the  census,  publish  or  communicate  any  informa- 
tion coming  into  his  possession  by  reason  of  his  employment  imder  the  provisions  of 
this  Order,  he  shall  be  guilty  of  a  misdemeanor  and  shall  upon  conviction  thereof  be 
fined  not  to  exceed  one  thousand  dollars,  or  be  imprisoned  not  to  exceed  two  years, 
or  both  so  fined  and  imprisoned,  in  the  discretion  of  the  court;  or  if  he  shall  wilfully 
and  knowingly  swear  to  or  affirm  falsely,  he  shall  be  deemed  guilty  of  perjury,  and 
upon  conviction  thereof  shall  be  imprisoned  not  exceeding  five  years  and  be  fined, 
not  exceeding  two  thousand  dollars;  or  if  he  shall  wilfully  and  knowingly  make  a 
false  certificate  or  a  fictitious  return,  he  shall  be  guilty  of  a  misdemeanor,  and  upon 
conviction  of  either  of  the  last  named  offenses  he  shall  be  fined  not  exceeding  two 
thousand  dollius  and  be  imprisoned  not  exceeding  five  years;  or  if  any  person  who  is 
or  has  been  an  enumerator  shall  knowingly  or  wilfully  furnish,  or  cause  to  be  f  lumished, 
directly  or  indirectly,  to  the  officer  in  cnarge  of  the  census,  or  to  any  supervisor  of  the 
census,  any  false  statement  or  false  information  with  reference  to  any  inquiry  for 
which  he  was  authorized  and  required  to  collect  information,  he  shall  be  guilty  of  a 
misdemeanor,  and  upon  conviction  thereof  shall  be  fined  not  exceeding  two  thousand 
dollars  and  be  imprisoned  not  exceeding  five  years. 

Sec.  7.  It  shall  be  the  duty  of  all  persons  over  twenty-one  years  of  age  when 
requested  by  the  officer  in  chaige  of  the  census^  or  by  any  supervisor,  or  enumerator 
acting  under  the  instructions  of  the  said  officer  m  chaige  of  the  census,  to  answer  cot- 
rectly,  to  the  best  of  their  knowledge,  all  questions  on  the  census  schedules  applying 
to  themselves  and  to  the  family  to  which  they  belong  or  are  related,  and  any  person 
over  twenty-one  years  of  age  who,  under  the  conditions  hereinbefore  stated,  shall 
refuse  or  wilfully  n^lect  to  answer  any  of  these  questions,  or  shall  wilfully  give 
answers  that  are  false,  shall  be  guilty  of  a  misdemeanor,  and  upon  conviction  Uiereof 
shall  be  fined  not  exceeding  one  hundred  dollars. 

And  it  shall  be  the  duty  of  every  owner,  proprietor,  manager,  superintendent,  ot 
agent  of  a  hotel,  apartment  house,  boarding  or  lodging  house,  tenement,  or  other 
building,  when  requested  by  the  officer  in  chaige  of  tne  census,  or  by  any  supervisor, 
or  enumerator,  acting  imder  the  instructions  of  the  said  officer  in  chaige  of  the  census, 
to  furnish  the  names  of  the  occupants  of  said  hotel,  apartment  house,  boarding  or 
lodging  house,  tenement,  or  other  building,  and  to  give  thereto  free  ingress  and  egress 
to  any  duly  accredited  supervisor  or  enumerator,  so  as  to  permit  of  the  collection  of 
statistics  for  census  purposes  including  the  proper  and  correct  enumeration  of  all 
persons  having  their  usual  place  of  abode  in  said  notel,  apartment  house,  boarding  or 
lodging  house,  tenement,  or  other  building;  and  any  owner,  proprietor,  manager, 
superintendent,  or  agent  of  a  hotel,  apartment  house,  boarding  or  loaging  house,  tene- 
ment^ or  other  builaing  who  shall  refuse  or  wilfully  neglect  to  give  sucn  information 
or  assistance  under  the  conditions  hereinbefore  stated  shall  be  gu&ty  of  a  misdemeanor, 
and  upon  conviction  thereof  shall  be  fined  not  exceeding  ^ve  hundred  dollars. 

Sec.  8.  The  circuit  coiurtsof  the  respective  circuits  uiall  have  jurisdiction  of  the 
offenses  herein  enumerated. 

Sec.  9.  Thia  Order  shfdl  take  effect  on  this  date. 

Wm.  H.  Tajt. 

The  White  House,  January  if,  1912, 
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EXXOXTTXVB  OrDXB. 

To  Provide  an  Inexpenrive  Method  for  the  AdminUirotion  of  EstaUs  of  Deeeaeed  and 
Ineane  Persons  in  Certain  Caeea,  and  to  Repeal  Act  £4,  of  the  Canal  Zone  Lawe^  and  the 
ExecuHve  Orders  Amendatory  Thereto. 

By  virtue  of  the  authority  inveeted  in  me,  I  hereby  establish  the  following  Executive 
Order  for  Uie  Canal  Zone: 

Sbgtzon  1.  Whenever  an  employe  in  the  service  of  the  Isthmian  Canal  Commission, 
or  the  Government  of  the  Canal  Zone,  or  of  Uie  Panama  Railroad  Company,  shall  die, 
leavinff  an  estate  in  the  said  Zone,  or  whenever  such  decedent,  being  a  citizen  of  the 
Unitea  States,  leaves  an  estate  in  the  Canal  Zone  or  in  the  Republic  of  Panama;  and 
the  said  estate  consists  of  personal  property  only,  not  exceeding  in  value  the  sum  of 
$1,000.00,  and  a  regular  aaministration  shall  not  have  been  instituted  in  the  coiurts 
of  the  Canal  Zone,  the  Collector  of  Revenues  for  the  Canal  Zone  is  hereby  authorized 
and  directed  to  take  possession  of  the  estate  of  the  said  deceased  person  and  to  make  a 
complete  inventory  thereof  and  present  the  same  to  the  Judge  oi  the  Circuit  Court  of 
the  First  Judicial  Circuit  of  the  C^mal  Zone,  to  be  filed  by  the  said  judge  in  the  records 
of  his  court  when  approved  by  him. 

Sec.  2.  The  Collector  of  Revenues,  with  the  approval  of  the  Judge  of  the  Circuit 
Court  of  the  First  Judicial  Circuit,  out  of  the  assets  of  the  estate,  may  pay  the  burial 
expenses  of  the  said  deceased  person  and  all  expenses  necessarily  incurred  in  securing 
possession  of  the  estate  and  of  administering  the  same  until  it  is  turned  over  to  the  heirs 
or  other  parties  entitled  thereto,  and  he  may  also  pay  the  expenses  of  the  transportation 
of  the  remains  of  the  decedent  to  the  United  States,  if  he  is  an  American  Citizen  and 
such  transportation  is  desired  by  the  surviving  relatives.  He  shall  also  pay  the  lawful 
debts  of  tne  deceased,  with  the  approval  of  the  Circuit  Judse. 

Sec.  3.  In  case  the  deceased  shall  have  to  his  credit  with  tne  Isthmian  Canal  Com- 
mission, the  Government  of  the  Canal  Zone,  or  the  Panama  Railroad  Company,  any 
sum  as  salary  or  other  acknowledged  claim,  the  amount  so  due  shall  be  paid  to  the 
Collector  of  Revenues  and  be  by  him  administered  as  a  part  of  said  estate  in  the  manner 
prescribed  by  this  Order;  Provided ^  that  if  there  should  be  a  regular  administration 
upon  the  estate  of  the  deceased  in  a  court  of  competent  jurisdiction  of  the  Canal  Zone, 
then  the  sum  due  to  the  deceased  shall  be  paid  to  the  regular  executor  or  administrator 
of  the  estate  appointed  by  said  court. 

Sec  4.  After  all  of  the  expenses  connected  with  the  burial  of  the  deceased  i>ereon 
and  in  securing  possession  of  the  estate  and  in  otherwise  administering  the  same, 
together  with  the  lawful  debts  of  the  deceased,  have  been  fully  paid,  the  balance  of 
such  estate  shall  be  paid  bv  the  Collector  of  Revenues  to  the  parties  entitled  to  receive 
such  estate;  but  before  making  such  payment,  the  approval  of  the  Judge  of  the  Circuit 
Court  must  be  obtained. 

Seo.  6.  If  the  deceased  employee  is  an  alien  and  has  no  heirs  in  the  Canal  Zone,  the 
Collector  of  Revenues  is  hereby  authorized  and  directed  to  deliver  the  residue  oi  the 
decedent's  estate  to  the  diplomatic  or  consular  representative  of  the  country  of  which 
the  decedent  was  a  citizen  or  subject  accreditee  to  the  Republic  of  Panama,  to  be 
delivered  by  such  representative  to  the  heirs  of  the  decedent;  if  the  deceased  is  a 
citizen  of  Panama^  the  residue  of  the  estate  may  be  delivered  to  his  heirj  in  Panama, 
or  to  the  authorities  designated  for  that  purpose  by  the  Panamanian  laws  or  decrees. 

Sec  6.  After  the  estate  has  been  fully  administered  by  the  Collector  of  Revenues 
and  the  residue  thereof  has  been  turned  over  to  the  parties  entitled  to  the  same  accord- 
ing to  this  Order,  the  Collector  of  Revenues  shall  file  a  final  report  of  his  acts  and  doings 
in  the  estate  with  the  Judge  of  the  Circuit  Court,  and  accompany  said  report  with  the 
proper  vouchers  and  other  supporting  papers,  showing  the  receipts  and  disbursements 
maae  by  him  in  administering  the  estate,  and  the  Circuit  Ju<&e  shall  examine  said 
report,  and  if  he  finds  it  correct,  he  shall  approve  the  same  and  oischarge  the  Collector 
of  Revenues  as  such  administrator. 

Sxo.  7.  If  the  decedent  should  leave  a  widow,  or  minor  chfldren,  or  dependent 
relative  in  necessitous  circumstances  to  be  determined  by  the  Circuit  Juoge,  the 
residue  of  the  estate  of  the  decedent,  after  all  of  the  funeral  expenses,  the  expenses  of 
transportation  of  the  remains  of  the  deceased  to  the  United  States,  if  the  remains  are 
transported,  and  the  other  expenses  incident  to  the  administration  of  the  estate  are 
fullv  paid,  shall  be  delivered  to  said  widow,  or  minor  children,  or  dependent  relative, 
as  the  case  may  be,  for  their  maintenance  and  support:  and,  except  as  in  .this  section 
otherwise  provided,  the  claims  of  the  widow,  mmor  cnildren,  or  dependent  relative 
of  the  deceased  for  this  allowance  shall  be  supierior  to  the  claims  of  the  creditors  of  the 
deceased.  Provided,  that  such  preference  in  &vor  of  the  widow,  minor  children,  or 
dependent  relative  shall  not  exceed  $500.00. 
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• 

Sbc.  8.  If  aa  employee  of  the  Isthmian  Canal  Commission,  the  Oovemment  of  the 
Canal  Zone,  or  the  ranama  Railroad  Company  should  be  adjudged  insane  hy  the  C^al 
Zone  Courts  and  have  an  estate  not  exceeding  $1,000.00  in  value  and  consisting  entirel}r 
of  personal  property,  and  no  reg^ular  suardiuiahip  of  such  estate  shall  have  been  insti- 
tuted in  the  Canal  2one  Courts,  it  shall  be  the  duty  of  the  Collector  of  Revenues  to  take 
possession  of  the  estate  of  such  insane  penon,  including  any  salary  or  other  aclmowl- 
edged  claim  due  to  such  employee  by  the  Isthmian  Canal  Commission,  the  Canal  Zone 
Government,  or  the  Panama  Railroad  Company,  and  make  a  complete  inventory 
thereof  and  file  the  same  with  the  Judge  of  the  Circuit  Court  of  the  First  Judicial 
Circuit  of  the  Canal  Zone;  and  imder  the  direction  and  with  the  approval  of  the  Judge 
of  the  said  Court,  the  Collector  of  Revenues  may  pa^r  the  lawful  mdebtMness  due  by 
the  insane  person,  as  well  as  the  expenses  incurred  in  administering  said  estate,  and 
he  shall  hold  the  residue  of  the  estate  subject  to  the  orders  of  the  Grcuit  Jud^. 

If  the  insane  person  has  a  wife,  minor  cnild  or  children,  or  dependent  relative,  in 
necessitous  ciroumstances,  to  l^e  aeteimined  by  the  Cirouit  Judge,  the  court  shall  set 
aside  a  sufficient  sum  out  of  the  said  estate  for  their  maintenance  and  support,  not  to 
vxceed  the  sum  of  $500.00  in  the  aggre^te,  to  be  paid  in  such  manner  and  at  such 
times  as  the  Cirouit  Judge  may  prescribe,  and  which  allowance  shall  be  superior  to 
all  other  claims  against  the  estate;  and  the  order  of  the  Judge  shall  be  sufficient  author- 
ity for  the  Collector  of  Revenues  to  make  such  payment,  tafing  proper  receipts  therof or. 

In  case  the  insane  person  is  a  citizen  of  the  I3nited  States  and  nas  no  wife,  child  or 
childron,  or  dependent  relative,  the  Collector  of  Revenues  shall  retain  possession  of 
the  residue  of  said  estate,  after  the  debts  and  other  charges  have  been  paid  as  above 
mentioned,  and  hold  same  subject  to  the  orders  of  the  court. 

If  the  insane  person  is  a  Panamanian  and  has  no  wife,  child  or  children,  or  depend- 
ent relative,  the  residue  of  the  estate,  with  the  approval  of  the  Circuit  Judge,  may  be 
delivered  by  the  Collector  of  Revenues  to  the  autnorities  designated  for  that  purx>ose 
by  the  Panamanian  laws  or  decrees. 

If  the  insane  person  is  an  alien,  other  than  a  Panamanian,  and  has  no  wife,  child 
or  children,  or  dependent  relative,  the  Collector  of  Revenues,  with  the  approval  of 
the  Judge  of  the  Circuit  Court,  shall  pay  over  the  residue  of  the  said  estate  to  the 
diplomatic  or  consular  representative  of  the  country  to  which  the  insane  person 
belonffl  accredited  to  the  Republic  of  Panama,  to  be  disposed  of  by  him  in  accordance 
with  tne  laws  of  his  country. 

Sec.  9.  When  the  estate  of  the  insane  person  is  finally  administered  and  the  moneys 
paid  over  to  the  i)erson  or  persons  entitled  to  receive  same  as  herein  provided  for, 
the  Collector  of  Revenues  snail  make  his  final  report  on  said  estate  to  the  Judge  of 
the  Circuit  Court,  and  the  Court  shall  approve  the  same,  if  found  to  be  correct,  and 
discharge  the  Collector  of  Revenues  from  such  euardianship. 

Sbc.  10.  When  the  Collector  of  Revenues  snail  have  perfonned  his  duties  in 
accordance  with  the  provisions  of  this  Order  and  shall  have  delivered  the  estate  or 
paid  over  the  sums  due  from  the  funds  of  said  estate  to  the  person  or  persons  entitied 
thereto  in  accordance  with  the  orders  of  the  court,  such  settlement  of  the  estate  shall 
be  deemed  a  lawful  setUement  thereof,  and  the  Collector  of  Revenues  shall  not  be 
accountable  on  his  bond  and  shall  not  oe  liable  to  any  other  x>erson  for  the  estate  so 
administered  by  him;  Provided,  that  nothing  in  this  Order  shall  prohibit  the  lawful 
heirs  or  claimants  of  any  person  whose  estate  has  been  settied  in  accordance  with  the 
provisions  of  this  Order  from  bringing  suit  in  any  court  having  jurisdiction  of  the 
subject-matter  and  of  the  parties  to  the  action  agaiiist  the  person  or  persons  who 
received  the  estate  by  virtue  of  the  provisions  of  this  act,  and  from  recovering  the 
same  or  the  value  thereof  from  such  person  or  persons  upon  proof  that  the  estate  has 
been  delivered  to  tiie  persons  not  entitied  to  receive  and  retain  same. 

Ssc.  11.  This  Order  shall  apply  to  the  estate  of  persons  who  died  or  became  insane 
prior  to  the  passage  of  this  Order,  aa  well  aa  to  those  who  die  or  become  insane  after 
the  date  of  its  promulgation. 

Sbc.  12.  If  the  Collector  of  Revenues  shall  deem  it  to  the  best  interest  of  the  estate 
of  the  deceased  or  insane  person  to  convert  aay  part  or  aU  of  the  property  of  the  estate 
into  cash,  he  may  dispose  of  tiie  same  by  public  or  private  sale,  with  the  approval  of 
the  Circuit  Judge. 

Sbc  13.  The  proceedings  to  be  had  before  the  Judge  of  the  Circuit  Court  as  herein 
provided  for  may  be  conducted  without  the  necessity  of  any  prior  notice  bein^  given 
of  the  same,  either  by  publication  or  otherwise;  and  the  judge  may  proceed  m  such 
cases  in  open  court  or  m  chambers,  and  shall  give  precedence  to  such  matters  over 
all  other  business  pending  before  him,  in  order  that  the  estates  may  be  administered 
and  closed  as  expeditiously  as  the  rights  of  all  parties  concerned  may  permit.  No 
court  costs  of  any  kind  shall  be  taxed  against  estates  administered  under  the  provi- 
sioiui  of  this  Order. 
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Sbc.  14.  The  official  bond  of  the  Collector  of  Revenues  ahall  be  security  for  the 
moneys  and  properties  received  by  him  in  the  x)erformance  of  the  duties  prescribed 
for  him  by  tnis  Order. 

Sec.  15.  Act  24,  of  the  Canal  Zone  Laws,  entitled  ''An  Act  providing  for  an  inex- 
pensive method  of  Administration  upon  the  Estates  of  Employees  of  the  Government 
of  the  Canal  Zone,  or  of  the  Isthmian  Canal  Commission,  who  are  citizens  of  the  United 
States  and  who  die  in  the  Canal  Zone,  Isthmus  of  Panama,  leaving  estates  of  small 
value  upon  which  regular  administration  Ib  deemed  inadvisable,''  enacted  March  1, 
1906,  and  Executive  Order  dated  June  22, 1907,  effective  July  1, 1907,  and  Executive 
Order  dated  July  21,  1909,  respectively,  amendatory  of  said  Act  24,  and  all  laws  in 
conflict  herewith,  are  hereby  repealed. 

Sec  16.  This  Order  shall  take  effect  SO  days  from  and  after  this  date. 

Wm.  H.  Tapt. 
The  Whttb  House,  February  5, 1912. 


ExEcurrv^E  Order. 

To  Provide  a  Maximum  Speed  for  Motor  Vehicles  in  the  Canal  Zone  and  Eetahliah  a 

Rule  of  the  Road. 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  order  for 
the  Canal  Zone. 

Section  1.  No  automobile,  motor  cycle,  or  bicycle  shall  be  driven  or  operated  over 
the  roads  or  streets  of  the  Canal  Zone  at  a  speed  exceeding  fifteen  (15)  miles  an  hour 
on  straight  roads,  or  at  a  speed  exceeding  eight  (8)  miles  an  hour  when  approaching 
or  traversing  curves,  forks,  or  cross-roads,  or  when  traveling  over  the  streets  of  any 
city,  town,  or  village  of  the  Canal  Zone.  The  owner  of  an  automobile,  if  within  the 
car,  shall  be  held  responsible  for  its  speed;  in  the  absence  of  the  owner,  the  person 
actually  driving  the  automobile  shall  be  held  responsible.  The  person  operating  a 
motor  cycle  or  bicycle  shall  be  held  responsible  for  its  speed. 

Sec.  2.  In  the  operation  or  emplo3rment  of  automobiles,  motor  cycles,  bicycles, 
carriages,  wagons,  and  other  vehicles  over  Canal  Zone  roads  or  streets,  the  following 
rules  wall  be  observed,  viz:  All  such  vehicles,  in  meeting  and  passing  other  vehicles, 
or  in  being  overtaken  and  passed  by  other  vehicles,  shall  keep  to  the  left  of  the  road; 
and  in  overtaking  and  passme  other  vehicles  they  shall  keep  to  the  right.  The  owner 
of  an  automobile  or  other  vehicle,  if  riding  therein,  shall  be  held  responsible  for  the 
driving  or  operation  thereof,  a^eably  to  the  provisions  of  this  section;  in  the  absence 
of  the  owner,  the  person  drivmg  or  operating  such  vehicle  shall  be  held  responsible. 
In  the  case  of  any  motor  cycle  or  bicycle,  the  person  operating  same  shall  be  held 
responsible. 

Sbo.  S.  Any  jperson  violating  any  provision  of  this  order  shall  be  punished  by  a  fine 
not  exceeding  6ne  Hundred  Dollars  ($100.00),  United  States  currency,  or  by  imprison- 
ment not  exceeding  thirty  (30)  days,  or  by  both  such  fine  and  imprisonment,  in  the 
discretion  of  the  court. 

Sec.  4.  The  Executive  Order  of  February  27,  1908,  relative  to  the  speed  o  auto- 
mobiles on  Canal  Zone  roads  is  hereby  repealed. 

Sec.  5.  This  order  shall  take  effect  thirty  days  from  this  date. 

Wm.  H.  Taft. 

The  Whttb  House,  February  g8,  1912, 


ExscxTTivB  Order. 
To  Prevent  Treipatting  Upon  Reservations. 

By  virtue  of  the  authority  vested  in  me,  I  hereby  establish  the  following  Order  far 
the  Canal  2k)ne: 

Section  1.  Every  person  who  shall  go  into  or  upon  any  reservation  or  other  place 
belonging  to  or  under  the  control  of  the  United  states  of  America,  the  Canal  ^ne 
Government,  or  the  Panama  Railroad  Company,  after  such  reservation  or  place  has 
been  posted  as  hereinafter  prescribed  in  this  Order,  and  without  the  permission  of  the 
person  in  chai*^  of  such  reservation  or  place,  shall  be  deemed  guilty  of  trespassing; 
and  upon  conviction  shall  be  punished  bv  a  fine  not  to  exceed  $25.00,  or  by  imprison- 
ment in  jail  not  to  exceed  SO  days,  or  oy  both  such  fine  and  imprisonment  in  the 
discretion  of  the  court. 


